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Reso.  No. 

Approved 

Subject 

Summary 

17-0001 

1-10-17 

JOC-46 

Modification  1 

Approve  Modification  No.  1  to  Job  Order  Contract  (JOC)  No.  46,  Electrical  (C-10  License), 

Governor  &  Exciter  Systems  for  Hydroelectric  Powerhouses  for  HH,  with  Tri-Technic  to  perform 
specialty  high-voltage  electrical  contracting  tasks,  increasing  the  contract  amount  by 
$2,500,000,  and  a  time  extension  of  730  consecutive  calendar  days. 

17-0002 

JOC-49 

Modification  1 

Approve  Modification  No.  1  to  JOC-  49,  General  Engineering  (A-License)  for  HH,  with  Sierra 

Mountain  Construction  to  perform  general  engineering  construction  tasks,  increasing  the 
contract  by  $2,500,000,  and  a  time  extension  of  730  consecutive  calendar  days. 

17-0003 

1-10-17 

PR0.0050 

Approve  the  selection  of  Black  &  Veatch  Corporation;  Award  Agreement  No.  PR0.0050, 

HHWP  Power  Transmission  Line  Clearance  Mitigation  West,  to  provide  design  support  to 
mitigate  ground,  wire,  and  structural  clearance  issues;  Authorize  a  professional  services 
agreement  for  an  amount  not-to-exceed  $3,000,000,  and  a  duration  of  10  years. 

17-0004 

1-10-17 

-WW-632 

Award  Contract  No.  WW-632,  SEP  Existing  Digester  Gas  Handling  Improvements,  in  the 

amount  of  $9,536,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Monterey 
Mechanical,  to  upgrade  critical  equipment  in  order  to  maintain  existing  digestion  facilities 
until  new  facilities  are  available  for  service. 

17-0005 

1-10-17 

WW-617 

Modification  2 

Approve  Modification  No.  2  Contract  No.  WW-617,  As-Needed  Sewer  Cleaning  and  Inspection, 

with  Pipe  and  Plant  Solutions  to  adjust  contract  bid  item  quantities  to  match  actual  quantities 
used,  increasing  the  contract  by  $155,674. 

17-0006 

1-10-17 

PR0.0022 

Approve  the  selection  of  Black  &  Veatch  Corporation;  Award  Agreement  No.  PRO. 0022, 

HHWP  Power  Transmission  Line  Clearance  Mitigation  East,  to  provide  design  support  to 
mitigate  ground,  wire,  and  structural  clearance  issues,  for  an  amount  not-to-exceed 
$12,000,000,  and  a  duration  of  10  years. 

17-0007 

1-10-17 

MOU  with  Santa 

Clara  Valley  Water 
District 

Authorize  a  MOU  with  the  SCVWD  to  undertake  a  Feasibility  Study  to  identify  purified  water 

supply  alternatives  for  the  SFPUC  and  the  BAWSCA,  for  an  amount  not  to  exceed  $75,000,  and 
a  total  duration  of  24  months. 

17-0008 

1-10-17 

Rim  Fire  Alternate 
Project  Grant 

Authorize  GM  to  request  approval  from  the  BOS  to  accept  and  expend  a  Rim  Fire  Alternate 

Project  grant  for  the  purchase  of  capital  equipment  and  the  upgrade  of  communication 
equipment  in  the  amount  of  $377,115  from  the  FEMA  and  the  CaOES.  The  SFPUC  share  of 
project  costs  will  be  $69,836. 

17-0009 

1-10-17 

Revised  WSA: 

Seawall  Lot  337  and 
Pier  48 

Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  Seawall  Lot  337  and  Pier  48 

Mixed-Use  Project. 
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17-0010 

1-10-17 

Authorize  Residential 
Household  Water 

Use  Threshold 

Authorize  a  500-gallon-a-day  residential  household  water  use  threshold  for  customers  in 
single-family  homes  and  individually  metered  multi-family  units  that  would  be  effective  during 
designated  drought  periods,  and  would  result  in  a  $150  excess  use  fine  for  each  30-day  period 
a  customer's  average  daily  water  use  exceeds  the  threshold. 

17-0011 

1-10-17 

WW-614R2 

Award  Contract  No.  WW-614R2,  North  Point  Outfall  Rehabilitation,  in  the  amount  of 
$12,485,980,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  The  Dutra  Group  to 
rehabilitate  the  aging  North  Point  Outfall  System. 

17-0012 

1-24-17 

DB-124 

Approve  an  increase  in  the  construction  duration  contingency  of  up  to  219  consecutive 
calendar  days  for  Contract  No.  DB-124,  San  Joaquin  Valley  Communication  System  Upgrade 
Project,  with  Communication  Services,  Inc.;  Authorize  future  modifications  to  the  contract  for 
a  total  revised  contract  duration  of  up  to  614  consecutive  calendar  days. 

17-0013 

1-24-17 

CS-247[R] 

Assignment  and 
Assumption 

Approve  the  assignment  and  assumption  of  Agreement  No.  CS-247[R],  Customer  and 
Administrative  Services  for  CCA  Program;  Authorize  an  Assignment  and  Assumption 

Agreement  for  the  existing  Agreement  CS-247[R],  from  Noble  Americas  Energy  Solutions  LLC, 
to  Calpine  Energy  Solutions  LLC. 

17-0014 

1-24-17 

WD-2773(I) 
Modification  1 

Approve  Modification  No.  1  to  Contract  No.  WD-2773(I),  525  Golden  Gate  Avenue  As-Needed 
Mechanical  System  Inspection,  Maintenance  &  Repairs,  with  ACCO  Engineering  Systems,  Inc., 
to  continue  mechanical  system  inspections,  maintenance  and  repairs,  increasing  the  contract 
amount  by  $200,000  and  a  time  extension  of  730  consecutive  calendar  days. 

17-0015 

1-24-17 

WD-2809 

Award  Contract  No.  WD-2809,  SF  Groundwater  Supply  Phase  2,  in  the  amount  of  $9,780,000, 
to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  Western  Water  Constructors  to 
construct  the  North  Lake  Well  Station,  the  South  Windmill  Well  Station  and  associated 
groundwater  transmission  pipelines. 

17-0016 

1-24-17 

WW-562 

Accept  work  performed  by  Phoenix  Electric  Company  for  Contract  No.  WW-562, 

Instrumentation  &  Backup  Power  Systems  Improvements;  Approve  Modification  Nos.  1-4, 
increasing  the  contract  amount  by  $40,900  and  a  time  extension  of  274  consecutive  calendar 
days;  Authorize  final  payment. 

17-0017 

1-24-17 

WW-569 

Modification  3 

Approve  Modification  No.  3  to  Contract  No.  WW-569,  SEP  Plant  and  Bruce  Flynn  Pump  Station 

Fire  Alarm  System  Upgrades  with  LC  General  Engineering  &  Construction,  Inc.,  to  add  two  year 
fire  alarm  maintenance  following  substantial  construction  completion,  increasing  contract 
duration  by  730  consecutive  calendar  days. 

17-0018 

1-24-17 

Changes  to 
Administrative 

Public  Hearing  to  approve  changes  to  administrative  procedures  associated  with  the 
calculation  of  water  and  wastewater  capacity  charges  resulting  from  the  implementation  of 
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Procedures  with  the 
Calculation  of  Water 
and  Wastewater 
Capacity  Charges 

Article  12C  of  the  SF  Health  Code.  The  proposal  would  change  the  current  calculation  of 
capacity  charges  from  including  all  plumbing  fixtures  in  a  constructed  building  to  only 
including  those  plumbing  fixtures  not  being  supplied  non-potable  water  from  an  on-site  water 
system  during  normal  building  operation. 

17-0019 

1-24-17  _ Water  Use  Allocation 

and  Excess  Use 

Charge 

Public  Hearing  to  adopt  a  Water  Use  Allocation  and  Excess  Use  Charge  for  Accounts  Complying 

with  Article  12C  of  the  City  and  County  of  SF  Health  Code.  The  proposed  Program  would  call  for 
each  new  account  required  to  comply  with  Article  12C  to  be  classified  as  a  Mandatory  Non- 
potable  Water  Ordinance  Account  in  SFPUC's  Billing  System.  Only  accounts  classified  as  a 
Mandatory  Non-potable  Water  Ordinance  Account  by  SFPUC  would  be  subject  to  the  Program. 

17-0020 

1-24-17 

CS-1010(G) 
Amendment  2 

Approve  Amendment  No.2  to  Agreement  No.  CS-1010(G),  Front  Yard  Ambassadors  Program 

Grant,  with  Friends  of  the  Urban  Forest,  to  continue  providing  program  and  project 
management  services  for  the  Front  Yard  Ambassadors  Program;  Authorize  increasing  the 
agreement  by  $80,000,  and  a  time  extension  of  one  year. 

17-0021 

2-14-17 

CS-357 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-357,  Digital  Art  Wall  Support  and 

Maintenance  with  Obscura  Digital,  for  continued  support  and  maintenance  of  the  digital 
interactive  wall  at  525  Golden  Gate  Ave.;  Authorize  the  amendment,  increasing  the  agreement 
up  to  $107,647  and  a  time  extension  up  to  one  year. 

17-0022 

2-14-17 

WD-2649 

Accept  work  performed  by  Gordon  N.  Ball  for  Contract  No.  WD-2649,  Geary  Road  Bridge,  for  a 

total  contract  amount  of  $3,381,810,  and  total  contract  duration  of  1,222  consecutive  calendar 
days  to  install  a  bridge  across  Alameda  Creek;  Authorize  final  payment. 

17-0023 

2-14-17 

WW-580 

Approve  an  increase  in  the  construction  contract  duration  contingency  for  Contract  No.  WW- 

580,  OSP,  W2  and  W3  Water  System  Improvements,  with  Cal  State  Constructors,  for  a  time 
extension  up  to  135  consecutive  calendar  days;  Authorize  future  contract  modifications  for  a 
total  revised  contract  duration  up  to  630  consecutive  calendar  days,  if  appropriate.  The  increase 
to  the  contract  duration  contingency  is  needed  to  allow  for  the  completion  of  Distributed 

Control  System  integration. 

17-0024 

2-14-17 

WW-613 

Approve  an  increase  in  the  construction  contract  duration  contingency  for  Contract  No.  WW- 

613,  SEP  Building  521/522  and  Disinfection  Upgrades  with  Western  Water  Constructors  for  a 
time  extension  up  to  182  consecutive  calendar  days;  Approve  future  contract  modifications  for 
a  total  revised  contract  duration  of  985  consecutive  calendar  days),  if  appropriate.  The  increase 
to  the  contract  duration  contingency  is  needed  to  modify  underground  conduits  and  wrap 
galvanized  rigid  steel  in  polyurethane  plastic  due  to  unforeseen  site  condition. 

17-0025 

2-14-17 

HH-986 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  HH-986, 
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2017  Mountain  Tunnel  Interim  Repair  with  Sierra  Mountain  Construction  in  the  amount  of 
$1,000,000;  Authorize  future  contract  modifications  for  a  total  revised  contract  amount  of  up  to 
$6,456,286,  as  appropriate.  The  increase  is  requested  to  provide  immediate  repairs  to  up  to  19 
additional  areas  of  the  Mountain  Tunnel  identified  outside  of  the  contractual  7,200  linearfeet 
of  repair  zone  during  the  ongoing  Mountain  Tunnel  shutdown. 

17-0026 

2-14-17 

January  13,  2017 
Revised  WSIP 

Public  Hearing:  Discussion  and  possible  action  to  approve  the  project  schedule  of  the  January 

13,  2017  Revised  Water  System  Improvement  Program  and  direct  staff  to  send  a  Notice  of 
Change  Report  to  the  CA  Joint  Legislative  Audit  Committee,  the  CA  Department  of  Public  Health 
and  the  CA  Seismic  Safety  Commission  in  compliance  with  CA  Assembly  Bills  1823  and  2437. 

17-0027 

2-14-17 

Form  of  Credit 

Facility  Agreement 
and  Form  of  Dealer 
Agreement 

Approve  (1)  a  Form  of  Credit  Facility  Agreement  with  Sumitomo  Mitsui  Banking  Corporation)  in 
the  principal  amount  not  to  exceed  $150,000,000  (exclusive  of  270  days  interest)  for  the 
Wastewater  Commercial  Paper  Program;  and  (2)  Approve  a  Form  of  Dealer  Agreement  with 
Citigroup  Global  Markets,  Morgan  Stanley  &  Co.,  and  U.S.  Bancorp  for  the  Wastewater  CP 
Program  that  will  extend  their  current  term;  Authorize  the  GM  to  enter  into  an  agreement  with 
Sumitomo  and  the  dealer  agreements  with  Citigroup  Global  Markets,  Morgan  Stanley  &  Co., 
and  U.S.  Bancorp. 

17-0028 

2-14-17 

-MOU  Amendment  1 
with  GSA  for  1800 
Jerrold  Conditional 
Transfer 

Authorize  the  GM  to  enter  into  a  First  Amendment  to  the  MOU  with  the  GSA's  Office  of 

Contract  Administration,  and  the  GSA's  Real  Estate  Division,  revising  the  terms  and  conditions 
of  the  jurisdictional  transfer  of  the  property  at  1800  Jerrold  in  SF  to  the  SFPUC,  including  the 
SFPUC's  payment  of  up  to  $82,278,429  to  pay  for  site  acquisition  and  construction  costs  for  the 
replacement  facilities  for  Central  Shops;  and  to  seek  approval  of  an  appropriation  for  an 
additional  $8,578,429  from  WWE  Project  Number  CWWSIPPRPL91,  subject  to  the  Mayor  and 

BOS  approval,  of  the  jurisdictional  transfer,  pursuant  to  the  MOU,  and  related  actions  necessary 
to  implement  the  Central  Shops  replacement  facilities. 

17-0029 

2-14-17 

Closed  Session 

Peter  Cuddihy  and  Joann  Cuddihy  v.  City  and  County  of  San  Francisco 

17-0030 

2-28-17 

JOC-67 

Award  Job  Order  Contract  No.  JOC-67,  Micro-LBE,  Landscape  (C-27  License)  for  a  not-to-exceed 
amount  of  $1,000,000  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  San 

Francisco  Conservation  Corps,  to  maintain,  repair  and/or  install  landscape  systems  and  facilities 
in  the  Peninsula  and  Alameda  Watersheds,  as  well  as  other  City-owned  property. 

17-0031 

2-28-17 

WD-2581 

Approve  an  increase  to  the  existing  construction  contract  duration  contingency  of  620 
consecutive  calendar  days  for  Contract  No.  WD-2581,  New  Irvington  Tunnel;  Authorize  future 
contract  modifications  for  a  total  revised  contract  duration  up  to  2,593  consecutive  calendar 
days.  The  potential  increase  in  the  construction  contract  duration  is  due  to  time  spent  and 
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additional  time  needed  to  settle  outstanding  contractor  claims  before  a  dispute  resolution 
board,  negotiate  final  settlements  of  the  disputed  claims  after  receiving  recommendations  from 
the  dispute  board,  and  close  out  the  contract. 

17-0032 

2-28-17 

WD-2653 

Accept  work  performed  by  G4S  Secure  Integration  LLC  for  Contract  No.  WD-2653,  As-Needed 

Integration  Services  SF  Region;  Approve  Modification  No.  4  (Final),  decreasing  the  contract  by 
$343,447;  Authorize  final  payment. 

17-0033 

2-28-17 

WW-604 

Accept  work  performed  by  J.  Flores  Construction  for  Contract  No.  WW-604,  As-Needed  Spot 

Sewer  Replacement  for  a  total  contract  amount  of  $7,192,640,  and  with  a  total  contract 
duration  of  434  consecutive  calendar  days;  Authorize  final  payment. 

17-0034 

2-28-17 

WW-605R 

Approve  an  increase  in  the  construction  contract  duration  contingency  of  up  to  60  consecutive 
calendar  days  for  Contract  No.  WW-605R,  Mission  and  Valencia  Streets  Green  Gateway,  with 
Anvil  Builders  to  allow  for  paving  that  required  de-energization  of  SFMTA  overhead  electrical 
lines;  Authorize  future  modifications  to  the  contract  duration  for  a  total  revised  contract 
duration  of  up  to  420  consecutive  calendar  days. 

17-0035 

2-28-17 

WW-610R 

Award  Contract  No.  WW-610R,  Visitacion  Valley  Green  Nodes,  Rutland  St.  Sewer,  and 

Sunnydale  Pavement  Improvements,  in  the  amount  of  $3,483,944  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Minerva  Construction  to  build  green  infrastructure,  replace 
water  and  sewer  pipelines,  and  repave  one  block  of  Rutland  St.  and  one  block  of  Sunnydale  Ave. 

17-0036 

2-28-17 

WW-633 

Award  Contract  No.  WW-633,  Various  Locations  Sewer  Replacement  No.  2,  in  the  amount  of 
$6,704,098,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline  to 
replace  the  existing  sewers  and  street  pavement  on  the  subject  streets. 

17-0037 

2-28-17 

WW-653 

Award  Contract  No.  WW-653,  Marin  Street  Sewer  Replacement  in  the  amount  of  $4,860,250,  to 

the  lowest,  qualified,  responsible  and  responsive  bidder,  Ranger  Pipeline  to  replace  the  24" 
diameter  sewer  with  a  30"  diameter  sewer  to  accommodate  projected  increased  dry-weather 
flows  from  tributary  areas. 

17-0038 

2-28-17 

SFPUC  10-Year 

Capital  Plan 

Public  Hearing:  Discussion  and  possible  action  to  adopt  the  SFPUC  10-Year  Capital  Plan  for  FY 

2017-18  to  FY  2026-27. 

17-0039 

2-28-17 

SFPUC  10-Year 
Financial  Plan 

Public  Hearing:  Discussion  and  possible  action  to  adopt  the  SFPUC  10-Year  Financial  Plan  for  FY 

2017-18  through  FY  2026-27. 

17-0040 

2-28-17 

WSA:  10  SVN  Project 

Approve  the  Water  Supply  Assessment  for  the  proposed  10  South  Van  Ness  Project. 

17-0041 

2-28-17 

CS-820 

Amendment  8 

i  Approve  Amendment  No.  8  to  Agreement  No.  CS-820,  New  Irvington  Tunnel  Project 

Engineering  Services  with  URS  Corporation  to  continue  as  design  engineer-of-record  for  the 
construction  of  the  tunnel;  Authorize  the  amendment,  increasing  the  agreement  duration  by  11 
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months,  with  no  change  to  the  contract  amount. 

17-0042 

2-28-17 

CS-918 

Amendments 

Approve  Amendment  No.  5  to  Agreement  No.  CS-918,  Construction  Management  Services  New 
Irvington  Tunnel  Project,  with  Hatch  Mott  MacDonald,  to  provide  ongoing  construction 
management;  Authorize  increasing  the  agreement  by  $350,000,  subject  to  BOS  approval,  and 
with  a  time  extension  of  one  year. 

17-0043 

2-28-17 

Project  CWWSIPSE02 

Adopt  the  FMND,  MMRP,  and  the  Findings  as  required  by  the  CEQA  for  the  Southeast  Water 
Pollution  Control  Plant  (SEP)  New  Headworks  Facility  Project;  Approve  Project  No. 

CWWSIPSE02,  SEP  New  Headworks  Facility,  to  replace  and  consolidate  the  two  existing 
Headworks  facilities  at  SEP;  Authorize  the  implement  the  Project  and  proceed  with  the 
Construction  Phase  pursuant  to  the  Construction  Manager/General  Contractor  Contract  No. 
WW-628,  SEP  New  Headworks  Facility,  as  modified  by  Modification  No.  1. 

17-0044 

2-28-17 

Fund  Balance 

Reserve  Policy  Rev. 

Adopt  revisions  to  the  Fund  Balance  Reserve  Policy  of  the  SFPUC. 

17-0045 

3-14-17 

WD-2548 

Approve  an  additional  time  extension  to  the  previously  approved  construction  contract 
duration  contingency  for  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades 
Project,  with  Western  Water  Constructors,  Inc.,  of  up  to  639  consecutive  calendar  days; 

Authorize  future  modifications  to  the  contract  for  a  total  revised  contract  duration  up  to  3,044 
consecutive  calendar  days.  The  requested  time  extension  is  needed  to  continue  investigation 
and  monitoring  of  the  electrical  reliability  of  the  Station's  pump  starter  equipment  and  to 
coordinate  with  the  equipment  vendor  to  make  any  necessary  modifications  and/or  repairs. 

17-0046 

3-14-17 

WD-2685 

Accept  work  performed  by  Cal  State  Constructors,  Inc.,  for  Contract  No.  WD-2685,  AWSS 
Reservoir  and  Tanks  Improvement  (2013);  Approve  Modification  No.  24  (Final),  decreasing  the 
contract  by  $1,340,  582;  Authorize  final  payment. 

17-0047 

3-14-17 

WW-653  Resolution 
Amount  Correction 

Ratify  correction  of  the  contract  award  amount  associated  with  Resolution  No.  17-0037, 
adopted  by  the  Commission  on  February  28,  2017,  which  awarded  Contract  No.  WW-653, 

Marin  Street  Sewer  Replacement,  from  $4,762,200  to  $4,860,250.  The  agenda  Item 
referenced  the  correct  contract  award  amount  of  $4,860,250,  however,  the  Resolution 
incorrectly  referenced  a  contract  amount  of  $4,762,200 

17-0048 

3-14-17 

WW-650 

Award  Contract  No.  WW-650,  Foerster  Street  Auxiliary  and  Mangels/Hearst/Detroit  Sewer 
Replacement,  in  the  amount  of  $3,112,150,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Precision  Engineering,  to  perform  sewer  capacity  improvements,  paving 
work,  and  traffic  routing  along  the  subject  streets. 

17-0049 

3-14-17 

WSA:  Biosolids 

Approve  the  Water  Supply  Assessment  for  the  proposed  Biosolids  Digester  Facilities  Project 
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Digester  Facilities 
Project 

17-0050 

3-14-17 

MOU  with  Solano 
County  Water 

Agency 

Authorize  a  MOU  with  the  Solano  County  Water  Agency  to  implement  a  High-Efficiency 

Clothes  Washer  Rebate  Initiative  to  provide  SFPUC  customers  with  rebates  for  the  purchase 
and  installation  of  qualifying  high-efficiency  clothes  washers,  for  an  amount  not  to  exceed 
$175,000,  and  with  a  total  duration  of  24  months. 

17-0051 

3-14-17 

PW-006R 

Award  Contract  No.  PW-006R,  Tenderloin  Pedestrian  Lighting  Improvement  Project  in  the 
amount  of  $2,430,260,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Bay  Area 
Lightworks,  to  install  street  light  infrastructure  on  Larkin,  Hyde,  Leavenworth,  Jones  and  Eddy 
Streets. 

17-0052 

3-14-17 

PR0.0018.Aand 

PRO.0018.B 

Award  As-Needed  Power  Operations  Support  agreements  to  Siemens  Industry,  Inc., 

(PRO.0018.A),  and  Utilicast,  LLC  (PRO.0018.B),  to  perform  short-term,  highly  specialized  work 
for  the  Power  Enterprise;  Authorize  two  professional  services  agreements,  each  for  an  amount 
not  to  exceed  $4,000,000,  and  with  a  duration  of  five  years. 

17-0053 

3-14-17 

Closed  Session 

Charleen  Magzhi  (Recommended  Partial  Settlement -Casitas) 

17-0054 

3-14-17 

WWE  Supplemental 
Appropriation 

Adopt  a  Resolution  authorizing  a  Supplemental  Appropriation  in  the  amount  of  $5,000,000 

for  the  WWE  for  the  purpose  of  paying  claims,  settlements,  legal  expenses,  litigation  costs, 
judgements  and  related  expenses. 

17-0055 

3-28-17 

CS-242  A-D 
Amendment  2 

Approve  Amendment  No.  2  to  Agreement  Nos.  CS-242A-D,  As-needed  Environmental 

Support,  with  Baseline  Environmental  Consulting  (CS-242A);  ESA+Orion  Joint  Venture  (CS- 
242B);  URS  Corporation  (now  AECOM)  (CS-242C);  and  RMC  Water  and  Environment  (now 

RMC,  a  Woodard  &  Curran  Company)  (CS-242D),  to  continue  to  provide  environmental 
analyses,  surveys,  and  reports,  and  prepare  resource  agency  permit  applications.  Authorize 
the  GM  to  negotiate  and  execute  four  amendments,  each  in  the  amount  of  $1,850,000,  for  a 
total  not-to-exceed  amount  of  $5,600,000  per  agreement. 

17-0056 

3-28-17 

CS-294.H 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-294.H,  Health  and  Safety  Hazards  on 

Treasure  Island,  with  Langan  Treadwell  &  Rollo,  to  provide  continued  annual  and  quarterly 
updates  to  the  SFPUC  Safe  Practices  Map  and  Health  and  Safety  Requirements  Matrix. 

Authorize  this  amendment,  increasing  the  agreement  amount  by  $25,000  and  the  agreement 
duration  by  two  years. 

17-0057 

3-28-17 

WD-2707 

Approve  an  increase  in  the  construction  contract  duration  contingency  for  Contract  No.  WD- 

2707,  As-Needed  Integration  Services  (Lenel  VAR  required)  -  2013  to  2015,  of  up  to  258 
consecutive  calendar  days.  Authorize  future  modifications  to  the  contract  for  a  total  revised 
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contract  duration  of  up  to  1,241  consecutive  calendar  days.  The  additionally  requested 
construction  contract  duration  is  due  to  previous  delays  in  the  completion  of  the  following 

WSIP  projects:  Harry  Tracy  Water  Treatment  Plant  Long-Term  Upgrades;  Sunol  Valley  Water 
Treatment  Plant  Expansion  &  Treated  Water  Reservoir;  and  Crystal  Springs  San  Andreas 
Transmission  Upgrade. 

17-0058 

3-28-17 

CS-235 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-235,  Planning  and  Engineering  Services, 
Southeast  Plant  (SEP)  Biosolids  Digester  Facilities,  with  Brown  and  Caldwell,  to  provide 
specialized  wastewater  process  facility  design,  engineering  services  during  construction,  and 
facility  start-up/commissioning  for  the  new  SEP  biosolids  digester  facilities.  Authorize  this 
amendment  increasing  the  agreement  by  $73,500,000,  and  with  a  time  extension  of  2.5  years. 

17-0059 

3-28-17 

PR0.0028 

Approve  the  selection  of  HDR  Engineering,  Inc.  (HDR);  award  Agreement  No.  PR0.0028,  New 
Headworks  Facility  Construction  Management  Staff  Augmentation  Services,  to  provide 
construction  management  staff  augmentation  services  for  the  New  Headworks  Facility 

Project.  Authorize  the  GM  to  negotiate  and  execute  a  professional  services  agreement  with 

HDR  for  an  amount  not  to  exceed  $17,000,000,  and  with  a  duration  of  six  years. 

17-0060 

3-28-17 

Debt  Service 

Coverage  Policy 

Adopt  a  new  Debt  Service  Coverage  Policy  of  the  San  Francisco  Public  Utilities  Commission. 

17-0061 

3-28-17 

Capital  Financing 

Policy 

Adopt  a  new  Capital  Financing  Policy  for  the  San  Francisco  Public  Utilities  Commission. 

17-0062 

3-28-17 

CS-913 

Amendment  4 

Approve  Amendment  No.  4  to  Agreement  No.  CS-913,  Construction  Management  Services  Bay 
Tunnel  Project,  with  Jacobs  Engineering  Group  to  continue  providing  construction 
management  services.  Authorize  this  amendment,  with  a  time  extension  of  six  months. 

17-0063 

3-28-17 

Month-to-Month 

Lease  with  Crystal 
Springs  Golf  Partners 

Authorize  the  GM  to  execute  a  new  month-to-month  lease  to  Crystal  Springs  Golf  Partners, 

LP  to  use  approximately  199  acres  of  SFPUC  Parcel  31  in  the  SFPUC  Peninsula  Watershed  in 
Burlingame,  CA  as  an  18-hole  golf  course  and  driving  range  for  a  monthly  rent  equal  to  the 
greater  of  Percentage  Rent  or  $83,333.33  in  base  rent  for  a  term  to  expire  no  later  than 

December  31,  2017. 

17-0064 

4-11-17 

CS-1004.B  Novation 

Approve  the  novation  of  Agreement  No.  CS-1004.B,  Engineering  Design  Services  for  OSP; 
Authorize  a  Novation  Agreement  for  the  existing  Agreement  No.  CS-1004.B,  from  M  WH 

Americas,  Inc.,  to  Stantec  Consulting  Services,  Inc. 

17-0065 

4-11-17 

CS-167.C  Novation 

Approve  the  novation  of  Agreement  No.  CS-167.C,  Comprehensive  Technical  Services  for 
Renewable  &  Advanced  Energy  Generation  Systems;  Authorize  a  Novation  Agreement  for  the 
existing  Agreement  No.  CS-167.C,  from  MWH  Americas,  Inc.  to  Stantec  Consulting  Services, 
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Inc. 

17-0066 

4-11-17  - 

-CS-169  Novation 

Approve  the  novation  of  Agreement  No.  CS-169,  Planning  and  Engineering  Services,  Central 

Bayside  System  Improvement  Project;  A  Novation  Agreement  for  the  existing  Agreement  No. 
CS-169,  from  MWH  Americas,  Inc.,  to  Stantec  Consulting  Services,  Inc.,  subject  to  Board  of 
Supervisors'  approval  under  Charter  Section  9.118. 

17-0067 

4-11-17 

CS-296D  Novation 

Approve  the  novation  of  Agreement  No.  CS-296D,  HSIP  Professional  and  Engineering  Support 

Services;  Authorize  a  Novation  Agreement  for  the  existing  Agreement  No.  CS-296D,  from 

MWH  Americas,  Inc.  to  Stantec  Consulting  Services,  Inc. 

17-0068 

4-11-17 

CS-391.C  Novation 

Approve  the  novation  of  Agreement  No.  CS-391.C,  As-Needed  Operations  and  Maintenance 

Services  for  HHWP;  Authorize  a  Novation  Agreement  for  the  existing  Agreement  No.  CS-391.C, 
from  MWH  Americas,  Inc.,  to  Stantec  Consulting  Services,  Inc.;  Approve  Amendment  No.  1  to 
Agreement  No.  CS-391.C;  Authorize  a  professional  services  amendment  in  an  amount  of 
$2,000,000. 

17-0069 

4-11-17 

HH-987(i) 

Accept  work  performed  by  Big  Valley  Electric  for  Contract  No.  HH-987(i),  Moccasin  Control 

and  Server  Building  Condenser  Loop  Water  Heating  Work;  Approve  Modification  No.  1  (Final), 
increasing  the  contract  amount  by  $14,126,  and  with  a  time  extension  of  32  consecutive 
calendar  days;  Authorize  final  payment. 

17-0070 

4-11-17 

PRO-0001 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  PR0.0001,  As-needed  Laboratory  Analytical 

Services  with  the  prime  consultant  Eurofins  Eaton  Analytical,  Inc.,  to  provide  ongoing  as- 
needed  reference  laboratory  testing  of  drinking  water,  wastewater,  groundwater,  soils, 
sediments,  solids,  hazardous  waste,  biota,  and  treatment  chemical  quality  control;  Authorize 
this  amendment  with  a  time  extension  up  to  two  years. 

17-0071 

4-11-17 

WD-2750 

Accept  work  performed  by  Engineering/Remediation  Resource  Group,  Inc.,  for  Contract  No. 

WD-2750,  Remediation  at  520  John  Muir  Drive,  for  a  total  contract  amount  of  $10,417,287, 
and  with  a  total  contract  duration  of  310  consecutive  calendar  days;  Authorize  final  payment. 

17-0072 

4-11-17 

WW-605R 

Approve  an  increase  in  the  existing  construction  contract  contingency  for  Contract  No.  WW- 

605R,  Mission  and  Valencia  Streets  Green  Gateway,  with  Anvil  Builders,  Inc.,  in  the  amount  of 
$137,000,  and  an  increase  of  the  contract  duration  for  an  additional  55  consecutive  calendar 
days;  Authorize  future  modifications  to  this  contract,  if  appropriate,  up  to  a  total  revised 
contract  price  of  $3,630,914,  and  up  to  a  total  revised  contract  duration  of  475  consecutive 
calendar  days. 

17-0073 

4-11-17 

Collaborative 
Agreement  with 

Authorize  the  GM  to  negotiate  and  execute  a  Collaborative  Agreement  with  HiBot  USA,  Inc., 

for  a  duration  of  two  years  to  collaborate  on  the  development  of  a  Water  Main-Attribute  Risk 
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HiBot  USA 

Based  Prioritization  Model  for  the  SFPUC  water  distribution  system,  which  if  developed,  will 
permit  SFPUC  to  conduct  prediction/analysis  to  produce  more  efficient  pipeline  replacement 
recommendations  and  remaining  life  assessments  forSFPUC's  pipelines. 

17-0074 

4-11-17 

Public  Hearing: 

Revise  Schedule  of 
Rates  &  Charges  CPSF 

Public  Hearing:  Discussion  and  possible  action  to  approve  revised  schedule  of  rates  and 
charges  for  the  SFPUC  Power  Enterprise  CleanPowerSF  program  service  within  San  Francisco 
effective  July  1,  2017. 

17-0075 

4-11-17 

Public  Hearing:  Lift 
Voluntary  Water 
Restrictions 

Public  hearing:  Discussion  and  possible  action  to  lift  the  voluntary  10%  system-wide 
reduction  in  water  use  and  corresponding  10%  mandatory  reduction  with  excess  use  charges 
for  Interruptible  Water  Service  customers. 

17-0076 

4-11-17 

CS-225R 

Amendment  3 

Approve  Amendment  No.  3  to  Agreement  No.  CS-225R,  Seismic  Upgrade  of  BDPL  Nos.  3&4  at 
Hayward  Fault,  Construction  Management  Services  with  EPC  Consultants,  Inc.,  to  continue 
providing  CM  services;  Authorize  this  amendment  with  a  time  extension  up  to  six  months. 

17-0077 

4-11-17  WD-2705 

— Modification  15 

Approve  Modification  No.  15  to  Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression 

System,  with  Azul  Works,  Inc.,  with  a  time  extension  of  664  consecutive  calendar  days  . 

17-0078 

4-11-17 

Closed  Session 

George  Birmingham  v.  City  and  County  of  San  Francisco 

17-0079 

4-25-17 

CS-391.A&B 
Amendment  1 

Approve  Amendment  No.  1  to  Agreement  Nos.  CS-391.A&B,  As-Needed  Operations  and 
Maintenance  Services  for  HHWP,  with  Amec  Foster  Wheeler/Sonika  Joint  Venture  (JV)  (CS- 
391.A);  and  Black  &  Veatch  Corporation  (CS-391.B),  to  support  ongoing  HHWP  operational 
responsibilities.  Authorize  two  professional  services  amendments,  each  for  an  amount  of 
$2,000,000. 

17-0080 

4-25-17 

DB-124 

Modification  9 

Approve  Modification  No.  9  to  Contract  No.  DB-124,  San  Joaquin  Valley  Communication 

System  Upgrade,  with  Communication  Services,  Inc.,  increasing  the  existing  construction 
duration  contingency  of  up  to  183  consecutive  calendar  days;  Authorize  future  modifications 
to  the  contract  for  a  total  revised  contract  duration  of  up  to  797  consecutive  calendar  days. 

17-0081 

4-25-17 

HH-979 

Accept  work  performed  by  Cratus,  Inc.,  for  Contract  No.  HH-979,  San  Joaquin  Pipeline  No.  1 
Replacement  at  the  San  Joaquin  Valve  House;  Approve  Modification  No.  9  (Final),  decreasing 
the  contract  amount  by  $241,356,  for  a  total  contract  amount  of  $1,694,567,  with  a  time 
reduction  of  39  consecutive  calendar  days,  decreasing  the  total  contract  duration  to  434 
consecutive  calendar  days;  Authorize  final  payment. 

17-0082 

4-25-17 

WW-572R 

Modification  3 

Approve  Modification  No.  3  to  Contract  No.  WW-572R,  Westside  Pump  Station  (WSS) 

Discharge  Pipe  Manifold  Upgrade,  with  Cal  State  Constructors,  Inc.,  to  replace  damaged 
mechanical  and  electrical  equipment  and  utilities  and  associated  facility  dewatering  during 
dry-weather  season  at  the  WSS,  increasing  the  contract  duration  by  173  consecutive  calendar 
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days. 

17-0083 

4-25-17 

WW-597 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WW-579, 
North  Point  Wet  Weather  Facility  Dewatering  Pump  Replacement  and  Electrical  Upgrade,  with 
Anvil  Builders,  increasing  the  contract  amount  by  $15,570.  Approve  future  modifications  to 
the  contract,  for  a  total  revised  contract  cost  up  to  $950,295. 

17-0084 

4-25-17 

WW-649 

Award  Contract  No.  WW-649,  Paul  Avenue  Sewer  Replacement,  in  the  amount  of  $736,410, 

to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline,  Inc.,  to  replace  the 
existing  sewers  on  Paul  Avenue  from  Crane  Street  to  3rd  Street  in  the  City  of  SF. 

17-0085 

4-25-17 

Amended  and 

Restated  Issuing  and 
Paying  Agent 
Agreement 

Approve  Amended  and  Restated  Issuing  and  Paying  Agent  Agreement  with  U.S.  Bank 

National  Association  for  the  $150M  Series  A-l  Commercial  Paper  Notes  of  the  Wastewater 
Commercial  Paper  Program. 

17-0086 

4-25-17 

Wastewater 

Enterprise 
“Commercial  Paper 
Notes  Program 

Authorize  the  GM  to  increase  the  WWE  Commercial  Paper  Notes  Program  from  $500,000,000 

to  $750,000,000,  subject  to  BOS  approval;  Authorize  the  GM  to  negotiate  and  enter  into 
various  related  agreements  described  in  the  Resolution,  including  Credit  Facility  Agreements 
in  the  principal  amount  not-to-exceed  $150  million  with  Bank  of  America,  N.A.,  and  not-to- 
exceed  $100  million  with  Sumitomo  Mitsui  Banking  Corporation,  and  approve  a  form  of  Dealer 
Agreement  with  Citigroup  Global  Markets,  Morgan  Stanley  &  Co.,  U.S.  Bancorp,  Goldman, 

Sachs  &  Co.,  and  RBC  Capital  Markets,  LLC. 

17-0087 

4-25-17 

Second  Amendment 
to  the  Agreement  to 
Exchange  Interests  in 
Real  Property 
(Midpeninsula) 

Authorize  the  Second  Amendment  to  the  Agreement  to  Exchange  Interests  in  Real  Property 

dated  November  17,  2010,  between  the  CCSF,  acting  through  the  SFPUC,  and  the 

Midpeninsula  Regional  Open  Space  District,  whereby  the  SFPUC  will  grant  a  new  20-foot  wide 
easement  to  District  for  a  public  trail  on  property  under  the  SFPUC's  jurisdiction  in  East  Palo 

Alto,  subject  to  BOS  and  Mayoral  approval.  The  SFPUC  property  is  commonly  known  as  the 
Ravenswood  Property  (Assessor's  Parcels  No.  093-590-030,  093-590-050  and  093-590-060).  In 
exchange,  the  District  will  quitclaim  all  right,  title  and  interest  in  an  existing  open  space 
easement  on  the  Ravenswood  Property  that  the  SFPUC  granted  to  District  pursuant  to  the 
Exchange  Agreement.  The  parties  will  not  exchange  any  monetary  consideration. 

17-0088 

4-25-17 

Purchase  and  Sales 
Agreement  with 
George  Birmingham 

Adopt  a  finding  declaring  that  the  approximately  3,429  square-foot  parcel  under  the 

jurisdiction  of  the  SFPUC,  Assessor's  Parcel  Lot  23,  Block  2719C,  located  on  Burnett  Avenue  at 
Copper  Alley  in  SF  is  surplus  to  the  SFPUC's  utility  needs;  Approve  the  terms  and  conditions 
and  authorize  a  Purchase  and  Sale  Agreement  with  George  Birmingham,  to  sell  both  the 

SFPUC  Parcel  and  the  adjacent  8,795  square-foot  parcel  under  the  jurisdiction  of  the  SFPW, 
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for  a  combined  sales  price  of  $1,500,000;  Approve  the  terms  and  conditions  and  authorize  a 
Reimbursement  Agreement;  Authorize  a  request  to  the  BOS  and  the  Mayor  to  approve  the 

Parcel  sale,  subject  to  the  terms  of  the  Purchase  Agreement. 

17-0089 

4-25-17 

MOU  with  TIDA 

Authorize  a  MOU  with  the  Treasure  Island  Development  Agency  for  proposed  new 
wastewater  treatment  and  recycled  water  treatment  facilities  to  serve  Treasure  Island  and 

Yerba  Buena  Island,  and  related  actions  and  real  property  improvements  and  transfers, 
subject  to  Board  of  Supervisors'  approval,  as  required. 

17-0090 

4-25-17 

MOA  with  TIDA, 

SFPUC,  SFMTA,  SFPW 

Authorize  a  MOA  among  the  Treasure  Island  Development  Authority,  the  San  Francisco 

Public  Utilities  Commission,  the  San  Francisco  Municipal  Transportation  Agency,  and  San 
Francisco  Public  Works,  regarding  the  future  ownership  and  maintenance  responsibilities  for 
public  improvements  to  be  constructed  by  Treasure  Island  Community  Development  in  the 
course  of  development  on  Treasure  Island  and  Yerba  Buena  Island. 

17-0091 

4-25-17 

Project  No. 
CUW2730504 

Adopt  findings  pursuant  to  the  CEQA;  Approve  Project  No.  CUW2730504,  San  Andreas 

Pipeline  No.  2  Replacement;  Authorize  the  GM  or  his  designee  to  implement  the  Project  in 
compliance  with  the  Charter  and  applicable  law,  subject  to  the  approval  of  the  Board  of 
Supervisors  as  required. 

17-0092 

4-25-17 

DB-128R2 

Approve  the  Request  for  Bids  for  Pre-Construction  and  Construction  Services  and  award 

Contract  No.  DB-128R2,  Bay  Corridor  Transmission  and  Distribution  -  Phase  1,  a  Design-Build 
Contract  (DBC),  in  the  amount  of  $15,283,930,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  A&B  Construction,  to  perform  design  and  construction  of  an  electrical  duct 
bank,  WWE  Mariposa  dry-weather  force  main,  and  gravity  sewer  improvements;  Authorize 
the  DBC  with  A&B  Construction  consistent  with  the  requirements  of  Section  6.61(G)  of  the  SF 
Administrative  Code. 

17-0093 

4-25-17 

PRO-0060 

Award  Agreement  No.  PRO. 0060,  State  Legislative  Representation  and  Advocacy  Services  to 
Edelstein  Gilbert  Robson  &  Smith  (EGRS),  LLC,  to  provide  state  legislative  representation  and 
advocacy  services  to  the  SFPUC;  Authorize  a  professional  services  agreement  with  EGRS  for  an 
amount  not-to-exceed  $1,200,000,  and  with  a  duration  of  five  years. 

17-0094 

4-25-17 

PRO-0061 

Award  Agreement  No.  PRO.0061,  Federal  Legislative  Representation  and  Advocacy  Services, 
to  Daryl  Owen  Associates,  Inc.,  to  provide  federal  legislative  representation  and  advocacy 
services  to  the  SFPUC;  Authorize  a  professional  services  agreement  with  Daryl  Owen 

Associates,  Inc.,  for  an  amount  not  to  exceed  $1,200,000,  and  with  a  duration  of  five  years. 

17-0095 

4-25-17 

CS-320 

Approve  Amendment  No.  1  to  Agreement  No.  CS-320,  Grant  Agreement  with  Garden  for  the 
Environment  and  its  fiscal  sponsor,  SF  Parks  Alliance,  to  continue  to  operate  a  public 
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demonstration  garden  and  educational  programs  on  SFPUC  property;  Authorize  the 
amendment,  increasing  the  grant  agreement  by  $380,000,  with  a  time  extension  of  two  years. 

17-0096 

4-25-17 

Revocable  License 
with  SF  Parks  Alliance 

Authorize  a  five-year,  no-fee  revocable  license  with  the  SF  Parks  Alliance,  as  Licensee,  as 
fiscal  sponsor  of  the  Garden  for  the  Environment,  to  operate  a  public  demonstration  garden 
and  provide  environmental  educational  programs  on  approximately  21,148  square  feet  of 
property  under  SFPUC  jurisdiction  at  Seventh  Avenue  and  Lawton  Street  in  SF.  The  2017 

License  will  replace  existing  SFPUC  License  No.  4133.  Licensee  will  not  pay  any  rent  for  use  of 
License  Area  and  will  use  SFPUC  Grant  Agreement  CS-320,  as  amended  (CS-320)  funds  for 

GFE's  continued  operation  of  the  public  demonstration  garden  and  environmental  education 
programs  on  the  License  Area. 

17-0097 

5-9-17 

CWWSIPCSSR09 

Approve  Project  No.  CWWSIPCSSR09,  Drumm  and  Jackson  Streets  Sewer  System 

Improvements;  Authorize  the  Project  in  conjunction  with  implementing  Project  No. 
CWWSIPCSPS02,  Force  Main  Rehabilitation  at  Embarcadero  and  Jackson  Streets,  including 
authorizing  the  GM:  (i)  to  negotiate  and  execute  a  new  or  amended  MOU,  an  encroachment 
permit,  and/or  other  form  of  agreement  with  the  Port  of  SF  to  obtain  necessary  access  to  Port 
property  for  implementation  of  the  Projects;  and  (ii)  to  negotiate  and  execute  a  Permit  to 

Enter  and  Use  Property  with  Port  tenant  Ferry  Building  Associates,  LLC,  to  obtain  access  to 

Seawall  Lot  351  for  construction  and  staging. 

17-0098 

5-9-17 

HH-977R 

Accept  work  completed  by  Big  Valley  Electric  for  Contract  No.  FIH-977R,  O'Shaughnessy  Dam 

Drum  Gate  Automation,  for  a  total  contract  amount  of  $769,082,  and  with  a  total  contract 
duration  of  263  consecutive  calendar  days;  Authorize  final  payment. 

17-0099 

5-9-17 

HH-988R 

Award  Contract  No.  FIH-988R,  Kirkwood  Penstock  Short  Term  Risk  Reduction  Measures,  in  the 

amount  of  $1,277,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Big  Valley 
Electric,  to  provide  short  term  risk  reduction  measures  to  Kirkwood  Penstock,  including  the 
installation  of  a  Foundation  Monitoring  Warning  System  to  detect  potential  slope  movement, 
repair  of  an  existing  reinforced  concrete  saddle,  repair  and  maintenance  to  the  existing  slope 
drainage  system,  and  procurement  of  materials  that  could  be  used  for  emergency  repairs, 
including  large  diameter  pipe  couplings  and  rolled  steel  plates. 

17-0100 

5-9-17 

WD-2503R 
Modification  3 

Accept  work  performed  by  Empire  Engineering  &  Construction,  Inc.,  for  Contract  No.  WD- 

2503R,  8'  DIM  Installation  in  Jackson,  Washington,  Sacramento,  and  Davis  Streets;  Approve 
Modification  No.  3  (Final),  decreasing  the  contract  by  $98,265;  Authorize  final  payment. 

17-0101 

5-9-17 

Rules  &  Regulations 
Governing  Electric 

Public  Hearing:  Discussion  and  possible  action  to  adopt  revised  SFPUC  Rules  &  Regulations 
Governing  Electric  Service.  The  revised  Rules  replaces  in  its  entirety  both  the  original  version 
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Service 

approved  by  the  Commission  in  Feb.  2010  and  amendments  approved  in  Nov.  2015. 

17-0102 

5-9-17 

50%  Renewable 

Energy  Target  CPSF 

Discussion  and  possible  action  to  adopt  a  new  target  of  50%  renewable  energy  by  the  end  of 
2020  for  the  CleanPowerSF  Green  (default)  product. 

17-0103 

5-9-17 

MOU  between  SFPUC 
and  SF  LAFCo, 
Amendment  3 

Approve  Amendment  No.  3  to  the  MOU  between  the  SFPUC  the  SF  LAFCo;  Authorize  the 
amendment  with  a  term  extension  of  two  years,  subject  to  BOS  approval  under  Charter 

Section  9.118.  The  amendment  would  extend  the  duties  performed  by  LAFCo  to  monitor  and 
advise  the  SFPUC  and  BOS  regarding  the  progress  of  CleanPowerSF. 

17-0104 

5-9-17 

Wholesale  Water 

Rate  Schedule 

Adopt  FYE  2018  Wholesale  Water  Rate  Schedule,  as  applied  to  meter  readings  on  or  after  July 

1,  2017.  The  Schedule  reflects  the  terms  of  the  2009  WSA  between  the  CCSF  and  Wholesale 
Customers,  which  was  approved  on  April  28,  2009  by  Commission  Resolution  No.  09-0069. 

17-0105 

5-9-17 

CS-1022[G]  A&B 
Amendment  1 

Approve  BOS/add-back-funded  Agreement  Nos.  CS-1022[G].A  &  B,  Sidewalk  Garden  Project 
Grant,  with  Climate  Action  Now!,  and  its  fiscal  sponsor  the  SF  Alliance  (CS-1022[G].A),  and 
Friends  of  the  Urban  Forest  (CS-1022[G].B);  Approve  Amendment  No.  1  to  continue  providing 
program  and  project  management  services  for  the  Sidewalk  Garden  Project;  Authorize  the 
amendments,  increasing  the  agreements  by  $340,000  cumulatively  for  Fiscal  Years  16-17,  and 
17-18,  and  with  a  time  extension  up  to  three  years  and  six  months. 

17-0106 

5-9-17 

CS-392[G]A-C 
Amendment  1 

Approve  Amendment  No.  1  to  Agreement  Nos.  CS-392[G].A-C,  K-8  Outdoor  Education  Grant 
agreement  with  three  local  community-based  nonprofit  organizations:  Climate  Action  Now! 
and  its  fiscal  sponsor  the  SF  Parks  Alliance  (CS-392[G].A);  Community  Grows,  and  its  fiscal 
sponsor  the  Tides  Center  (CS-392[G].B);  and  Education  Outside  (CS-392[G].C),  to  provide 
outdoor  education  services  to  8,000  elementary  students  grades  K-8  in  the  SFUSD;  Authorize 
the  amendment,  extending  each  agreement  duration  up  to  one  year. 

17-0107 

5-9-17 

PR0.0055 

Approve  the  selection  of  GHD,  AGS,  JV;  Award  Agreement  No.  PR0.0055,  SE  Outfall  Islais 

Creek  Crossing  Replacement,  to  provide  engineering  design  and  construction  support  services 
to  replace  a  segment  of  the  SE  Outfall;  Authorize  a  professional  services  agreement  with  GHD- 
AGS  JV  for  an  amount  not  to  exceed  $3,000,000,  and  with  a  duration  of  five  years. 

17-0108 

5-9-17 

WD-2776 

Award  Contract  No.  WD-2776,  SF  Westside  Recycled  Water  Treatment  Facility  at  OSP,  in  the 
amount  of  $87,597,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  S.J. 

Amoroso  Construction  Co.,  to  construct  a  new  recycled  water  treatment  facility  and 
transmission  pump  station  at  the  Plant. 

17-0109 

5-9-17 

WD-2820R 

Authorize  a  contract  for  an  amount  not-to-exceed  $15,577,000  with  the  sole  qualified, 
responsible,  and  responsive  bidder,  A.  Ruiz  Construction  Co.  &  Assoc.,  as  permitted  under  SF 
Administrative  Code  Section  6.23(c)(2);  and  upon  successful  negotiations,  approve  the  plans 
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and  specifications  and  award  Contract  No.  WD-2820R,  SF  Local  Water  As-Needed  Paving 
(FY16-19),  to  restore  pavement  for  excavations  in  street  and  sidewalks. 

17-0110 

5-9-17 

WW-647R 

Approve  the  selection  of  MWH  Constructors/Webcor  Builders  JV;  Award  Contract  No.  WW- 
647R,  SEP  Biosolids  Digester  Facilities  Construction  Manager/General  Contractor  agreement 
(CM/GC);  Authorize  a  CM/GC  agreement  with  MWH  Constructors/Webcor  Builders  JV, 
consistent  with  the  requirements  of  Section  6.68(b)(2)  of  the  SF  Admin.  Code  for  the  proposed 
new  Biosolids  Digester  Facilities,  for  an  amount  not  to  exceed  $6,069,749  for  pre-construction 
services,  and  if  the  Commission  approves  the  Project,  for  an  amount  not-to-  exceed 
$932,715,777  for  construction  services.  This  action  authorizes  the  GM  to  issue  a  Notice  to 

Proceed  for  pre-construction  services,  but  construction  services  will  not  be  authorized  under 
this  agreement  unless  and  until  the  FEIR  is  certified,  and  this  Commission  has  reviewed  and 
considered  the  FEIR,  adopted  CEQA  findings  and  a  MMRP,  and  approves  the  proposed  Project. 

17-0111 

5-23-17 

HH-981 

Approve  an  increase  in  the  construction  duration  contingency  for  Contract  No.  HH-981, 

Mountain  Tunnel  Access  &  Adit  Improvement  Project,  of  up  to  210  consecutive  calendar  days. 
Authorize  future  modifications  to  the  contract  for  a  total  revised  contract  duration  of  up  to 

649  consecutive  calendar  days,  with  no  change  to  the  contract  cost.  The  increase  in  the 
construction  duration  contingency  is  needed  to  complete  additional  road  repairs  damaged 
during  the  recent  winter  rainstorms  and  allow  additional  time  to  review,  negotiate,  and 
process  the  related  potential  change  orders. 

17-0112 

5-23-17 

HH-986 

Approve  an  increase  in  the  existing  construction  contract  duration  contingency  of  up  to  180 

consecutive  calendar  days  for  Contract  HH-986,  2017  Mountain  Tunnel  Interim  Repair  Project. 
Authorize  future  modifications  to  the  contract  for  a  total  revised  contract  duration  of  up  to 

436  consecutive  calendar  days,  with  no  change  to  the  contract  cost.  The  increase  in  the 
construction  duration  contingency  is  needed  to  allow  additional  time  to  review,  negotiate,  and 
process  change  orders  related  to  additional  repairs  made  to  the  Mountain  Tunnel  during  the 
56-day  outage  beyond  those  specified  in  the  contract. 

17-0113 

5-23-17 

WD-2686 

Approve  an  increase  to  the  existing  construction  contract  cost  contingency  in  the  amount  of 

up  to  $1,500,000,  and  an  increase  to  the  existing  contract  duration  contingency  of  up  to  548 
consecutive  calendar  days  for  Contract  No.  WD-2686,  AWSS  Pumping  Station  No.  1 
Improvements.  Authorize  future  contract  modifications  for  a  total  revised  contract  amount  up 
to  $10,731,700,  and  a  total  contract  duration  of  up  to  1,258  consecutive  calendar  days. 

17-0114 

5-23-17 

WW-580 

Accept  work  performed  by  Cal  State  Constructors  for  Contract  No.  WW-580,  OSP  W2  and  W3 

Water  System  Improvements,  for  a  total  contract  amount  of  $1,539,611,  and  with  a  total 
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contract  duration  of  630  consecutive  calendar  days;  Authorize  final  payment. 

17-0115 

5-23-17 

WW-629 

Award  Contract  No.  WW-629,  Various  Locations  Sewer  Replacement  and  Pavement 

Renovation  No.  1,  in  the  amount  of  $7,404,605,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Shaw  Pipeline,  to  replace  existing  sewers  and  street  pavement  at  various 
locations  in  the  City  and  County  of  SF. 

17-0116 

5-23-17 

WW-636 

Award  Contract  No.  WW-636,  Various  Locations  Sewer  Replacement  and  Pavement 

Renovation  No.  4,  in  the  amount  of  $5,062,012,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  D'Arcy  &  Harty  Construction  to  replace  the  existing  sewers  and  street 
pavement  on  the  subject  streets  in  the  City  and  County  of  SF. 

17-0117 

5-23-17 

Attestation  of 
“Veracity  for 
CleanPowerSF  2016 
Power  Source 
Disclosure  Report 

Approve  execution  of  an  attestation  of  veracity  for  CleanPowerSF's  2016  Power  Source 
Disclosure  Report  and  submission  of  that  Report  to  the  California  Energy  Commission. 
CleanPowerSF  is  required  by  State  law  to  annually  disclose  the  sources  of  electricity 
generation  used  to  serve  its  end-use  electric  customers  through  the  preparation  of  the  PSD 
Report  and  Power  Content  Label.  During  the  2016  calendar  year,  CleanPowerSF  successfully 
delivered  a  substantial  portion  of  its  electric  energy  supply  from  renewable  energy  sources 
under  CA's  Renewable  Portfolio  Standard.  For  Green  customers,  the  percentage  of  supply 
attributable  to  renewable  energy  sources  was  40%;  for  SuperGreen  customers,  renewable 
energy  resources  comprised  100%  of  the  supply  portfolio. 

17-0118 

5-23-17 

Attestation  of 

Veracity  for  SFPUC 
2016  Power  Source 
Disclosure  Report 

Approve  execution  of  an  attestation  of  veracity  for  the  SFPUC  2016  Power  Source  Disclosure 
Report  and  submission  of  that  Report  to  the  CA  Energy  Commission.  The  SFPUC  is  required  by 
State  law  to  annually  disclose  the  sources  of  electricity  generation  used  to  serve  the  SFPUC's 
end-use  electric  customers  through  the  preparation  of  the  PSD  Report  and  Power  Content 

Label.  The  2016  Report  discloses  that  the  electricity  sources  used  to  serve  the  SFPUC's  end- 
use  electric  customers  were  99.2%  greenhouse-gas  free  hydroelectric  generation  from  the 

Hetch  Hetchy  system  and  0.8%  eligible  renewable  energy  resources  under  California's 

Renewable  Portfolio  Standard.  This  PSD  report  covers  the  SFPUC's  operations  as  a  publicly- 
owned  electric  utility. 

17-0119 

5-23-17 

CS-246 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-246,  Technical  Support  Services,  with  Utility 
System  Efficiencies  to  maintain  HHWP's  access  to  regulatory  support  services;  Authorize  the 
amendment  increasing  the  agreement  by  $3,000,000,  for  a  total  not-to-exceed  agreement 
amount  of  $5,000,000,  and  with  a  time  extension  of  two  years,  for  a  total  agreement  duration 
of  seven  years,  six  months,  and  18  days. 

17-0120 

5-23-17 

DB-127R 

Approve  the  selection  of  RES  System  3,  LLC,  as  the  lowest,  qualified,  responsible  and 
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responsive  bidder;  Award  Contract  No.  DB-127R,  Warnerville  Substation  Rehabilitation,  a 
Design-Build  Agreement  for  design,  construction,  and  commissioning  a  complete  substation 
refurbishment  that  will  improve  the  reliability  of  existing  power  transmission  to  customers. 
Authorize  a  DBA  with  RES  System  3,  LLC,  consistent  with  the  requirements  of  Section  6.61(g) 
of  the  SF  Administrative  Code,  for  a  total  amount  not-to-exceed  $21,639,991. 

17-0121 

5-23-17 

WD-2818 

Award  Contract  No.  WD-2818,  Sunol  Valley  Water  Treatment  Plant  SCADA  Server  Room,  in 

the  amount  of  $1,011,171  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Integra 
Construction  Services,  to  relocate  the  Sunol  Valley  Water  Treatment  Plant  Supervisory, 

Control,  and  Data  Acquisition  server  room,  install  an  air  conditioning  system,  and  install  fire 
suppression  equipment. 

17-0122 

5-23-17 

MOA  with  USDA 

Authorize  the  GM  to  execute,  on  behalf  of  the  City  and  County  of  SF,  a  MOA  with  the  USDA, 

Forest  Service,  Stanislaus  National  Forest,  for  an  amount  not  to  exceed  $806,919,  with  a 
duration  of  five  years,  to  provide  watershed  protection  for  the  approved  standby  water 
sources  within  the  Stanislaus  National  Forest. 

17-0123 

5-23-17 

20-Year  Lease  to 
Crystal  Springs  Golf 
Partners 

Authorize  a  new  20-year  lease  to  Crystal  Springs  Golf  Partners,  LP,  to  use  approximately  199 

acres  of  SFPUC  Parcel  31  in  the  Peninsula  Watershed  in  Burlingame,  CA,  for  use  as  an  18-hole 
golf  course  and  driving  range  for  an  annual  rent  equal  to  the  greater  of  Percentage  Rent  or 

Base  Rent,  initially  $1  million,  plus  $2.25  million  in  tenant  capital  improvement  commitments, 
subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.118. 

17-0124 

17-0125 

5-23-17 

Closed  Session 

Adam  Holm  dba  Pseudo  Studio  v.  City  and  County  of  San  Francisco  Everlane  Inc.,  v.  City  and 
County  of  San  Francisco 

17-0126 

6-13-17 

ACWA  Water 

Agencies  Region  5 

Adoption  of  a  Resolution  in  support  of  the  nomination  of  Anson  B.  Moran  as  a  Board  Member 

for  the  Association  of  California  Water  Agencies,  Region  5. 

17-0127 

6-13-17 

CS-1060 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  CS-1060,  SFPUC  Commission  Executive  Search 

Services  with  The  Hawkins  Co.,  to  conduct  executive  searches  and  oversee  completion  of  a 
compensation  survey  for  the  GM  position;  and  authorize  the  amendment,  increasing  the 
agreement  up  to  $99,000,  and  with  a  time  extension  of  six  months. 

17-0128 

6-13-17 

CS-127.A 

Approve  the  assignment  and  assumption  of  Agreement  No.  CS-127.A,  As-Needed  Building 

Commissioning;  Authorize  an  Assignment  and  Assumption  Agreement  for  the  existing 

Agreement  No.  CS-127.A,  from  EnerNOC,  Inc.,  to  Enpowered  Solutions,  LLC. 

17-0129 

6-13-17 

CS-193.C 

Approve  the  assignment  and  assumption  of  Agreement  No.  CS-193.C,  As-Needed  Energy 
Efficiency  Services;  Authorize  an  Assignment  and  Assumption  Agreement  for  the  existing 
Agreement  No.  CS-193.C,  from  EnerNOC,  Inc.,  to  Enpowered  Solutions,  LLC. 
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17-0130 

6-13-17 

CS-224.A 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-224.A,  System  Integration  and  Support 

Services  Related  to  Project  Controls,  with  MLok  Consulting  to  provide  the  SFPUC  with 
continued  specialized  system  integration  and  support  services,  to  implement  and  improve  the 
delivery  of  its  capital  improvement  programs  and  capital  projects;  Authorize  the  amendment, 
increasing  the  agreement  up-to  $750,000. 

17-0131 

6-13-17 

CS-324A 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-324A,  Security  Consulting  and  Design 

Services,  with  CFI2M  Hill  Engineers;  Authorize  the  amendment  extending  the  term  up  to  one 
year,  for  a  total  agreement  duration  of  four  years. 

17-0132 

6-13-17 

HH-983 

Approve  an  increase  in  the  construction  contract  cost  contingency  of  $2,494,000,  and  an 
increase  to  the  existing  duration  contingency  of  32  consecutive  calendar  days  for  Contract  No. 

FI H -983,  Cherry  Dam  Outlet  Works  Rehabilitation;  and  Authorize  future  modifications  to  the 
contract  for  a  total  revised  contract  amount  of  up  to  $5,863,740,  and  a  total  contract  duration 
of  up  to  670  consecutive  calendar  days. 

17-0133 

6-13-17 

WD-2705 

Accept  the  work  performed  by  Azul  Works  for  Contract  No.  WD-2705,  Town  of  Sunol  Fire 
Suppression  System,  for  a  total  contract  amount  of  $6,568,503,  and  with  a  total  contract 
duration  of  1,029  consecutive  calendar  days;  Authorize  final  payment. 

17-0134 

6-13-17 

WD-2746 

Approve  an  increase  in  the  construction  contract  duration  contingency  for  Contract  No.  WD- 
2746,  AWSS  New  Cisterns  E,  of  up  to  200  consecutive  calendar  days;  Authorize  future 
modifications  to  the  contract,  for  a  total  revised  contract  duration  of  up  to  700  consecutive 
calendar  days. 

17-0135 

6-13-17 

WW-579 

Accept  work  performed  by  Anvil  Builders  for  Contract  No.  WW-579,  North  Point  Facility 
Dewatering  Pump  Replacement  and  Electrical  Upgrade,  for  a  total  contract  amount  of 
$950,295,  and  total  contract  duration  of  467  consecutive  calendar  days;  Authorize  final 
payment. 

17-0136 

6-13-17 

WW-599R 

Award  Contract  No.  WW-599R,  SEP  Cryogenic  Oxygen  Plant  Demolition  and  Liquid  Oxygen 

System  Upgrades,  in  the  amount  of  $6,547,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Cal  State  Constructors  to  demolish  the  existing  cryogenic  oxygen  plant  at 

SEP  and  to  construct  a  new  liquid  oxygen  system  consisting  of  four  vertical  storage  tanks, 
vaporizers  and  an  unloading  station. 

17-0137 

6-13-17 

Five-Year  Revocable 
License  to  Sequoia 
Unified  School 

District 

Authorize  a  five-year  revocable  license  to  Sequoia  Union  USD  to  use  approximately  50,000 
square  feet  of  SFPUC  Parcel  Nos.  328-B,  328-C  and  328-D,  adjacent  to  Woodside  FIS  at  199 
Churchill  Ave.,  Woodside  to  install  and  maintain  of  an  underground  10"  diameter  plastic  fire 
service  pipeline  and  to  operate  and  maintain  existing  landscaping  and  irrigation  facilities,  for 
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- 

no  annual  use  fee. 

17-0138 

6-13-17 

WD-2832 

Award  Contract  No.  WD-2832,  Sunol  Nursery,  in  the  amount  of  $2,194,000,  to  the  lowest, 

qualified,  responsible  and  responsive  bidder,  JDB  and  Sons  Construction,  to  install  a 
temporary  native  plant  nursery. 

17-0139 

6-13-17 

Five-Year  Revocable 
License  to  Redwood 
City 

Authorize  a  five-year  revocable  license  to  Redwood  City,  to  use  approximately  180  linear  feet 

of  SFPUC  Parcel  Numbers  340-A  and  339-B  in  Redwood  City  to  install  and  maintain  an 
underground  12"  ductile  iron  pipe,  for  no  annual  use  fee. 

17-0140 

6-13-17 

CS-197 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-197,  San  Mateo  Thornmint  Seeds  Planting, 

with  Creekside  Center  for  Earth  Observation,  LLC;  Authorize  the  amendment,  increasing  the 
agreement  by  $24,000,  and  with  a  time  extension  up  to  three  years,  six  months. 

17-0141 

6-13-17 

WW-556 

Approve  an  increase  in  the  construction  contract  duration  contingency  up  to  270  consecutive 

calendar  days,  for  Contract  No.  WW-556,  SEP  Chemical  System  Relocation  and  Facility 

Upgrades;  Authorize  future  modifications  to  the  contract  for  a  total  revised  contract  duration 
of  up  to  1,290  consecutive  calendar  days.  The  requested  increase  in  the  contract  duration 
contingency  is  needed  due  to  the  recent  failures  with  the  Distributed  Control  System  that 
require  modifications  to  the  SEP  Building  200  Aeration  Control  and  Sodium  Hypochlorite 
delivery  systems  for  repair. 

17-0142 

6-13-17 

WSA  for  3333 
California  St.  Project 

Approve  the  Water  Supply  Assessment  for  the  proposed  3333  California  Street  Project. 

17-0143 

6-13-17 

Railroad 

Maintenance 

Agreement 

Approve  the  Railroad  Maintenance  Agreement  for  intersection  improvements  at  Mission  Bay 

Drive  and  7th  St.;  Adopt  findings  under  the  CEQA;  Approve  the  terms  and  conditions  of  and 
authorize  the  Railroad  Maintenance  Agreement  with  the  Peninsula  Corridor  Joint  Powers 

Board,  allowing  the  SFPUC  to  maintain  a  storm  drain  within  a  JPB  easement. 

17-0144 

6-13-17 

Seven-Year  License 
with  American 

Towers,  LLC 

Authorize  the  GM  to  seek  BOS  approval  and  execute  a  seven-year  license,  with  three 

additional  renewal  periods  of  five  years  each,  between  American  Towers  LLC  and  the  SFPUC, 
for  the  use  a  portion  of  San  Bruno  Mountain  Tower  3,  located  at  Tower  Facility,  300  Radio 

Road,  in  Daly  City,  CA,  for  the  installation,  maintenance,  and  operation  of  SFPUC  microwave 
communications  antennas,  radio  communication,  and  other  general  telecommunications 
equipment,  at  an  initial  annual  rent  of  $22,800,  with  four  percent  annual  rent  increases. 

17-0145 

6-13-17 

Adopt  Finding 
Declaring  7484 
Sheridan  Road, 

Sunol,  is  surplus 

Adopt  a  finding  declaring  that  the  improved  property  at  7484  Sheridan  Road  in  Sunol, 

unincorporated  Alameda  County,  CA,  is  surplus  to  the  SFPUC's  current  and  future  utility 
needs;  Authorize  the  GM  to  negotiate  and  execute  an  Agreement  to  sell  the  Property  for 
$3,550,000  to  Timothy  Su  and  Lan  Fong  Chen,  husband  and  wife;  Authorize  a  request  to  the 

SFPUC  2015  Resolution  Log  PaSe  19 

12/13/2017 


SFPUC  2017  Resolution  Log 


BOS  and  the  Mayor  to  approve  the  Property  sale,  subject  to  the  terms  of  the  Agreement. 

17-0146 

6-23-17 

Approve  CUW35201 
Alameda  Creek 
Recapture  Project 

Approve  Project  No.  CUW35201,  Alameda  Creek  Recapture  Project;  Adopt  the  required  CEQA 
findings,  including  a  Statement  of  Overriding  Considerations,  and  the  MMRP;  Authorize  the 

GM  to  implement  the  Project  in  compliance  with  the  Charter  and  applicable  law,  and  subject 
to  subsequent  Commission  action  and  BOS  approval,  where  required. 

17-0147 

7-11-17 

CS-167.A 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-167.A,  Comprehensive  Technical  Services 
for  Renewable  &  Advanced  Energy  Generation  Systems,  with  AEPC  Group,  to  provide 
continued  assistance  with  the  evaluation,  project  development,  permitting,  project 
implementation,  and  construction  of  renewable  and  advanced  energy  technologies  and 
projects;  Authorize  the  amendment  extending  the  term  by  one  year. 

17-0148 

7-11-17 

CS-167.B 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-167.B,  Comprehensive  Technical  Services 
for  Renewable  &  Advanced  Energy  Generation  Systems  with  Black  &  Veatch  Corporation,  to 
provide  continued  assistance  with  the  evaluation,  project  development,  permitting,  project 
implementation,  and  construction  of  renewable  and  advanced  energy  technologies  and 
projects;  Authorize  the  amendment  extending  the  term  by  one  year. 

17-0149 

7-11-17 

WD-2651R 

Accept  work  performed  by  Shimmick  Construction  for  Contract  No.  WD-2651R,  Peninsula 

2011  Watershed  Compensation,  Sherwood  Point;  Adobe  Gulch  Creek;  Skyline  Quarry;  Skyline 
Boulevard  Point;  and  Upper  San  Mateo  Creek  Project;  Approve  Modification  No.  7  (Final), 
decreasing  the  contract  amount  by  $239,151;  Authorize  final  payment. 

17-0150 

7-11-17 

WD-2745 

Accept  work  performed  by  Azul  Works  for  Contract  No.  WD-2745,  AWSS-  New  Cisterns  D; 
Approve  Modification  No.  6  (Final),  decreasing  the  contract  amount  by  $74,714,  to  reconcile 
final  payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items, 
and  with  a  time  extension  of  114  consecutive  calendar  days;  Authorize  final  payment. 

17-0151 

7-11-17 

WW-590 

Accept  work  performed  by  Shaw  Pipeline  for  Contract  No.  WW-590,  Bryant  Street  Sewer 
Replacement  and  Pavement  Renovation;  Approve  Modification  No.  2  (Final),  decreasing  the 
contract  by  $116,560,  and  with  a  time  extension  of  139  consecutive  calendar  days;  Authorize 
final  payment. 

17-0152 

7-11-17 

WW-651 

Award  Contract  No.  WW-651,  Griffith  Pump  Station  Improvements,  in  the  amount  of 
$10,941,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Western  Water 
Contractors,  to  replace  or  refurbish  the  aging  mechanical,  electrical,  and  instrumentation  & 
controls  systems  of  the  entire  pump  station. 

17-0153 

7-11-17 

WW-661 

Award  Contract  No.  WW-661,  As-Needed  Sewer  Cleaning  and  Inspection  (FY18),  for  a  total 
contract  amount  not-to-exceed  $1,288,745,  to  the  lowest,  qualified,  responsible  and 
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responsive  bidder,  Pipe  and  Plant  Solutions,  to  clean  and  inspect  existing  sewers,  on  an  as- 
needed  basis,  at  locations  to  be  determined  throughout  SF. 

17-0154 

7-11-17 

FY2018  Capital  Plan 
Bond  Authorization 
Amendment 

Authorize  the  GM  to  amend  FY  2018  Capital  Plan  Bond  Authorization  (Commission  Resolution 

16-0035),  to  include  the  costs  to  finance  the  Rollins  Road  Property  purchase,  for  an  amount 
not-to-exceed  $9,132,962. 

17-0155 

7-11-17 

Installment  Sale 
Agreement  and 

Grant 

Authorize  an  Installment  Sale  Agreement  and  Grant  and  future  amendments  to  secure  a 

State  Revolving  Fund  loan  and  grant  for  the  Water  Enterprise  SF  Westside  Recycled  Water 

Project,  in  a  combined  amount  not-to-exceed  $186,220,000. 

17-0156 

7-11-17 

Installment  Sale 
Agreement 

Authorize  an  Installment  Sale  Agreement  and  related  future  amendments  to  secure  a  State 
Revolving  Fund  Loan  for  the  WWE  North  Point  Facility  Outfall  System  Rehabilitation  Project,  in 
an  amount  not-to-exceed  $20,199,435. 

17-0157 

7-11-17 

Installment  Sale 
Agreement 

Authorize  an  Installment  Sale  Agreement  and  related  future  amendments  to  secure  a  State 
Revolving  Fund  Loan  for  the  WWE  SE  Water  Pollution  Control  Plant  Primary/Secondary 

Clarifier  Upgrades  Project,  in  an  amount  not  to  exceed  $34,445,778. 

17-0158 

7-11-17 

Installment  Sale 
Agreement 

Authorize  an  Installment  Sale  Agreement  and  related  future  amendments  to  secure  a  State 
Revolving  Fund  Loan  for  the  WWE  SE  Water  Pollution  Control  Plant  521/522  and  Disinfection 
Upgrades  Project,  in  an  amount  not-to-exceed  $40,006,740. 

17-0159 

7-11-17 

Water  Enterprise  24th 

Supplemental 

Indenture 

Authorize  the  Water  Enterprise  24th  Supplemental  Indenture  as  it  relates  to  entering  into  a 

State  Revolving  Fund  Loan  for  the  SF  Westside  Recycled  Water  Project. 

17-0160 

7-11-17 

Wastewater 

Enterprise  5th 
Supplemental 
Indenture 

Authorize  the  Wastewater  Enterprise  5th  Supplemental  Indenture  as  it  relates  to  entering 

into  a  State  Revolving  Fund  Loans  for  Sewer  System  Improvement  Program  Projects. 

17-0161 

7-11-17 

Form  of  Credit 

Facility  Agreements 
(Bank  of  America/ 
Barclays/US  Bank 
National  Association) 

Approve  forms  of  credit  facility  agreements  in  the  principal  amounts  not  to  exceed  $100 

Million  with  Bank  of  America,  $100  Million  with  Barclays  Bank,  and  $100  Million  with  US  Bank 
National  Association,  to  replace  expiring  agreements  of  the  Water  Commercial  Paper 

Program,  and  that  provides  interim  funding  of  the  WWE  Capital  Program;  Authorize 
agreements  with  Bank  of  America,  Barclays,  and  US  Bank. 

17-0162 

7-11-17 

Form  of  Credit 

Facility  Agreements 
(US  Bank  National 
Association) 

Approve  a  form  of  credit  facility  agreement  with  US  Bank  National  Association  in  the  principal 

amount  not  to  exceed  $75  million,  that  replaces  an  expiring  agreement  of  the  WWE 

Commercial  Paper  Program,  and  that  provides  interim  funding  of  the  WWE  Capital  Program; 
Authorize  an  agreement  with  US  Bank. 
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17-0163 

7-11-17 

MOU  between  the 
SFPUC,  San  Mateo 

Co.  Resource 
Conservation  District, 
"Coastside  Co.  Water 
District,  and  Sewer 
Authority  Mid- 
Coastside 

Authorize  the  GM  to  execute,  on  behalf  of  the  CCSF,  a  MOU  between  the  SFPUC,  the  San 

Mateo  County  Resource  Conservation  District,  Coastside  County  Water  District,  and  Sewer 
Authority  Mid-Coastside,  for  the  continued  operation  and  maintenance  of  the  Pilarcitos  Creek 
at  Half  Moon  Bay  Gauging  Station  USGS#  11162630,  for  an  amount  not  to  exceed  $11,588, 
and  with  a  duration  of  29  months. 

17-0164 

7-11-17 

CS-227 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-227,  Marketing  Outreach  for  CleanPowerSF, 
with  Davis  and  Associates  Communications,  to  provide  public  education,  community 
engagement,  marketing,  and  advertising  services;  Authorize  the  amendment,  increasing  the 
agreement  by  $1,400,000,  and  with  a  time  extension  of  four  years. 

17-0165 

7-11-17 

WW-646 

Award  Contract  No.  WW-646,  As-Needed  Spot  Sewer  Replacement  No.  36,  for  a  total  contract 
amount  not-to-exceed  $7,796,038,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 

J.  Flores  Construction,  to  replace  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at 
locations  to  be  determined  throughout  SF. 

17-0166 

7-11-17 

MOU  with  War 
Memorial  Board  of 

Trustees 

Authorize  a  MOU  with  War  Memorial  Board  of  Trustees  for  the  SFPUC  Power  Enterprise  to 
install  and  operate  an  onsite  solar  electric  system  at  the  War  Memorial  Opera  House,  located 
at  301  Van  Ness  Avenue,  San  Francisco. 

17-0167 

7-25-17 

WD-2621R 

Approve  an  increase  in  the  existing  construction  contract  duration  contingency  in  the  amount 
of  up  to  230  consecutive  calendar  days  for  Contract  No.  WD-2621R,  SF  Groundwater  Supply 

Well  Stations;  Authorize  the  GM  or  his  designee  to  approve  future  modifications  to  the 

Contract  for  a  total  revised  contract  duration  of  up  to  1,053  consecutive  calendar  days. 

17-0168 

7-25-17 

WD-2654R 

Approve  an  increase  to  the  existing  construction  cost  contingency  in  the  amount  of  $500,000 
for  Contract  No.  WD-2654R,  Peninsula  Vegetation  Removal;  Authorize  future  modifications  to 
the  contract  for  a  total  revised  contract  amount  up  to  $12,668,798. 

17-0169 

7-25-17 

WW-638 

Approve  an  increase  to  the  existing  construction  contract  cost  contingency  in  the  amount  of  up 
to  $2,646,450,  and  an  increase  to  the  existing  contract  duration  contingency  of  up  to  216 
consecutive  calendar  days,  for  Contract  No.  WW-638,  Griffith  Yard  Improvements;  Authorize 
future  modifications  to  the  contract  for  a  total  revised  contract  amount  up  to  $13,232,250,  and 
a  total  contract  duration  of  up  to  480  consecutive  calendar  days. 

17-0170 

7-25-17 

WD-2668 

Approve  an  increase  to  the  existing  construction  contract  cost  contingency  in  the  amount  of  up 
to  $4,070,149,  and  an  increase  to  the  existing  contract  duration  contingency  of  up  to  79 

SFPUC  2015  Resolution  Log 
12/13/2017 


Page  22 


SFPUC  2017  Resolution  Log 


consecutive  calendar  days,  for  Contract  No.  WD-2668,  Regional  Groundwater  Storage  and 
Recovery;  Authorize  future  contract  modifications  for  a  total  revised  contract  amount  of  up  to 
$51,348,201,  and  a  total  contract  duration  of  up  to  1,187  consecutive  calendar  days. 

17-0171 

7-25-17 

Employment 

Contract  for  General 
“Manager 

Discussion  and  possible  action  to  approve  an  employment  contract  between  the  SFPUC  and 

Harlan  Kelly  Jr.  for  the  position  of  GM  of  the  SFPUC  for  a  term  of  five  years;  Authorize  the 
President  of  the  Commission  to  execute  the  contract. 

17-0172 

8-8-17 

CS-167.C 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-167.C,  Comprehensive  Technical  Services  for 

Renewable  &  Advanced  Energy  Generation  Systems,  with  Stantec  Consulting  Services,  on  the 
condition  that  the  Controller  certifies  the  pending  Novation  Agreement,  substituting  Stantec  for 
MWH  Americas,  Inc.;  Authorize  this  amendment  extending  the  term  by  one  year. 

17-0173 

8-8-17 

HH-989 

Award  Contract  No.  HH-989,  Holm  Powerhouse  Refurbishment  &  Kirkwood  Powerhouse  Oil 

Containment,  in  the  amount  of  $9,948,000,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Big  Valley  Electric,  to  rehabilitate  and  update  systems  and  equipment  within  Holm 
Powerhouse. 

17-0174 

8-8-17 

WD-2706 

Award  Contract  No.  WD-2706, 12-Inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  St.  from 

10th  Ave.  to  Alton  Ave.,  and  on  various  side  streets,  in  the  amount  of  $2,912,595,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Fontenoy  Engineering. 

17-0175 

8-8-17 

WD-2729 

Approve  an  increase  to  the  construction  cost  contingency  in  the  amount  of  up  to  $8,608,416, 

for  Contract  No.  WD-2729,  Fish  Passage  Facilities  within  the  Alameda  Creek  Watershed. 

17-0176 

8-8-17 

WD-275  Resolution 
17-0071  Correction 

Approve  correction  to  Resolution  No.  17-0071,  adopted  by  the  Commission  on  April  11,  2017, 

accepting  work  performed  by  Engineering/Remediation  Resource  Group,  Inc.,  for  Contract  No. 
WD-2750,  Remediation  at  520  John  Muir  Drive;  Authorizing  final  payment  to  the  contractor,  in 
order  to  identify  the  correct  total  contract  duration  as  340  consecutive  calendar  days.  The 
original  Agenda  Item  and  Resolution  inaccurately  stated  that  the  total  contract  duration  was 

310  consecutive  calendar  days. 

17-0177 

8-8-17 

— WD-636  Resolution 
17-0116  Correction 

Approve  correction  to  Resolution  No.  17-0116,  adopted  by  the  Commission  on  May  23,  2017, 
awarding  Contract  No.  WW-636,  Various  Locations  Sewer  Replacement  and  Pavement 
Renovation  No.  4,  in  order  to  identify  the  contract  duration  of  414  consecutive  calendar  days  in 
the  Commission  Resolution. 

17-0178 

8-8-17 

WW-685 

Award  Contract  No.  WW-658,  As-Needed  Sewer  Cleaning  and  Inspection  of  Large  Sewers,  in  the 

amount  of  $2,694,000,  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  Pipe  &  Plant 
Solutions,  Inc.,  to  perform  cleaning  and  inspection  of  existing  large  sewers,  on  an  as-needed 
basis,  at  locations  to  be  determined  throughout  the  City  of  SF. 
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17-0179 

8-8-17 

CS-1090 

Approve  the  selection  of  Mythics  Inc.;  Award  Agreement  No.  CS-1090,  Software  License  and 
Support  Agreement,  to  provide  as-needed  Oracle  licenses  and  software  support;  Authorize  a 
Software  License  and  Support  Agreement  with  Mythics  for  an  amount  not-to-exceed 
$11,832,969  and  with  a  duration  of  up  to  five  years,  three  months,  and  23  days,  subject  to  BOS 
for  approval  pursuant  to  Charter  Section  9.118. 

17-0180 

8-8-17 

Revised  Debt 
Management  Policy 

Aoptthe  Revised  Debt  Management  Policies  &  Procedures  of  the  San  Francisco  Public  Utilities 
Commission. 

17-0181 

8-8-17 

Policy  Regarding  Use 
of  Drones  on  SFPUC 
Property 

Adopt  a  policy  regarding  the  SFPUC  use  of  drones  on  its  property  pursuant  to  the  CCSF 

Citywide  Employee  Drone  Policy  adopted  by  the  COIT;  Authorize  the  GM  to  require  existing 
contracts  to  incorporate  the  SFPUC  Drone  Policy  as  needed;  and  authorize  the  GM  to  include 
the  SFPUC  Drone  Policy  in  future  contracts  involving  drone  operation. 

17-0182 

8-8-17 

Collection  Agreement 
with  USDA/USFS 

Authorize  a  Collection  Agreement  by  and  between  the  SFPUC  and  the  USDA/Forest  Service 

Pacific  Southwest  Research  Station,  to  provide  technical  support  for  watershed  management 
and  educational  materials  for  the  Alameda,  San  Mateo,  and  Pilarcitos  Watersheds,  in  an 
amount  not-to-  exceed  $1,700,000,  and  with  a  total  duration  of  72  months. 

17-0183 

8-8-17 

Joint  Funding 
^Agreement  with 
USGS 

Authorize  the  GM  to  execute,  on  behalf  of  the  CCSF,  an  amendment  to  a  Joint  Funding 

Agreement  with  the  USGS,  for  an  additional  $1,425,000,  and  a  time  extension  of  three  years 
which  will  allow  for  continued  hydrologic  monitoring  and  stream  gauge  maintenance  in  the 
Alameda  and  Peninsula  Watersheds. 

17-0184 

8-8-17 

CWWSIPTPOP03 

Approve  Project  No.  CWWSIPTPOP03,  Oceanside  Water  Pollution  Control  Plant  (OSP)  Digester 
Gas  Utilization  Upgrade,  to  upgrade  aging  digester  gas  systems  at  OSP;  Authorize  the  project  in 
compliance  with  the  Charter  and  applicable  law. 

17-0185 

9-12-17 

CS-229D 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-229D,  Specialized  and  Technical  Services, 

Water  Enterprise,  with  MWH-Lee,  Inc.,  JV,  to  provide  continued  assistance  with  specialized  and 
technical  services;  Authorize  extending  the  term  by  one  year  and  six  months. 

17-0186 

9-12-17 

JOC-71R 

Award  Job  Order  Contract  No.  JOC-71R,  Electrical  (C-10  License),  Governor  &  Exciter  Systems 
for  Hydroelectric  Powerhouses,  San  Joaquin,  Stanislaus  and  Tuolumne  Counties,  Hetch  Hetchy, 
for  a  not-to-exceed  amount  of  $5,000,000  to  the  lowest,  qualified,  responsible  and  responsive 
bidder.  Big  Valley  Electric,  to  place,  install,  erect  or  connect  any  specialty  high-voltage  electrical 
work  for  Hetch  Hetchy  Operations. 

17-0187 

9-12-17 

WD-2713 

Award  Contract  No.  WD-2713,  48"  Water  Main  replacement  on  Putnam  St.  from  Peralta  Ave.  to 
Cortland  Ave.,  in  the  amount  of  $4,822,675,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Anvil  Builders. 
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17-0188 

9-12-17 

WD-2737 

Modification  1 

Approve  Modification  No.  1  to  Contract  No.  WD-2737, 12"  DIM  Replacement  on  6th  St.  from 
Market  to  Howard  Sts.  and  on  Taylor  St.  from  Market  to  Pine  Sts.,  with  M  Squared  Construction, 
increasing  contract  amount  by  $172,204,  and  extending  the  contract  duration  by  203 
consecutive  calendar  days. 

17-0189 

9-12-17 

WD-2760 

Approve  an  extension  to  the  construction  contract  duration  contingency  up  to  130  consecutive 
calendar  days,  for  Contract  No.  WD-2760, 12"  and  8"  DIM  Replacement,  Sewer  Replacement 
and  Pavement  Renovation  on  Waller  St.  and  various  Side  Streets,  with  M.  Hernandez 
Construction;  Authorize  future  modifications  to  this  contract. 

17-0190 

9-12-17 

WW-662 

Approve  an  increase  in  the  construction  duration  contingency  up  to  164  consecutive  calendar 

days,  for  Contract  No.  WW-622,  Haight-Ashbury/Tenderloin/Diamond  Heights  Districts  Sewer 
Replacement  and  Pavement  Renovation;  Authorize  future  modifications  to  the  contract. 

17-0191 

9-12-17 

WW-634 

Award  Contract  No.  WW-634,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation 
No.  3,  in  the  amount  of  $6,814,819,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Shaw  Pipeline,  to  replace  the  existing  sewers  and  street  pavement  on  the  subject  streets. 

17-0192 

9-12-17  Eight-Year  Revocable 

License  to  4445 
Stevenson  Property, 
LLC 

Approve  an  eight-year  revocable  license  to  4445  Stevenson  Property,  LLC  to  use  approximately 

56,533  square  feet  of  SFPUC  Parcel  No.  1211  adjacent  to  4445  Stevenson  Blvd.  in  Fremont,  CA, 
for  purposes  of  ingress  and  egress  across  existing  asphalt-paved  parking  areas,  and 
maintenance  of  such  parking  areas  and  existing  landscaping. 

17-0193 

9-12-17 

seven-year  revocable 
license  to  554  San 
Antonio,  LLC 

Authorize  a  seven-year  revocable  license  to  554  San  Antonio  LLC,  to  use  approximately  12,937 
square  feet  of  SFPUC  Parcel  Nos.  222  and  223  adjacent  to  554  San  Antonio  Rd.  in  Mountain 

View  for  purposes  of  ingress  and  egress  across  existing  asphalt-paved  parking  areas,  and 
maintenance  of  such  parking  areas  and  existing  landscaping. 

17-0194 

9-12-17 

CS-375 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-375,  Scheduled  Inspections  and  Maintenance 
for  525  Golden  Gate,  with  Tractel,  Inc.,  Swingstage  Division  West,  for  continued  inspections  and 
maintenance  on  the  Tractel  unit  used  for  window  washing  and  exterior  building  repairs; 

Authorize  increasing  the  agreement  by  $125,000,  and  with  a  time  extension  of  four  years. 

17-0195 

9-12-17 

CS-1074 

Authorize  Agreement  No.  CS-1074  with  Motorola  Solutions  for  the  design  and  installation  of  a 

new  Water  Enterprise  land  mobile  radio  system  in  the  amount  of  $10,906,297,  and  with  a 
duration  of  up  to  nine  years,  two  months,  and  28  days,  subject  to  BOS  approval;  Approve  a 
supplemental  appropriation  in  the  amount  of  $6,814,850  in  capital  project  funding,  subject  to 

BOS  approval. 

17-0196 

9-12-17 

Supplemental 

Appropriation 

Authorize  the  GM  to  request  that  the  Mayor  recommend  to  the  BOS:  (1)  the  approval  of  a 

supplemental  appropriation  ordinance  in  the  amount  of  $12,600,000  for  FY  2018 
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Ordinance  for 
implementation  of 
CUW286 

implementation  of  CUW286  LTMPP  for  the  Vegetation  Restoration  of  WSIP  Construction  Sites 
and  the  BHRP,  as  required  by  federal  and  state  regulatory  permits  related  to  the  WSIP  projects; 
and  (2)  the  approval  of  an  amending  ordinance  to  increase  by  $12,600,000  the  authorization  for 
the  issuance  of  Water  Enterprise  Revenue  Bonds  and  other  forms  of  indebtedness  to  finance 
the  LTMPP  projects. 

17-0197 

9-12-17 

WD-2687R 

Award  Contract  WD-2687R,  AWSS  Pumping  Station  No.  2  Improvements,  in  the  amount  of 
$17,949,125,  to  the  lowest  responsible  and  responsive  bidder,  Rubecon  Builders,  Inc.,  to 
construct  various  structural,  architectural,  mechanical  and  electrical  system  improvements  at 
the  AWSS  Pumping  Station  No.  2  facility. 

17-0198 

9-12-17 

Ratepayer  Assurance 
Policy  Revisions 

Adopt  revisions  to  the  Ratepayer  Assurance  Policy  as  a  combination  of  the  Ratepayer  Assurance 

Policy  and  Rates  Policy  of  the  San  Francisco  Public  Utilities  Commission. 

17-0199 

9-12-17 

MOU  with  SFMTA 
(CARB) 

Authorize  a  MOU  with  the  SFMTA  to  establish  a  process  to  identify  individual  and  shared 
agency  responsibilities  which  will  allow  the  CCSF  to  comply  with  the  California  Air  Resources 
Board's  (CARB)  Low  Carbon  Fuel  Standard  program,  for  a  term  of  five  years,  with  an  option  to 
renew  for  an  additional  five  years. 

17-0200 

9-12-17 

Declare  Property  at 
7484  Sheridan  Rd.  in 
Sunol  is  Surplus 

Adopt  a  finding  declaring  that  the  improved  property  at  7484  Sheridan  Road  in  Sunol,  CA,  is 
surplus  to  the  SFPUC's  current  and  future  utility  needs;  Authorize  an  Agreement  to  sell  the 
Property  for  $3,305,000  to  the  Buddhi  Dharma  Lien  Guo  Foundation;  Authorize  a  request  to  the 
BOS  and  the  Mayor  to  approve  the  Property  sale,  subject  to  the  terms  of  the  Agreement. 

17-0201 

9-12-17 

Closed  Session 

Kacey  Christie  v.  City  and  County  of  San  Francisco 

17-0202 

9-26-17 

HH-981 

Accept  work  performed  by  Shimmick  Construction  Company  for  Contract  No.  HH-981, 

Mountain  Tunnel  Access  &  Adit  Improvement,  with  a  total  contract  duration  of  559  consecutive 
calendar  days;  Approve  Modification  No.  7  (Final),  decreasing  the  contract  amount  by  $150,069, 
with  no  change  to  contract  duration;  Authorize  final  payment. 

17-0203 

9-26-17 

WD-2711 

Award  Contract  No.  WD-2711,  8'  DIM  Replacement  on  Fell  Street  from  Baker  St.  to  Stanyan  St., 
in  the  amount  of  $2,460,630,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M 
Squared  Construction. 

17-0204 

9-26-17 

WW-602 

Accept  work  performed  by  Shaw  Pipeline  for  Contract  No.  WW-602, 17th/33rd/37th/Julian/ 
Revere  Avenues  &  Anderson/Ellsworth/Ingalls/  Maple/Moultrie  Streets  Sewer  Replacement,  for 
a  total  contract  amount  of  $3,660,520,  and  with  a  total  contract  duration  of  430  consecutive 
calendar  days;  Authorize  final  payment. 

17-0205 

9-26-17 

WW-617 

Accept  work  performed  by  Pipe  and  Plant  Solutions  for  Contract  No.  WW-617,  As-Needed 

Sewer  Cleaning  and  Inspection  (FY16),  for  a  total  contract  not-to-exceed  amount  of  $2,178,934, 
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with  a  total  contract  duration  of  366  consecutive  calendar  days;  Authorize  final  payment. 

17-0206 

9-26-17 

WW-623 

Approve  an  increase  to  the  existing  36-day  construction  contract  duration  contingency  by  an 
additional  20  consecutive  calendar  days,  for  a  total  contingency  of  56  days,  for  Contract  No. 
WW-623,  SOMA/Bernal  Heights/Excelsior  Districts  Sewer  Replacement  and  Pavement 

Renovation,  with  Precision  Engineering;  Authorize  future  modifications  to  the  contract  for  a 
total  revised  contract  duration  from  360  consecutive  calendar  days,  up  to  416  consecutive 
calendar  days. 

17-0207 

9-26-17 

WW-663 

Award  Contract  No.  WW-663,  Ocean  Beach  Coastal  Erosion  and  Wastewater  Infrastructure 
Protection,  in  the  amount  of  $2,861,550,  to  the  lowest,  qualified,  responsible,  and  responsive 
bidder,  Azul  Works,  to  selectively  transport  and  relocate  sand  from  North  Ocean  Beach  to  South 
Ocean  Beach,  as  well  as  installation  of  erosion  mitigation  measures  at  South  Ocean  Beach  on  an 
annual  basis  for  up  to  three-years. 

17-0208 

9-26-17 

Five-Year  Revocable 
License  with  Tides 

Center 

Authorize  the  GM  to  execute  a  five-year  revocable  license,  with  one  option  to  renew  for  an 
additional  three  years,  to  the  Tides  Center,  a  CA  non-profit  public  benefit  corporation,  to  use 
approximately  275,473  square  feet  of  property  under  the  jurisdiction  of  the  SFPUC,  near  the 
intersection  of  Geneva  Ave.  and  Moscow  St.  in  SF,  to  operate  an  urban  demonstration  farm  to 
educate  local  youth  and  community  members,  for  no  use  fee. 

17-0209 

9-26-17 

Development 
Agreement  Pier  70 

Authorize  the  GM  to  consent,  on  behalf  of  the  SFPUC,  to  the  Development  Agreement  between 

the  CCSF  and  FC  Pier  70,  LLC,  as  it  relates  to  matters  under  the  SFPUC's  jurisdiction;  Consent  to 
the  Pier  70  Interagency  Cooperation  Agreement;  Adopt  findings,  pursuant  to  the  CEQA,  and  a 
MMRP;  and  authorize  the  GM  to  negotiate  and  execute  a  MOU  with  the  Port  regarding  the 
relocation  of  the  SFPUC's  20th  St.  Pump  Station  as  a  part  of  the  proposed  project. 

17-0210 

10-10-17 

CS-229C 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-229C,  As-Needed  Specialized  and  Technical 
Services,  with  AECOM/WRE  Joint  Venture,  to  provide  continued  assistance  with  specialized  and 
technical  services  to  the  Water  Enterprise;  and  authorize  this  amendment,  extending  the  term 
by  one  year  and  six  months,  with  no  change  to  the  agreement  amount. 

17-0211 

10-10-17 

HH-986 

Accept  work  performed  by  Sierra  Mountain  Construction  for  Contract  No.  HH-986,  2017  Mt. 
Tunnel  Interim  Repair;  Approve  Modification  No.  6  (Final),  decreasing  the  contract  amount  by 
$329,269,  for  reconciliation  of  actual  labor  and  materials  required  to  complete  the  work  under 
bid  item  allowances,  for  a  total  contract  amount  of  $5,611,460;  Authorize  final  payment. 

17-0212 

10-10-17  ~ HAAA/-642 

Award  Contract  No.  WW-642,  SEP  Gas  Flolder  Evacuation  System,  in  the  amount  of  $3,247,000, 

to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State  Constructors  to 
rehabilitate  and  replace  multiple  components  of  the  emergency  Gas  Holder  Evacuation  System 
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at  the  Southeast  Plant. 

17-0213 

10-10-17 

WW-649 

Approve  an  increase  to  the  existing  14-day  construction  contract  duration  contingency  by  an 
additional  22  consecutive  calendar  days  for  Contract  No.  WW-649,  Paul  Avenue  Sewer 
Replacement,  with  Shaw  Pipeline;  Authorize  future  modifications  to  the  contract  for  a  revised 
duration  of  up  to  181  consecutive  calendar  days. 

17-0214 

10-10-17 

CS-298 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-298,  Conservation  Easement  Planning  and 
Conveyance  Agreement  with  the  Center  for  Natural  Lands  Management;  Authorize  this 
amendment,  extending  the  term  by  two  years,  three  months,  and  11  days. 

17-0215 

10-10-17 

CS-1053 

Amendment  1 

Approve  Amendment  No.  1  to  Agreement  No.  CS-1053,  Interpretive  and  Archaeological 

Services,  with  the  Muwekma  Ohlone  Tribe,  to  assist  the  SFPUC  with  interpretive  display 
development,  archaeological  monitoring,  culturally  appropriate  treatment  of  human  remains, 
and  report  writing  for  the  Alameda  Creek  Watershed  Center,  the  Sunol  Yard  rehabilitation,  and 
the  Watershed  Nursery  projects;  Authorize  this  amendment,  increasing  the  agreement  amount 
by  $150,000,  and  with  a  time  extension  of  one  year  and  eight  months. 

17-0216 

10-24-17 

WD-2742 

Award  Contract  No.  WD-2742, 16-Inch  DIM  Water  Main  Replacement  on  7th  St.  from 

Townsend  to  16th  St.,  in  the  amount  of  $1,986,746,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  P  &  J  Utility  Co. 

17-0217 

10-24-17 

Floodwater 
Management  Grant 
Program  Increase  to 
Funding  Allocation 

Approve  an  increase  to  the  funding  allocation  for  the  SFPUC's  Floodwater  Management  Grant 
Program  for  FY  2017-18  from  $250,000  to  up  to  $1,750,000,  to  be  made  available  at  the  time  of 
execution  of  grant  agreements  from  the  existing  Wastewater  Enterprise  budget;  and  direct  the 
GM  to  include  in  his  recommended  biennial  budget  for  the  FY's  2018-19  and  2019-20,  a  Grant 
Program  budget  of  $2,000,000  per  year  for  consideration  by  the  Commission. 

17-0218 

10-24-17 

WW-628 

Authorize  the  GM  to  designate  a  specific  brand  of  grit  separator  system,  HeadCell  ®  Vortex 
system  by  Hydro  International,  and  a  specific  brand  of  grit  dewatering/washing,  Huber 
Technology's  COANDA,  as  necessary  items  only  available  from  one  source  in  the  contract 
specifications  for  Contract  WW-628,  Southeast  Plant  New  Headworks  Facility. 

17-0219 

10-24-17 

Encroachment 

Permit  with 

Groveland  CSD 

Authorize  an  Encroachment  Permit  with  the  Groveland  Community  Services  District  (CSD),  in 
an  amount  not  to  exceed  $10,000,  and  with  a  duration  of  three  years,  with  an  automatic 
renewal  of  two  successive  additional  terms  of  three  years,  to  install  adit  monitoring  stations  on 
GCSD  facilities  within  the  Second  Garrote  and  Big  Creek  Shafts  of  the  Mountain  Tunnel. 

17-0220 

10-24-17 

JOC-65R 

Award  Job  Order  Contract  No.  JOC-65R,  General  Engineering  (A-License),  for  a  not-to-exceed 
amount  of  $5,000,000,  and  with  a  five-year  term,  to  the  lowest,  qualified,  responsible,  and 
responsive  bidder,  Robert  E.  Boyer  Const,  to  perform  general  engineering  construction  tasks  for 
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all  SFPUC  Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus  and  Tuolumne  Counties. 

17-0221 

10-24-17 

Closed  Session 

Robin  Paul  Roderick  v.  City  and  County  of  San  Francisco. 

17-0222 

11-14-17 

WD-2551 

Approve  an  increase  to  the  existing  contract  duration  contingency  of  73  consecutive  calendar 

days  for  Contract  No.  WD-2551,  Calaveras  Dam  Replacement  Project;  Authorize  future 
modifications  to  the  contract  for  a  total  revised  contract  duration  up  to  2,867  consecutive 
calendar  days. 

17-0223 

11-14-17 

WD-2581 

Accept  work  performed  by  Southland/Tutor  Perini  JV,  for  Contract  No.  WD-2581,  New  Irvington 
Tunnel;  Approve  Modification  No.  74  (Final),  decreasing  the  contract  by  $1,123,744;  Authorize 
final  payment. 

17-0224 

11-14-17 

DB-124 

Accept  work  performed  by  Communication  Services,  Inc.  for  Contract  No.  DB-124,  San  Joaquin 
Valley  Communication  System  Upgrade;  Approve  Modification  No.  10  (Final),  increasing  the 
contract  amount  by  $157,826,  and  with  a  time  extension  of  10  consecutive  calendar  days; 
Authorize  final  payment. 

17-0225 

11-14-17 

Exclusive  Negotiation 
Agreement  with 
Reservoir  Community 
Partners 

Authorize  an  Exclusive  Negotiation  Agreement  with  Reservoir  Community  Partners  to  develop 
mixed-income  housing,  parks  and  open  space  on  approximately  17  acres  of  property  located  at 
Ocean  and  Phelan  Aves.  in  SF,  commonly  known  as  the  Balboa  Reservoir. 

17-0226 

11-14-17 

PR0.0077 

PR0.0089 

Approve  the  selection  of  a  pool  of  qualified  respondents  to  the  CleanPowerSF  Request  for 

Offers  (RFO)  of  Renewable  Energy  Supplies  (PR0.0077),  and  RFO  of  Shaped  Energy  Supplies 
(PR0.0089);  Authorize  agreements  with  the  approved  pool  of  qualified  respondents; 
conditionally  authorize  the  GM  to  execute  one  or  more  contracts;  and  authorize  the  GM  to  seek 
approval  from  the  BOS  to  execute  one  or  more  contracts  with  the  approved  pool  of  qualified 

respondents,  to  the  extent  required. 

17-0227 

11-14-17 

2017  Series  ABC 

Water  Revenue 

Bonds 

Authorize  the  Issuance  of  up  to  $400  million  of  2017  Series  ABC  Water  Revenue  Bonds, 

consisting  of  three  separate  sub-series  of  bonds  (Sub-Series  A  (WSIP),  Sub-Series  B  (Non-WSIP) 
and  Sub-Series  C  (Hetch  Hetchy);  Approve  the  form  of  and  authorize  the  execution  and  delivery 
of  related  documents;  Authorize  the  GM  to  sell  the  Bonds  in  one  or  more  series  of  bonds  on 
either  a  competitive  or  negotiated  basis;  and  delegate  to  the  GM  authorization  to  award  each 
series  of  bonds  to  the  highest  bidder  (lowest  cost). 

17-0228 

11-14-17 

Revised  SFPUC 
Technology  Policy 

Adopt  the  Revised  Technology  Policy  of  the  San  Francisco  Public  Utilities  Commission. 

17-0229 

11-14-17 

CS-109 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-109,  Specialized  Engineering  Services  for 

Recycled  Water  Projects,  with  Kennedy  Jenks  Consultants,  Inc./Bahman  Sheikh  Water  Reuse 
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Consulting/Water  Resources  Engineering,  Inc.,  JV  (KJ/Sheikh/WRE,  JV),  to  provide  additional 
engineering  services  in  support  of  the  Westside  Recycled  Water  Project;  Authorize  this 
amendment,  increasing  the  agreement  by  $2,500,000,  and  with  a  time  extension  of  three  years. 

17-0230 

11-14-17 

CS-225R 

Amendment  4 

Approve  Amendment  No.  4  to  Agreement  No.  CS-225R,  Seismic  Upgrade  of  BDPL  Nos.  3  &  4  at 
Flayward  Fault,  CM  Services,  with  EPC  Consultants,  to  continue  providing  CM  Services  for 
project  closeout;  Authorize  this  amendment  with  a  time  extension  of  12  months. 

17-0231 

11-14-17 

JOC-58 

Award  Job  Order  Contract  No.  JOC-58,  Micro-LBE  Set  Aside,  General  Building  (B-License)  for  a 
not-to-exceed  amount  of  $2,000,000,  and  with  a  duration  of  three  years,  to  the  lowest, 
qualified,  responsible,  and  responsive  bidder,  Southwest  Construction  &  Property  Management, 
to  perform  general  building  construction  tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus 
in  San  Joaquin,  Stanislaus  and  Tuolumne  Counties. 

17-0232 

11-14-17 

JOC-66 

Award  Job  Order  Contract  No.  JOC-66,  Micro-LBE  Set  Aside,  General  Engineering  (A-License)  for 
a  not-to-exceed  amount  of  $2,000,000,  and  with  a  duration  of  three  years,  to  the  lowest, 
qualified,  responsible,  and  responsive  bidder,  Sinclair  General  Engineering  Construction,  to 
perform  general  engineering  construction  tasks  for  all  SFPUC  Enterprise  Operations  and 

Bureaus  in  San  Joaquin,  Stanislaus  and  Tuolumne  Counties. 

17-0233 

11-14-17 

WD-2819 

Award  Contract  No.  WD-2819,  As-Needed  Water  Main  Replacement  at  Various  Locations  No.  2, 
in  the  amount  of  $10,799,843,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Flernandez  Engineering. 

17-0234 

11-14-17 

MOU  with  SFMTA 

Van  Ness 

Improvement  Project 

Authorize  a  Memorandum  of  Understanding  with  the  San  Francisco  Municipal  Transportation 
Agency  (SFMTA)  to  set  forth  the  agencies'  respective  responsibilities,  including  cost  sharing 
allocations,  to  jointly  replace  various  SFPUC  assets  and/or  relocate  them  away  from  the  new 
road  surface  along  the  length  of  Van  Ness  Ave.,  from  North  Point  St.  to  Mission  St.,  as  part  of 
the  SFMTA' s  Van  Ness  Improvement  Project. 

17-0235 

11-14-17 

Five-Year  Lease  with 
Bakeworks 

Approve  the  selection  of  Bakeworks,  LLC,  to  operate  a  cafe  in  the  lobby  of  the  SFPUC 
headquarters  building  at  525  Golden  Gate  Ave.;  Authorize  the  GM  to  negotiate  and  execute  a 
five-year  lease  with  Bakeworks  for  an  initial  annual  rent  of  $35,700,  with  four  percent  annual 
rent  increases,  and  one  option  to  extend  the  Lease  term  for  an  three  additional  years,  for  a 
potential  cumulative  total  term  of  eight  years. 

17-0236 

12-12-17 

CS-203.B 

Amendment  3 

Approve  Amendment  No.  3  to  Agreement  No.  CS-203.B,  Wastewater  and  Stormwater  Technical 
Services,  with  Brown  &  Caldwell  -  SRT,  JV,  extending  the  agreement  duration  by  one  year  to 
continue  to  provide  as-needed  specialized  and  technical  services  for  the  Wastewater  Enterprise. 

17-0237 

12-12-17 

CS-203.D 

Approve  Amendment  No.  2  to  Agreement  No.  CS-203.D,  Wastewater  and  Stormwater  Technical 
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Amendment  2 

Services,  with  Kennedy/Jenks  Consultants-WRE,  JV,  extending  the  agreement  duration  by  one 
year  and  increasing  the  agreement  amount  by  $790,525,  in  order  to  continue  to  provide  as- 
needed  specialized  and  technical  services  for  the  Wastewater  Enterprise;  Authorize  the  GM  to 
execute  the  amendment. 

17-0238 

12-12-17 

CS-1004.B 

Amendment  2 

Approve  Amendment  No.  2  to  Agreement  No.  CS-1004.B,  Engineering  Design  Services  for 

Oceanside  Treatment  Plant  (OSP),  with  Stantec  Consulting  Services,  increasing  the  agreement 
by  $1,500,000  to  provide  updated  design  and  support  services,  including  additional  operability 
and  maintenance  review,  and  facility  start-up  for  the  OSP  Digester  Gas  Utilization  Upgrade 

Project  and  Westside  Pump  Station  Reliability  Improvements  Project;  Authorize  the  GM  to 
execute  the  amendment. 

17-0239 

12-12-17 

WD-2548 

Approve  an  additional  increase  to  the  previously  approved  construction  contract  duration 

contingency  for  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades  Project, 
with  Western  Water  Constructors  of  up  to  181  consecutive  calendar  days,  and  authorize  future 
modifications  to  the  contract  for  a  total  revised  contract  duration  up  to  3,225  consecutive 
calendar  days.  The  extension  in  the  contract  duration  is  needed  to  complete  the  testing  and 
monitoring  of  the  electrical  reliability  of  the  station's  pump  starter  equipment  and  to 
coordinate  with  the  equipment  vendor  to  make  any  necessary  repairs. 

17-0240 

12-12-17 

WD-2621R 

Approve  an  increase  in  the  existing  construction  contract  duration  contingency  in  the  amount  of 

up  to  334  consecutive  calendar  days  for  Contract  No.  WD-2621R,  SF  Groundwater  Supply  Well 
Stations;  Approve  future  modifications  to  the  contract  for  a  total  revised  contract  duration  of 
up  to  1,387  consecutive  calendar  days. 

17-0241 

12-12-17 

WD-2640 

Accept  work  performed  by  Yerba  Buena  Engineering  for  Contract  No.  WD-2640,  Bioregional 
Habitat  Restoration  Program,  Goldfish  Pond;  Approve  Modification  No. 12  (Final),  decreasing  the 
contract  amount  by  $5,162,  for  a  total  contract  amount  of  $3,026,664;  Authorize  final  payment. 

17-0242 

12-12-17 

WD-2746 

Modification  4 

Accept  work  performed  by  Azul  Works  for  Contract  No.  WD-2746,  AWSS  New  Cisterns  E; 

Approve  Modification  No.  4  (Final),  decreasing  the  contract  amount  by  $247,855  and  increasing 
the  contract  duration  by  219  consecutive  calendar  days,  to  reconcile  final  payment  items  to 
reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items  and  to  reflect  actual 
contract  time,  for  a  total  contract  amount  of  $4,126,854,  and  a  total  contract  duration  of  674 
consecutive  calendar  days;  Authorize  final  payment. 

17-0243 

12-12-17 

WW-572R 

Accept  work  performed  by  Cal  State  Constructors  Contract  No.  WW-572R,  Westside  Pump 

Station  Discharge  Pipe  Manifold  Upgrade,  for  a  total  contract  amount  of  $4,396,765,  and  with  a 
total  contract  duration  of  893  consecutive  calendar  days;  Authorize  final  payment. 
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17-0244 

12-12-17 

WW-618 

Approve  an  increase  in  the  construction  contract  duration  contingency  of  116  consecutive 
calendar  days  for  Contract  No.  WW-618,  Richmond/Sunset  Districts  Sewer  Replacement  and 
Pavement  Renovation;  Authorize  future  modifications  to  the  contract  term,  for  a  total  revised 
contract  duration  of  up  to  655  consecutive  calendar  days. 

17-0245 

12-12-17 

WW-643R 

Award  Contract  No.  WW-643R,  Oceanside  Water  Pollution  Control  Plant  Building  620  Safety 
Improvements,  in  the  amount  of  $2,156,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Trinet  Construction  Inc.,  to  perform  selective  hazardous  paint  mitigation  and 
mechanical  equipment  removal,  and  furnish  replacement  mechanical  equipment. 

17-0246 

12-12-17 

Revocable  No-Fee 
License  to  SF  Public 
Works 

Authorize  a  revocable  no-fee  license  to  SF  Public  Works,  to  use  approximately  83,270  square 
feet  of  property  under  the  jurisdiction  of  the  SFPUC  located  at  Napoleon  St.  near  Evans  Ave.  and 
Cesar  Chavez  St.  for  employee  parking  and  storage  of  landscaping  materials  and  equipment  in 
accordance  with  the  MOU  between  SFPUC  and  Public  Works,  dated  October  25,  2016.  The 

License  will  supersede  and  replace  a  previous  permit  SFPUC  issued  in  2000  to  Public  Works. 

17-0247 

12-12-17 

Three  Eight-Year 
Communications 

Leases  to  PTI  U  S 
Development  Sites  1 

Authorize  three  eight-year  communications  leases  to  PTI  US  Development  Sites  1,  consisting 
of:  (1)  Runnymede  Lease  to  use  approximately  225  square  feet  of  SFPUC  Parcel  31-A  in 

Woodside  at  a  rent  of  $57,630.84  during  the  first  lease  year;  (2)  San  Mateo  Lease  to  use 
approximately  300  square  feet  of  SFPUC  Parcel  No.  31  in  San  Mateo  at  a  rent  of  $55,592.52 
during  the  first  lease  year;  and  (3)  Tank  Hill  Lease  to  use  approximately  150  square  feet  of 

SFPUC  Parcel  No.  65  in  Sunol  at  a  rent  of  $55,592.52  during  the  first  lease  year,  for  the 
installation,  maintenance,  repair,  and  operation  of  antenna  facilities  and  other  equipment  for 
the  transmission  and  reception  of  radio  communications  signals  on  the  Runnymede,  San  Mateo 
and  Tank  Hill  Premises.  PTI  will  pay  rent  in  the  sum  $170,779.56  to  use  the  three  Premises 
during  the  first  year  of  the  Leases.  Lease  rent  is  subject  to  four-percent  annual  increases. 

17-0248 

12-12-17 

MOU  with  SFMTA 
(Mission  Bay  Loop 
Project) 

Authorize  the  GM  to  execute  on  behalf  of  the  SFPUC,  a  MOU  with  SFMTA  to  set  forth  the 
agencies'  respective  responsibilities,  including  cost  sharing  allocations  to  reimburse  SFMTA  for 
sewer  improvements  on  Illinois  St.  between  18th  St.  and  19th  St.  in  conjunction  with  SFMTA's 
Mission  Bay  Loop  Project,  in  an  amount  not-to-exceed  $434,652. 

17-0249 

12-12-17 

Floodwater 
Management  Grant 
Program 

Modifications 

Approve  modifications  to  the  SFPUC  Floodwater  Management  Grant  Program  to  increase  the 
existing  dollar  cap  on  grants  and  expand  the  types  of  projects  eligible  for  grant  funding; 

Authorize  Grant  Agreements  under  the  modified  Grant  Program  with  property  owners  who 
have  an  active  SFPUC  account  for  wastewater  services. 

17-0250 

12-12-17 

2017  Series  DEGF 

Water  Revenue 

Authorize  the  Issuance  of  up  to  $900  million  of  the  2017  Series  DEFG  Water  Revenue  Bonds  to 
Advance  Refund  a  Portion  of  the  2011  Series  A,  2011  Series  B,  2011  Series  C,  2011  Series  D, 
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Bonds 

2012  Series  A  and  2012  Series  C  Water  Revenue  Bonds  to  Achieve  Debt  Service  Savings.  The 
resolution  will  approve  the  issuance  of  the  2017  Series  DEFG  Water  Revenue  Bonds,  consisting 
of  four  separate  sub-series  of  bonds  (Sub-Series  A  (WSIP);  Sub-Series  B  (Non-WSIP);  Sub-Series 

C  (Hetch  Hetchy);  and  Sub-Series  G  (Federally  Taxable  WSIP  -  Green  Bonds),  and  approve  the 
form  of,  and  authorize  the  execution  and  delivery  of,  related  documents;  Authorize  the  GM  to 
sell  the  Bonds  in  one  or  more  series  of  bonds  on  either  a  competitive  or  negotiated  basis,  as  the 
GM  determines  is  in  the  best  financial  interest  of  the  SFPUC;  and  delegate  to  the  GM 
authorization  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest  cost). 

17-0251 

12-12-17 

MOU  with  Office  of 
the  Treasurer  Tax 
Collector 

Authorize  a  MOU  with  the  Office  of  the  Treasurer  and  Tax  Collector,  Bureau  of  Delinquent 
Revenue,  to  provide  professional  and  special  collection  services  for  delinquent  water,  sewer, 
and  power  charges. 

17-0252 

12-12-17 

Green  Infrastructure 
Leadership  Exchange 
2017-18 

Collaborative  Grant 

Authorize  the  SFPUC  Wastewater  Enterprise  to  accept  and  expend  the  Green  Infrastructure 
Leadership  Exchange  2017-2018  Collaborative  Grant  in  the  amount  of  $29,000.  The  grant  will 
be  used  to  develop  national  recommendations  for  green  stormwater  infrastructure  monitoring 
and  hydraulic  modeling. 

17-0253 

12-12-17 

MOU  with  Port  of  SF 
(Mariposa  Pump 
Station) 

Authorize  the  GM  to  negotiate  and  execute  a  MOU  with  the  Port  of  SF  to  occupy  Seawall  Lot 

345  (SWL-345)  to  construct,  operate,  and  maintain  Mariposa  Pump  Station  for  a  $502,294 
lump-sum  rental  payment  to  the  Port  for  a  30  year  term. 

17-0254 

12-12-17 

Site  License 

Agreement  with 

TriStar  Investors 
Second  Amendment 

Authorize  a  second  amendment  to  the  Site  License  Agreement  dated  October  6,  2015  between 
TriStar  Investors  LLC  and  the  CCSF,  acting  through  the  SFPUC,  reflecting  the  new  terms 
regarding  the  SFPUC's  use  of  a  telecommunications  tower  located  at  2201  Blue  Gum  Ave.  in 
Modesto,  subject  to  BOS  approval,  pursuant  to  Charter  Section  9.118.  The  Second  Amendment 
provides  for  SFPUC  to  locate  additional  telecommunications  equipment  on  the  Premises  and  a 
corresponding  $6,600  increase  in  the  annual  license  fee  effective  as  of  June  1,  2017,  for  a  new 
annual  license  fee  of  $25,758,  subject  to  three  percent  annual  fee  increases. 

17-0255 

12-12-17 

MOU  with  TIDA 

Authorize  a  MOU  between  the  Treasure  Island  Development  Authority  and  the  SFPUC  to 
continue  to  provide  utility  services  for  Naval  Station  Treasure  Island. 

17-0256 

12-12-17  ~ 

Project  Learning 
Partnership  Grant 
Agreements 

Authorize  the  GM  to  solicit  applications  for,  negotiate,  and  execute,  approximately  15  to  25 
Project  Learning  Partnership  Grant  Agreements  with  qualified  selected  local  community-based 
nonprofit  organizations  and/or  educational  institutions  to  support  SF  youth  and  young  adults 
who  will  engage  in  SFPUC  project-based  service  learning  opportunities.  Each  grant  agreement 
will  provide  approximately  $25,000  in  grant  funds  per  year  to  the  grantee  and  have  a  maximum 
duration  of  three  years.  The  cumulative  amount  of  grant  funds  to  be  awarded  under  the 
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program  shall  not  exceed  $1,800,000  over  the  three-year  period  ($600,000  per  year). 

17-0257 

17-0258 

17-0259 

17-0260 

12-12-17 

Closed  Session 

David  Alfaro,  et  al.  v.  City  and  County  of  San  Francisco 
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Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  January  10,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
htto://sanf rancisco.aranicus.com/ViewPublisher.ohp? view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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nepeBOflMHKOB  /  Trtr  giup  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  /  tS  °jOj  / 

*|£!  /  en"rniT  Eimaa  Vl"Ofl"»’lemTwi  a’tienlTFt  -|£J  /  Libreng tulong  para  sa  wikang Tagalog  tnvmS 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision..  •  •' 


TOO 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  December  13,  2016 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Comprehensive  Annual  Financial  Report  (CAFR) 

e)  Popular  Annual  Financial  Report  (PAFR) 

f)  O’Shaughnessy  Dam  Reservations  Quarterly  Report  (Q4) 

g)  San  Francisco  Planning  Department  Initiates  Formal  Environmental  Review 
for  Peninsula  Watershed  Bay  Area  Ridge  Trail  Improvements 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update  (Hale) 

b)  Drought  Update  (Ritchie) 

8.  Bay  Delta  Water  Quality  Control  Plan  Update  (Ritchie) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  1tfh  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Approve  Modification  No.  1  to  Job  Order  Contract  (JOC)  No.  46, 

Electrical  (C-10  License),  Governor  &  Exciter  Systems  for  Hydroelectric 
Powerhouses  for  Hetch  Hetchy,  with  Tri-Technic,  Inc.,  to  perform  specialty 
high-voltage  electrical  contracting  tasks  for  all  Hetch  Hetchy  operations  and 
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facilities,  increasing  the  contract  amount  by  $2,500,000,  for  a  total 
contract  amount  of  $7,500,000,  and  a  time  extension  of  730  consecutive 
calendar  days  (two  years),  for  a  total  contract  duration  of  1 ,825 
consecutive  calendar  days  (five  years),  as  allowed  for  JOCs  under  the  San 
Francisco  Administrative  Code.  (How) 

b)  Approve  Modification  No.  1  to  JOC-  49,  General  Engineering  (A-License) 

for  Hetch  Hetchy,  with  Sierra  Mountain  Construction,  Inc.,  to  perform 
general  engineering  construction  tasks  for  Hetch  Hetchy  Enterprise 
Operations,  increasing  the  contract  by  $2,500,000,  for  a  total  contract 
amount  of  $7,500,000,  and  a  time  extension  of  730  consecutive 
calendar  days  (two  years),  for  a  total  contract  duration  of  1 ,825 
consecutive  calendar  days  (five  years),  as  allowed  for  JOCs  under  the  San 
Francisco  Administrative  Code.  (How) 

c)  Approve  the  selection  of  Black  &  Veatch  Corporation;  Award  Agreement 

No.  PRO. 0050,  HHWP  Power  Transmission  Line  Clearance  Mitigation  - 
West,  to  provide  design  support  to  mitigate  ground,  wire,  and  structural 
clearance  issues:  Authorize  the  General  Manager  to  negotiate  and 
execute  a  professional  services  agreement  with  Black  &  Veatch 
Corporation  for  an  amount  not-to-exceed  $3,000,000,  and  with  a  duration 
of  10  years.  (Ritchie) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-632, 

Southeast  Water  Pollution  Control  Plant  (SEP)  Existing  Digester  Gas 
Handling  Improvements,  in  the  amount  of  $9,536,000,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Monterey  Mechanical,  to 
upgrade  critical  equipment  at  SEP  in  order  to  maintain  existing  digestion 
facilities  until  new  facilities  are  available  for  service.  (How) 

e)  Approve  Modification  No.  2  Contract  No.  WW-617,  As-Needed  Sewer 
Cleaning  and  Inspection,  with  Pipe  and  Plant  Solutions,  Inc.,  to  adjust 
contract  bid  item  quantities  to  match  actual  quantities  used,  increasing  the 
contract  by  $155,674,  for  a  total  contract  amount  of  $2,178,934. 

(How) 

GULAR  CALENDAR 

Approve  the  selection  of  Black  &  Veatch  Corporation;  Award  Agreement  No. 
PRO. 0022,  HHWP  Power  Transmission  Line  Clearance  Mitigation  -  East,  to 
provide  design  support  to  mitigate  ground,  wire,  and  structural  clearance 
issues,  for  an  amount  not-to-exceed  $12,000,000,  and  with  a  duration  of  10 
years,  subject  to  Board  of  Supervisors  approval,  pursuant  to  Charter  Section 
9-118.  (Ritchie) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of 
Understanding  with  the  Santa  Clara  Valley  Water  District  (SCVWD)  to 
undertake  a  Feasibility  Study  to  identify  purified  water  supply  alternatives  for 
the  SFPUC  and  the  Bay  Area  Water  Supply  and  Conservation  Agency,  for  an 
amount  not  to  exceed  $75,000,  and  with  a  total  duration  of  24  months  (two 
years).  The  Feasibility  Study  will  provide  a  preliminary  understanding  of  viable 
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options  for  participation  in  SCVWD’s  Expedited  Purified  Water  Program. 

(Ritchie) 


.? 

* 


12.  Authorize  the  General  Manager  to  request  approval  from  the  Board  of 
Supervisors  to  accept  and  expend  on  behalf  of  the  City  and  County  of  San 

oq  Francisco,  a  Rim  Fire  Alternate  Project  grant,  for  the  purchase  of  capital 
:=>  equipment  and  the  upgrade  of  communication  equipment  in  the  amount  of 
^  $377,1 15  from  the  Federal  Emergency  Management  Agency  and  the  California 
r>-  Office  of  Emergency  Services.  The  Local  (SFPUC)  share  of  project  costs  will 
h  be  $69,836.  (Ritchie) 

13.  Approve  the  Water  Supply  Assessment  for  the  proposed  10  South  Van  Ness 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  etseq.; 
California  Environmental  Quality  Act  (CEQA)  Section  21151 .9;  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 

14.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  Seawall 
Lot  337  and  Pier  48  Mixed-Use  Project,  pursuant  to  the  State  of  California 
Water  Code  Section  10910  etseq.;  California  Environmental  Quality  Act 
(CEQA)  Section  21151.9;  and  CEQA  Guidelines  Section  15155. 

(Ritchie) 


Public  Hearing:  Discussion  and  Possible  Action  to  authorize  the  General 
Manager  to  establish  a  500-gallon-a-day  residential  household  water  use 
threshold  for  customers  in  single-family  homes  and  individually  metered  multi¬ 
family  units,  that  would  be  effective  during  designated  drought  periods  and 
would  result  in  a  $150  excess  use  fine  for  each  30-day  period  a  customer’s 
average  daily  water  use  exceeds  the  threshold.  (Ritchie) 

16.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-614R2, 

rH  North  Point  Outfall  Rehabilitation,  in  the  amount  of  $12,485,980,  to  the  lowest, 
^  qualified,  responsible  and  responsive  bidder,  The  Dutra  Group,  to  rehabilitate 
^  the  aging  North  Point  Outfall  System.  (How) 

▼— l 

17.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Ambrose) 


Anticipated  Litigation  as  Plaintiff 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 


Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/1 5. 

Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER  15-703-000/Date  Filed  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 


Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

25.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

26.  Announcement  following  Closed  Session 

27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

28.  Other  New  Business 

29.  Adjournment 
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NOTICE  OF  PUBLIC  HEARING  Tuesday,  January  10,  2017-  1:30  PM 
City  Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA 
94102,  at  a  Regular  Meeting  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC),  the  governing  board  of  the  publicly  owned  utility 
operations  of  the  City  and  County  of  San  Francisco:  Notice  is  hereby 
given  that  the  SFPUC  will  conduct  a  public  hearing  to  consider  proposed 
rules  and  regulations  by  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  regarding  excessive  residential  water  use  during  drought 
periods.  The  detailed  agenda  and  related  files  will  be  available  at  least  72 
hours  before  the  scheduled  meetings  at  the  SFPUC  website 
www.sfwater.org.  or  by  calling  (415)  554-3165. 

All  interested  parties  are  invited  to  attend  the  public  hearing  and  present 
their  views.  Persons  who  are  unable  to  attend  the  public  hearing  may  also 
submit  to  the  City,  by  the  time  the  proceedings  begin,  written  comments 
regarding  the  subject  of  the  hearing.  These  comments  will  be  brought  to 
the  attention  of  the  Commission  and  will  become  part  of  the  official  public 
record.  Written  comments  can  be  sent  to  Donna  Hood,  Commission 
Secretary,  SFPUC,  525  Golden  Gate  Ave.,  13th  Floor,  SF,  CA  94102. 

The  Draft  Excessive  Residential  Water  Use  Rules  and  Regulations  can  be 
viewed  and  printed  from  the  SFPUC  website  at 
ww  w.  sf  wate  r ,  o  rq/wate  rwaste . 
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San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


Minutes 

Tuesday,  January  10,  2017 

(Approved  January  24,  2017) 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
htto://sanfrancisco.aranicus.com/ViewPublisher.php?view  id-22 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:33  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  and  Courtney 
Commissioner  Vietor  arrived  at  3:00  PM. 

3.  Approval  of  the  Minutes  of  December  13,  2016 

On  Motion  to  approve  the  Minutes  of  December  13,  2016: 

Ayes:  Moran,  Kwon,  and  Courtney 

No  public  comment. 

4.  General  Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  water  waste  and  the  need  for  empirical 
data  on  the  number  of  water  and  wastewater  pipes  that  have  been  replaced. 

•  Mr.  Eddie  Ahn,  Brightline  Defense,  provided  the  Commission  with  their 
“Sustainability  Summit  Report”. 

5.  Communications 

a)  Advance  Calendar 

President  Moran  noted  outstanding  questions  that  need  response  and 
requested  that  responses  be  provided,  or  that  staff  indicate  a  date  by  which 
the  answer  will  be  provided.  He  asked  that  a  response  to  QST-1 0-1 1-16-01 
be  provided  before  the  budget  update. 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Comprehensive  Annual  Financial  Report  (CAFR) 

e)  Popular  Annual  Financial  Report  (PAFR) 

f)  Q’Shauqhnessv  Dam  Reservations  Quarterly  Report  (Q4) 

g)  San  Francisco  Planning  Department  Initiates  Formal  Environmental  Review 

for  Peninsula  Watershed  Bay  Area  Ridge  Trail  Improvements 

No  public  comment. 

6.  Other  Commission  Business 

Commissioner  Courtney  thanked  the  General  Manager  (GM)  and  staff  for 
reaching  out  after  the  last  meeting.  He  stated  the  first  2017  pre-apprentice 
program  at  Gleneagles  has  started.  He  thanked  staff  for  their  work. 

No  public  comment. 

7.  Report  of  the  General  Manager 

GM  Kelly  asked  Assistant  General  Manager  (AGM)  Tommy  Moala,  Wastewater, 
to  provide  a  storm  update. 

AGM  Moala  noted  the  amount  of  rain  received  since  January  first.  He  indicated 
there  has  been  some  localized  flooding,  but  reported  no  major  issues.  He 
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mentioned  the  “Adopt-a- Drain”  program,  stating  1, 1 12  catch  basins  have  been 
adopted;  reported  that  1, 105  sandbags  have  been  delivered;  and  discussed  the 
flood  barrier  pilot  deployment  at  17th  and  Folsom. 

No  public  comment. 

GM  Kelly  stated  that  members  of  the  Board  of  Supervisors  are  being  briefed  on 
flooding  issues. 

a)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  AGM  Power,  provided  a  CleanPowerSF  update.  She 
stated  that  there  are  80,000  service  accounts;  there  is  an  opt-out  rate  of  2.5 
percent;  and  there  are  382  SuperGreen  upgrades  (for  a  total  of 
1, 191  SuperGreen  customers).  She  discussed  future  enrollment,  stating  544 
customers  are  queued  with  79  percent  of  those  upgrading. 

Ms.  Hale  stated  the  California  Public  Utilities  Commission  (CPUC)  will 
conduct  a  hearing  the  first  of  February  regarding  Community  Choice 
Aggregation  (CCA)  programs,  at  which  time  regulatory  issues  and  oversight 
will  be  discussed.  She  stated  the  SFPUC  will  participate  in  that  hearing.  She 
responded  to  a  question  from  President  Moran  as  to  whether  the  PCI  A  issue 
will  be  addressed  at  the  hearing.  Brief  discussion  ensued. 

AGM  Hale  discussed  PG&E’s  rate  modifications,  stating  the  impact  on  Hetch 
Hetchy  customers  will  be  small  and  the  revenue  impact  neutral.  She  noted 
that  PG&E,  not  the  SFPUC,  is  increasing  rates  for  residential  Green  and 
SuperGreen  customers,  as  well  as  commercial  SuperGreen  customers.  She 
outlined  the  percent  of  the  increase.  She  stated  she  will  return  to  the 
Commission  regarding  rates  in  April. 

Public  Comments 

•  Mr.  Francisco  DaCosta  stated  that  deliberations  need  to  be  reported  on 
the  website.  He  requested  information  on  the  amount  of  energy 
distributed  by  PG&E.  He  discussed  his  experience  with  CCA’s. 

•  Mr.  Jason  Fried,  LAFCo,  discussed  PG&E  and  CleanPowerSF  rates  and 
noted  the  need  to  look  at  the  ‘‘big  picture”.  He  requested  those  in  the 
audience  sign-up  for  CleanPowerSF. 

b)  Drought  Update 

Mr.  Steve  Ritchie,  AGM  Water,  provided  a  drought  update.  He  discussed 
current  reservoir  levels,  noting  water  bank  is  full  and  other  systems  are 
spilling.  He  discussed  cumulative  precipitation;  Upcountry  6-Station 
Precipitation  Index;  Bay  Area  7-Station  Precipitation  Index;  National 
precipitation  forecast;  Snowpack;  Tuolumne  River  water  available  to  the  City; 
and  total  deliveries. 

No  public  comment. 
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AGM  Hale  responded  to  a  question  from  Vice  President  (VP)  Kwon 
regarding  PG&E’s  program  as  compared  to  Clean PowerSF’s  Green 
program. 

8.  Bay  Delta  Water  Quality  Control  Plan  Update 

President  Moran  thanked  everyone  in  the  audience  for  attending.  He  provided 
introductory  comments,  emphasizing  it  is  early  in  process. 

AGM  Ritchie  began  his  update  by  describing  the  Bay  Delta  System 
(Sacramento  River  and  San  Joaquin  Rivers  and  Tributaries).  He  indicated  the 
Tuolumne  River  provides  about  85  percent  of  the  Regional  Water  System 
Supply.  He  briefly  discussed  unimpaired  flows  and  San  Francisco’s  relationship 
with  the  irrigation  districts,  and  reviewed  entitlements  and  diversions. 

AGM  Ritchie  continued  with:  (1)  a  review  of  driving  factors  of  San  Francisco 
water  supply  planning,  Level  of  Service  objectives,  and  challenges;  (2)  a 
summary  of  customers’  low  water  use;  and  (3)  diversifying  water  supply 
(conservation,  groundwater,  recycled  water,  and  San  Francisco’s  Non-Potable 
Ordinance). 

He  discussed  the  role  of  the  State  Water  Resources  Control  Board  (SWRCB) 
and  their  charge  with  setting  water  quality  objectives.  He  noted  their  proposal  to 
update  two  elements  of  the  Bay  Delta  Plan  (San  Joaquin  flow  objectives  to 
protect  fish  and  wildlife;  and  Southern  Delta  salinity  objectives).  Mr.  Ritchie 
discussed  recent  history  of  the  Bay  Delta  Plan. 

AGM  Ritchie  reviewed  the  2016  revised  proposal,  indicating  comments  are  due 
March  17,  2017,  (extended  120  days  from  original  November  15,  2016  due 
date).  He  stated  the  SWRCB  is  planning  to  consider  the  plan  amendments  in 
August  2017. 

Mr.  Ritchie  discussed  the  2016  revised  proposal  and  potential  impacts.  He 
stated  increased  rationing  would  be  faced:  (50  percent  at  normal  or  contract 
level  demands;  20-30  percent  rationing  at  current  demand;  and  the  number  of 
dry-year  shortages  would  double  or  triple).  He  noted  ramifications  without  major 
investment  in  uncertain  water  supply  projects. 

Mr.  Ritchie  outlined  the  SFPUC’s  response  to  the  2016  proposal  and  discussed 
voluntary  agreements  vs.  regulation  and  litigation. 

Public  Comments 

•  Mr.  Sean  Charpentier,  Assistant  City  Manager,  East  Palo  Alto,  discussed 
East  Palo  Alto’s  water  use  and  supply  needs.  He  indicated  support  for  the 
SFPUC  recommendation  and  provided  a  comment  letter. 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  distributed  a  document  containing  her 
comments  to  the  SWRCB.  She  reviewed  the  average  residential  customer 
use  in  the  BAWSCA  wholesale  service  area. 
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•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  expressed  disappointment  with 
information  being  disseminated  on  the  SFPUC  fact  sheet.  He  distributed  and 
discussed  his  memo  to  the  SFPUC  and  requested  a  response.  He  discussed 
the  SWRCB  proposal. 

Commissioner  Courtney  requested  that  staff  provide  response  to  Mr. 
Drekmeier’s  memo.  President  Moran  asked  that  the  response  address  issues 
and  solid  facts,  and  address  any  differences  in  points-of-view. 

•  Mr.  Martin  Gothberg  discussed  his  personal  and  business  use  of  water.  He 
expressed  support  for  the  Bay  Delta  Plan  and  SED  and  provided  written 
comments. 

•  Mr.  Les  Kishler  expressed  the  need  for  the  Bay  Delta  Plan  and  discussed 
finite  and  infinite  resources. 

•  Ms.  Sarah  Qureshi,  Silicon  Valley  Leadership  Group,  expressed  concern 
with  the  proposed  SED  and  potential  impacts.  She  indicated  support  for  the 
environmental  goals  of  the  SED  and  voluntary  settlements. 

•  Mr.  Bill  Martin  discussed  his  attendance  at  the  January  SWRCB  hearing. 

•  Mr.  Sidney  Liebes  discussed  the  impact  of  SFPUC  water  resource  decisions; 
urged  consideration  of  ecological  health  data,  and  provided  written 
comments. 

•  Mr.  Will  Derwin  expressed  support  for  the  SWRCB  proposal  and  urged 
Commission  support. 

•  Mr.  Chris  Shutes,  California  Sport  Fishing  Protection  Alliance,  discussed  the 
Lower  Tuolumne  Settlement  and  CSPFA’s  participation  in  that  process.  He 
rebutted  Mr.  Ritchie’s  comments  regarding  unimpaired  flow. 

•  Ms.  Charlene  Woodcock  expressed  concern  for  the  Delta.  She  discussed 
unimpaired  flow;  the  Delta  importance  to  the  economy;  and  ecosystem 
support.  She  indicated  there  is  an  allocation  problem,  especially  with  East 
Palo  Alto.  She  expressed  support  for  a  higher  flow. 

•  Mr.  Tom  Schwertscharf,  Sierra  Club,  expressed  support  for  the  Plan  and 
discussed  climate  change  science. 

•  Mr.  Peter  Mangarella,  Trout  Unlimited,  expressed  support  for  the  SWRCB 
recommendations.  He  discussed  his  conservation  and  limited  water  use  and 
expressed  the  need  for  small  conservation  steps.  He  requested  the  SFPUC 
partner  with  the  SCRWB  to  increase  flows. 

•  Mr.  Heinrich  Albert,  Sierra  Club,  indicated  support  for  higher  flows  to  restore 
habitat.  He  discussed  the  low  per  capita  use  of  San  Francisco  and  other 
customers.  He  presented  Sierra  Club  Letters  in  support  of  higher  flows. 

Commissioner  Vietor  arrived  at  3:00  PM. 

•  Mr.  Kenneth  Gibson  expressed  the  desire  for  leadership  and  protection  of 
the  Bay.  He  discussed  BAWSCA  sen/ice  obligations  and  the  need  for  tiered 
pricing. 

•  Ms.  Olga  Mandrussow,  Sierra  Club,  expressed  support  for  50  percent 
unimpaired  flow  and  discussed  ways  to  achieve  that  goal. 
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•  Mr.  Michael  Frost  stated  that  were  incorrect  assumptions  developed  years 
ago.  He  encouraged  looking  at  data  in  a  different  way. 

•  Ms.  Tali  Benattar  discussed  the  SFPUC’s  Environmental  Stewardship  Policy. 
She  requested  50  percent  unimpaired  flow. 

•  Mr.  Dave  Warner  requested  plausible  numbers  given  the  economy  and 
conservation;  to  rely  on  the  science  of  State  Board;  and  discussed 
environmental  issues. 

•  Mr.  Spreck  Rosencrans,  Restore  Hetch  Hetchy,  indicated  they  have  specific 
recommendation  for  flow.  He  discussed  the  2013  SWRCB  hearing  and 
hydrologic  and  economic  assumptions. 

•  Ms.  Leah  Rogers  expressed  the  need  for  history-matching  for  modeling  and 
discussed  economic  benefits  of  water  conservation. 

•  Mr.  Doug  Obegi,  Natural  Resources  Defense  Council,  discussed  the 
importance  of  understanding  issues  at  staff  level.  He  requested  a  meeting 
between  staff  and  advocates  before  the  March  deadline. 

•  Mr.  Arthur  Feinstein,  Sierra  Club  Conservation  Committee,  noted  the 
similarities  of  early  CCA  discussions  and  those  of  the  current  Plan.  He 
expressed  the  need  for  healthy  ecosystems  and  encouraged  support  for  the 
state  proposal. 

•  Mr.  Michael  Warburton,  Executive  Director,  Public  Trust  Alliance,  discussed 
legal  requirements  to  use  the  best  available  information  when  allocating 
public  trust  resources.  He  discussed  reasonable  use  for  the  benefit  of  all. 

•  Ms.  Rachele  Trigueros,  Bay  Area  Council,  discussed  water  use  and  rationing 
in  San  Francisco  and  BAWSCA  service  areas.  She  urged  meeting 
competing  needs  through  voluntary  agreements. 

•  Mr.  Ben  Eichenberg,  San  Francisco  Baykeeper,  urged  support  for  the  SED. 
He  stated  alignment  with  the  MID/TID  and  San  Joaquin  Tributary  Authority 
doesn’t  represent  SFPUC  interests. 

•  Mr.  John  Pomeroy,  East  Bay  Community  Guild,  stated  health  of  environment 
is  the  first  priority. 

•  Ms.  Gail  Sredanovic  read  a  statement  in  support  of  the  SWRCB  Plan. 

•  Mr.  Barry  Hermanson,  Sierra  Club,  spoke  in  favor  of  increased  flows,  stating 
environmental  needs  come  first.  He  discussed  his  conservation  efforts. 

•  Mr.  Gary  Bobker,  Bay  Institute  &  Bay.org,  discussed  stewardship;  scientific 
records;  flow  vs.  non-flow  measures;  adaptive  management;  and  settlement 
issues. 

•  Ms.  Christina  Bertea,  Graywater  Action,  stated  more  conservation  can  take 
place  and  reviewed  conservation  options.  She  discussed  the  need  for  high 
flows  for  sturgeon  survival. 

•  Ms.  Jeralyn  Moran,  PICA,  discussed  the  condition  of  the  Bay  Delta  and  the 
need  for  increase  flows. 

•  Mr.  Chris  Gilbert  expressed  disappointment  with  the  GM’s  recent  op-ed.  He 
questioned  the  voluntary  agreement. 

•  Mr.  Jim  Lazarus,  San  Francisco  Chamber  of  Commerce,  discussed 
conservation  and  water  limitations  that  would  be  needed  for  the  Plan,  and 
options  for  capturing  excess  water  to  assist  with  increased  flows. 
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•  Ms.  Denise  Louie  urged  the  Commission  to  advocate  for  a  60  percent 
unpaired  flow. 

•  Dr.  Elizabeth  Dougherty,  Director,  Wholly  H20,  discussed  her  personal  water 
use  and  the  effect  of  general  human  water  use  on  the  water  cycle. 

•  Ms.  LaVive  Kiely  discussed  the  condition  of  the  Delta  and  the  need  to  save 
it.  She  noted  recent  algae  bloom;  the  need  for  statewide  conservation;  and 
agri-business  water  waste. 

•  Mr.  Michael  Barber,  representing  San  Mateo  County  Supervisor  Dave  Pine, 
expressed  concern  with  conflicting  information  from  multiple  sources,  and 
the  need  for  reconciliation. 

•  John  McMannis,  Golden  Gate  Salmon  Association,  requested  a  meeting 
between  staff  and  stakeholders.  He  discussed  unimpaired  flows  from 
February  through  June  to  assist  young  salmon.  He  discussed  economic 
possibilities  for  the  fishing  industry  in  San  Francisco. 

•  Mr.  Tim  Eichenberg  expressed  support  for  previous  speaker  comments  and 
those  of  the  Tuolumne  River  Trust.  He  requested  a  meeting  between  staff 
and  stakeholders,  and  at  least  40  percent  flow. 

•  Mr.  Martin  Kirkwood  expressed  concern  with  SED.  He  discussed  housing 
issues  and  the  supply  and  allocation  of  water  in  East  Palo  Alto.  He  stated 
balance  is  between  supply  and  demand. 

•  Mr.  Jacob  Roberts,  Carbon  Quest,  discussed  the  importance  of  protecting 
the  Delta. 

•  Ms.  Catherine  Baker  discussed  concerns  with  the  lack  of  water  conservation 
in  the  shelters.  She  requested  that  staff  come  and  speak  to  residents. 

President  Moran  thanked  everyone  for  their  participation  and  provided  concluding 
comments.  He  requested  that  staff  respond  to  Mr.  Drekmeier’s  concerns, 
emphasizing  the  learning  and  sharing  opportunity.  He  noted  the  need  to  work 
toward  solutions. 

VP  Kwon  stated  he  was  impressed  with  conservation  efforts  in  San  Francisco  and 
the  Bay  Area.  He  expressed  support  for  staff,  noting  they  work  hard  and  care  about 
what  they  do.  He  stated  sensible  solutions  need  to  be  achieved. 

Commissioner  Vietor  thanked  speakers  for  their  comments.  She  noted  the  need  for 
stakeholder  input  in  the  process  and  encouraged  meetings  as  part  of  the  process. 
She  requested  a  presentation  prior  to  submittal  and  requested  an  update  on  the 
engagement  process.  She  indicated  that  the  numbers  are  important  to  understand 
flexibility  and  to  understand  of  what  can  be  improved  for  health  of  river  and  meeting 
supply  needs. 

Mr.  Ritchie  stated  a  meeting  will  be  scheduled  with  the  Bay  Area  Water  Stewards. 

GM  Kelly  noted  that  settlement  discussions  are  confidential  but  engagement  will 
occur. 


SFPUC  Minutes 
January  10,  2017 


Page  7 


President  Moran  discussed  how  to  deal  with  various  issues  via  meetings,  writing, 
and  presentations,  to  ensure  issues  are  fully  understood.  He  noted  the  complexity 
of  the  issue  and  of  contractual  requirements. 

The  Commission  Secretary  read  the  Consent  Calendar. 

9.  Consent  Calendar 

a)  Approve  Modification  No.  1  to  Job  Order  Contract  (JOC)  No.  46,  Electrical 

(C-10  License).  Governor  &  Exciter  Systems  for  Hydroelectric 
Powerhouses  for  Hetch  Hetchv,  with  Tri-Technic,  Inc.,  to  perform  specialty 

high-voltage  electrical  contracting  tasks  for  all  Hetch  Hetchy  operations  and 

facilities,  increasing  the  contract  amount  by  $2,500,000,  for  a  total  contract 

amount  of  $7,500,000,  and  a  time  extension  of  730  consecutive  calendar 

days,  for  a  total  contract  duration  of  1 ,825  consecutive  calendar  days,  as 

allowed  for  JOCs  under  the  San  Francisco  Administrative  Code. 

(Resolution  17-0001) 

b)  Approve  Modification  No.  1  to  JOC-  49,  General  Engineering  (A-License) 

for  Hetch  Hetchv.  with  Sierra  Mountain  Construction,  Inc.,  to  perform 

general  engineering  construction  tasks  for  Hetch  Hetchv  Enterprise 

Operations,  increasing  the  contract  by  $2,500,000,  for  a  total  contract 

amount  of  $7,500,000,  and  a  time  extension  of  730  consecutive  calendar 

days,  for  a  total  contract  duration  of  1,825  consecutive  calendar  days,  as 

allowed  for  JOCs  under  the  San  Francisco  Administrative  Code. 

(Resolution  17-0002) 

c)  Approve  the  selection  of  Black  &  Veatch  Corporation;  Award  Agreement 

No.  PR0.0050,  HHWP  Power  Transmission  Line  Clearance  Mitigation  - 

West,  to  provide  design  support  to  mitigate  ground,  wire,  and  structural 

clearance  issues;  Authorize  the  General  Manager  to  negotiate  and  execute 

a  professional  services  agreement  with  Black  &  Veatch  Corporation  for  an 

amount  not-to-exceed  $3,000,000,  and  with  a  duration  of  10  years. 

(Resolution  17-0003) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-632, 

Southeast  Water  Pollution  Control  Plant  (SEP)  Existing  Digester  Gas 

Handling  Improvements,  in  the  amount  of  $9,536,000,  to  the  lowest, 

Qualified,  responsible  and  responsive  bidder,  Monterey  Mechanical,  to 

upgrade  critical  eguipment  at  SEP  in  order  to  maintain  existing  digestion 

facilities  until  new  facilities  are  available  for  service.  (Resolution  17-0004) 

e)  Approve  Modification  No.  2  Contract  No.  WW-617,  As-Needed  Sewer 

Cleaning  and  Inspection,  with  Pipe  and  Plant  Solutions,  Inc.,  to  adjust 

contract  bid  item  Quantities  to  match  actual  Quantities  used,  increasing  the 

contract  by  $155,674,  for  a  total  contract  amount  of  $2,178,934.  (Resolution 

17-0005) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 
No  public  comment. 
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1 0.  Approve  the  selection  of  Black  &  Veatch  Corporation;  Award  Agreement  No. 
PRQ.0022,  HHWP  Power  Transmission  Line  Clearance  Mitigation  -  East,  to 

provide  design  support  to  mitigate  ground,  wire,  and  structural  clearance 

issues,  for  an  amount  not-to-exceed  $12,000,000,  and  with  a  duration  of  10 

years,  subject  to  Board  of  Supervisors  approval,  pursuant  to  Charter  Section 

9.1 18.  (Resolution  17-0006) 

President  Moran  expressed  continued  concern  with  sole  source  awards. 

On  Motion  to  approve  Item  10: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

11.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  the  Santa  Clara  Valiev  Water  District  (SCVWD)  to  undertake  a  Feasibility 

Study  to  identify  purified  water  supply  alternatives  for  the  SFPUC  and  the  Bay 

Area  Water  Supply  and  Conservation  Agency,  for  an  amount  not  to  exceed 

$75,000,  and  with  a  total  duration  of  24  months.  The  Feasibility  Study  will 

provide  a  preliminary  understanding  of  viable  options  for  participation  in 

SCVWD’s  Expedited  Purified  Water  Program.  (Resolution  17-0007) 

On  Motion  to  approve  Item  1 1: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

12.  Authorize  the  General  Manager  to  request  approval  from  the  Board  of 
Supervisors  to  accept  and  expend  on  behalf  of  the  City  and  County  of  San 

Francisco,  a  Rim  Fire  Alternate  Project  grant,  for  the  purchase  of  capital 

equipment  and  the  upgrade  of  communication  equipment  in  the  amount  of 

$377,1 15  from  the  Federal  Emergency  Management  Agency  and  the  California 

Office  of  Emergency  Services.  The  Local  (SFPUC1  share  of  project  costs  will 

be  $69,836.  (Resolution  17-0008) 

President  Moran  asked  that  information  on  the  original  grant  be  provided. 

On  Motion  to  approve  Item  12: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

Item  13  was  removed  from  the  agenda  and  will  be  rescheduled. 

13.  Approve  the  Water  Supply  Assessment  for  the  proposed  10  South  Van  Ness 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  sea; 

California  Environmental  Quality  Act  (CEQA)  Section  21 151.9;  and  CEQA 

Guidelines  Section  15155. 

14.  Approve  the  Revised  Water  Supply  Assessment  for  the  proposed  Seawall  Lot 

337  and  Pier  48  Mixed-Use  Project,  pursuant  to  the  State  of  California  Water 
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Code  Section  10910  etseg.;  California  Environmental  Quality  Act  (CEQA) 

Section  21 1 51 .9;  and  CEQA  Guidelines  Section  15155.  (Resolution  17-0009) 

On  Motion  to  approve  Item  14: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 
No  public  comment. 

15.  Public  Hearing:  Discussion  and  Possible  Action  to  authorize  the  General 

Manager  to  establish  a  500  qallon-a-day  residential  household  water  use 

threshold  for  customers  in  single-family  homes  and  individually  metered  multi- 

family  units,  that  would  be  effective  during  designated  drought  periods  and 

would  result  in  a  $150  excess  use  fine  for  each  30-dav  period  a  customer’s 

average  daily  water  use  exceeds  the  threshold.  (Resolution  17-0010) 

AGM  Ritchie  responded  to  a  question  from  President  Moran  on  when  the 
threshold  would  be  imposed  and  how  the  500  gallon-per-day  threshold  was 
determined. 

On  Motion  to  approve  Item  15: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

16.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-614R2, 
North  Point  Outfall  Rehabilitation,  in  the  amount  of  $12,485,980,  to  the  lowest, 

qualified,  responsible  and  responsive  bidder.  The  Dutra  Group,  to  rehabilitate 

the  aging  North  Point  Outfall  System,  (Resolution  17-0011) 

On  Motion  to  approve  Item  16: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

President  Moran  stated  that  there  would  be  no  Closed  Session  (items  1 7-24). 

17.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Anticipated  Litigation  as  Plaintiff 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 
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Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/1 5. 

Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 


21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23.  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23.  2014 

25.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

26.  Announcement  following  Closed  Session 
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27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

28.  Other  New  Business 

Commissioner  Courtney  stated  has  been  contacted  regarding  concerns  with 
the  Graywater  System  Ordinance  and  requested  a  briefing  regarding  and  the 
SFPUC’s  performance  pursuant  to  the  Ordinance. 

29.  Adjournment 

President  Moran  adjourned  the  meeting  at  4:53  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0001 


WHEREAS,  On  December  10,  2013,  per  Resolution  No.13-0182,  this  Commission  approved  the 
award  of  Job  Order  Contract  (JOC)  No.  46,  Electrical  (C-10  License),  Governor  &  Exciter  Systems  for 
Hydroelectric  Powerhouses  in  Hetch  Hetchy,  to  Tri-Technic,  Inc.;  and 

WHEREAS,  The  JOC’s  first  task  order’s  Notice-to-Proceed  date  was  February  18,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  a  not-to-exceed  amount  of  $5,000,000,  and 
the  original  contract  duration  was  1095  consecutive  days;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  increase  the  contract  amount  by 
$2,500,000,  for  a  total  not-to-exceed  contract  amount  of  $7,500,000,  with  a  time  extension  of  730 
consecutive  calendar  days,  for  a  total  contract  duration  of  1825  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(1)  and  6.22(h)(2)  of  the  Administrative  Code  require  that  any 
cumulative  increases  in  contract  price  or  extension  of  the  time  to  complete  construction  work  in  excess 
of  10%  of  the  original  contract  price  or  contract  duration  be  approved  by  this  Commission;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business  Enterprise 
(LBE)  subcontractor  participation  requirement  of  9%  for  this  specialty  high-voltage  electrical  contract; 
and  the  contractor  has  committed  to  a  LBE  subcontracting  participation  of  9.5%  in  its  bid  submittal;  and 

WHEREAS,  No  task  order  will  be  issued  under  this  JOC  until  the  appropriate  California 
Environmental  Quality  Act  document  has  been  approved,  if  required;  and 

WHEREAS,  Funding  will  be  available  from  various  San  Francisco  Public  Utilities  Commission 
enterprise  funds  when  task  orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Job  Order  Contract 
No.  46,  Electrical  (C-10  License),  Governor  &  Exciter  Systems  for  Hydroelectric  Powerhouses  in  Hetch 
Hetchy  to  Tri-Technic,  Inc.,  for  continued  specialty  high-voltage  electrical  work  for  Hetch  Hetchy 
enterprise  operations  and  bureaus,  increasing  the  contract  amount  by  $2,500,000  for  a  total  not-to- 
exceed  contract  amount  of  $7,500,000,  with  a  time  extension  of  730  consecutive  calendar  days,  for  a 
total  contract  duration  of  1825  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0002 


WHEREAS,  On  October  14,  2014,  by  Resolution  No.  14-0159,  this  Commission  approved  the 
award  of  Job  Order  Contract  (JOC)  No.  JOC-49,  General  Engineering  (A-License)  for  Hetch  Hetchy  to 
Sierra  Mountain  Construction,  Inc.;  and 

WHEREAS,  The  JOC’s  first  Task  Order’s  Notice-to-Proceed  date  was  December  19,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  an  amount  not-to-exceed  $5,000,000  and  the 
original  contract  duration  was  three  years;  and 

WHEREAS,  Modification  No.  1  is  being  requested  to  continue  the  provision  of  general 
engineering  construction  work,  increasing  the  contract  amount  by  $2,500,000,  for  a  total  not-to-exceed 
contract  amount  of  $7,500,000,  with  a  time  extension  of  730  consecutive  calendar  days,  for  a  total 
contract  duration  of  1825  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(1)  and  6.22(H)(2)  of  the  Administrative  Code  requires  that  any 
cumulative  increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  and  any  cumulative 
extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  this  Commission;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  22%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  subcontracting  participation  of  33%  in  its  bid  submittal  and  this  percentage  remains  unchanged; 
and 

WHEREAS,  No  task  order  will  be  issued  under  this  JOC  until  the  appropriate  California 
Environmental  Quality  Act  document  has  been  approved;  and 

WHEREAS,  Funding  will  be  available  from  various  San  Francisco  Public  Utilities  Commission 
(SFPUC)  enterprise  funds  when  task  orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Job  Order  Contract 
No.  JOC-49,  General  Engineering  (A-License)  for  Hetch  Hetchy,  for  continued  general  engineering 
construction  work  for  all  Hetch  Hetchy  Operations  and  facilities,  increasing  the  contract  amount  by 
$2,500,000,  for  a  total  not-to-exceed  contract  amount  of  $7,500,000,  with  a  time  extension  of  730 
consecutive  calendar  days,  for  a  total  contract  duration  of  1825  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0003 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  seeks  to  retain  the 
services  of  a  qualified  consultant  to  assist  with  design  support  to  mitigate  ground,  wire,  and 
structure  clearance  issues  associated  with  its  high  voltage  transmission  lines;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  design  consultant  firm  to 
provide  specialized  professional  services  to  supplement  SFPUC  staff,  in  order  to  implement  the 
mitigation  program  for  SFPUC’s  high  voltage  lines;  and 

WHEREAS,  The  Request  for  Proposals  was  advertised  on  October  7,  2016;  and 

WHEREAS,  The  estimated  not-to-exceed  cost  of  services  is  $3,000,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  February,  2017  and  end  in  February, 
2027,  and  the  duration  of  this  agreement  is  10  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  determination  that  Black  &  Veatch  Corporation  is  the  sole  qualified  and 
responsive  bidder;  and 

WHEREAS,  The  CMD  has  established  a  Local  Business  Enterprise  (LBE)  subconsulting 
participation  requirement  of  20%  for  this  agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  re-advertising  and  re-selecting 
consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  re-advertising  and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Approval  of  the  proposed  agreement  by  this  Commission  would  not  fall 
within  the  definition  of  a  “project”  under  the  California  Environmental  Quality  Act  (CEQA) 
Guidelines  Section  15378  as  the  services  provided  under  this  contract  do  not  involve  any  direct 
or  indirect  physical  change  in  the  environment;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Hetch  Hetchy  10-year  Capital  Improvement  Plan  Project  No.  CUH101  Hetchy 
Water-Power  Infrastructure;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Black  &  Veatch 
Corporation;  awards  project-funded  Agreement  No.  PR0.0050,  HHWP  Power  Transmission 
Line  Clearance  Mitigation  -  West,  to  provide  design  support  to  mitigate  ground,  wire,  and 
structure  clearance  issues  with  SFPUCs  high  voltage  transmission  lines;  and  authorizes  the 
General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  professional  services  agreement  with 
Black  &  Veatch  Corporation  for  an  amount  not  to  exceed  $3,000,000,  and  with  a  duration  of  10 
years,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to 
negotiate  and  re-advertise  and  re-select  consultants  at  the  discretion  of  the  City. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


7u\ji 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0004 


WHEREAS,  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSIP)  funded  Contract  No.  WW-632,  Southeast  Water  Pollution  Control  Plant  (SEP)  Existing 
Digester  Gas  Handling  Improvements  was  advertised  on  October  17,  2016;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $11,700,000  for  this  construction  contract  work 
to  provide  replacements  for  and  upgrades  to  critical  equipment  at  SEP  in  order  to  maintain 
existing  digestion  facilities  until  new  facilities  are  available  for  service;  and 

WHEREAS,  The  contract  duration  is  790  consecutive  calendar  days;  and 

WHEREAS,  The  San  Francisco  Planning  Department  issued  a  categorical  exemption 
determination  on  July  28,  2016  under  California  Environmental  Quality  Act  Section  15301, 
Class  1  (Existing  Facilities)  under  Planning  Department  Case  Number  2016.009399ENV. 

WHEREAS  This  proposed  action  is  the  Approval  Action  as  defined  by  S.F. 
Administrative  Code  Chapter  3 1 ;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  November  17,  2016; 
and 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Monterey  Mechanical  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
25.16%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPSE09,  SEP  Existing  Digester 
Gas  Handling  Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  SSIP  funded  Contract  No.  WW-632,  Southeast  Water  Pollution  Control  Plant 
(SEP)  Existing  Digester  Gas  Handling  Improvements,  in  the  amount  of  $9,536,000,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Monterey  Mechanical. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0005 


WHEREAS,  On  June  23,  2015,  per  Resolution  No.  15-0145,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  funded 
Contract  No.  WW-617,  As-Needed  Sewer  Cleaning  and  Inspection  (FY16),  to  Pipe  and  Plant 
Solutions,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  August  31, 
2015;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,839,350  and  the  original  contract 
duration  was  546  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(1)  of  the  San  Francisco  Administrative  Code  requires  that 
any  cumulative  increase  in  cost  in  excess  of  10%  of  the  original  construction  price  be  approved 
by  this  Commission;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $183,910  to  increase  Bid  Item  #6 
quantity  to  match  actual  quantity  used,  increasing  the  contract  amount  to  $2,023,260;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  $155,674  to  adjust  contract  bid 
item  quantities  to  match  actual  quantities  used,  increasing  the  contract  amount  to  $2,178,934; 
and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
subcontracting  goal  of  10%  for  this  construction  contract  and  the  Contractor  is  meeting  this  goal; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCSC7,  As-Needed  Sewer 
Cleaning  and  Inspection  (FY16);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  2  to  Wastewater 
Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-617, 
As-Needed  Sewer  Cleaning  and  Inspection  (FY16),  with  Pipe  and  Plant  Solutions,  Inc., 
increasing  the  contract  by  $155,674,  for  a  total  contract  amount  of  $2,178,934. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0006 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  seeks  to  retain  the 
services  of  a  qualified  consultant  to  assist  with  design  support  to  mitigate  ground,  wire,  and 
structure  clearance  issues  associated  with  its  high  voltage  transmission  lines;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  design  consultant  firm  to 
provide  specialized  professional  services  to  supplement  SFPUC  staff,  in  order  to  implement  the 
mitigation  program  for  SFPUC’s  high  voltage  lines;  and 

WHEREAS,  The  Request  for  Proposals  was  advertised  on  October  7,  2016;  and 

WHEREAS,  The  estimated  not-to-exceed  cost  of  services  is  $12,000,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  February,  2017  and  end  in  February, 
2027,  and  the  duration  of  this  agreement  is  10  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  determination  that  Black  &  Veatch  Corporation  is  the  sole  qualified  and 
responsive  bidder;  and 

WHEREAS,  The  CMD  has  established  a  Local  Business  Enterprise  (LBE)  subconsulting 
participation  requirement  of  20%  for  this  agreement;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  re-advertising  and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Approval  of  the  proposed  agreement  by  this  Commission  would  not  fall 
within  the  definition  of  a  “project”  under  the  California  Environmental  Quality  Act  (CEQA) 
Guidelines  Section  15378  as  the  services  provided  under  this  contract  do  not  involve  any  direct 
or  indirect  physical  change  in  the  environment;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Hetch  Hetcy  10-year  Capital  Improvement  Plan  Project  No.  CUH101  Hetchy 
Water  -  Power  Infrastructure;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Black  &  Veatch 
Corporation;  awards  project-funded  Agreement  No.  PR0.0022,  Hetch  Hetchy  Water  and  Power 
(HHWP)  Power  Transmission  Line  Clearance  Mitigation  -  East,  to  provide  design  support  to 
mitigate  ground,  wire,  and  structure  clearance  issues  with  SFPUCs  high  voltage  transmission 
lines;  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  professional 
services  agreement  with  Black  &  Veatch  Corporation  for  an  amount  not  to  exceed  $12,000,000, 
and  with  a  duration  of  10  years,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter 
Section  9.118,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not 
satisfied,  to  re-advertise  and  re-select  consultants  at  the  discretion  of  the  City. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0007 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  identified 
future  needs  of  up  to  19.5  mgd  to  serve  customers  of  the  Regional  Water  System  in  the  2018- 
2040  planning  horizon;  and 

WHEREAS,  The  SFPUC  and  the  Santa  Clara  Valley  Water  District  (“SCVWD”)  share 
common  customers  in  Santa  Clara  County;  and 

WHEREAS,  SCVWD  is  investigating  the  feasibility  of  developing  up  to  45,000  acre-feet 
per  year  (“AFY”)  or  40  million  gallons  per  day  (“MGD”)  of  purified  water  capacity  by  2025  to 
augment  water  supply  in  Santa  Clara  County;  and 

WHEREAS,  SCVWD,  as  part  of  its  Program,  may  develop  capacity  to  produce 
additional  water  supplies  that  could  be  available,  including  to  the  SFPUC/BAWSCA  and 
customers  common  to  the  SCVWD;  and 

WHEREAS,  The  estimated  cost  of  an  initial  feasibility  study  to  identify  viable 
alternatives  for  purified  water  partnerships  between  the  SFPUC/BAWSCA  and  the  SCVWD  is 
estimated  to  be  $75,000;  and 

WHEREAS,  The  SFPUC’s  share  of  that  cost  for  the  proposed  initial  feasibility  study  is 
estimated  to  be  50%,  or  $37,500;  and 

WHEREAS,  The  SFPUC’s  cost-share  would  be  reimbursed  proportionately  by 
BAWSCA  through  an  adjustment  to  the  FY  2017-18  wholesale  revenue  requirement  as  a 
regional  project  study;  and 

WHEREAS,  Approval  of  the  proposed  MOU  to  undertake  a  Feasibility  Study  does  not 
fall  within  the  definition  of  a  “project”  under  California  Environmental  Quality  Act  Guidelines 
Section  15378  because  there  would  be  no  physical  change  in  the  environment;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2017  and  end  in  December  2018 
and  the  total  duration  of  this  agreement  is  24  months;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CUW2740602,  Evaluation  of  Purified  Water  Alternatives  - 
SCVWD;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  negotiate  and  execute  a  Memorandum  of  Understanding  with  Santa  Clara  Valley 
Water  District  and  the  Bay  Area  Water  Supply  and  Conservation  Agency  for  an  amount  not-to- 
exceed  $75,000,  and  with  a  total  duration  of  24  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0008 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  submitted, 
through  the  California  Governor’s  Office  of  Emergency  Services  (Cal  OES),  a  sub-application 
(FEMA-4158-DR-CA,  Project  #082,  FIPS#075 -00000)  for  the  Rim  Fire  Alternate  Project  PW  82 
(the  Project)  from  the  Federal  Emergency  Management  Agency  (FEMA)  for  the  purchase  of 
capital  equipment  and  the  upgrade  of  communication  equipment;  and 

WHEREAS,  FEMA,  through  Cal  OES,  awarded  SFPUC  a  grant  of  $377,115  with 
$301,692  in  Federal  funds  and  $75,423  in  State  funds  for  the  Project;  and 

WHEREAS,  The  Local  share  is  $69,836;  and 

WHEREAS,  The  estimated  Project  cost  is  $446,95 1 ;  and 

WHEREAS,  The  project  is  scheduled  to  be  completed  by  December  13,  2018;  and 

WHEREAS,  On  January  31,  2014  the  San  Francisco  Planning  Department  Environmental 
Review  Officer  issued  a  statutory  exemption  determination  under  California  Environmental 
Quality  Act  Sections  15269(a)  and  (c)  (Emergency  Projects)  for  restoration  and  maintenance 
activities  necessitated  by  damage  resulting  from  the  2013  Rim  Fire;  and 

WHEREAS,  Funds  will  be  available  for  the  Project  from  a  new  detail  to  be  created  under 
Project  No.  FUH 100  Hetchy  Water  -  Facilities  Maintenance;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  seek  Board  of  Supervisors’  approval  under 
Administrative  Code  section  10.170-1  to  accept  and  expend  the  Rim  Fire  Alternate  Project 
PW82  grant  for  an  amount  not  to  exceed  $377,1 15. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0009 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required 
to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the  Seawall  Lot  337  and  Pier  48 
Mixed-Use  Project’s  cumulative  water  demands;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  the  CEQA  environmental 
review  process;  and 

WHEREAS,  As  an  informational  document,  approval  of  the  WSA  is  not  a  project  under 
CEQA  and  is  not  an  approval  of  the  Seawall  Lot  337  and  Pier  48  Mixed-Use  Project;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS,  The  SFPUC  staff  prepared  a  WSA  for  the  Seawall  Lot  337  and  Pier  48 
Mixed-Use  Project,  which  concluded  that  the  SFPUC  has  adequate  water  supplies  to  meet  the 
Project’s  water  demands  through  2040,  and  which  was  approved  by  the  Commission  at  its 
meeting  of  February  9,  2016;  and 

WHEREAS,  It  was  subsequently  found  that  the  water  demand  estimates  in  the  WSA 
approved  on  February  9,  2016  were  based  on  population  estimates  inconsistent  with  the 
Environmental  Impact  Report  and  did  not  include  the  proposed  development  at  Pier  48;  and 

WHEREAS,  The  SFPUC  staff  prepared  a  Revised  WSA  for  the  Seawall  Lot  337  and  Pier 
48  Mixed-Use  Project,  which  concluded  that  the  SFPUC  has  adequate  water  supplies  to  meet  the 
Project’s  water  demands  through  2040,  and  which  supersedes  the  WSA  approved  on  February  9, 
2016;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Revised  Water  Supply  Assessment  for  the 
Seawall  Lot  337  and  Pier  48  Mixed-Use  Project,  pursuant  to  the  State  of  California  Water  Code 
10910(g). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0010 


WHEREAS,  On  August  29,  2016,  the  Governor  of  California  approved  legislation  to  add 
Chapter  3.3  (commencing  with  section  365)  to  Division  I  of  the  Water  Code  that  prohibits 
excessive  residential  water  use  during  prescribed  periods  of  drought  and  requires  each  urban 
water  supplier  to  set  a  threshold  for  excessive  residential  water  use  for  its  retail  service  area;  and 

WHEREAS,  The  State’s  requirements  apply  to  residential  customers  in  single-family 
homes  and  multi-unit  housing  complexes  where  all  units  are  individually  metered  or  sub-metered 
by  the  urban  water  supplier;  and 

WHEREAS,  Effective  January  2017,  urban  retail  water  suppliers  are  required  to  establish 
a  method  to  identify  and  discourage  excessive  residential  water  use  during  designated  periods  of 
drought  that  involves  either  establishing  a  rate  structure  or  an  ordinance,  rule,  or  tariff;  and 

WHEREAS,  In  response  to  State  requirements,  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  established  Excessive  Residential  Water  Use  During  Drought  Rules  and 
Regulations  that  apply  to  retail  residential  customers  in  single  family  single  family  dwellings  and 
multi-family  dwellings  where  each  unit  is  separately  metered  by  the  SFPUC;  and 

WHEREAS,  In  response  to  State  requirements,  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  established  Excessive  Residential  Water  Use  During  Drought  Rules  and 
Regulations  that  apply  to  retail  residential  customers  in  single  family  single  family  dwellings  and 
multi-family  dwellings  where  each  unit  is  separately  metered  by  the  SFPUC;  and 

WHEREAS,  The  SFPUC  has  set  an  excessive  residential  household  water  use  threshold 
of  500  gallons  a  day  and  will  levy  a  fine  of  $150  a  bill  for  every  30-day  period  a  residential 
customer’s  average  daily  household  water  use  exceeds  500  gallons  a  day  during  designated 
drought  periods;  and 

WHEREAS,  Adoption  of  this  Resolution  does  not  constitute  a  “project”  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment;  and 

WHEREAS,  The  three  designated  periods  Excessive  Residential  Water  Use  During 
Drought  Rules  and  Regulations  are  effective  include  1)  during  a  period  for  which  the  Governor 
has  issued  a  proclamation  of  a  state  of  emergency  under  the  California  Emergency  Services  Act 
based  on  statewide  drought  conditions  and  during  with  the  SFPUC  has  moved  to  a  stage  of 
action  under  its  water  shortage  contingency  plan  that  involved  mandatory  residential  water  use 
reduction  or  2)  during  a  period  in  which  the  SFPUC  in  response  to  a  local  water  supply  shortage 
has  move  to  a  stage  of  action  under  its  water  shortage  contingency  plan  that  involves  mandatory 
residential  water  use  reductions  or  3)  during  a  period  when  the  Governor  has  issued  a 
proclamation  of  a  state  of  emergency  based  on  local  drought  conditions;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  adopt  Excessive  Residential  Water  Use  during  Drought  Rules  and  Regulations  to 
discourage  excessive  water  use  during  designated  period  of  drought;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  urges  the  San  Francisco  Board  of 
Supervisors  to  adopt  any  legislation  that  is  necessary  in  the  view  of  the  City  Attorney  to 
implement  and  enforce  excessive  water  use  restrictions  adopted  by  this  Commission  or  the 
General  Manager  of  the  SFPUC. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-001 1 


WHEREAS,  Wastewater  Enterprise  (WWE)  Sewer  System  Improvement  Program 
(SSIP)  funded  Contract  No.  WW-614R2,  North  Point  Outfall  Rehabilitation  was  advertised  on 
November  9,  2016;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $10,300,000  for  this  construction  contract  work 
to  rehabilitate  the  aging  North  Point  Outfall  System;  and 

WHEREAS,  The  contract  duration  is  330  consecutive  calendar  days;  and 

WHEREAS,  The  San  Francisco  Planning  Department  issued  a  categorical  exemption 
determination  on  September  18,  2015  under  California  Environmental  Quality  Act  Section 
15301,  Class  1  (Existing  Facilities)  under  Planning  Department  Case  Number  2014.1261E;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  December  1,  2016;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  reviewed  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences,  and  this  review  resulted  in  the  establishment  of  The  Dutra 
Group  as  the  lowest,  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  15%  for  this  contract  and  the  contractor  committed  to  a  LBE  participation  of 
16.25%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion 
of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPTPNP01,  North  Point 
Outfall  Rehabilitation;  and 

WHEREAS,  Project  No.  CWWSIPTPNP01,  North  Point  Outfall  Rehabilitation  was 
approved  by  the  Commission  on  October  27,  2015  under  Resolution  No.  15-0218  in  order  to 
proceed  with  the  loan  agreement  to  receive  Clean  Water  State  Revolving  Fund  (CWSRF)  loan 
financing;  and 

WHEREAS,  SFPUC  Finance  will  be  requesting  approval  of  a  WRSRF  loan  to  finance  all 
eligible  costs  for  this  SSIP  project;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  SSIP  funded  Contract  No.  WW-614R2,  North  Point  Outfall  Rehabilitation,  in  the 
amount  of  $12,485,980,  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  The  Dutra 
Group. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

:r  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  January  24,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  941 02 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.com/ViewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  sen/ices,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  41 5.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  sen/e  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
plannina.org/index.aspx? paae=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  January  10,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Power  Risk  Management  Plan 

e)  Non-Potable  Water  Program  Update 

f)  Lead  Sampling  Requirements  at  K-12  Schools 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Drought  Update  (Ritchie) 

b)  2018  Water  and  Sewer  Rate  Study  Update  (Sandler) 

8.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  five-year  revocable  license  to  the  City  of  Redwood  City,  to  use 
approximately  180  linear  feet  of  SFPUC  Parcel  Numbers  340-A,  339-B,  and 
339-C  in  Redwood  City,  California,  to  install  and  maintain  an  underground 
12-inch  ductile  iron  pipe,  for  no  annual  use  fee.  (Carlin) 


a) 
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b)  Approve  an  increase  in  the  construction  duration  contingency  of  up  to 

219  consecutive  calendar  days  (approximately  seven  months)  for 
Contract  No.  DB-124,  San  Joaquin  Valley  Communication  System 
Upgrade  Project,  with  Communication  Services,  Inc.;  and  authorize  the 
General  Manager  to  approve  future  modifications  to  this  contract  for  a 
total  revised  contract  duration  of  up  to  614  consecutive  calendar  days 
(approximately  one  year,  seven  months),  with  no  change  to  the  contract 
amount.  (Ritchie) 

c)  Approve  the  assignment  and  assumption  of  Agreement  No.  CS- 

247[R],  Customer  and  Administrative  Services  for  Community  Choice 
Aggregation  Program;  and  authorize  the  General  Manager  to  execute  an 
Assignment  and  Assumption  Agreement  for  the  existing  Agreement  CS- 
247[R],  from  Noble  Americas  Energy  Solutions  LLC,  to  Calpine  Energy 
Solutions  LLC.  (Hale) 

d)  Approve  Modification  No.  1  to  Contract  No.  WD-2773(I),  525  Golden 

Gate  Avenue  As-Needed  Mechanical  System  Inspection,  Maintenance  & 
Repairs,  with  ACCO  Engineering  Systems,  Inc.,  to  continue  mechanical 
system  inspections,  maintenance  and  repairs,  increasing  the  contract 
amount  by  $200,000,  for  a  total  not-to-exceed  contract  amount  of 
$594,070,  with  a  time  extension  of  730  consecutive  calendar  days  (two 
years)  for  a  total  contract  duration  of  1825  consecutive  calendar  days  (five 
years).  (How) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2809, 

San  Francisco  Groundwater  Supply  Phase  2,  in  the  amount  of 
$9,780,000,  to  the  lowest,  qualified,  responsible,  and  responsive  bidder, 
Western  Water  Constructors,  Inc.,  to  construct  the  North  Lake  Well  Station, 
the  South  Windmill  Well  Station,  and  associated  groundwater  transmission 
pipelines.  (How) 

f)  Accept  work  performed  by  Phoenix  Electric  Company  for  Contract  No. 
WW-562,  Instrumentation  &  Backup  Power  Systems  Improvements; 
Approve  Modification  Nos.  1-4,  increasing  the  contract  amount  by 
$40,900,  for  a  total  contract  amount  of  $1 ,369,400,  with  a  time  extension 
of  274  consecutive  calendar  days  (approximately  nine  months),  for  a  total 
contract  duration  of  844  consecutive  calendar  days  (approximately  two 
years  and  four  months);  and  authorize  final  payment  to  the  Contractor. 

(How) 

g)  Approve  Modification  No.  3  to  Contract  No.  WW-569,  Southeast  Water 

Pollution  Control  Plant  and  Bruce  Flynn  Pump  Station  Fire  Alarm  System 
Upgrades,  with  LC  General  Engineering  &  Construction,  Inc.,  to  add  two 
year  fire  alarm  maintenance  following  substantial  construction  completion, 
increasing  contract  duration  by  730  consecutive  calendar  days  (two 
years),  for  a  total  contract  duration  of  1 ,155  consecutive  calendar  days 
(approximately  three  years  and  two  months),  with  no  change  to  the  contract 
amount.  (How) 
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REGULAR  CALENDAR 


10.  Public  Hearing:  Discussion  and  possible  action  to  approve  changes  to 
administrative  procedures  associated  with  the  calculation  of  water  and 
wastewater  capacity  charges  resulting  from  the  implementation  of  Article 
12C  of  the  San  Francisco  Health  Code.  The  proposal  would  change  the 
current  calculation  of  capacity  charges  from  including  all  plumbing  fixtures  in  a 
constructed  building  to  only  including  those  plumbing  fixtures  opt  being 
supplied  non-potable  water  from  an  on-site  water  system  during  normal  building 
operation.  There  are  no  changes  to  the  existing  rate  schedule  that  established 
the  current  capacity  charges  associated  with  this  proposal.  This  action 
constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  •  • 
pursuant  to  Chapter  31  of  the  San  Francisco  Administrative  Code. 

(Ritchie) 

Public  Hearing:  Discussion  and  possible  action  to  adopt  a  Water  Use 
Allocation  and  Excess  Use  Charge  for  Accounts  Complying  with  Article 
12C  of  the  City  and  County  of  San  Francisco  Health  Code.  The  proposed 
Program  would  call  for  each  new  account  required  to  comply  with  Article  12C  to 
be  classified  as  a  Mandatory  Non-potable  Water  Ordinance  Account  in  . 
SFPUC’s  Billing  System.  Only  accounts  classified  as  a  Mandatory  Non-potable 
Water  Ordinance  Account  by  SFPUC  would  be  subject  to  the  Program.  This 
action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  CEQA, 
pursuant  to  Chapter  31  of  the  San  Francisco  Administrative  Code. 

(Ritchie) 

Workshop:  Discussion  of  the  CleanPowerSF  Growth  Plan:  Potential 
program  demand,  operations,  and  other  analysis  under  way  to  support  planning 
for  CleanPowerSF  service  expansion  throughout  San  Francisco. 

(Hale) 

Approve  Amendment  No. 2  to  Agreement  No.  CS-IOIO(G),  Front  Yard 
Ambassadors  Program  Grant,  with  Friends  of  the  Urban  Forest,  to  continue 
providing  program  and  project  management  services  for  the  Front  Yard 
Ambassadors  Program;  and  authorize  the  General  Manager  to  execute  this 
amendment,  increasing  the  agreement  by  $80,000,  for  a  total  not-to-exceed 
agreement  amount  of  $240,000,  and  with  a  time  extension  of  one  year,  for  a 
total  agreement  duration  of  three  years.  (Ellis) 

14.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


1 6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Ambrose) 

Anticipated  Litigation  as  Plaintiff 

17.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  California  Government 

Code  Section  54956.8  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Carlin) 

Property:  Crystal  Springs  Golf  Course,  Burlingame,  California 
Persons  Negotiating: 

SFPUC:  Michael  Carlin 

Crystal  Springs  Golf  Course/Crystal  Springs  Golf  Partners,  LP:  John  Telischak 
Under  Negotiation:  Price _ Terms  of  Payment _ Both  X 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 

Case  No.:  ER  15-703-000/Date  Filed  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 


21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 


Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

23.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

24.  Announcement  following  Closed  Session. 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

26.  Other  New  Business. 

27.  Adjournment. 
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current  calculation  of  capacity  charges  from  including  all  plumbing  fixtures 
in  a  constructed  building  to  only  including  those  plumbing  fixtures  not 
being  supplied  non-potable  water  from  an  onsite  non-potable  water 
system  during  normal  building  operation.  The  detailed  agenda  and  related 
files  will  be  available  at  least  72  hours  before  the  scheduled  meetings  at 
the  SFPUC  website  www.sfwater.org,  or  by  calling  (415)  554-3165. 
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94102,  at  a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION  (SFPUC):  Public  Hearing,  discussion,  and  possible  action 
to  adopt  a  Water  Use  Allocation  and  Excess  Use  Charge  Program  for 
Accounts  Complying  with  Article  12C  of  the  City  and  County  of  San 
Francisco  Health  Code.  The  proposed  Program  would  call  for  each  new 
account  required  to  comply  with  Article  12C  to  be  classified  as  a 
Mandatory  Non-potable  Water  Ordinance  Account  in  SFPUC’s  Billing 
System.  The  proposed  Program  would  also  establish  water  use 
allocations  and  excess  use  charges,  applicable  only  to  water  and 
wastewater  accounts  (Accounts)  that  are  classified  as  Mandatory  Non- 
potable  Water  Ordinance  Accounts.  The  detailed  agenda  and  related  files 
will  be  available  at  least  72  hours  before  the  scheduled  meetings  at  the 
SFPUC  website  www.sfwater.org,  or  by  calling  (415)  554-3165. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Moran ,  Kwon,  Vietor  and  Courtney 
Excused:  Caen 

3.  Approval  of  the  Minutes  of  January  10,  2017 

On  Motion  to  approve  the  Minutes  of  January  10,  2017: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

4.  General  Public  Comments 

•  Ms.  Christine  Hanson  spoke  to  the  change  in  the  format  of  the  letter 
summary  (5b).  President  Moran  provided  response  regarding  the  change. 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  thanked  the  Commission  for 
scheduling  the  Bay  Delta  update.  He  provided  thoughts  on  the  drought; 
encouraged  partnership  with  the  water  districts;  and  looks  forward  to  a 
cooperative  relationship. 

•  Mr.  Francisco  DaCosta  discussed  pumping  water  from  ground  and 
discussed  reuse  for  irrigation  purposes  and  street  cleaning. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Power  Risk  Management  Plan 

e)  Non-Potable  Water  Program  Update 

f)  Lead  Sampling  Requirements  at  K-12  Schools 

No  public  comment. 

6.  Other  Commission  Business 

Commissioner  Courtney  discussed  SFPUC’s  workforce  development  and 
requested  that  a  workforce  development  presentation  be  scheduled. 

7.  Report  of  the  General  Manager 

Mr.  Harlan  Kelly,  General  Manager  (GM)  requested  that  Mr.  Tommy  Moala, 
Assistant  General  Manager  (AGM)  Wastewater,  provide  a  flood  update. 

AGM  Moala  discussed  challenges  faced  by  the  stormwater  system  during  the 
January  2Cfh  storm.  He  showed  a  video  demonstrating  the  speed  of  the  event 
and  the  effect  it  had  on  the  system  at  15th  and  Wawona.  He  noted  the  catch 
basin  was  overwhelmed  but  continued  to  operate  during  the  event.  He 
responded  to  a  question  from  Commissioner  Vietor  regarding  damage  at 
Cayuga  and  other  flood  locations. 

GM  Kelly  responded  to  a  follow-up  question  from  Commissioner  Vietor  regarding 
long-term  flooding  solutions  and  stated  staff  is  working  with  the  neighborhoods.  He 
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discussed  the  challenge  of  not  knowing  when  a  strong  storm  will  come  and 
indicated  that  storm  severity  seems  to  be  increasing. 


a)  Drought  Update 

Mr.  Steve  Ritchie,  AGM  Water,  provided  a  drought  update.  He  discussed 
current  reservoir  levels  and  stated  water  is  being  released  from  Calaveras 
Dam.  He  noted  reservoir  levels  at  other  California  reservoirs;  Cumulative 
precipitation;  Snowpack;  Tuolumne  River  water  available  to  the  City; 
Upcountry  6-station  Precipitation  Index;  Bay  Area  7-station  Precipitation 
Index;  and  total  deliveries.  He  stated  a  meeting  has  been  scheduled  with 
Bay  Area  Water  Stewards  to  discuss  issues  with  the  substitute  EIR  for  San 
Joaquin  River. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding 
the  cumulative  precipitation  slide. 

No  public  comment. 

b)  2018  Water  and  Sewer  Rate  Study  Update 

Mr.  Eric  Sandler,  CFO  and  AGM  Business  Services,  provided  a  Rate  Study 
update:  (1)  Rate  Study  Context;  (2)  Key  Tasks  (revenue  requirement;  cost- 
of-service;  and  rate  design);  (3)  Rate  Structure  Goals  (ratepayers;  SFPUC; 
and  general);  (4)  Rate  Study  Policy  Areas  (financial  policy  review; 
wastewater  rate  structure;  affordability;  and  improve  revenue  stability  during 
drought);  (5)  Stormwater  Charge  Work  To-Date;  (6)  Stormwater  charge 
phased  approach;  and  (7)  Rate  study  timeline. 

CFO  Sandler  and  GM  Kelly  responded  to  a  question  from  Commissioner 
Vietor  as  to  when  new  customers  will  see  a  stormwater  charge  and  about 
timing  for  grant  opportunities.  Brief  discussion  ensued. 

Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  Raker  Act  and  the  need  for 
accountability  and  empirical  data. 

8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  informed  the  Commission  that  the  BAWSCA 
Board  elected  new  leadership  and  that  their  budget  process  has  begun. 

No  public  comment. 

Commissioner  Vietor  left  the  room  at  2:33  PM. 

9.  Consent  Calendar 

a)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  five-year  revocable  license  to  the  City  of  Redwood  City,  to  use 

approximately  180  linear  feet  of  SFPUC  Parcel  Numbers  340-A.  339-B,  and 

339-C  in  Redwood  City,  California,  to  install  and  maintain  an  underground 

12-inch  ductile  iron  pipe,  for  no  annual  use  fee. 
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b)  Approve  an  increase  in  the  construction  duration  contingency  of  up  to  219 

consecutive  calendar  days  for  Contract  No.  DB-124,  San  Joaquin  Valiev 

Communication  System  Upgrade  Project,  with  Communication  Services, 

Inc.;  and  authorize  the  General  Manager  to  approve  future  modifications  to 

this  contract  for  a  total  revised  contract  duration  of  up  to  614  consecutive 

calendar  days,  with  no  change  to  the  contract  amount.  (Resolution  17- 


c)  Approve  Modification  No.  1  to  Contract  No.  WD-27730),  525  Golden  Gate 

Avenue  As-Needed  Mechanical  System  Inspection,  Maintenance  & 

Repairs,  with  ACCO  Engineering  Systems,  Inc.,  to  continue  mechanical 

system  inspections,  maintenance  and  repairs,  increasing  the  contract 

amount  by  $200,000,  for  a  total  not-to-exceed  contract  amount  of  $594,070, 

with  a  time  extension  of  730  consecutive  calendar  days  for  a  total  contract 

duration  of  1825  consecutive  calendar  days.  (Resolution  17-0013) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2809, 

San  Francisco  Groundwater  Supply  Phase  2,  in  the  amount  of  $9,780,000, 

to  the  lowest,  qualified,  responsible,  and  responsive  bidder.  Western  Water 

Constructors,  Inc.,  to  construct  the  North  Lake  Well  Station,  the  South 

Windmill  Well  Station,  and  associated  groundwater  transmission  pipelines. 

(Resolution  17-0014) 

e)  Accept  work  performed  by  Phoenix  Electric  Company  for  Contract  No.  WW- 

562,  Instrumentation  &  Backup  Power  Systems  Improvements;  Approve 

Modification  Nos.  1-4,  increasing  the  contract  amount  by  $40,900,  for  a 

total  contract  amount  of  $1 ,369,400,  with  a  time  extension  of  274 
consecutive  calendar  days,  for  a  total  contract  duration  of  844  consecutive 

calendar  days;  and  authorize  final  payment  to  the  Contractor.  (Resolution 

17-0015) 

f)  Approve  Modification  No.  3  to  Contract  No.  WW-569,  Southeast  Water 

Pollution  Control  Plant  and  Bruce  Flynn  Pump  Station  Fire  Alarm  System 

Upgrades,  with  LC  General  Engineering  &  Construction,  Inc.,  to  add  two 

year  fire  alarm  maintenance  following  substantial  construction  completion, 

increasing  contract  duration  by  730  consecutive  calendar  days,  for  a  total 

contract  duration  of  1,155  consecutive  calendar  days,  with  no  change  to  the 

contract  amount.  (Resolution  17-0016) 

g)  Approve  Modification  No.3  to  Contract  No.  WW-569,  Southeast  Water 

Pollution  Control  Plant  and  Bruce  Flynn  Pump  Station  Fire  Alarm  System 

Upgrades,  with  LC  General  Engineering  &  Construction.  Inc.,  to  add  two 

year  fire  alarm  maintenance  following  substantial  construction  completion, 

increasing  contract  duration  by  730  consecutive  calendar  days,  for  a  total 

contract  duration  of  1 ,1 55  consecutive  calendar  days,  with  no  change  to  the 

contract  amount.  (Resolution  17-0017) 

President  Moran  requested  that  item  9a  be  removed. 
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On  Motion  to  approve  items  9b  through  9g: 

Ayes:  Moran,  Kwon,  and  Courtney 

No  public  comment. 

Item  9a:  Deputy  General  Manager  (DGM)  Michael  Carlin  responded  to  a 
question  from  President  Moran  asking  for  clarification  regarding:  (1)  current 
Right-of-Way  Policy;  (2)  why  the  Policy  is  in  effect;  and  (3)  what  are  the 
circumstances  of  the  permit  request  that  warrant  an  exception  of  the  Policy. 

President  Moan  further  discussed  the  Right-of-Way  Policy.  He  requested 
that  additional  information  be  provided  on  the  right-of-way.  He  stated  that 
the  item  will  be  continued. 

Commissioner  Vietor  returned  to  the  meeting  at  2:37  PM. 

The  Commission  Secretary  read  items  10  and  11  together. 

10.  Public  Hearing:  Discussion  and  possible  action  to  approve  changes  to 

administrative  procedures  associated  with  the  calculation  of  water  and 

wastewater  capacity  charges  resulting  from  the  implementation  of  Article  12C 

of  the  San  Francisco  Health  Code.  The  proposal  would  change  the  current 

calculation  of  capacity  charges  from  including  all  plumbing  fixtures  in  a 

constructed  building  to  only  including  those  plumbing  fixtures  not  being 
supplied  non-potable  water  from  an  on-site  water  system  during  normal  building 

operation.  There  are  no  changes  to  the  existing  rate  schedule  that  established 

the  current  capacity  charges  associated  with  this  proposal.  This  action 

constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  CEQA, 

pursuant  to  Chapter  31  of  the  San  Francisco  Administrative  Code.  (Resolution 

17-0018) 

11.  Public  Hearing:  Discussion  and  possible  action  to  adopt  a  Water  Use  Allocation 

and  Excess  Use  Charge  for  Accounts  Complying  with  Article  12C  of  the  City 

and  County  of  San  Francisco  Health  Code.  The  proposed  Program  would  call 

for  each  new  account  required  to  comply  with  Article  12C  to  be  classified  as  a 

Mandatory  Non-potable  Water  Ordinance  Account  in  SFPUC’s  Billing  System. 

Only  accounts  classified  as  a  Mandatory  Non-potable  Water  Ordinance 

Account  by  SFPUC  would  be  subject  to  the  Program.  This  action  constitutes 

the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 

Chapter  31  of  the  San  Francisco  Administrative  Code.  (Resolution  17-0019) 

AGM  Ritchie  reviewed  the  San  Francisco  Non-potable  Ordinance.  He 
described  water  and  water  capacity  charges  and  the  reviewed  the  basis  for  the 
proposed  action  for  item  10. 

Mr.  Ritchie  discussed  the  water  use  allocation  and  excess  use  charge  program 
proposal  and  reviewed  the  basis  for  the  proposed  action  for  item  1 1. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding 
capacity  and  stormwater  charges.  Brief  discussion  ensued. 


SFPUC  Minutes 
January  24,  2017 


Page  5 


On  Motion  to  approve  items  10  and  1 1: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

12.  Workshop:  Discussion  of  the  CleanPowerSF  Growth  Plan:  Potential  program 

demand,  operations,  and  other  analysis  under  way  to  support  planning  for 

CleanPowerSF  service  expansion  throughout  San  Francisco. 

Ms.  Barbara  Hale,  AGM  Power,  introduced  Mr.  Michael  Hyams,  CleanPowerSF 
Director,  who  provided  the  second  CleanPowerSF  workshop.  Mr.  Hyams 
reviewed  the  workshop  agenda  and  presented  the  following: 

Growth  Plan  and  Approach 

(1)  Growth  Plan  purpose;  (2)  CleanPowerSF  goals  and  objectives;  (3)  Relative 
scale  of  CleanPowerSF  revenues;  (4)  CleanPowerSF  business  practices 
policies  (emphasizing  “Phasing”  Policy);  and  (5)  Review  of  Growth  Plan 
components. 

Understanding  Our  Customers:  Demand  and  Margins 

(1)  Electricity  demand  in  San  Francisco  by  service  provider;  (2)  CleanPowerSF 
demand  by  customer  class;  (3)  Electricity  usage  comparison  by  customer  class 
and  service  provider;  (4)  CCA  average  use  comparison;  and  (5)  Demand  and 
margins  takeaways. 

Understanding  Our  Costs:  Power  Supply  and  Markets 
(1)  Renewables  -  available  and  growing;  (2)  Renewables  -  prices  vary  and 
timing  matters;  (3)  Portfolio  management  is  critical;  (4)  Spurring  local 
development;  and  (5)  Power  supply  takeaways. 

Mr.  Hyams  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
local-build  plan.  She  requested  to  see  the  consideration  of  local-build 
(incremental  cost,  jobs  added)  as  part  of  the  Growth  Plan.  GM  Kelly  provided 
additional  response  emphasizing  the  need  for  balance  and  affordability. 

President  Moran  requested  an  exploration  of  organizational  corporate  structure 
options,  particularly  municipal  for-profit  entities,  in  energy  suppliers.  Brief 
discussion  ensued. 

Understanding  Our  Costs:  Financing  Needs  and  Options 

(1)  Credit  market  has  evolved  since  launch;  and  (2)  Financial  takeaways. 

Understanding  Our  Costs:  Regulatory  Affairs  and  Compliance 

(1)  Legislative  and  regulatory  affairs  not  optional;  (2)  Compliance  burden  is 

heavy;  and  (3)  Regulatory  takeaways. 

Our  Ability  to  Execute:  Operational  Readiness 

(1)  Holistic  model  of  CCA  program  operations;  (2)  CleanPowerSF  support 
throughout  SFPUC;  (3)  Phase  1  staffing  FYE17  (15.5  FTE);  (4)  CleanPowerSF 
operations  budget  detail  FYE17  ($5. 7M);  (5)  Comparison  of  CCA  operation 
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budgets;  and  (6)  Operational  readiness  takeaways  (near,  medium,  and  long¬ 
term  priorities). 


Pro-Forma  Financial  Analysis 

(1)  Phasing  financial  analysis  underway  (pro-forma):  Options  and  three  growth 
scenarios  -2015  business  plan  approach;  Single-phase  expansion;  and  Two- 
phase  expansion. 

Mr.  Hyams  responded  to  a  question  from  President  Moran  regarding  the 
merger  of  the  phasing  roll-out  schedule  and  local  build-out. 

Next  Steps 

Mr.  Hyams  stated  additional  workshops  will  take  place  and  that  the  Growth 
Plan  (with  timelines)  is  scheduled  for  presentation  in  the  spring. 

Commissioner  Vietor  requested  a  breakdown  of  CleanPowerSF  enrollment  by 
district. 

Commissioner  Courtney  requested  a  meeting  with  staff  to  discuss  back-house 
expansion  and  staffing. 

Mr.  Hyams  responded  to  a  question  from  President  Moran  regarding  the 
number  of  program  FTEs  required  for  back-house  expansion. 

President  Moran  stated  guiding  the  phasing  with  the  Commission-approved 
Business  Practice  Policies  is  important.  He  noted  the  expectations  related  to 
local  build-out  and  expressed  the  need  to  be  responsive  to  existing 
expectations,  and  where  those  expectations  change,  that  outreach  is 
conducted. 

Public  Comments 

•  Mr.  Eric  Brooks,  representing  multiple  organizations,  expressed  concern  with 
the  local  build-out  and  discussed  financing  needs. 

•  Mr.  Jed  Holtzman,  350  San  Francisco,  discussed  modeling;  financing;  rate 
increases;  and  the  need  to  re-evaluate  the  program. 

GM  Kelly  clarified  that  the  PC! A  is  increasing,  not  CleanPowerSF  rates. 

•  Mr.  Jason  Fried,  LAFCo,  discussed  the  Sunset  Reservoir  model.  He  stated 
policies  and  procedures  need  to  be  reviewed;  discussed  the  growth  plan  and 
timeline  for  expansion;  and  commented  on  the  need  for  back-office  staffing. 

13.  Approve  Amendment  No.2  to  Agreement  No.  CS-IOIO(G),  Front  Yard 

Ambassadors  Program  Grant,  with  Friends  of  the  Urban  Forest,  to  continue 

providing  program  and  project  management  services  for  the  Front  Yard 

Ambassadors  Program:  and  authorize  the  General  Manager  to  execute  this 

amendment,  increasing  the  agreement  by  $80,000,  for  a  total  not-to-exceed 
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agreement  amount  of  $240,000,  and  with  a  time  extension  of  one  year,  for  a 

total  agreement  duration  of  three  years.  (Resolution  17-0020) 

Ms.  Yolanda  Manzone,  Environmental  Justice  and  Land  Use  Manager, 
discussed  the  amendment  and  reviewed  program  accomplishments. 

Ms.  Manzone  responded  to  a  question  from  Commissioner  Courtney  regarding 
concrete  removal  and  to  his  concern  with  labor  and  workforce  development 
standards  by  those  performing  the  concrete  removal  work.  He  stated  he  would 
not  support  the  item. 

GM  Kelly  provided  response  to  Commissioner  Courtney’s  concerns. 
Commissioner  Courtney  emphasized  his  concerns  are  with  labor  and  workforce 
standards  and  missed  opportunities. 

Commissioner  Kwon  expressed  support  for  the  item  and  noted  the  momentum 
with  the  project. 

Commissioner  Vietor  Francesca  expressed  appreciation  for  the  workforce 
development  discussion.  She  indicated  she  looks  at  the  issue  from  an 
environment  perspective  and  expressed  support  for  the  item. 

Public  Comments 

•  Mr.  Ray  Law,  Supervisor  Tang’s  office,  discussed  how  the  program  assists 
district  residents  with  their  efforts  to  remove  concrete.  He  requested 
Commission  approval. 

On  Motion  to  approve  item  13: 

Ayes:  Moran,  Kwon,  Vietor 
No:  Courtney 

The  Commission  Secretary  read  Closed  Session  items  16,  17,  and  23,  and 
stated  the  other  items  would  not  be  heard. 

14.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 

15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

The  Commission  entered  Closed  Session  at  3:58  PM 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Anticipated  Litigation  as  Plaintiff 
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17.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  California  Government 

Code  Section  54956.8  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Property:  Crystal  Springs  Golf  Course,  Burlingame,  California 

Persons  Negotiating: 

SFPUC:  Michael  Carlin 

Crystal  Springs  Golf  Course/Crystal  Springs  Golf  Partners.  LP:  John  Telischak 

Under  Negotiation:  Price  ( )  Terms  of  Payment  (  )  Both  (X) 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 
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22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

23.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  4:51  PM. 

24.  Announcement  following  Closed  Session. 

President  Moran  announced  that  no  action  was  taken. 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

26.  Other  New  Business. 

None. 

27.  Adjournment. 

President  Moran  adjourned  the  meeting  at  4:52  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0012 


WHEREAS,  On  June  10,  2014,  per  Resolution  No.  13-0119,  this  Commission  approved 
the  award  of  Hetchy  Capital  Improvement  Projects-funded  Contract  No.  DB-124,  San  Joaquin 
Communication  System  Upgrade,  to  Communication  Services,  Inc.;  and 

WHEREAS,  The  construction  Notice-to-Proceed  date  was  set  for  July  27,  2015;  and 

WHEREAS,  The  original  contract  amount  was  for  $6,990,959  and  the  original 
construction  contract  duration  was  395  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  through  6  were  issued  in  the  amount  of  ($158,083)  to 
address  the  deletion  of  2  sites,  the  lease  payment  of  the  Mt.  Allison  site  for  34  months, 
reimbursement  to  the  City  for  factory  acceptance  testing  travel  expenses,  the  lease  of  the 
Modesto  site  for  24  months,  the  design  and  construction  of  power  modifications  at  the 
Wamerville  site,  and  the  addition  of  power  conduits  at  the  Rock  River  site,  for  a  total  contract 
amount  of  $6,832,877;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  the  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved 
by  this  Commission;  and 

WHEREAS,  Modification  No.  7  is  being  requested  for  a  non-compensable  time 
extension  of  126  consecutive  calendar  days  to  address  solar  array  installation  issues  at  the 
Throttle  Station  #2  and  Red  Mountain  Bar  sites,  increasing  the  contract  duration  to  521 
consecutive  calendar  days;  and 

WHEREAS,  Potential  Modification  No.  8  is  being  requested  for  a  non-compensable  time 
extension  of  93  consecutive  calendar  days  to  address  damage  and  possible  interference  to  the 
Modesto  site  antenna  by  an  unknown  entity  discovered  after  Substantial  Completion,  increasing 
the  contract  duration  to  614  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  6%,  and  the  contractor  committed  to  a  LBE  participation  of  8.33% 
with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH10201  -  Microwave  System; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  of  up  to  126  consecutive  calendar  days  for  Hetchy  Capital  Improvement 
Projects  funded  Contract  No.  DB-124  with  Communication  Services,  Inc.,  increasing  the 
contract  duration  by  126  consecutive  calendar  days,  for  a  total  contract  duration  of  to  521 
consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  of  up  to  93  consecutive  calendar  days,  for  a  total  contract  duration  of  up  to  614 
consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  24,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0013 


WHEREAS,  On  August  11,  2015,  per  Resolution  No.  15-0175,  this  Commission 
awarded  Agreement  No.  CS-247[R],  Customer  and  Administrative  Services  for  Community 
Choice  Aggregation  Program,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement  in 
the  amount  of  $5,600,000  and  with  a  term  of  three  years,  concluding  on  October  31,  2018,  with 
Noble  Americas  Energy  Solutions  LLC  (hereinafter  “Assignor”),  to  provide  meter  data 
management,  billing,  and  customer  care  services  for  CleanPowerSF,  a  community  choice 
aggregation  program;  and 

WHEREAS,  Noble  Americas  Energy  Solutions,  LLC  changed  its  name  under  Articles 
of  Amendment  to  Calpine  Energy  Services  LLC  on  December  1,  2016;  and 

WHEREAS,  On  January  10,  2017,  a  Contribution  and  Assignment  of  Rights  Agreement 
was  filed  that  transferred  business  activity  from  Assignor  to  Calpine  Energy  Services  LLC 
(hereinafter  “Assignee”).  Assignee  assumed  all  obligations  and  liabilities  under  the  Agreement 
and  became  a  party  to  the  Agreement;  and 

WHEREAS,  Assignor  desires  to  assign  the  Agreement  and  Assignee  desires  to  assume 
the  Agreement,  each  on  mutually  agreed-upon  terms  and  conditions;  and 

WHEREAS,  The  Assignee  can  meet  the  minimum  qualifications  as  set  forth  in  the 
original  Request  for  Proposals;  and 

WHEREAS,  Assignor  is  currently  performing  services  that  are  needed  to  continue 
providing  meter  data  management,  billing,  and  customer  care  services  for  CleanPowerSF.  The 
project  team  has  concluded  that  Assignee  is  the  only  consultant  that  could  readily  perform  these 
services  without  causing  severe  disruption  to  the  continued  operation  of  the  program;  moreover, 
background  resources  required  to  complete  these  services  would  be  lost  if  the  City  was  required 
to  competitively  procure  the  contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  Agreement  remain  in  full  force  and 
effect;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  assignment  and  assumption  of 
Agreement  No.  CS-247[R],  Customer  and  Administrative  Services  for  Community  Choice 
Aggregation  Program,  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and 
execute  an  Assignment  and  Assumption  Agreement  in  a  form  approved  by  the  City  Attorney. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  24,  2017. 


_ 


_ 


/ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0014 


WHEREAS,  Pursuant  to  Resolution  No.  09-0017,  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  awarded  Contract  No.  WD-2773(I),  525  Golden 
Gate  Avenue  As-Needed  Mechanical  System  Inspection,  Maintenance  &  Repairs,  to  ACCO 
Engineered  Systems,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  12, 
2015;  and 

WHEREAS,  The  original  contract  amount  was  for  $394,070  and  the  original  contract 
duration  was  1095  consecutive  calendar  days;  and 

WHEREAS,  Sections  6.22(h)(1)  and  6.22(h)(2)  of  the  Administrative  Code  require  that 
any  cumulative  increase  in  cost  in  excess  of  the  original  contract  amount  and  any  cumulative 
extension  of  time  in  excess  of  the  original  contract  duration  be  approved  by  this  Commission; 
and 

WHEREAS,  Modification  No.  1  is  being  requested  in  the  amount  of  $200,000  to 
continue  mechanical  system  inspections,  maintenance  and  repairs,  increasing  the  total  not-to- 
exceed  total  contract  amount  to  $594,070  with  a  time  extension  of  730  consecutive  calendar 
days,  extending  the  total  contract  duration  of  1825  consecutive  calendar  days;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  subcontracting  goal  has  been  waived  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  PUW514,  525  Golden  Gate  Avenue 
Maintenance  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  525  Golden 
Gate  Avenue  Maintenance  Project  funded  Contract  No.  WD-2773(I),  525  Golden  Gate  Avenue 
As-Needed  Mechanical  System  Inspection,  Maintenance  &  Repairs,  to  permit  ACCO  Engineered 
Systems,  Inc.  to  continue  mechanical  system  inspections,  maintenance  and  repairs,  increasing  the 
contract  amount  by  $200,000  for  a  total  not-to-exceed  contract  amount  of  $594,070  with  a  time 
extension  of  730  consecutive  calendar  days,  for  a  total  contract  duration  of  1825  consecutive 
calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  24,  2017. 

MjjMJL  \M&zL _ 

'Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0015 


WHEREAS,  Water  Enterprise  and  Water  System  Improvement  Program  (WSIP)  funded 
Contract  No.  WD-2809,  San  Francisco  Groundwater  Supply  Phase  2,  was  advertised  on  August 
17,  2016; and 

WHEREAS,  The  Engineer’s  Estimate  is  $1 1,200,000  for  this  construction  contract  work 
to  construct  the  North  Lake  Well  Station,  the  South  Windmill  Well  Station,  and  associated 
groundwater  transmission  pipelines;  and 

WHEREAS,  The  contract  duration  is  750  consecutive  calendar  days;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  December  8,  2016;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  Contract 
Monitoring  Division  (CMD)  staff  reviewed  the  bids  for  qualifications,  responsibility, 
responsiveness,  and  applied  bid  preferences,  and  this  review  resulted  in  the  establishment  of 
Western  Water  Constructors,  Inc.  as  the  lowest,  qualified,  responsible,  and  responsive  bidder; 
and 


WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  15%  for  this  contract,  and  the  contractor  committed  to  a  LBE 
participation  of  18.72%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30102  -  San  Francisco 
Groundwater  Supply;  and 

WHEREAS,  An  Environmental  Impact  Report  (EIR)  as  required  by  the  California 
Environmental  Quality  Act  (CEQA)  was  prepared  for  Project  Number  CUW30102  in  Planning 
Department  Case  No.  2008.1 122E;  and 

WHEREAS,  On  December  19,  2013  the  Planning  Commission  certified  the  Final  EIR 
(FEIR)  for  the  Project  by  Motion  No.  19050,  adopted  CEQA  Findings,  including  a  Statement  of 
Overriding  Considerations,  and  a  Mitigation  Monitoring  and  Reporting  Program  by  Motion  No. 
19051,  found  the  Project  consistent  with  the  General  Plan  by  Motion  No.  19052,  and  approved  a 
local  coastal  zone  permit  for  the  Project  by  Motion  No.  19053;  and 

WHEREAS,  On  January  14,  2014,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC),  by  Resolution  No.  14-0010,  approved  the  Project  and  adopted  the  CEQA  Findings, 
including  a  Statement  of  Overriding  Considerations,  and  a  Mitigation  Monitoring  and  Reporting 
Program  (MMRP)  as  required  by  CEQA;  and 


WHEREAS,  The  Project  files,  including  the  FEIR  and  SFPUC  Resolution  No.  14-0010 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  findings  contained  in  SFPUC  Resolution  No.  14-0010,  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts,  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  to  approve  and  award  Water  Enterprise  and  Water  System  Improvement  Program- 
funded  Contract  No.  WD-2809,  San  Francisco  Groundwater  Supply  Phase  2,  and  incorporates 
the  CEQA  Findings  contained  in  Resolution  No.  14-0010  including  the  Statement  of  Overriding 
Considerations  and  the  MMRP  by  this  reference  thereto  as  though  set  forth  in  this  Resolution; 
and  be  it 

FURTHER  RESOLVED,  This  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  This  Commission  hereby  approves  the  plans  and  specifications 
and  awards  Water  Enterprise  and  WSIP  funded  Contract  No.  WD-2809,  San  Francisco 
Groundwater  Supply  Phase  2,  in  the  amount  of  $9,780,000,  to  the  lowest,  qualified,  responsible, 
and  responsive  bidder.  Western  Water  Constructors,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  24,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0016 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  &  Replacement  Treatment  Facilities  Program  funded  Contract  No.  WW-562, 
Instrumentation  &  Backup  Power  System  Improvements,  by  the  contractor,  Phoenix  Electric 
Company;  and 

WHEREAS,  On  May  27,  2014,  by  Resolution  No.  14-0084,  this  Commission  awarded 
Contract  No.  WW-562,  Instrumentation  &  Backup  Power  System  Improvements,  in  the  amount 
of  $1,328,500,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Phoenix  Electric 
Company;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  July  21,  2014, 
with  an  original  schedule  of  570  consecutive  calendar  days  and  the  contract  work  was  completed 
in  844  consecutive  calendar  days  on  November  10,  2016;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  require  that  any  cumulative 
increase  in  contract  extension  of  the  time  to  complete  construction  work  in  excess  of  10%  of  the 
original  contract  price  or  construction  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Modification  Nos.  1  through  4  were  issued  in  the  amount  of  $40,900  for 
mechanical  and  electrical  modifications,  increasing  the  total  contract  amount  to  $1,369,400,  with 
a  time  extension  of  274  consecutive  calendar  days  to  allow  the  Contractor  to  provide  additional 
equipment  training  to  City  staff  and  perform  bubbler  modifications  and  replacement,  increasing 
the  contract  duration  to  844  consecutive  calendar  days. 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  has 
made  a  good  faith  effort  to  substantially  comply  with  the  established  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  10%  by  achieving  a  final  LBE  participation  of  6.5%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF40,  Renewal  and 
Replacement  (R&R)  Treatment  Facilities  Program,  Bubbler  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Phoenix  Electric 
Company  for  Renewal  and  Replacement  Treatment  Facilities  Program  funded  Contract  No. 
WW-562,  Instrumentation  &  Backup  Power  System  Improvements;  approves  Modification  Nos. 
1  through  4  (Final),  increasing  the  contract  by  $40,900,  for  a  total  contract  amount  of 
$1,369,400,  with  a  time  extension  of  274  consecutive  calendar  days,  for  a  total  contract  duration 
of  844  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor,  Phoenix 
Electric  Company. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  24,  2017. 


vL 


uA_  \j%rQz  _  , _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0017 


WHEREAS,  On  August  11,  2015,  by  Resolution  No.  15-0174,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  &  Replacement  Treatment 
Facilities  Program  funded  Contract  No.  WW-569,  Southeast  Water  Pollution  Control  Plant  and 
Bruce  Flynn  Pump  Station  Fire  Alarm  System  Upgrades,  to  LC  General  Engineering  & 
Construction,  Inc.;  and 

WHEREAS,  The  original  contract  amount  was  $746,492,  and  the  original  contract 
duration  was  425  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice  to  Proceed  date  was  set  for  October  13, 
2015; and 

WHEREAS,  Modification  No.  1  was  issued  to  amend  specification  section  01010 
regarding  work  hours;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $30,785.69  to  upgrade  required  fire  alarm 
devices  to  electrically  intrinsically  safe  devices,  increasing  the  contract  amount  to  $777,277.69; 
and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extension  of  time  to  complete  construction  work  in  excess  of  10%  of  the  original  construction 
duration  be  approved  by  this  Commission;  and 

WHEREAS,  Modification  No.  3  is  being  requested  for  a  time  extension  of  730 
consecutive  calendar  days  to  allow  for  two  years  of  fire  alarm  system  maintenance  following 
substantial  construction  completion,  increasing  the  contract  duration  to  1,155  consecutive 
calendar  days  (approximately  three  years  and  two  months);  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
subcontracting  goal  of  10%  for  this  contract  and  the  Contractor  is  meeting  the  established  goal; 
and 


WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF15,  WWE  Renewal  and 
Replacement  Treatment  Facilities  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  3  to  WWE, 
Renewal  &  Replacement  Treatment  Facilities  Program  funded  Contract  No.  WW-569,  Southeast 
Water  Pollution  Control  Plant  and  Bruce  Flynn  Pump  Station  Fire  Alarm  System  Upgrades,  with 
LC  General  Engineering  &  Construction,  Inc.,  increasing  the  contract  duration  by  730 
consecutive  calendar  days,  for  a  total  contract  duration  of  1,155  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  24,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0018 


WHEREAS,  On  July  2,  2015,  the  Mayor  signed  into  law  amendments  to  the  San 
Francisco  Health  Code  Article  12C,  requiring  all  new  developments  of  250,000  square  feet  or 
more  of  gross  floor  be  constructed,  operated,  and  maintained  using  available  alternate  water 
sources  for  toilet  and  urinal  flushing  and  irrigation;  and 

WHEREAS,  On  December  16,  2016,  the  Mayor  signed  into  law  additional  amendments 
to  Article  12C  to  revise  the  definition  of  development  projects  subject  to  its  requirements,  and 
providing  authorization  for  the  review  and  approval  of  alternative  means  of  compliance;  and 

WHEREAS,  Article  12C,  ‘"[urges]  the  Public  Utilities  Commission  to  review  water  and 
wastewater  utility  fees  and  to  consider  allocating  those  fees  in  a  manner  that  acknowledges  the 
reduced  impact  of  buildings  with  onsite  water  reuse  systems ”;  and 

WHEREAS,  Buildings  with  onsite  water  systems,  generally  use  significantly  less  potable 
water  and  discharge  considerably  less  wastewater  to  the  Sewerage  System  than  buildings  without 
onsite  water  systems;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  Staff  from  Water 
Enterprise,  Wastewater  Enterprise,  Customer  Services,  and  Finance  Department  collaborated  to 
develop  an  equitable  and  accurate  process  for  assessing  capacity  charges  for  projects  installing 
onsite  water  systems;  and 

WHEREAS,  On  January  17,  2017  the  Planning  Department  determined  that  this  action  is 
statutorily  exempt  under  the  California  Environmental  Quality  Act  under  the  Public  Resources 
Code  Section  21080(b)  (8)  and  CEQA  Guidelines  Section  15273  (Rates,  Tolls,  Fares,  and 
Charges);;  now,  therefore,  be  it 

RESOLVED,  This  Commission  hereby  approves  the  attached  Rules  Providing  For 
Assessment  of  Capacity  Charges  for  projects  Installing  Onsite  Water  Systems  as  proposed  for  the 
purpose  of  adjusting  the  administrative  procedures  associated  with  the  calculation  of  water  and 
wastewater  capacity  charges  for  developments  with  onsite  water  systems. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  24,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  17-0019 


WHEREAS,  On  July  2,  2015,  San  Francisco  Mayor  Edwin  Lee  signed  into  law  the  San 
Francisco  Non-potable  Water  Ordinance  (Ordinance  109-15),  amending  the  City  and  County  of 
San  Francisco  Health  Code,  Article  12C,  to  require  that  new  buildings  of  250,000  square  feet  or 
more  of  gross  floor  area  be  constructed,  operated,  and  maintained  using  available  alternate  water 
sources  for  toilet  and  urinal  flushing  and  irrigation;  and 

WHEREAS,  Article  12C  requires  complying  accounts  to  continue  to  use  available  onsite 
sources  to  meet  the  demands  for  toilet  and  urinal  flushing  and  irrigation  for  the  life  of  the 
building;  and 

WHEREAS,  The  SFPUC  manages  the  SFPUC  Non-potable  Water  Program  to  ensure 
accounts  comply  with  the  requirements  of  Article  12C;  and 

WHEREAS,  On  January  17,  2017  the  Planning  Department  determined  that  action  is 
exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  Public  Resources  Code 
Section  21080(b)(8)  and  CEQA  Guidelines  Section  15273,  Rates,  Tolls,  Fares,  and  Charges  ; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  adopts  the  proposed  Water  Use  Allocation 
and  Excess  Use  Charge  Program,  applicable  to  accounts  complying  with  Article  12C,  subject  to 
excess  use  charges  at  300%  (“3x”)  of  the  applicable  water  and  wastewater  rates. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January,  24,  2017. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0020 


WHEREAS,  On  February  24,  2015,  this  Commission  awarded  Agreement  No.  CS- 
1010(G),  Front  Yard  Ambassadors  Program  Grant,  and  authorized  the  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  grant  agreement 
in  the  amount  of  $80,000  and  with  a  term  of  one  year,  with  Friends  of  the  Urban  Forest;  and 

WHEREAS,  On  April  26,  2016,  Amendment  No.  1  was  approved  for  $80,000  and  with  a 
one-year  time  extension,  for  a  total  not-to-exceed  agreement  amount  of  $160,000  and  a  total 
agreement  duration  of  two  years,  in  order  to  continue  the  program  work  to  engage  additional 
residents  in  District  4  and  allow  for  the  removal  of  an  additional  1,500-2,000  square  feet  of 
impervious  surface  and  the  planting  of  stormwater-friendly  front  yard  gardens;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  $80,000  and  with  a  one-year  time 
extension,  for  a  total  not-to-exceed  agreement  amount  of  $240,000  and  a  total  agreement 
duration  of  three  years,  in  order  to  continue  the  program  work  and  engage  additional  residents  in 
District  4,  which  is  anticipated  to  allow  for  the  replacement  of  an  additional  2,000  square  feet  of 
impervious  surface  with  30  stormwater-friendly  front  yard  gardens;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Sidewalk  Garden  grants 
(PWW 10201);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  add- 
back/Board  of  Supervisor-funded  Agreement  No.  CS- 10 10(G),  Front  Yard  Ambassadors 
Program  Grant,  with  Friends  of  the  Urban  Forest,  to  continue  providing  program  and  project 
management  services  for  the  Front  Yard  Ambassadors  Program;  and  authorizes  the  General 
Manager  of  the  SFPUC  to  execute  this  amendment  increasing  the  agreement  by  $80,000,  for  a 
total  not-to-exceed  agreement  amount  of  $240,000,  and  with  a  time  extension  one  year,  for  a 
total  agreement  duration  of  three  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  24,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  February  14,  2017 

1:30  P.M. 
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City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/iewPublisher.php7view  id=22 


i 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.ora/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

H  311  Free  Language  Assistance:  ^iftjfnlf  /  Ayuda  gratuita  con  el  idioma  /  BeciuiaTHaa  noMoiqb 
nepeBOflHHKOB/Tro-giup  Thong  djch  Mi§n  phi  /  Assistance  linguistiquegratuite/M^COa'I^SiS  /  “S  2d0-|  / 

/  en'TJUT  urnaa  vi"0fi"»"TfiEjl3JiJ  SJ’ufntOTMB  /  Libreng  tulong  para  sa  wikang  Tagalog  tun  a  a 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102,  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.ora/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  January  24,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Lake  Merced  Update 

d)  Water  System  Improvement  Program  (WSIP)  Status  of  Construction  Change 
Orders 

e)  Bay  Division  Pipelines  1  &  2  Decommissioning 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Drought  Update  (Ritchie) 

b)  CleanPowerSF  Update  (Hale) 

c)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  (How) 

d)  WSIP  Quarterly  Reports  and  Update  (How) 

i.  WSIP  Local  Quarterly  Report 

ii.  WSIP  Regional  Quarterly  Report 

e)  Sewer  System  Improvement  Program  Update:  Southeast  Treatment 

Plant  Projects  (How) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-357,  Digital  Art  Wall 
Support  and  Maintenance  with  Obscura  Digital,  Inc.,  for  continued  support 


cd  and  maintenance  of  the  digital  interactive  wall  at  525  Golden  Gate  Avenue; 
^  and  authorize  the  General  Manager  to  execute  this  amendment, 
r-t  increasing  the  agreement  up  to  $107,647,  for  a  total  not-to-exceed 
agreement  amount  of  $392,454,  and  with  a  time  extension  up  to  one 
year,  for  a  total  agreement  duration  of  four  years.  (Ellis) 


b)  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  No.  HH-986,  2017  Mountain  Tunnel  Interim  Repair  with  Sierra 
Mountain  Construction,  Inc.,  in  the  amount  of  $1,000,000;  and  authorize 
the  General  Manager  or  his  designee  to  approve  future  modifications  to 
the  contract  for  a  total  revised  contract  amount  of  up  to  $6,456,286,  as 
170025  appropriate.  The  increase  in  the  contract  cost  contingency  is  requested  to 
provide  immediate  repairs  to  up  to  19  additional  areas  of  the  Mountain 
Tunnel  identified  outside  of  the  contractual  7,200  linear  feet  of  repair  zone 
during  the  ongoing  Mountain  Tunnel  shutdown.  (How) 


c)  Accept  work  performed  by  Gordon  N.  Ball,  Inc.,  for  Contract  No.  WD- 
2649,  Geary  Road  Bridge,  for  a  total  contract  amount  of  $3,381,810,  and 
1  7fi  0  '*  9with  a  total  contract  duration  of  1,222  consecutive  calendar  days 

J.  (  {j  »  6  (approximately  three  years  and  four  months),  to  install  a  bridge  across 

Alameda  Creek;  and  authorize  final  payment  to  the  contractor.  (How) 


d)  Approve  an  increase  in  the  construction  contract  duration 
contingency  for  Contract  No.  WW-580,  Oceanside  Water  Pollution 
Control  Plant,  W2  and  W3  Water  System  Improvements,  with  Cal  State 
Constructors,  for  a  time  extension  up  to  135  consecutive  calendar  days 
(approximately  four  and  a  half  months);  and  authorize  the  General 

„  17000  ^Manager  to  approve  future  modifications  to  the  contract  for  a  total 

1  I  UUt,  ^revised  contract  duration  up  to  630  consecutive  calendar  days 

(approximately  one  year  and  nine  months),  if  appropriate.  The  increase  to 
the  contract  duration  contingency  is  needed  to  allow  for  the  completion  of 
Distributed  Control  System  integration.  (How) 

e)  Approve  an  increase  in  the  construction  contract  duration 
contingency  for  Contract  No.  WW-613,  Southeast  Water  Pollution 
Control  Plant  Building  521/522  and  Disinfection  Upgrades  with  Western 
Water  Constructors,  Inc.,  for  a  time  extension  up  to  182  consecutive 
calendar  days  (approximately  six  months);  and  authorize  the  General 

.  Manager  to  approve  future  modifications  to  the  contract,  for  a  total 
170024  revised  contract  duration  of  985  consecutive  calendar  days 

(approximately  two  years  and  eight  months),  if  appropriate.  The  increase  to 
the  contract  duration  contingency  is  needed  to  modify  underground 
conduits  and  wrap  galvanized  rigid  steel  in  polyurethane  plastic  due  to 
unforeseen  site  condition.  (How) 

REGULAR  CALENDAR 


9. 

170026 


Public  Hearing:  Discussion  and  possible  action  to  approve  the  project 
schedule  of  the  January  13,  2017  Revised  Water  System  Improvement 
Program  and  direct  staff  to  send  a  Notice  of  Change  Report  to  the  California 


Joint  Legislative  Audit  Committee,  the  California  Department  of  Public  Health 
and  the  California  Seismic  Safety  Commission  in  compliance  with  California 


(How) 


Assembly  Bills  1823  and  2437. 


1 0.  Approve  (1 )  a  Form  of  Credit  Facility  Agreement  with  Sumitomo  Mitsui 
Banking  Corporation  (Sumitomo)  in  the  principal  amount  not  to  exceed 
$150,000,000  (exclusive  of  270  days  interest)  for  the  Wastewater  Commercial 
Paper  Program;  and  (2)  Approve  a  Form  of  Dealer  Agreement  with 

cm  Citigroup  Global  Markets,  Morgan  Stanley  &  Co.,  and  U.S.  Bancorp  for  the 
g  Wastewater  CP  Program  that  will  extend  their  current  term;  and  authorize 

iv-  the  General  Manager  to  enter  into  an  agreement  with  Sumitomo  and  the 

^  dealer  agreements  with  Citigroup  Global  Markets,  Morgan  Stanley  &  Co., 
and  U.S.  Bancorp.  (Sandler) 

1 1 .  Authorize  the  General  Manager  to  enter  into  a  First  Amendment  to  the 
Memorandum  of  Understanding  with  the  General  Services  Agency  (GSA)’s 
Office  of  Contract  Administration,  of  the  City  and  County  of  San  Francisco,  and 
the  GSA’s  Real  Estate  Division,  revising  the  terms  and  conditions  of  the 

oo  jurisdictional  transfer  of  the  property  at  1800  Jerrold  in  San  Francisco  to 
-M  the  SFPUC,  including  the  SFPUC’s  payment  of  up  to  $82,278,429  to  pay 
g  for  site  acquisition  and  construction  costs  for  the  replacement  facilities 
S  for  Central  Shops;  and  to  seek  approval  of  an  appropriation  for  an 
additional  $8,578,429  from  Wastewater  Enterprise  Project  Number 
CWWSIPPRPL91,  subject  to  the  Mayor  and  Board  of  Supervisors’  approval,  of 
the  jurisdictional  transfer,  pursuant  to  the  MOU,  and  related  actions  necessary 
to  implement  the  Central  Shops  replacement  facilities.  (Carlin) 

12.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

1 3.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 


(Ambrose) 


^  Existing  Litigation: 

^  Peter  Cuddihy  and  Joan  Cuddihy  v.  City  and  County  of  San  Francisco 
▼h  San  Francisco  Superior  Court  No.:  CGC-1 6-55281 8 
City  Attorney  File  No.:  170043/Date  Filed:  July  1, 2016 

1 5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 


(d)(1) 


(Mueller) 


Existing  Litigation: 


Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-704-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 


20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21 .  Announcement  following  Closed  Session. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

23.  Other  New  Business. 

24.  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  Caen  and  Courtney 
Excused:  Vietor 

3.  Approval  of  the  Minutes  of  January  24.  2017 

On  Motion  to  approve  the  Minutes  of  January  24,  2017: 

Ayes:  Moran,  Kwon,  Caen  and  Courtney 

No  public  comment. 

4.  General  Public  Comments 

•  Mr.  Paul  Kim,  Local  21,  expressed  concern  with  Local  21 ’s  pending 
workforce  retirements  and  discussed  the  need  for  investing  in  the  next 
generation  of  workers. 

Commissioner  Courtney  stated  the  issue  has  been  discussed  and  expressed 
the  need  for  collaboration  between  the  SFPUC  and  other  departments.  He 
noted  the  need  for  resources  and  prioritization. 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  distributed  a  handout:  “NGO 
Models  for  the  SFPUC’s  8-Year  Design  Drought”  and  commented  on  the 
document.  He  discussed  his  recent  meeting  with  staff  and  stakeholders. 

President  Moran  provided  comment  on  the  meeting  and  indicated  staff  is 
working  on  a  response  to  questions  posed  at  the  meeting. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Lake  Merced  Update 

d)  Water  System  Improvement  Program  (WSIP)  Status  of  Construction  Change 

Orders 

e)  Bay  Division  Pipelines  1  &  2  Decommissioning 

Public  Comments 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  provided  comment  on  item  5e  and 
expressed  the  need  to  remove  part  of  the  project  from  the  WSIP  into  the 
CIP. 

President  Moran  requested  that  staff  look  at  productive  uses  for  repurposing  the 
pipelines  to  reduce  financial  burden  and  report  back. 

6.  Other  Commission  Business 

Commissioner  Caen  commented  on  the  Oroville  Dam  situation  and  requested 
an  update  on  the  condition  of  the  SFPUC  infrastructure. 
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7.  Report  of  the  General  Manager 

a)  Drought  Update 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  provided  a 
drought  update.  He  discussed  current  reservoir  levels,  noting  releases;  Other 
California  Reservoir  levels;  Cumulative  precipitation;  Snowpack;  and 
diversifying  supplies  (groundwater). 

No  public  comment. 

b)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  AGM  Power,  provided  a  CleanPowerSF  update.  She 
discussed  the  current  opt-out  rate;  noted  the  end  of  the  November  enrolment 
period;  provided  an  update  on  SuperGreen  upgrades;  and  discussed  future 
enrollments. 

Ms.  Hale  provided  an  update  on  the  February  1,  2017  meeting  between  the 
California  Public  Utilities  Commission,  stakeholders,  and  interested  parties 
regarding  CCA’s. 

No  public  comment. 

The  General  Manager  called  items  7c  and  7d  together. 

c)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report 

Mr .  Dan  Wade,  Director,  Water  Capital  Projects  and  Programs,  provided 
highlights  for  the  reporting  period:  (1)  Peninsula  Pipeline  Seismic  Upgrade 
Project;  (2)  San  Francisco  Water  Pipeline  Replacement  Program;  (3)  Sunol 
Long-Term  Improvements;  (4)  Daly  City  Recycled  Water  Expansion  Project; 
and  (5)  Regional  Water  Transmission  Pipeline  Repair  Projects. 

d)  WSIP  Quarterly  Reports  and  Update 

i.  WSIP  Local  Quarterly  Report 
ii-  WSIP  Regional  Quarterly  Report 

Mr .  Wade  offered  a  WSIP  status  update,  noting  current  completion  rates: 
Regional  93.3  percent;  Local  99.8  percent;  and  overall  WSIP  93.3  percent. 

He  presented  recent  accomplishments  and  briefly  discussed  the  following: 
(1)  Calaveras  Dam  replacement;  (2)  Recent  storm  impact  on  construction; 
(3)  Calaveras  Reservoir  outlet  releases;  (4)  ACDD:  High  creek  flows  and 
sediment  build-up  over  intake  structure;  (5)  Regional  Groundwater 
Storage  and  Recovery;  and  (6)  Bioregional  habitat  restoration  (Fountain 
Thistle). 

No  public  comment. 

e)  Sewer  System  Improvement  Program  (SSIP)  Update:  Southeast  Treatment 

Plant  Projects  (SEP! 

Ms.  Karen  Kubick,  Wastewater  Enterprise  Capital  Program  Director, 
provided  a  SSIP  SEP  update. 
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Ms.  Kubick  briefly  reviewed  Level-of-Service  Goals,  the  SSIP  budget,  and 
presented  on  the  following: 

Collection  System  Projects:  (1)  Collection  System  Upgrades;  and  (2) 
Collection  System  Planning. 

SEP  History,  Challenges  and  Projects:  (1)  Recent  history  of  SEP  projects; 
(2)  SEP  challenges;  and  (3)  Major  SEP  projects. 

Headworks  Facility  Project:  (1)  Headworks  Facility  project  location;  (2) 
Headworks  Facility  project  objectives;  (3)  Headworks  Facility  project  layout; 
(4)  Headworks  Facility  project  schedule;  and  (5)  Headworks  Facility 
conceptual  rendering. 

Biosolids  Digester  Facilities  Project:  (1)  Biosolids  Project  location;  (2) 
Biosolids  Project  objective;  (3)  Biosolids  key  project  features  (4)  Biosolids 
project  schedule;  and  (5)  Biosolids  project  conceptual  rendering. 

Other  SEP  Projects:  (1)  Disinfection  and  Power  Feed  Projects;  (2)  Major 
Phase  1  Project  schedule. 

Ms.  Kubick  provided  response  to  Commissioner  Caen’s  expression  of 
displeasure  with  the  number  of  years  of  delay  with  the  biosolids  project. 

GM  Kelly  provided  additional  comments  as  to  the  challenges  contributing 
contributed  to  the  delay  (Central  Shops). 

No  public  comment. 

The  Commission  Secretary  read  the  Consent  Calendar 
8.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-357.  Digital  Art  Wall 

Support  and  Maintenance  with  Obscura  Digital,  Inc.,  for  continued  support 

and  maintenance  of  the  digital  interactive  wall  at  525  Golden  Gate  Avenue: 

and  authorize  the  General  Manager  to  execute  this  amendment,  increasing 

the  agreement  up  to  $107,647,  for  a  total  not-to-exceed  agreement  amount 

of  $392,454,  and  with  a  time  extension  up  to  one  year,  for  a  total 

agreement  duration  of  four  years.  (Resolution  17-0021) 

b)  Approve  an  increase  in  the  construction  contract  cost  contingency  for 

Contract  No.  HH-986.  2017  Mountain  Tunnel  Interim  Repair  with  Sierra 

Mountain  Construction.  Inc.,  in  the  amount  of  $1 ,000,000;  and  authorize  the 

General  Manager  or  his  designee  to  approve  future  modifications  to  the 

contract  for  a  total  revised  contract  amount  of  up  to  $6.456,286.  as 

appropriate.  The  increase  in  the  contract  cost  contingency  is  reguested  to 

provide  immediate  repairs  to  up  to  19  additional  areas  of  the  Mountain 

Tunnel  identified  outside  of  the  contractual  7,200  linear  feet  of  repair  zone 

during  the  ongoing  Mountain  Tunnel  shutdown.  (Resolution  17-0025) 
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c)  Accept  work  performed  by  Gordon  N.  Ball,  Inc.,  for  Contract  No.  WD-2649. 

Geary  Road  Bridge,  for  a  total  contract  amount  of  $3,381 ,810.  and  with  a 

total  contract  duration  of  1 ,222  consecutive  calendar  days,  to  install  a 

bridge  across  Alameda  Creek:  and  authorize  final  payment  to  the 

contractor.  (Resolution  17-0022) 

d)  Approve  an  increase  in  the  construction  contract  duration  contingency  for 

Contract  No.  WW-580,  Oceanside  Water  Pollution  Control  Plant.  W2  and 

W3  Water  System  Improvements,  with  Cal  State  Constructors,  for  a  time 

extension  up  to  135  consecutive  calendar  days;  and  authorize  the  General 

Manager  to  approve  future  modifications  to  the  contract  for  a  total  revised 

contract  duration  up  to  630  consecutive  calendar  days,  if  appropriate.  The 

increase  to  the  contract  duration  contingency  is  needed  to  allow  for  the 

completion  of  Distributed  Control  System  integration.  (Resolution  17-0023) 

e)  Approve  an  increase  in  the  construction  contract  duration  contingency  for 

Contract  No.  WW-613,  Southeast  Water  Pollution  Control  Plant  Building 

521/522  and  Disinfection  Upgrades  with  Western  Water  Constructors,  Inc., 

for  a  time  extension  up  to  182  consecutive  calendar  days;  and  authorize  the 

General  Manager  to  approve  future  modifications  to  the  contract,  for  a  total 

revised  contract  duration  of  985  consecutive  calendar  days,  if  appropriate. 

The  increase  to  the  contract  duration  contingency  is  needed  to  modify 

underground  conduits  and  wrap  galvanized  rigid  steel  in  polyurethane 

plastic  due  to  unforeseen  site  condition.  (Resolution  17-0024) 

President  Moran  requested  that  item  8b  be  removed. 

On  Motion  to  approve  items  8a,  and  8c  through  8e: 

Ayes:  Moran,  Kwon,  Caen  and  Courtney 

No  public  comment  on  items  8a,  and  8c  through  8e. 

Commissioner  Courtney  was  excused  from  the  meeting  at  2:35  PM. 

President  Moran  spoke  to  the  importance  of  item  8b.  Ms.  Kathy  How,  AGM 
Infrastructure  addressed  the  requested  increase  of  contract  cost 
contingency.  President  Moran  noted  the  importance  of  the  item. 

On  Motion  to  approve  item  8b: 

Ayes:  Moran,  Kwon,  and  Caen 

Public  comment  item  8b: 

•  Ms.  Sandkulla  provided  positive  comment  and  expressed  support  for  the 
item.  She  thanked  staff  for  their  work. 

9-  Public  Hearing:  Discussion  and  possible  action  to  approve  the  project  schedule 

of  the  January  13,  2017  Revised  Water  System  Improvement  Program  and 

direct  staff  to  send  a  Notice  of  Change  Report  to  the  California  Joint  Legislative 

Audit  Committee,  the  California  Department  of  Public  Health  and  the  California 
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Seismic  Safety  Commission  in  compliance  with  California  Assembly  Bills  1823 

and  2437.  (Resolution  17-00261 

Mr.  Wade  provided  a  summary  of  the  revision,  noting  the  schedule  extension  of 
15  months  to  three  projects:  (1)  New  Irvington  Tunnel;  (2)  Seismic  Upgrade  of 
BDBO  Nos.  3  &  4;  and  (3)  Security  System  upgrade.  He  stated  there  are  no 
revisions  to  the  overall  program  completion  schedule  or  budget.  He  provided 
brief  comments  on  the  proposed  schedule  revision  for  each  of  the  three 
projects. 

On  Motion  to  approve  Item  9: 

Ayes:  Moran,  Kwon,  and  Caen 

Public  Comments 

•  Ms.  Sandkulla  expressed  support  for  the  recommended  changes.  She 
distributed  a  comment  letter  from  B AW  SC  A  and  reviewed  two  proposed 
recommendations. 

GM  Kelly  discussed  risk  assessment  and  offered  to  meet  with  BAWSCA  to 
discuss. 

President  Moran  emphasized  the  need  to  use  available  tools  and  processes  to 
conduct  a  full  assessment. 

10.  Approve  (1)  a  Form  of  Credit  Facility  Agreement  with  Sumitomo  Mitsui  Banking 

Corporation  (Sumitomo)  in  the  principal  amount  not  to  exceed  $150.000.000 

(exclusive  of  270  days  interest)  for  the  Wastewater  Commercial  Paper 

Program;  and  (2)  Approve  a  Form  of  Dealer  Agreement  with  Citigroup  Global 

Markets,  Morgan  Stanley  &  Co.,  and  U.S.  Bancorp  for  the  Wastewater  CP 

Program  that  will  extend  their  current  term;  and  authorize  the  General  Manager 

to  enter  into  an  agreement  with  Sumitomo  and  the  dealer  agreements  with 

Citigroup  Global  Markets.  Morgan  Stanley  &  Co.,  and  U.S.  Bancorp. 

(Resolution  17-00271 

Mr.  Eric  Sandler,  CFO  and  AGM  Business  Services,  presented  the  item.  He 
discussed  the  current  status  of  the  Wastewater  Commercial  Paper  Program; 
reviewed  the  proposed  Credit  Facility  and  Dealer  Agreements;  and  reviewed 
the  Forms  of  Documents. 

On  Motion  to  approve  Item  10: 

Ayes:  Moran,  Kwon,  and  Caen 

No  public  comment. 

11-  Authorize  the  General  Manager  to  enter  into  a  First  Amendment  to  the 

Memorandum  of  Understanding  with  the  General  Services  Agency  (GSAVs 

Office  of  Contract  Administration,  of  the  City  and  County  of  San  Francisco,  and 

the  GSA’s  Real  Estate  Division,  revising  the  terms  and  conditions  of  the 

jurisdictional  transfer  of  the  property  at  1800  Jerrold  in  San  Francisco  to  the 

SFPUC,  including  the  SFPUC’s  payment  of  up  to  $82.278,429  to  pav  for  site 

acguisition  and  construction  costs  for  the  replacement  facilities  for  Central 
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Shops;  and  to  seek  approval  of  an  appropriation  for  an  additional  $8,578,429 

from  Wastewater  Enterprise  Project  Number  CWWS1PPRPL91 ,  subject  to  the 

Mayor  and  Board  of  Supervisors’  approval,  of  the  jurisdictional  transfer, 

pursuant  to  the  MOU,  and  related  actions  necessary  to  implement  the  Central 

Shops  replacement  facilities.  (Resolution  17-0028) 

GM  Kelly  noted  the  item’s  importance  to  the  digester  project. 

On  Motion  to  approve  Item  1 1: 

Ayes:  Moran,  Kwon,  and  Caen 

No  public  comment. 

The  Commission  Secretary  read  Closed  Session  item  14.  She  stated  items  15 
through  20  would  not  be  heard. 

12.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  and  Caen 

The  Commission  entered  Closed  Session  at  2:52  PM. 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Peter  Cuddihv  and  Joan  Cuddihv  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  No.:  CGC-1 6-55281 8 

City  Attorney  File  No.:  170043/Date  Filed:  July  1. 2016 

(Resolution  17-0029) 

1 5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

1 6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 
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Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  3:1 1  PM. 

21.  Announcement  following  Closed  Session. 

President  Moran  announced  that  a  settlement  was  reached  on  item  14. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Kwon,  and  Caen 
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23.  Other  New  Business. 
None. 


24.  Adjournment. 

President  Moran  adjourned  the  meeting  at  3:12  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0021 


WHEREAS,  Pursuant  to  Resolution  No.  09-0017,  this  Commission  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a 
professional  services  agreement.  Agreement  No.  CS-357,  Digital  Art  Wall  Support  and 
Maintenance,  for  a  not-to-exceed  amount  of  $284,807  and  a  duration  of  three  years,  concluding 
on  January  6,  2017,  with  Obscura  Digital,  Inc.,  to  provide  multi-year  technical  support  services 
for  the  digital  interactive  wall  at  525  Golden  Gate  Avenue  (“Digital  Art  Wall”);  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $107,647  and  with  a  time 
extension  of  one  year,  increasing  the  agreement  amount  to  $392,454  and  the  total  agreement 
duration  to  four  years,  in  order  to  provide  ongoing  Digital  Art  Wall  maintenance  and  support; 
and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  Local  Business  Enterprise  sub-consulting  requirements  have  been 
waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  PUW514  01  -  525 
Golden  Gate;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-357,  Digital  Art  Wall  Support  and  Maintenance  with  Obscura  Digital,  Inc.,  for  continued 
support  and  maintenance  of  the  Digital  Art  Wall  at  525  Golden  Gate  Avenue,  and  authorizes  the 
General  Manager  of  the  SFPUC  to  execute  this  amendment,  increasing  the  agreement  up  to 
$107,647,  for  a  total  not-to-exceed  agreement  amount  up  to  $392,454  and  with  a  time  extension 
of  one  year,  for  a  total  agreement  duration  of  four  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14,  2017. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0022 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Capital 
Improvement  Program  (CEP)  funded  Contract  No.  WD-2649,  Geary  Road  Bridge,  by  the 
contractor,  Gordon  N.  Ball,  Inc.;  and 

WHEREAS,  On  February  12,  2013,  by  Resolution  No.  13-0024,  this  Commission 
awarded  Contract  No.  WD-2649,  Geary  Road  Bridge,  in  the  amount  of  $3,387,720,  to  the 
lowest,  qualified  responsible  and  responsive  bidder,  Gordon  N.  Ball,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  April  3,  2013, 
with  an  original  schedule  of  1,222  consecutive  calendar  days  and  the  contract  work  was 
completed  in  1,222  consecutive  calendar  days  on  August  5,  2016;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $20,538  to  perform  concrete  sampling 
and  testing  work  and  relocate  a  construction  access  gate,  increasing  the  contract  amount  to 
$3,408,258;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $20,499  to  perform  concrete  testing  on 
Cast-in-Drilled-Hole  piles  using  Gamma-Gamma  Logging  techniques,  increasing  the  contract 
amount  to  $3,428,758;  and 

WHEREAS,  Modification  No.  3  was  issued  for  $20,012  for  bridge  substructure 
modifications  and  steel  decking  support,  increasing  the  contract  amount  to  $3,448,771;  and 

WHEREAS,  Modification  No.  4  was  issued  for  ($66,961)  to  adjust  final  bid  item 
quantities,  decreasing  the  contract  amount  to  $3,381,810;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  determined  that  the 
contractor  complied  with  the  established  Local  Business  Enterprise  (LBE)  subcontracting  goal  of 
15%  for  this  contract  by  achieving  a  final  LBE  participation  of  21.1 1%;  and 
WHEREAS,  Funds  are  available  from  Project  No.  CUW26403  -  Sunol  Bridge;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water  Enterprise 
CIP  funded  Contract  No.  WD-2649,  Geary  Road  Bridge,  for  a  total  contract  amount  of 
$3,381,810,  and  with  a  total  contract  duration  of  1,222  consecutive  calendar  days;  and  authorizes 
final  payment  to  the  contractor,  Gordon  N.  Ball,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0023 


WHEREAS,  On  April  28,  2015,  per  Resolution  No.  15-0097,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (CIP)  funded 
Contract  No.  WW-580,  Oceanside  Water  Pollution  Control  Plant,  W2  and  W3  Water  System 
Improvements,  to  Cal  State  Constructors;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  June  17,  2015;  and 
WHEREAS,  The  original  contract  amount  was  for  $1,494,047  and  the  original  contract 
duration  was  450  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $3,705.60  to  furnish  and  install  W3  water 
filter  disconnect  switches  and  additional  fiber  optic  interface  equipment,  increasing  the  contract 
amount  to  $1,497,752.60;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  duration  be  approved  by  this 
Commission;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  in  the  amount  of  135 
consecutive  calendar  days  is  requested,  subject  to  the  General  Manager’s  subsequent 
authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  goal  of  18%  for  this  contract  and  the  contractor  committed  to  an 
LBE  participation  of  20.2%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  WWE  CIP,  Project  No.  CENMSCIC47,  WWE 
Mechanical/Electrical  Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  contract  duration 
contingency  for  WWE,  CIP  funded  Contract  No.  WW-580,  Oceanside  Water  Pollution  Control 
Plant,  W2  and  W3  Water  System  Improvements,  with  Cal  State  Constructors,  increasing  the 
contract  duration  contingency  by  135  consecutive  calendar  days,  if  appropriate,  for  a  total 
contract  duration  contingency  of  180  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract 
duration  up  to  630  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0024 


WHEREAS,  On  January  26,  2016,  per  Resolution  No.  16-0023,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE)  Sewer  System  Improvement  Program 
(SSEP)  funded  Contract  No.  Contract  No.  WW-613,  Southeast  Water  Pollution  Control  Plant 
(SEP)  Building  521/522  and  Disinfection  Upgrades,  to  Western  Water  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  March  7, 
2016; and 

WHEREAS,  The  original  contract  amount  was  for  $25,750,000,  and  the  original  contract 
duration  was  730  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  in  the  amount  of  $7,895  to  update  a  fire 
alarm  system,  increasing  the  contract  amount  to  $25,757,895;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  this 
Commission;  and 

WHEREAS,  The  project  has  encountered  design  changes  related  to  underground  conduits 
and  electrical  modifications;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  of  182  consecutive 
calendar  days  is  being  requested,  subject  to  the  General  Manager’s  subsequent  authorization  of 
modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  construction  contract,  and  the 
contractor  has  committed  to  a  LBE  participation  of  20.27%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  Nos.  CWWSIPSE05,  SEP  521/522  and 
Disinfection  Upgrades  and  CWWSIPSE08  SEP  Seismic  Reliability  and  Condition  Assessment 
Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  for  WWE,  SSIP  funded  Contract  No.  WW-613,  Southeast  Water  Pollution 
Control  Plant  (SEP)  Building  521/522  and  Disinfection  Upgrades,  with  Western  Water 
Constructors,  Inc.,  increasing  the  contract  duration  contingency  up  to  182  consecutive  calendar 
days,  for  a  total  contract  duration  contingency  of  up  to  255  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  of  up  to  985  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14,  2017 


v  Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0025 


WHEREAS,  On  December  8,  2015,  pursuant  to  Resolution  No.  15-0249,  this 
Commission  approved  the  award  of  Hetch  Hetchy  Water  &  Power  (HHWP)  funded  Contract  No. 
HH-986,  2017  Mountain  Tunnel  Interim  Repair  located  in  Tuolumne  County,  California,  to 
Sierra  Mountain  Construction,  Inc.;  and 

WHEREAS,  The  contract  Notice-to-Proceed  date  was  August  29,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,960,260,  and  the  original  contract 
duration  was  256  consecutive  calendar  days;  and 

WHEREAS,  Sections  6.22(h)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  this 
Commission;  and 

WHEREAS,  20%  of  construction  activities  were  complete  as  of  the  end  of  December 
2016, and 

WHEREAS,  The  original  10%  contingency  amount  is  $496,026  which  will  be  used  by 
current  potential  change  orders  and  trends;  and 

WHEREAS,  The  project  has  identified  additional  trends  and  potential  change  orders 
related  to  immediate  repairs  to  up  to  nineteen  (19)  areas  of  the  Mountain  Tunnel  that  are  outside 
of  the  contractual  7,200  linear  feet  of  repair  zone  during  the  ongoing  Mountain  Tunnel 
shutdown;  and 

WHEREAS,  The  requested  changes  to  the  contract  total  is  $1,000,000  (an  additional  20% 
of  the  original  contract  cost),  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  of  up  to  $1,496,026  is 
requested,  subject  to  the  General  Manager’s  subsequent  authorization  of  modifications,  as 
appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  8%  for  this  contract,  and  the  Contractor  committed  to  a 
LBE  participation  of  1 1%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH-102.20  Mountain  Tunnel  Interim 
Repairs  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  contract  cost 
contingency  in  the  amount  of  up  to  $1,496,026  with  Sierra  Mountain  Construction,  Inc.  for 
HHWP  funded  Construction  Contract  No.  HH-986,  2017  Mountain  Tunnel  Interim  Repair;  and 
be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee  to  consider  and,  as  appropriate,  to  approve  any  future  modifications  to  the  total 
contract  amount  for  up  to  $6,456,286  and  to  the  contract  duration  of  up  to  256  consecutive 
calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0026 


WHEREAS,  On  May  28,  2002,  per  Resolution  No.  02-0101,  this  Commission  approved  a 
Long-Term  Strategic  Plan  for  Capital  Improvements,  a  Long-Range  Financial  Plan  and  a  Capital 
Improvement  Program  (CIP);  and 

WHEREAS,  On  November  5,  2002,  San  Francisco  residents  voted  to  approve 
Proposition  A  (Water  System  Improvement  Revenue  Bonds  and  Imposition  of  Surcharge  on 
Retail  Water  Customers),  a  revenue  bond  measure  to  fund  the  CIP  approved  by  the  Commission 
on  May  28,  2002;  and 

WHEREAS,  On  February  26,  2003,  pursuant  to  the  requirements  of  California  Assembly 
Bill  (AB)  1823,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  submitted  to  the 
California  Department  of  Health  Services  (now  the  California  Department  of  Public  Health)  a 
report  outlining  the  projects,  schedule  and  implementation  plan  for  the  CIP;  and 

WHEREAS,  On  November  29,  2005,  per  Resolution  No.  05-0176,  this  Commission 
approved  project-level  changes  to  the  CIP  and  by  doing  so  endorsed  the  revised  scope,  schedule 
and  budget  of  individual  projects  and  renamed  the  program  the  Water  System  Improvement 
Program  ("December  2005  WSIP");  and 

WHEREAS,  On  February  26,  2008,  per  Resolution  No.  08-0024,  this  Commission 
approved  project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope, 
schedule  and  budget  of  individual  projects  ("December  2007  Revised  WSIP");  and 

WHEREAS,  On  July  28,  2009,  per  Resolution  No.  09-0125,  this  Commission  approved 
project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("June  2009  Revised  WSIP");  and 

WHEREAS,  On  July  12,  2011,  per  Resolution  No.  11-0109,  this  Commission  approved 
project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("June  201 1  Revised  WSIP");  and 

WHEREAS,  On  June  12,  2012,  per  Resolution  No.  12-0099,  this  Commission  approved 
budget  and  schedule  changes  for  three  individual  WSIP  projects  -  New  Irvington  Tunnel,  Bay 
Division  Pipeline  (BDPL)  Reliability  Upgrade  -  Pipeline  (“BDPL  No.  5”)  and  Pulgas  Balancing 
-  Modification  of  the  Existing  Dechloramination  Facility;  and 

WHEREAS,  On  October  9,  2012,  per  Resolution  No.  12-0181,  this  Commission 
approved  budget  changes  for  four  individual  WSIP  projects  -  San  Joaquin  Pipeline  (SJPL) 
System,  Tesla  Treatment  Facility,  Vegetation  Restoration  of  WSIP  Construction  Sites  (new 
project),  and  Program  Management;  and 

WHEREAS,  On  January  22,  2013,  per  Resolution  No.  13-0020,  this  Commission 
approved  budget  and  schedule  changes  for  one  individual  WSIP  project  -  Calaveras  Dam 
Replacement  (CDRP),  after  reviewing  and  considering  the  CEQA  Findings  and  statement  of 
overriding  considerations  that  it  previously  adopted  for  the  WSIP  and  CDRP  approvals,  along 
with  the  CEQA  Findings  contained  in  Addendum  No.  1  to  the  CDRP  EIR  issued  by  the  Planning 
Department  on  December  13,  2012,  and  this  Commission  adopted  those  additional  CEQA 
Findings  for  the  CDRP  modifications,  which  findings  are  incorporated  in  this  Resolution  by  this 
reference;  and 


WHEREAS,  On  April  23,  2013,  per  Resolution  No.  13-0060,  this  Commission  approved 
project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("March  2013  Revised  WSIP");  and 

WHEREAS,  On  April  22,  2014,  per  Resolution  No.  14-0065,  this  Commission  approved 
project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("March  2014  Revised  WSIP");  and 

WHEREAS,  On  December  8,  2015,  per  Resolution  No.  15-0263,  this  Commission 
approved  schedule  changes  for  six  individual  WSIP  projects  -  San  Joaquin  Pipeline  System,  San 
Antonio  Backup  Pipeline,  Seismic  Upgrade  of  BDPL  Nos.  3&4,  BDPL  Reliability  Upgrade  - 
Pipeline  (BDPL  No.  5),  and  Vegetation  Restoration  of  WSIP  Construction  Sites;  and 

WHEREAS,  On  April  26,  2016,  per  Resolution  No.  16-0071,  this  Commission  approved 
scope,  schedule,  and  budget  changes  to  four  WSDP  projects  -  Alameda  Creek  Recapture, 
Calaveras  Dam  Replacement,  Bioregional  Habitat  Restoration,  and  Watershed  Environmental 
Improvement  Program,  and  the  addition  of  Closeout  Projects  to  four  WSIP  regions  -  San 
Joaquin,  Sunol,  Bay  Division,  and  Peninsula  (“March  2016  Revised  WSIP”);  and 

WHEREAS,  A  Final  Programmatic  Environmental  Impact  Report  was  prepared  for  the 
WSIP  ("PEIR")  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No. 
17734,  and  thereafter,  this  Commission  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP),  as  required  by  the  California 
Environmental  Quality  Act  (CEQA)  on  October  30,  2008  per  Resolution  No.  08-0200,  which 
findings  are  incorporated  in  this  Resolution  by  this  reference;  and 

WHEREAS,  The  PEIR  and  SFPUC  Resolution  No.  08-0200  have  been  made  available 
for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this 
Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  PEIR,  the  findings  contained  in  SFPUC  Resolution  No.  08-0200,  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts;  and 

WHEREAS,  The  SFPUC  has  completed  environmental  review  of  all  but  one  of  the 
individual  WSIP  projects,  and  is  proceeding  to  complete  the  environmental  review  process  for 
the  remaining  project,  as  authorized  by  and  in  accordance  with  CEQA;  and 

WHEREAS,  Water  Code  Section  73502(d)(2)  requires  that  the  City  provide  written 
notice,  not  less  than  30  days  prior  to  the  date  of  a  meeting  of  the  City  Agency  responsible  for 
management  of  the  Bay  Area  Regional  Water  System,  that  a  change  in  the  program  is  to  be 
considered,  and  that  all  Bay  Area  wholesale  customers  shall  be  permitted  to  testify  or  otherwise 
submit  comments  at  such  meeting;  and 

WHEREAS,  On  January  13,  2017,  the  SFPUC  notified  the  Bay  Area  wholesale 
customers  through  the  Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  in  writing 
that  this  Commission  would  be  considering  changes  to  the  WSIP  at  a  public  hearing  on  February 
14, 2017; and 


WHEREAS,  The  SFPUC  completed  a  comprehensive  assessment  of  all  remaining  WSIP 
delivery  efforts  to  (1)  validate  all  schedule  and  cost  forecasts  at  completion;  (2)  make  an  accurate 
determination  of  the  overall  cost  and  schedule  status  of  the  program;  and  (3)  and  put  in  place 
specific  measures  to  further  control  costs  and  schedules  as  the  program  ramps  down.  The  final 
outcome  of  this  assessment  is  the  proposed  program  revisions  documented  in  the  Notice  of 
Public  Hearing  dated  January  13,  2017;  and 

WHEREAS,  The  proposed  revisions  to  the  WSIP  (referred  to  as  the  proposed  January 
2017  Revised  WSIP)  involve  schedule  changes  to  three  projects  -New  Irvington  Tunnel,  Seismic 
Upgrade  of  BDPL  Nos.  3&4,  and  Security  System  Upgrade;  and 

WHEREAS,  The  overall  program  schedule  for  the  proposed  January  2017  Revised  WSIP 
has  not  been  extended  from  the  overall  program  schedule  of  December  20,  2019  last  approved 
by  the  Commission  on  April  26,  2016;  and 

WHEREAS,  During  the  30-day  public  review  period,  the  WSIP  Director  met  with 
representatives  of  the  BAWSCA  to  discuss  the  proposed  changes  to  the  WSIP;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  finds  that  since  the  PEIR  was  finalized,  there  have 
been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances  that 
would  require  major  revisions  to  the  PEIR  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  PEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  schedule  of  the 
proposed  January  2017  Revised  WSIP  which  is  documented  in  the  Notice  of  Public  Hearing 
dated  January  13,  2017;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  directs  staff  to  send  a  Notice  of 
Change  Report  to  the  California  Department  of  Public  Health  and  the  California  Seismic  Safety 
Commission  in  compliance  with  Water  Code  Section  73502(d)(3). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO.: _ 17-0027 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
Public  Utilities  Commission  (the  “Commission”)  to  issue  indebtedness,  including  revenue  bonds, 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  “Board”),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (the  “Wastewater  Enterprise”);  and 

WHEREAS,  Pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
(“Article  V”),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Under  Section  8B.  124  of  the  Charter  of  the  City  (the  “Charter”),  the  Board’s 
authority  to  authorize  an  issuance  of  debt  under  Proposition  E  is  subject  to  its  receipt  of  a 
certification  from  an  independent  engineer  that  (i)  the  projects  to  be  financed  by  such  debt  meet 
utility  standards  and  (ii)  estimated  net  revenue  will  be  sufficient  to  meet  operating,  maintenance, 
debt  service  coverage  and  other  indenture  or  resolution  requirements  (the  Engineer 
Certification”);  and 

WHEREAS,  The  Board’s  authority  to  authorize  an  issuance  of  debt  under  Proposition  E 
is  also  subject  to  its  receipt  of  a  certification  from  the  San  Francisco  Planning  Department  that 
facilities  financed  with  such  debt  will  comply  with  applicable  requirements  of  the  California 
Environmental  Quality  Act  (together  with  the  Engineer  Certification,  the  “Proposition  E 
Certificates”);  and 

WHEREAS,  The  Commission  has  previously  authorized  pursuant  to  Resolution  No.  06- 
0164,  approved  by  the  Commission  on  September  26,  2006,  and  the  Board  has  previously 
approved  pursuant  to  Ordinance  No.  266-06,  adopted  by  the  Board  on  October  24,  2006,  and 
signed  by  the  Mayor  on  October  31,  2006,  the  establishment  of  a  commercial  paper  program  for 
the  Wastewater  Enterprise  (the  “Wastewater  CP  Program”)  and  the  issuance  of  up  to  $150 
million  in  aggregate  principal  amount  of  commercial  paper  notes  outstanding  at  any  one  time; 
and 


WHEREAS,  The  Commission  has  authorized  pursuant  to  Resolution  No.  11-0197, 
approved  by  the  Commission  on  December  13,  2011,  and  the  Board  has  approved  pursuant  to 
Ordinance  No.  91-12,  adopted  by  the  Board  on  May  1,  2012,  and  signed  by  the  Mayor  on  May 
14,  2012,  an  ordinance  to  authorize,  an  increase  in  the  Wastewater  CP  Program  from  an 
aggregate  principal  amount  not  to  exceed  $150  million  of  commercial  paper  notes  outstanding  at 
any  one  time  to  an  aggregate  principal  amount  not  to  exceed  $300  million  of  commercial  paper 
notes  outstanding  at  any  one  time;  and 


WHEREAS,  The  Commission  has  authorized  pursuant  to  Resolution  No.  14-0139, 
approved  by  the  Commission  on  August  26,  2014,  and  the  Board  has  approved  pursuant  to 
Resolution  No.  378-14,  adopted  by  the  Board  on  September  30,  2014,  and  signed  by  the  Mayor 
on  October  9,  2014,  a  resolution  to  authorize,  an  increase  in  the  Wastewater  CP  Program  from  an 
aggregate  principal  amount  not  to  exceed  $300  million  of  commercial  paper  notes  outstanding  at 
any  one  time  to  an  aggregate  principal  amount  not  to  exceed  $500  million  of  commercial  paper 
notes  outstanding  at  any  one  time  (the  “CP  Notes”);  and 

WHEREAS,  The  Board  has  previously  approved  pursuant  to  Ordinance  No.  111-16, 
adopted  by  the  Board  on  June  14,  2016,  and  signed  by  the  Mayor  on  June  24,  2016  (together 
with  Ordinance  No.  266-06  and  Ordinance  No.  91-12,  the  “Ordinances”),  the  issuance  of  up  to 
$1,112  billion  in  aggregate  principal  amount  of  Wastewater  Revenue  Bonds  and  other  forms  of 
indebtedness  of  the  Commission;  and 

WHEREAS,  In  connection  with  the  commercial  paper  program  the  Commission,  among 
other  matters,  entered  into  a  Revolving  Credit  and  Term  Loan  Agreement,  dated 
February  10,  2012  (the  “U.S.  Bank  Liquidity  Facility”),  by  and  between  the  Commission  and 
U.S.  Bank  National  Association  (“U.S.  Bank”);  and 

WHEREAS,  The  U.S.  Bank  Liquidity  Facility  will  terminate  by  its  terms  on 
February  10,  2017;  and 

WHEREAS,  In  order  to  provide  liquidity  for  the  payment  of  maturing  CP  Notes,  the 
Commission  has  previously  authorized,  executed  and  delivered  a  Letter  of  Credit  and  a 
Reimbursement  Agreement,  dated  as  of  February  11,  2014,  between  the  Commission  and  Wells 
Fargo  Bank,  National  Association  (collectively,  the  “Wells  Fargo  Credit  Agreement”)  and  an 
Issuing  and  Paying  Agent  Agreement,  dated  as  of  February  11,  2014,  by  and  between  the 
Commission  and  U.S.  Bank  National  Association;  and 

WHEREAS,  The  letter  of  credit  issued  by  Wells  Fargo  Bank,  National  Association 
pursuant  to  the  Wells  Fargo  Credit  Agreement  will  terminate  by  its  terms  on  February  10,  2017; 
and 


WHEREAS,  Pursuant  to  Article  V  and  the  Board  Ordinance  No.  266-06  the  Commission 
is  authorized  to  negotiate  and  execute  another  credit  or  liquidity  facility  to  support  the  CP  Notes 
and  any  additional  agreements  related  thereto;  and 

WHEREAS,  The  Commission  issued  a  request  for  bids  from  qualified  banks  to  provide 
for  one  or  more  substitute  letters  of  credit  or  revolving  lines  of  credit  to  secure  the  payment  of 
the  CP  Notes;  and 

WHEREAS,  After  an  evaluation  of  the  responses  to  such  request  for  bids,  the 
Commission  staff  determined  that  a  substitute  letter  of  credit  supporting  the  principal  amount  of 
$150  million  of  the  CP  Notes  (the  “Substitute  Letter  of  Credit”),  to  replace  the  Wells  Fargo 
Credit  Agreement  and  the  U.S.  Bank  Liquidity  Facility,  offered  by  Sumitomo  Mitsui  Banking 
Corporation,  acting  through  its  New  York  Branch  (the  “Bank”)  was  the  most  advantageous  to  the 
Commission;  and 

WHEREAS,  The  proposed  form  of  the  Reimbursement  Agreement,  which  includes  the 
form  of  the  Substitute  Letter  of  Credit  as  an  appendix  thereto,  and  related  Fee  Agreement  (the 
“Reimbursement  Agreement”  and  “Fee  Agreement”,  respectively)  to  be  entered  into  by  the 
Commission  and  the  Bank  have  been  presented  to  the  Commission  and  filed  with  the  Secretary, 
and  the  Commission  finds  it  in  its  best  interest  to  enter  into  such  agreements;  and 


WHEREAS,  In  order  to  accommodate  the  use  of  the  Substitute  Letter  of  Credit  (instead 
of  the  existing  letter  of  credit  and  liquidity  facility),  the  Commission  finds  it  appropriate  and  in 
its  best  interest  to  execute  a  new  issuing  and  paying  agent  agreement  (the  “Paying  Agent 
Agreement”)  with  U.S.  Bank,  National  Association,  as  issuing  and  paying  agent  (the  “Paying 
Agent”)  for  the  CP  Notes;  and 

WHEREAS,  The  form  of  the  proposed  Paying  Agent  Agreement  have  also  been 
submitted  to  the  Commission  and  filed  with  the  Secretary;  and 

WHEREAS,  Pursuant  to  Resolutions  No.  06-0164,  No.  11-0197,  and  No.  14-0139  and 
the  Ordinances,  the  Commission  is  authorized  to  take  any  and  all  necessary  action  in  connection 
with  the  issuance  of  the  CP  Notes  and  the  expansion  of  the  Wastewater  CP  Program,  including, 
the  execution  of  one  or  more  commercial  paper  dealer  agreements  entered  into  in  connection 
with  the  sale  and  issuance  of  the  CP  Notes;  and 

WHEREAS,  The  terms  of  the  (i)  Dealer  Agreement,  dated  July  18,  2012,  as  amended,  by 
and  between  the  Commission  and  Citigroup  Global  Markets  Inc.  expires  on  July  7,  2017;  (ii) 
Dealer  Agreement,  dated  July  18,  2012,  as  amended,  by  and  between  the  Commission  and 
Morgan  Stanley  &  Co.  LLC  expired  on  July  12,  2015;  (iii)  Dealer  Agreement,  dated  July  18, 
2012,  as  amended,  by  and  between  the  Commission  and  U.S.  Bancorp  Investments,  Inc.  expired 
on  July  12,  2015  ;  (iv)  Dealer  Agreement,  dated  as  of  July  1,  2015,  as  amended,  by  and  between 
the  Commission  and  Citigroup  Global  Markets  Inc.  expires  on  July  7,  2017;  (v)  Dealer 
Agreement,  dated  as  of  July  1,  2015,  as  amended,  by  and  between  the  Commission  and  Morgan 
Stanley  &  Co.  LLC  expires  on  July  7,  2017;  and  (vi)  Dealer  Agreement,  dated  as  of  July  1,  2015, 
as  amended,  by  and  between  the  Commission  and  U.S.  Bancorp  Investments,  Inc.  expires  on 
July  7,  2017;  (collectively,  the  “Original  Dealer  Agreements”);  and 

WHEREAS,  In  order  to  accommodate  the  expiration  of  the  Original  Dealer  Agreements, 
the  Commission  finds  it  necessary  to  execute  one  or  more  commercial  paper  dealer  agreements 
for  the  CP  Notes;  and 

WHEREAS,  The  proposed  form  of  dealer  agreement  (the  “Dealer  Agreement”)  has  been 
presented  to  the  Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it  in  its  best 
interest  to  enter  into  such  agreement  with  one  or  more  qualified  commercial  paper  dealers;  and 

WHEREAS,  The  proposed  action  authorizes  the  replacement  of  $150  million  in  existing 
bank  agreements  and  does  not  add  any  new  projects  or  financing  authorization  to  the  existing 
$500  million  commercial  paper  program.  The  previously  authorized  commercial  paper  program 
is  limited  to  funding  projects  with  Proposition  E  certification  by  the  Environmental  Review 
Officer  (ERO).  This  certification  was  provided  by  the  ERO  on  May  17,  2016  and  referenced  in 
Ordinance  111-16  on  June  24,  2016  and  these  certificates  meeting  Proposition  E  requirements 
are  on  file  with  the  Clerk  of  the  Board  in  accordance  with  Proposition  E;  now,  therefore,  be  it 

RESOLVED,  By  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows; 

Section  1.  Approval  of  Reimbursement  Agreement,  Substitute  Letter  of  Credit  and  Fee 
Agreement.  The  Reimbursement  Agreement,  Substitute  Letter  of  Credit,  and  Fee  Agreement,  in 
substantially  the  forms  submitted  to  this  Commission,  are  hereby  approved  and  recommended  to 
the  Director  of  the  City’s  Office  of  Public  Finance  (the  “Director”)  for  approval  pursuant  to 
Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  of  the  Commission  (the 
“General  Manager”)  or  his  or  her  designee  is  authorized  and  directed  to  execute  and  deliver  the 
Reimbursement  Agreement  and  Fee  Agreement,  subject  to  such  additions  thereto  or  changes 


therein  which  the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall 
approve,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  each  such 
Reimbursement  Agreement  and  Fee  Agreement. 

Section  2.  Approval  of  Paving  Agent  Agreement.  The  proposed  form  of  the  Paying 
Agent  Agreement  between  the  Commission  and  the  Paying  Agent,  submitted  to  this 
Commission,  is  hereby  approved  and  recommended  to  the  Director  for  approval  pursuant  to 
Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  or  his  or  her  designee  is 
authorized  and  directed  to  execute  and  deliver  to  Paying  Agent  Agreement,  subject  to  such 
additions  thereto  or  changes  therein  which  the  General  Manager,  upon  consultation  with  the  City 
Attorney  and  Director,  shall  approve,  such  approval  to  be  conclusively  evidenced  by  the 
execution  and  delivery  of  such  Paying  Agent  Agreement. 

Section  3.  Limitations.  Consistent  with  Ordinance  No.  266-06,  in  no  event  shall  the  CP 
Notes  exceed  $150,000,000  in  aggregate  principal  amount  and  in  no  event  shall  the  interest  rate 
or  interest  rates  cause  the  aggregate  average  interest  cost  to  exceed  12%  per  annum,  and  in  no 
event  shall  the  term  of  any  bank  reimbursement  obligation  exceed  10  years. 

Section  4.  Offering  Memorandum.  Consistent  with  Ordinance  No.  266-06,  the  General 
Manager  or  his  designee,  in  consultation  with  the  City  Attorney  and  the  Director,  is  hereby 
authorized  and  directed  to  prepare  and  cause  the  distribution  of  an  Offering  Memorandum 
relating  to  the  CP  Notes,  in  substantially  the  form  on  file  with  the  Commission,  subject  to  such 
additions  thereto  and  changes  therein,  and  any  amendments  or  supplements  thereto  from  time  to 
time  which  the  General  Manager,  in  consultation  with  the  City  Attorney  and  the  Director,  shall 
approve. 

Section  5.  Approval  of  Dealer  Agreements.  The  Dealer  Agreement,  in  substantially  the 
form  submitted  to  this  Commission,  is  hereby  approved  and  recommended  to  the  Director  for 
approval  pursuant  to  Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  or  his 
or  her  designee  is  authorized  and  directed  to  execute  and  deliver  one  or  more  of  Dealer 
Agreements  in  substantially  said  form,  subject  to  such  additions  thereto  or  changes  therein  which 
the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such 
approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  such  Dealer  Agreements, 
provided  that  the  Dealer  Agreement(s)  are  awarded  to  one  or  more  qualified  commercial  paper 
dealers  for  a  period  not  to  exceed  three  years. 

Section  6.  Further  Actions.  The  General  Manager  or  his  or  her  designee,  and  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 
action  in  furtherance  of  the  replacement  of  the  Wells  Fargo  Credit  Agreement  and  the  U.S.  Bank 
Liquidity  Facility  and  the  marketing  and  sale  of  the  CP  Notes. 

Section  7.  Extensions  of  Term  of  Substitute  Letter  of  Credit.  The  General  Manager  is 
further  authorized,  in  consultation  with  the  City  Attorney  and  the  Director,  to  execute  one  or 
more  amendments  to  extend  the  initial  four-year  term  of  the  Substitute  Letter  of  Credit 
authorized  hereunder  for  an  aggregate  period  not  to  exceed  seven  years  from  the  commencement 
date  of  the  initial  term,  provided  further  that  the  annual  facility  fee  payable  to  the  Bank  shall  not 
exceed  $1  million  per  year  and  the  amendments  shall  otherwise  comply  with  Section  3  hereof. 

Section  8.  Extensions  of  Term  of  Dealer  Agreement.  The  General  Manager  is  further 
authorized,  in  consultation  with  the  City  Attorney  and  the  Director,  to  execute  one  or  more 
amendments  to  extend  the  term  of  any  Dealer  Agreement  authorized  hereunder  for  a  period  not 
to  exceed  four  years,  with  optional  annual  extensions  not  to  exceed  seven  years  from  the 


commencement  date  of  the  initial  term,  so  long  as  the  total  compensation  to  the  commercial 
paper  dealer(s)  shall  not  exceed  an  aggregate  of  $250,000  per  year. 

Section  9.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  10.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  replacement  of  the  Wells  Fargo  Credit  Agreement, 
the  U.S.  Bank  Liquidity  Facility,  and  the  Original  Dealer  Agreements  for  the  Wastewater  CP 
Program,  are  hereby  approved,  confirmed  and  ratified. 

Section  11.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  February  14,  2017. 


Secretary,  Public  Utilities  commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0028 


WHEREAS,  By  Resolution  No.  15-0241  on  November  10,  2015,  this  Commission 
approved  a  Memorandum  of  Understanding  (MOU)  with  the  General  Services  Agency  (GSA)’s 
Office  of  Contract  Administration  (OCA)  of  the  City  and  County  of  San  Francisco  (City)  and  the 
GSA’s  Real  Estate  Division  (RED),  establishing  the  terms  and  conditions  of  the  jurisdictional 
transfer  of  the  property  at  1800  Jerrold  in  San  Francisco  (1800  Jerrold)  to  the  SFPUC,OCA  and 
RED,  agreeing  to  incur  costs  and  pay  OCA  the  total  amount  of  $73,700,000  to  accomplish  the 
jurisdictional  transfer  of  1800  Jerrold  to  the  SFPUC,  provided  that  OCA  agrees  to  obtain  or 
construct  the  necessary  functionally  equivalent  facilities  for  Central  Shops,  and  relocate  by  June 
2018; and 

WHEREAS,  By  Resolution  15-0265  on  December  8,  2017,  this  Commission  approved 
revisions  to  the  MOU,  and  authorized  SFPUC  to  enter  into  transactions  to  acquire  the  property 
interests  necessary  for  the  relocation  of  Central  Shops,  subject  to  Board  of  Supervisors  approval. 
On  December  22,  2015,  the  Board  of  Supervisors  (Board  File  No.  151215)  authorized  the  SFPUC 
to  undertake  the  following  property  transactions  to  acquire  sites  for  the  replacement  facilities  for 
Central  Shops:  execution  and  acceptance  of  a  ten-year  lease  by  and  between  the  City  and  Four 
Fifty  Toland,  LLC  for  a  leased  site  at  450  Toland  Street  (Leased  Site)  with  an  initial  rental 
amount  of  $735,600  per  year;  the  execution  and  acceptance  of  a  Purchase  and  Sale  Agreement 
by  and  between  the  City  and  the  Selby  and  the  Hudson  Corporation,  for  the  real  property  located 
at  555  Selby  Street  for  $6,300,000;  the  execution  and  acceptance  of  a  Purchase  and  Sale 
Agreement  by  and  between  the  City  and  W.Y.L.  Five  Star  Service  Industries,  Inc.  for  the  real 
property  located  at  1975  Galvez  Avenue  for  $5,000,000;  and 

WHEREAS,  The  purchased  properties  at  555  Selby  Street  and  1975  Galvez  Street  are 
referred  to  as  the  Acquired  Sites,  and  there  are  currently  tenants  in  possession  on  both  Sites;  and 

WHEREAS,  On  February  10,  2016,  the  Board  of  Supervisors  (Board  File  No.  151226) 
authorized  the  jurisdictional  transfer  of  the  Leased  and  Acquired  Sites  to  OCA,  and  the  transfer 
of  1800  Jerrold  Avenue  to  SFPUC,  subject  to  the  terms  of  the  MOU,  as  revised,  and  authorized 
OCA  to  execute  a  Project  Development  Agreement  with  Oryx  LLC  for  Phase  1  of  the 
development,  design  and  construction  of  Central  Shops  replacement  facilities,  provided  that 
Board  approval  is  required  for  authorization  to  proceed  with  Phase  II  of  the  Agreement  for 
construction;  and 

WHEREAS,  On  February  18,  2016,  the  Board  of  Supervisors  (Board  File  No.  160021) 
authorized  the  appropriation  of  SFPUC  funds  in  the  amount  of  $62,200,000  in  FY  2015-16  for 
use  by  OCA  to  construct  the  new  Central  Shops  facilities;  and 


WHEREAS,  The  Director  of  Property  has  determined  that  an  amount  not  to  exceed 
$2,200,000  is  required  to  obtain  possession  of  the  Acquired  Sites;  and 

WHEREAS,  Public  Works  has  determined  the  negotiated  Guaranteed  Maximum  Price 
(GMP)  for  Phase  2  of  the  Project  Development  Agreement  is  $5,200,000  more  than  estimated 
due  to  development  of  design  details,  unforeseen  site  conditions,  higher  bids,  escalation  and 
expedited  schedule  costs  due  to  site  control  delays;  and 

WHEREAS,  SFPUC  will  designate  $250,000  for  the  relocation  of  existing  PG&E  service 
and  a  $2,025,000  project  contingency;  and 

WHEREAS,  SFPUC  staff,  together  with  staff  of  GSA  and  PW  negotiated  the  terms  of  the 
Amendment  No.  1  to  the  MOU,  (Amended  MOU)  on  file  with  the  Commission  Secretary  for  this 
agenda  item,  which  provides  for  revisions  to  certain  specified  terms  and  conditions  of  the 
proposed  jurisdictional  transfers;  and 

WHEREAS,  The  MOU,  as  so  amended,  provides  that  the  SFPUC,  GSA  and  PW  will 
seek  the  approval  by  the  Board  of  Supervisors  and  the  Mayor,  as  required  to  implement  the 
Central  Shops  jurisdictional  transfer  and  Central  Shops  project  construction  and 

WHEREAS,  On  October  28,  2015,  the  Environmental  Review  Officer  determined  the 
proposed  jurisdictional  transfer  of  1800  Jerrold  to  the  SFPUC  is  categorically  exempt  as  Class  32:  In- 
Fill  Development  categorical  exemption  under  section  15332  of  the  California  Environmental 
Quality  Act  (CEQA);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  enter  into  the 
Amendment  No.  1  to  the  MOU  with  OCA  and  RED,  in  substantially  the  form  on  file  with  the 
Commission  Secretary,  establishing  the  terms  of  the  jurisdictional  transfer  of  1800  Jerrold  in 
exchange  for  payment  of  not  to  exceed  $82,278,429  (Transfer  Price)  from  Project  Number 
CWWSIPPRPL91  for  relocation  of  Central  Shops  to  functionally  equivalent  facilities,  based 
upon  the  value  determined  by  the  City’s  Director  of  Property,  subject  to  approval  by  the  Board 
of  Supervisors  and  the  Mayor  of  the  jurisdictional  transfer  of  1800  Jerrold  to  the  SFPUC 
consistent  with  the  terms  of  the  Amended  MOU,  and  approval  of  related  actions  necessary  to 
implement  the  Amended  MOU;  and  be  it 

FURTHER  RESOLVED,  That  any  deviation  to  this  allocation  of  SFPUC  funds 
transferred  to  OCA  shall  require  the  prior  written  approval  of  the  SFPUC’ s  General  Manager; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  seek 
the  approval  of  the  Mayor  and  the  Board  of  Supervisors  of  an  appropriation  in  the  amount  of 
$8,578,429  from  Wastewater  Enterprise  Project  Number  CWWSIPPRPL91  if  necessary  to 
implement  the  Amended  MOU. 


FURTHER  RESOLVED,  That  this  Commission  approves  the  terms  and  conditions  of 
Amendment  No.  1  to  the  MOU  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute 
Amendment  No.  1  and  enter  into  any  amendments  or  modifications  to  the  MOU,  including 
without  limitation,  modification,  addition,  or  deletion  of  exhibits  and  to  enter  into  any  related 
documents,  instruments,  memorandum,  or  other  agreements  reasonably  necessary  to 
consummate  the  transaction  contemplated  in  the  MOU,  that  the  General  Manager  determines,  in 
consultation  with  the  City  Attorney,  are  in  the  best  interests  of  the  City;  do  not  materially 
increase  the  liabilities  or  obligations  of  the  SFPUC  or  materially  diminish  the  benefits  to  the 
SFPUC;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  MOU  or  this 
Resolution;  and  comply  with  all  applicable  laws,  including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  February  14,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water  r  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  February  28,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  941 02 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-31 65. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.oro 

Gavel-to-Gavel  coverage  available  at: 
htto://sanfrancisco.aranicus.comA/iewPublisher.ohp?view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  71 -Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  sen/ices,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  41 5.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.ora/index.aspx?paae=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

311  Free  Language  Assistance:  it  H  fin  Bf  tfifKj  /  Ayuda  gratuita  con  el  idioma  /  EecnjiaTHari  rioMomi, 
nepeBOflMHKOB  /  Tragiup  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  ?j0]  / 

tnvtfia  vi tilin'  "lti  /  Librengtulongpara  sa  wikang  Tagalog  tnviaa 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code.  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .1 6.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  February  14,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

6.  Other  Commission  Business 


7.  Citizens’  Advisory  Committee  Quarterly  Report 

(Aragon) 

8.  Revenue  Bond  Oversight  Committee  Annual  Report 

(Cheng) 

9.  Report  of  the  General  Manager 

a)  Drought  Update 

(Ritchie) 

b)  Dam  Management  and  Safety 

(Ritchie) 

c)  CleanPowerSF  Update 

(Hale) 

d)  Quarterly  Budget  Status  Report 

(Sandler) 

e)  Mid-Cycle  Budget  Status  Update 

(Sandler) 

10.BAWSCA  Update 

(Sandkulla) 

1 1 .  Bay  Delta  Water  Quality  Control  Plan  Update 

(Ritchie) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

1 2.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


170030 

b) 

170031 

c) 

170032 

d) 

170033 

e) 

170034 

f) 

170035 
170036  9> 


Award  Job  Order  Contract  No.  JOC-67,  Micro-LBE,  Landscape  (C-27 
License)  for  a  not-to-exceed  amount  of  $1,000,000  to  the  lowest, 
qualified,  responsible,  and  responsive  bidder,  San  Francisco  Conservation 
Corps,  to  maintain,  repair  and/or  install  landscape  systems  and  facilities  in 
the  Peninsula  and  Alameda  Watersheds,  as  well  as  other  City-owned 
property.  (How) 

Approve  an  increase  to  the  existing  construction  contract  duration 
contingency  of  620  consecutive  calendar  days  (approximately  one  year, 
eight  months)  for  Contract  No.  WD-2581,  New  Irvington  Tunnel  (NIT);  and 
authorize  the  General  Manager  to  approve  future  contract  modifications 
for  a  total  revised  contract  duration  up  to  2,593  consecutive  calendar  days 
(approximately  seven  years,  one  month).  The  potential  increase  in  the 
construction  contract  duration  is  due  to  time  spent  and  additional  time 
needed  to  settle  outstanding  contractor  claims  before  a  dispute  resolution 
board,  negotiate  final  settlements  of  the  disputed  claims  after  receiving 
recommendations  from  the  dispute  board,  and  close  out  the  contract. 

(How) 

Accept  work  performed  by  G4S  Secure  Integration  LLC,  for  Contract  No. 
WD-2653,  As-Needed  Integration  Services  San  Francisco  Region; 

Approve  Modification  No.  4  (Final),  decreasing  the  contract  by 
$343,447,  for  a  total  contract  amount  of  $1,229,653,  and  a  total  contract 
duration  of  1 ,827  consecutive  calendar  days  (five  years);  and  authorize 
final  payment  to  the  contractor.  (How) 

Accept  work  performed  by  J.  Flores  Construction,  Inc.  for  Contract  No. 
WW-604,  As-Needed  Spot  Sewer  Replacement,  for  a  total  contract 
amount  of  $7,192,640,  and  with  a  total  contract  duration  of  434 
consecutive  calendar  days  (approximately  one  year  and  two  months); 
and  authorize  final  payment  to  the  contractor.  (How) 

Approve  an  increase  in  the  construction  contract  duration 
contingency  of  up  to  60  consecutive  calendar  days  for  Contract  No. 
WW-605R,  Mission  and  Valencia  Streets  Green  Gateway,  with  Anvil 
Builders,  Inc.,  to  allow  for  paving  that  required  de-energization  of  San 
Francisco  Municipal  Transportation  Agency  overhead  electrical  lines;  and 
authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  duration  for  a  total  revised  contract  duration  of  up  to  420 
consecutive  calendar  days.  (How) 

Approve  the  plans  and  specifications  and  award  Contract  No.  WW- 

61  OR,  Visitacion  Valley  Green  Nodes,  Rutland  Street  Sewer,  and 
Sunnydale  Pavement  Improvements,  in  the  amount  of  $3,483,944  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Minerva  Construction, 
Inc.,  to  build  green  infrastructure,  replace  water  and  sewer  pipelines,  and 
repave  one  block  of  Rutland  St.  and  one  block  of  Sunnydale  Ave.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW- 

633,  Various  Locations  Sewer  Replacement  No.  2,  in  the  amount  of 


$6,704,098,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Shaw  Pipeline,  Inc.  to  replace  the  existing  sewers  and  street  pavement  on 
the  subject  streets  in  the  City  of  San  Francisco.  This  proposed  action 
constitutes  the  Approval  Action  for  the  project  for  purposes  of  the  California 
Environmental  Quality  Act,  pursuant  to  Section  31.04(h)  of  the  San 
Francisco  Administrative  Code.  (How) 

h)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW- 

653,  Marin  Street  Sewer  Replacement,  in  the  amount  of  $4,860,250,  to 
H  i  r.  i  7  the  lowest,  qualified,  responsible  and  responsive  bidder,  Ranger  Pipeline, 

1  rj  u  0  ‘  inc.,  to  replace  the  24-inch  diameter  sewer  with  a  30-inch  diameter  sewer  to 
accommodate  projected  increased  dry-weather  flows  from  tributary  areas. 

(How) 


REGULAR  CALENDAR 


170038  13.  Public  Hearing:  Discussion  and  possible  action  to  adopt  the  SFPUC  1 0- 

Year  Capital  Plan  for  FY  201 7-1 8  to  FY  2026-27.  (Sandler) 

i  7nn\>014-  Public  Hearing:  Discussion  and  possible  action  to  adopt  the  SFPUC  10- 
I  f  U  U  J  b  year  Financial  Plan  for  FY  201 7-1 8  through  FY  2026-27.  (Sandler) 


170044  1S- 


Adopt  revisions  to  the  Fund  Balance  Reserve  Policy  of  the  SFPUC. 

(Sandler) 


1 6.  Approve  the  Water  Supply  Assessment  for  the  proposed  1 0  South  Van 
Ness  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et 
170040  seq;  California  Environmental  Quality  Act  (CEQA)  Section  21151 .9;  and  CEQA 
Guidelines  Section  15155.  (Ritchie) 


17.  Approve  Amendment  No.  8  to  Agreement  No.  CS-820,  New  Irvington  Tunnel 
,  Project,  Engineering  Services,  with  URS  Corporation,  to  continue  as  design 
170041  engineer-of-record  for  the  construction  of  the  tunnel;  and  authorize  the  General 
Manager  to  execute  this  amendment,  increasing  the  agreement  duration  by 
1 1  months,  with  no  change  to  the  contract  amount.  (How) 


18.  Approve  Amendment  No.  5  to  Agreement  No.  CS-918,  Construction 

Management  Services  -  New  Irvington  Tunnel  (NIT)  Project,  with  Hatch  Mott 
1 7  0  0  4  2  MacDonald,  to  provide  ongoing  construction  management  for  the  construction 
of  the  NIT;  and  authorize  the  General  Manager  to  execute  this  amendment 
increasing  the  agreement  by  $350,000,  subject  to  Board  of  Supervisors’ 
approval  under  Charter  Section  9.1 18,  for  a  total  not-to-exceed  agreement 
amount  of  $21 ,100,000,  and  with  a  time  extension  of  one  year,  for  a  total 
agreement  duration  of  eight  years  nine  months.  (How) 


19.  Adopt  the  Final  Mitigated  Negative  Declaration,  Mitigation  Monitoring  and 
Reporting  Program,  and  the  Findings  as  required  by  the  California 
1  -  n  n  .  «  Environmental  Quality  Act  for  the  Southeast  Water  Pollution  Control  Plant 
1  (  U  U  4  0  (SEP)  New  Headworks  Facility  Project;  Approve  Project  No.  CWWSIPSE02, 
SEP  New  Headworks  Facility,  to  replace  and  consolidate  the  two  existing 


Headworks  facilities  at  SEP;  and  authorize  the  General  Manager  to  proceed  to 
implement  the  Project  and  proceed  with  the  Construction  Phase  pursuant  to  the 
Construction  Manager/General  Contractor  Contract  No.  WW-628,  SEP  New 
Headworks  Facility,  as  modified  by  Modification  No.  1 .  ’  (How) 

20.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

21 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Ambrose) 

Anticipated  Litigation  as  Plaintiff 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)0)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 

Case  No.:  ER  15-703-000/Date  Filed  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 


§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-704-000/Date  Filed:  December  23,  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 
City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

29.  Announcement  following  Closed  Session. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

31 .  Other  New  Business. 

32.  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:33PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  and  Courtney 
Commissioner  Caen  arrived  at  1:39  PM. 

Commissioner  Vietor  arrived  at  1:43  PM. 

President  Moran  expressed  condolences  on  the  passing  of  General 
Manager  (GM)  Kelly’s  mother  and  requested  a  moment  of  silence. 

3.  Approval  of  the  Minutes  of  February  14,  2017 

On  Motion  to  approve  the  Minutes  of  February  14,  2017: 

Ayes:  Moran,  Kwon,  and  Courtney 

No  public  comment. 

4.  General  Public  Comments 

•  Mr.  Dave  Warner  requested  the  Commission  implement  a  water  import 
reduction  goal  and  discussed  activities  by  other  jurisdictions. 

Commissioner  Caen  arrived  at  1:39  PM. 

•  Mr.  Francisco  DaCosta  offered  condolences  to  the  GM  and  his  family. 
He  discussed  concerns  with  the  introduction  of  recycled  water  into  the 
system. 

President  Moran  stated  much  work  has  been  done  in  relation  to  the  mix  of 
water  and  of  potential  impacts.  He  requested  a  fact  sheet  be  prepared. 
Deputy  General  Manager  (DGM)  Michael  Carlin  discussed  the  sources  of 
blended  water  (Westside  Basin,  Sunset  and  Sunol  Reservoirs). 

Commissioner  Vietor  arrived  1:43  PM. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

The  Commission  Secretary  noted  additional  letters  were  received 
regarding  the  Bay  Delta. 

No  public  comment. 

6.  Other  Commission  Business 
None. 

7.  Citizens’  Advisory  Committee  (CAC)  Quarterly  Report 
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Ms.  Wendy  Aragon,  CAC  Chair,  presented  the  CAC’s  quarterly  report.  She 
discussed  results  of  the  2016  CAC  Evaluation  Survey,  noting  desired 
outcomes;  discussed  the  CAC  Leadership  Retreat;  and  reviewed  new  CAC 
members.  She  invited  Commissioners  to  attend  CAC  meetings. 

No  public  comment. 

8.  Revenue  Bond  Oversight  Committee  (RBOC)  Annual  Report 

Mr.  Kevin  Cheng,  RBOC  Chair,  provided  highlights  of  RBOC  work:  (1) 
Calaveras  Dam  review;  (2)  Sewer  System  Improvement  Program  (SSIP) 
review;  and  (3)  Mountain  Tunnel  review.  He  indicated  there  has  been  high 
turnover  on  the  Committee,  but  indicated  they  are  now  fully  staffed. 

President  Moran  thanked  Mr.  Cheng  and  Ms.  Aragon  for  their  presentations. 
He  expressed  appreciation  to  the  CAC  and  RBOC  for  their  work. 

Public  Comments 

•  Mr.  Francisco  DaCosta  stated  that  the  Commission  can  delegate  to  get 
factual  reports.  He  requested  that  reports  be  placed  on  the  website. 

9.  Report  of  the  General  Manager 

a)  Drought  Update 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM),  Water  provided  a 
drought  update,  stating  it  will  be  his  last.  He  discussed  reservoir  storage 
levels;  Cumulative  precipitation;  Upcountry  snowpack;  Upcountry  6- 
station  Precipitation  Index;  Bay  Area  7-station  Precipitation  Index;  and 
total  deliveries. 

No  public  comment. 

b)  Dam  Management  and  Safety 

AGM  Ritchie  stated  a  memo  regarding  the  item  was  provided  to  the 
Commission.  He  discussed:  (1)  Location  of  regulated  dams  in  the  San 
Francisco  water  system;  (2)  State  Division  of  Safety  of  Dams  jurisdiction; 
(3)  Federal  Hazard  designations  (low,  significant  and  high);  (4)  SFPUC’s 
Dam  Safety  Programs;  and  (5)  SFPUC’s  17  DSOD  jurisdictional  dams 
(regional  and  in  San  Francisco).  He  discussed  Governor  Brown’s 
February  24,  2017  letter  on  flood  control  and  dam  safety  (proposed  dam 
safety  legislation,  flood  control  investments,  and  emergency  flood 
response). 

No  public  comment. 

c)  CleanPowerSF  Update 

Mr.  Michael  Hyams,  Director,  CleanPowerSF  Program,  provided  a 
CleanPowerSF  update.  He  indicated  the  Phase  I  enrollment  is  complete 
and  that  75,000  active  customers  are  being  served.  He  stated  the  opt- 
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out  rate  is  at  3  percent  and  the  SuperGreen  enrollment  is  at  2.9  percent. 
He  noted  the  next  enrollment  period  will  begin  in  May. 

Mr.  Hyams  stated  the  Grown  Plan  will  be  presented  in  April. 

Mr.  Hyams  discussed  the  upcoming  PG&E  rate  increases,  which  will 
occur  in  March,  and  the  effect  on  CleanPowerSF  customers. 

Mr.  Hyams  responded  to  a  question  from  Commissioner  Courtney 
regarding  the  Growth  Plan.  Commissioner  Courtney  requested  an 
organizational  chart  be  included  with  the  April  presentation. 

Public  Comments 

•  Mr.  Jason  Fried,  LAFCo,  stated  it  is  important  to  note  that  the  PG&E 
rate  structure  and  increases  are  a  result  of  CPUC  and  PG&E  actions 
rather  than  CCA  actions  and  programs.  He  noted  that  LAFCo  will 
soon  have  new  members. 

Commissioner  Caen  stated  few  people  know  about  the  CleanPowerSF 
Program,  and  more  people  need  to  be  made  aware.  DGM  Carlin  noted 
the  targeted  district  roll-out.  He  stated  that  informational  postcards  will 
be  provided  to  the  Commissioners  for  distribution  and  additional 
outreach. 

d)  Quarterly  Budget  Status  Report 

Mr.  Eric  Sandler,  CFO  and  AGM  Business  Services,  provided  the 
quarter  budget  status  report.  He  discussed:  (1)  Observations:  Water  and 
Wastewater  higher  revenues,  and  Power  and  CleanPowerSF  lower 
revenues;  (2)  FY  2017  Water  Budgetary  Variances:  increased  water 
sales  revenues,  and  uses  cost  savings  (uses  and  sources);  (3)  FY  2017 
Wastewater  Budgetary  Variances:  increased  wastewater  revenues  and 
cost  savings  (uses  and  sources);  (4)  FY  201 7  Power  Budget  Variances: 
reduced  power  sales  revenues  offset  by  cost  savings  (uses  and 
sources);  (5)  FY  2017  CleanPowerSF  Budgetary  Variances:  sales 
revenue  on  target,  uses  cost  savings  (sources  and  uses);  and  (5)  Key 
Reserves  Ratios. 

Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  SSIP  set-aside  and  use  of 
funds. 

e)  Mid-Cycle  Budget  Status  Update 

CFO  Sandler  provided  a  mid-cycle  budget  status  update.  He  noted  the 
priorities  included  in  the  biennial  budget,  which  was  adopted  in  February 
2016.  He  reviewed  the  two-year  adopted  operating  budget;  two-year 
authorized  positions;  two-year  adopted  capital  budget;  and  mid-cycle 
assessment. 
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10.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  provided  details  on  the  Bear  Gulch  Dam 
and  Reservoir,  which  is  located  in  the  wholesale  service  area.  She 
commented  on  the  history  of  BAWSCA’s  requests  regarding  Mountain 
Tunnel,  and  expressed  appreciation  for  the  work  done  to  address  issues. 

President  Moran  thanked  Ms.  Nicole  and  BAWSCA  for  their  concern  and 
work. 

No  public  comment. 

1 1 .  Bav  Delta  Water  Quality  Control  Plan  Update 

AGM  Ritchie  provided  an  update  on  the  Bay  Delta  Water  Quality  Control 
Plan  which  included:  (1)  Overview;  (2)  Outreach  activities;  (3)  BAWS 
meeting  follow-up;  (4)  San  Francisco’s  diversions  from  the  Tuolumne  - 
storing  water  in  wet  periods;  (5)  San  Francisco  water  supply  planning;  (6) 
Potential  impacts  of  2016  proposal  on  the  system;  (7)  Total  system  storage 
in  design  drought,  with  265,  223,  and  175  MGD  demand;  (8)  What  major 
investment  in  uncertain  water  supply  projects  could  help;  and  (9)  San 
Francisco  Chronicle  editorial  of  January  22,  2017. 

Mr.  Ritchie  discussed  environmental  impacts:  (1)  Tuolumne  River 
ecosystem  effects  of  the  State’s  proposal;  (2)  Better  ways  to  increase  fish 
populations  on  the  Tuolumne  River;  (3)  Functional  flows;  (4)  Restore 
habitats;  (5)  Reduce  predation  (Striped  Bass);  (6)  Predation  solutions;  (7) 
Manage  aquatic  weeds,  particularly  water  hyacinth;  (8)  Change  hatchery 
management  practices;  (9)  Voluntary  agreement  vs.  regulatory  and 
litigation;  and  (10)  Conclusions. 

President  Moran  Andy  stated  documents  included  in  the  agenda  packet 
include  a  point-by-point  summary  in  response  to  Mr.  Drekmeier’ s  letter,  with 
the  presentation  pulling-out  key  issues. 

AGM  Ritchie  responded  to  a  question  from  Vice  President  Kwon  regarding 
functional  flows  and  habitat  restoration,  and  the  restoration  of  the  “natural 
cycle”. 

Commissioner  Vietor  voiced  the  desire  to  advance  other  benefits  regardless 
of  the  where  the  SFUPC  lands  with  the  State’s  proposal.  She  expressed  the 
desire  for  a  negotiated  settlement. 

Public  Comments 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  expressed  appreciation  for 
the  meetings  and  responses  to  his  concerns.  He  further  discussed  the 
response  that  was  provided,  offered  thoughts  on  the  presentation,  and 
discussed  recommendations. 
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President  Moran  provided  comment  the  difference  between  economic  and 

financial  analysis. 

•  Mr.  Martin  Gothberg  discussed  the  need  for  a  salmon-based  ecosystem. 

•  Ms.  Jeralyn  Moran,  Unitarian  Universalist  Church  of  Palo  Alto,  read  a 
letter  from  the  congregation  requesting  a  60  percent  flow.  Commissioner 
Moran  requested  copy  of  the  letter. 

•  Mr.  Bill  Martin  provided  comments  on  page  eight  of  Mr.  Ritchie’s 
presentation  regarding  unimpaired  flows.  He  distributed  a  copy  of  a  chart 
from  the  Bay  Delta  Plan  (page  3-21  Appendix  C)  and  provided  comment. 

•  Mr.  Tom  Schwertscharf,  Sierra  Club,  discussed  increased  flows  and 
salmon.  He  agreed  with  Mr.  Martin’s  statements. 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  discussed  two  foundational  principles: 
(1)  Level-of-Service  goals  for  trout  reliability;  and  (2)  Contractual 
obligation  for  1 84  MGD  for  wholesale  customers. 

•  Mr.  Peter  Mangarella,  Trout  Unlimited,  noted  Trout  Unlimited  goals  and 
stated  their  preference  for  unimpaired  flows.  He  discussed  the  option  of 
a  negotiated  settlement,  end-points,  and  assurances. 

•  Mr.  Heinrich  Albert,  Sierra  Club,  provided  copies  of  emails  that  were  sent 
to  the  Commission.  He  urged  the  Commission  to  direct  staff  to  build  a 
plan  to  comply  with  the  SCRWB. 

•  Ms.  Charlene  Woodcock  voiced  support  of  the  economic  analysis  and 
for  the  salmon  ecosystem.  She  discussed  crop  irrigation. 

•  Ms.  Julianne  Adams  Frizzell  expressed  support  for  Tuolumne  River 
Trust  ideas  and  for  the  trout  advocates.  She  discussed  the  importance  of 
flow  for  the  ecosystem. 

•  Ms.  Cheryl  Woodward  discussed  the  various  constituencies  represented 
in  the  report  and  the  need  for  the  Commission  to  be  stewards  for  all 
constituencies. 

•  Mr.  Jon  Rosenfield,  The  Bay  Institute,  stated  Mr.  Ritchie’s  presentation 
misrepresented  the  SWRB  proposal  impacts,  science  and  measures.  He 
requested  that  representatives  of  the  science  team  meet  with  staff.  He 
discussed  the  status  of  the  Bay  Delta  and  flow. 

•  Mr.  Will  Derwin  quoted  from  the  SFPUC  Watershed  Environmental 
Stewardship  Policy.  He  expressed  the  need  higher  flows. 

•  Ms.  Christina  Bertea,  Greywater  Action,  spoke  on  behalf  of  the  sturgeon. 
She  stated  adequate  flow  is  required  for  reproduction  and  requested 
increased  flows.  She  referenced  the  Environmental  Stewardship  Policy. 

•  Theresa,  water  enthusiast,  discussed  the  history  of  the  Save  the  Bay 
organization. 

•  Unknown  speaker  discussed  the  time  lag  needed  to  recharge  the 
aquifer. 

•  Mr.  Chris  Gilbert,  Sierra  Club,  discussed  the  voluntary  agreement.  He 
discussed  total  deliveries  provided  in  Mr.  Ritchie’s  report. 

President  Moran  thanked  everyone  for  their  time  and  comments  and  noted 

the  productivity  of  the  discussions  that  have  taken  place.  He  provided 

comments  on  challenges  and  the  need  to  address  underlying  issues. 
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DGM  Carlin  and  AG M  Ritchie  responded  to  Commissioner  Vietor  regarding 
the  process  and  timeline. 

The  Commission  Secretary  read  the  Consent  Calendar. 

1 2 .  Consent  Calendar 

a)  Award  Job  Order  Contract  No.  JQC-67.  Micro-LBE,  Landscape  (C-27 

License)  for  a  not-to-exceed  amount  of  $1 ,000,000  to  the  lowest, 

qualified,  responsible,  and  responsive  bidder,  San  Francisco 

Conservation  Corps,  to  maintain,  repair  and/or  install  landscape 

systems  and  facilities  in  the  Peninsula  and  Alameda  Watersheds,  as 

well  as  other  Citv-owned  property.  (Resolution  17-0030) 

b)  Approve  an  increase  to  the  existing  construction  contract  duration 

contingency  of  620  consecutive  calendar  days  for  Contract  No.  WD- 

2581,  New  Irvington  Tunnel  (NIT):  and  authorize  the  General  Manager 

to  approve  future  contract  modifications  for  a  total  revised  contract 

duration  up  to  2,593  consecutive  calendar  days.  The  potential  increase 

in  the  construction  contract  duration  is  due  to  time  spent  and  additional 

time  needed  to  settle  outstanding  contractor  claims  before  a  dispute 

resolution  board,  negotiate  final  settlements  of  the  disputed  claims  after 

receiving  recommendations  from  the  dispute  board,  and  close  out  the 

contract.  (Resolution  17-0031) 

c)  Accept  work  performed  by  G4S  Secure  Integration  LLC,  for  Contract 

No.  WD-2653,  As-Needed  Integration  Services  San  Francisco  Region; 

Approve  Modification  No.  4  (Final),  decreasing  the  contract  by 

$343,447,  for  a  total  contract  amount  of  $1 ,229,653,  and  a  total 

contract  duration  of  1,827  consecutive  calendar  days;  and  authorize 

final  payment  to  the  contractor.  (  ) 

d)  Accept  work  performed  bv  J.  Flores  Construction.  Inc,  for  Contract  No. 

VWV-604.  As-Needed  Spot  Sewer  Replacement,  for  a  total  contract 

amount  of  $7,192,640,  and  with  a  total  contract  duration  of  434 

consecutive  calendar  days:  and  authorize  final  payment  to  the 

contractor.  (Resolution-! 7-0033) 

e)  Approve  an  increase  in  the  construction  contract  duration  contingency 

of  up  to  60  consecutive  calendar  days  for  Contract  No.  WW-605R, 

Mission  and  Valencia  Streets  Green  Gateway,  with  Anvil  Builders,  Inc., 

to  allow  for  paving  that  required  de-energization  of  San  Francisco 

Municipal  Transportation  Agency  overhead  electrical  lines;  and 

authorize  the  General  Manager  to  approve  future  modifications  to  the 

contract  duration  for  a  total  revised  contract  duration  of  up  to  420 

consecutive  calendar  days.  (Resolution  17-0034) 

f)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW- 

61  OR.  Visitacion  Valiev  Green  Nodes.  Rutland  Street  Sewer,  and 

Sunnvdale  Pavement  Improvements,  in  the  amount  of  $3,483,944  to 
^^^thelowest^ualified^^sgonsibl^n^resgonsiv^jdder^Minerva^^^^ 
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Construction,  Inc.,  to  build  green  infrastructure,  replace  water  and 

sewer  pipelines,  and  repave  one  block  of  Rutland  St.  and  one  block  of 

Sunnvdale  Ave.  (  ) 

g)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW- 

633,  Various  Locations  Sewer  Replacement  No.  2,  in  the  amount  of 

$6,704,098,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 

Shaw  Pipeline,  Inc,  to  replace  the  existing  sewers  and  street  pavement 

on  the  subject  streets  in  the  City  of  San  Francisco.  This  proposed 

action  constitutes  the  Approval  Action  for  the  project  for  purposes  of 

the  California  Environmental  Quality  Act,  pursuant  to  Section  31.04(h) 

of  the  San  Francisco  Administrative  Code.  (  ) 

h)  Approve  the  plans  and  specifications  and  award  Contract  No.  WW-653. 

Marin  Street  Sewer  Replacement,  in  the  amount  of  $4.860,250,  to  the 

lowest,  qualified,  responsible  and  responsive  bidder.  Ranger  Pipeline. 

Inc.,  to  replace  the  24-inch  diameter  sewer  with  a  30-inch  diameter 

sewer  to  accommodate  projected  increased  dry-weather  flows  from 

tributary  areas.  ( Resolution  17-0037) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

President  Moran  called  Closed  Session  out  of  order.  The  Commission 
entered  Closed  Session  at  4:00  PM. 

20.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 

21.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the 

matters  listed  below  as  Conference  with  Legal  Counsel. 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)  (2) 

Anticipated  Litigation  as  Plaintiff 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 
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24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed.  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10  (d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed.  December  23,  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 
67.10  (d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and 

the  City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10 

(a) 

The  Commission  exited  Closed  Session  at  4:36  PM. 

29.  Announcement  following  Closed  Session. 

President  Moran  stated  that  no  action  was  taken  during  Closed  Session. 
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30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed 

Session. 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

The  Commission  Secretary  read  items  13  and  14  together. 

13.  Public  Hearing:  Discussion  and  possible  action  to  adopt  the  SFPUC  10- 

Year  Capital  Plan  for  FY  2017-18  to  FY  2026-27.  (  ) 

14.  Public  Hearing:  Discussion  and  possible  action  to  adopt  the  SFPUC  10- 

Year  Financial  Plan  for  FY  2017-18  through  FY  2026-27.  ( 

0039) 

CFO  Sandler  presented  the  items.  He  noted  updates  to  the  10-year  Capital 
and  Financial  Plans,  with  shifts  in  the  planning  horizon;  modest  updates; 
adjustments  to  sales  volumes;  and  updated  expenditures,  and 
assumptions.  He  noted  the  plans  don’t  reflect  information  related  to 
CleanPowerSF.  He  stated  the  Financial  Plan  results  show  a  modest 
improvement  over  last  year. 

DGM  Carlin  and  AG M  Sandler  responded  to  a  question  from 
Commissioner  Vietor  regarding  timing  of  Capital  Plan  approvals. 

AGM  Sandler  responded  to  a  question  from  Commissioner  Vietor  regarding 
CleanPowerSF  capital  investments  that  may  come  out  of  the  Growth  Plan, 
and  about  their  inclusion  in  the  Capital  Plan.  Brief  discussion  ensued. 

AGM  Sandler  responded  to  a  question  from  Commissioner  Vietor  regarding 
the  inclusion  of  SSIP  Green  Infrastructure’s  in  the  10-year  Capital  Plan. 

She  requested  that  it  be  reviewed  as  part  of  the  scheduled  Green 
Infrastructure  presentation. 

On  Motion  to  approve  item  13  and  14: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

Public  Comments 

•  Mr.  Jed  Holtzman,  350  SF,  thanked  the  Commissioners  and  for  the 
recognition  event.  He  spoke  the  Capital  Plan  and  stated  CleanPowerSF 
should  be  included.  Mr.  Holtzman  provided  a  news  article  for  the  record. 

Commissioner  Courtney  expressed  interested  in  determining  the 
relationships  and  impacts  of  CleanPowerSF  and  the  Capital  Plan. 

President  Moran  clarified  that  there  are  separate  10-year  Financial  and 
Capital  Plans  for  each  enterprise  and  that  CCA  will  be  a  fourth  enterprise. 
City  Attorney  Ambrose  responded  to  a  question  from  President  Moran  as  to 
compliance  with  the  Charter  requirements. 
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•  Mr.  Jason  Fried,  LAFCo,  discussed  the  Charter  requirement.  He 
discussed  CleanPowerSF  build-out  and  relationship  with  Hetch  Hetchy 
Water  and  Power. 

AGM  Sandler  responded  to  a  question  from  Commissioner  Caen  regarding 
Water  and  Wastewater  Enterprise  projections. 

At  the  request  of  the  President,  the  Commission  Secretary  called  items  16 
through  19  out  of  order. 

16.  Approve  the  Water  Supply  Assessment  for  the  proposed  10  South  Van 

Ness  Project,  pursuant  to  the  State  of  California  Water  Code  Section 

10910  et  sea;  California  Environmental  Quality  Act  (CEQA)  Section 

21151.9;  and  CEQA  Guidelines  Section  15155.  (Resolutio  "  ) 

AGM  Ritchie  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  16: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

17.  Approve  Amendment  No.  8  to  Agreement  No.  CS-820,  New  Irvington 
Tunnel  Project,  Engineering  Services,  with  URS  Corporation,  to  continue 

as  design  enqineer-of-record  for  the  construction  of  the  tunnel;  and 

authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 

agreement  duration  by  1 1  months,  with  no  change  to  the  contract  amount. 

(Resolution  17-0041) 

On  Motion  to  approve  item  17: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

18.  Approve  Amendment  No.  5  to  Agreement  No.  CS-918.  Construction 
Management  Services  -  New  Irvington  Tunnel  (NIT)  Project,  with  Hatch 

Mott  MacDonald,  to  provide  ongoing  construction  management  for  the 

construction  of  the  NIT;  and  authorize  the  General  Manager  to  execute  this 

amendment  increasing  the  agreement  by  $350,000,  subject  to  Board  of 

Supervisors’  approval  under  Charter  Section  9.118,  for  a  total  not-to- 

exceed  agreement  amount  of  $21 , 1 00,000,  and  with  a  time  extension  of 

one  year,  for  a  total  agreement  duration  of  eight  years  nine  months. 

(Resolution  17-0042) 

On  Motion  to  approve  item  1 8: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 
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19. 


Adopt  the  Final  Mitigated  Negative  Declaration,  Mitigation  Monitoring  and 

Reporting  Program,  and  the  Findings  as  required  by  the  California 
Environmental  Quality  Act  for  the  Southeast  Water  Pollution  Control  Plant 

(SEP)  New  Headworks  Facility  Project;  Approve  Project  No. 

CWWSIPSE02.  SEP  New  Headworks  Facility,  to  replace  and  consolidate 

the  two  existing  Headworks  facilities  at  SEP;  and  authorize  the  General 

Manager  to  proceed  to  implement  the  Project  and  proceed  with  the 

Construction  Phase  pursuant  to  the  Construction  Manaqer/General 

Contractor  Contract  No.  WW-628,  SEP  New  Headworks  Facility,  as 

modified  by  Modification  No.  1.  (  ) 

AGM  Kathy  How  introduced  the  item  and  discussed  the  approval  actions. 

On  Motion  to  approve  item  19: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

The  Commission  Secretary  read  item  1 5  out  of  order. 

15.  Adopt  revisions  to  the  Fund  Balance  Reserve  Policy  of  the  SFPUC. 

(Resolution  17-0044) 

CFO  Sandler  presented  revisions  to  the  Fund  Balance  Reserve  Policy.  He 
presented:  (1)  Financial  policy  review  timeline;  (2)  Reserve  Policy 
objectives;  (3)  Existing  Fund  Balance  Reserve  Policy;  and  (4) 
Recommended  changes. 

AGM  Sandler  responded  to  a  question  from  Commissioner  Caen  regarding 
Seattle’s  operating  reserve  target  minimum.  He  responded  to  a  follow-up 
question  from  President  Moran.  Brief  discussion  ensued. 

On  Motion  to  approve  item  15: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

30.  Other  New  Business. 

Commissioner  Courtney  discussed  the  Recognition  Event  (Golden  Pride) 
and  thanked  staff  for  their  work.  He  requested  that  staff  consider  expanding 
the  invitation  list,  and  that  the  Commissioners  are  allowed  to  play  a  role. 

President  Moran  noted  the  objective  selection  process  and  thanked  staff 
for  their  work. 

31.  Adjournment. 

President  Moran  adjourned  the  meeting  at  5:14  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0030 


WHEREAS,  Job  Order  Contract  No.  JOC-67,  Micro-LBE,  Landscape  (C-27  License) 
was  advertised  on  July  8,  2016;  and 

WHEREAS,  The  not-to-exceed  amount  is  $1,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  Landscape  work  for  all  San 
Francisco  Public  Utilities  Commission  (SFPUC)  enterprise  operations,  and  bureaus;  and 

WHEREAS,  The  contract  duration  is  two  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  Job  Order  Contract  No.  JOC-67 
(JOC)  for  work  to  be  performed  under  future  task  orders  which  will  identify  the  scope  of  work, 
cost,  and  duration  of  various  discrete  construction  activities;  and 

WHEREAS,  No  task  order  involving  ground  disturbing  activities  will  be  issued  under 
this  contract  until  it  is  determined  whether  environmental  review  under  CEQA  is  required,  and  if 
so,  the  appropriate  document  is  prepared  and  approved;  and 

WHEREAS,  The  work  under  this  JOC  has  been  competitively  put  out  to  bid  per  unit 
price  and  the  basis  of  selecting  a  contractor  is  the  lowest  responsible,  responsive  bidder  for  the 
work  under  these  subsequent  task  orders;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  September  29,  2016; 
and 


WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  reviewed  the  bids 
for  qualifications,  responsibility,  and  responsiveness,  and  this  review  resulted  in  the  selection  of 
San  Francisco  Conservation  Corps  as  the  lowest,  qualified,  responsible,  and  responsive  bidder; 
and 

WHEREAS,  The  Award  Criteria  Figure  from  San  Francisco  Conservation  Corps  was 
1.1992;  and 

WHEREAS,  CMD  subcontracting  participation  requirement  and  bid  discount  do  not 
apply  to  Micro-LBE  Set  Aside  Contracts;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  task 
orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  awards  Job  Order  Contract  No.  JOC-67, 
Micro-LBE,  Landscape  (C-27  License)  for  a  not-to-exceed  amount  of  $1,000,000  with  a 
minimum  guaranteed  amount  of  $50,000  to  the  lowest,  qualified,  responsible,  and  responsive 
bidder,  San  Francisco  Conservation  Corps. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0031 


WHEREAS,  On  June  8,  2010,  per  Resolution  No.  10-0095,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded  Contract 
No.  WD-2581,  New  Irvington  Tunnel  (Project),  to  Southland/Tutor  Perini  Joint  Venture;  and 

WHEREAS,  The  contract  Notice-to-Proceed  date  was  set  for  August  26,  2010;  and 

WHEREAS,  The  original  contract  amount  was  for  $226,657,700  and  the  original  contract 
duration  was  1 ,390  consecutive  calendar  days;  and 

WHEREAS,  On  December  13,  2011,  per  Resolution  No.  11-0192,  this  Commission 
authorized  the  General  Manager  to  consider,  and  if  appropriate,  to  approve  modifications  with 
cumulative  time  extensions  greater  than  10  percent  of  the  original  contract  duration  but  not 
exceeding  261  additional  consecutive  calendar  days,  for  additional  anticipated  differing  site 
conditions  (harder  rock  than  disclosed  in  contract  documents  and  continued  operations  under 
gassy  tunnel  conditions)  and  contract  extensions  for  tunnel  excavation  delays  due  to  drilling  and 
grouting  for  groundwater  control,  increasing  the  contract  duration  to  1,790  consecutive  calendar 
days;  and 

WHEREAS,  On  June  12,  2012,  per  Resolution  No.  12-0099,  the  Commission  approved 
an  extension  of  the  Project  schedule  by  447  calendar  days,  revising  the  Project  completion  date 
from  October  31,  2014  to  January  21,  2016  to  address  unforeseen  site  conditions  and  the  tunnel’s 
reclassification  from  “potentially  gassy”  to  “fully  gassy”  by  the  California  Occupations  Safety 
and  Health  Administration;  and 

WHEREAS,  On  April  23,  2013  pursuant  to  Resolution  13-0060,  this  Commission 
endorsed  the  Project-level  scope  and  approved  the  schedule  and  budget  of  the  March  2013 
Revised  WSIP  which  was  documented  in  the  Notice  of  Public  Hearing  dated  March  22,  2013, 
which  added  funding,  but  no  extension  of  time,  to  the  Project  construction  budget;  and 

WHEREAS,  On  August  13,  2013,  pursuant  to  Resolution  13-0128,  this  Commission 
approved  a  time  extension  of  53  consecutive  calendar  days  for  completion  of  Project 
construction  ,  for  a  total  potential  extension  in  the  contract  duration  of  up  to  453  consecutive 
calendar  days  and  a  new  proposed  contract  duration  of  1,843  consecutive  calendar  days;  and 

WHEREAS,  On  May  26,  2015,  pursuant  to  Resolution  15-0124,  this  Commission 
approved  an  increase  in  the  existing  contract  duration  contingency  of  up  to  69  consecutive 
calendar  days  for  completion  of  Project  construction  ,  for  a  total  potential  extension  in  the 
contract  duration  of  up  to  522  consecutive  calendar  days  and  a  new  proposed  contract  duration  of 
1,912  consecutive  calendar  days;  and 

WHEREAS,  On  December  8,  2015,  pursuant  to  Resolution  15-0251,  this  Commission 
approved  an  increase  in  the  existing  contract  duration  contingency  of  up  to  61  consecutive 
calendar  days  for  completion  of  Project  construction  ,  for  a  total  potential  extension  in  the 
contract  duration  of  up  to  583  consecutive  calendar  days  and  a  new  proposed  contract  duration  of 
1,973  consecutive  calendar  days;  and 


WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  duration  in  excess  of  10%  of  the  original  contract  amount  be  approved  by 
the  Commission;  and 

WHEREAS,  The  Project  has  encountered  circumstances  in  the  field  that  were  not 
anticipated  during  the  planning  and  design  of  the  Project  that  have  now  evolved  into  two 
construction  claims:  (1)  compensation  for  delays  associated  with  claimed  differing  site 
conditions  associated  with  harder  rock  encountered  in  the  excavation  than  documented  in  the 
contract;  and  (2)  merit  and  compensation  for  repairs  and  testing  of  the  grout  backfill  installed 
following  the  tunnel  lining  buckle  failures  that  occurred  in  Fall/Winter  2015;  and 

WHEREAS,  An  increase  in  the  Project  contract  duration  contingency  of  620  consecutive 
calendar  days  is  requested,  subject  to  the  General  Manager’s  subsequent  authorization  of 
modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division,  known  at  the  time  as  the  Human  Rights 
Commission  (HRC),  established  a  4%  Local  Business  Enterprise  (LBE)  subcontracting  goal  for 
this  construction  contract  and  it  was  determined  at  the  time  of  bid  that  the  3.9%  LBE 
participation  submitted  by  the  contractor  was  acceptable  pursuant  to  the  HRC  Director’s 
authority  under  Section  14B.8(C)  of  the  Administrative  Code;  and 

WHEREAS,  Funds  are  currently  available  in  Project  No.  CUW35901  -  New  Irvington 
Tunnel  and  the  WSIP  Director’s  Reserve  to  fund  this  request. 

WHEREAS,  No  new  funding  is  being  requested  at  this  time  and  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  of  up  to  620  consecutive  calendar  days  for  Water  Enterprise,  WSIP-funded 
Construction  Contract  WD-2581  -  New  Irvington  Tunnel,  for  a  total  duration  contingency  of  up 
to  2,593  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
original  Project  construction  contract  duration  for  a  total  revised  contract  duration  of  up  to  2,593 
consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0032 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)  funded  Contract  No.  WD-2653,  As-Needed  Integration  Services- 
San  Francisco  Region,  by  the  contractor,  G4S  Secure  Integration  LLC;  and 

WHEREAS,  On  March  22,  2011,  by  Resolution  No.  11-0041,  this  Commission  awarded 
Contract  No.  WD-2653,  As-Needed  Integration  Services  (Lenel  Var  Required)  -  San  Francisco 
Region,  in  the  amount  of  $1,431,264,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
G4S  Secure  Integration  LLC;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  June  15,  201 1, 
with  an  original  schedule  of  1,827  consecutive  calendar  days  and  the  contract  work  was 
completed  in  1827  consecutive  calendar  days  on  June  14,  2016;  and 

WHEREAS,  Contract  Modifications  No.  1  -  3  were  issued  between  January  30,  2012  and 
December  13,  2013  in  the  amount  of  $141,835  for  miscellaneous  changes  due  to  differing  site 
conditions,  professional  engingineering  services,  and  adjustments  for  updated  equipment  model 
numbers  as  older  equipment  model  numbers  were  retired,  increasing  the  contract  amount  to 
$1,573,099.28;  with  no  time  extensions;  and 

WHEREAS,  Contract  Modification  No.  4  (Final)  is  being  requested  in  the  amount  of 
($343,446.69)  to  reflect  actual  contract  costs,  decreasing  the  total  contract  amount  to 
$1,229,652.59,  and  a  total  contract  duration  of  1827  consecutive  calendar  days  to  reflect  the 
actual  contract  time;  and 

WHEREAS,  The  Chapter  14B  Local  Business  Enterprise  (LBE)  subcontracting  goal  was 
waived  for  this  project;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW36302,  System  Security 
Upgrades;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterprise,  WSIP  funded  Contract  No.  WD-2653,  As-Needed  Integration  Services  (Lenel  Var 
Required)  -  San  Francisco  Region,  approves  Modification  No.  4  (Final),  decreasing  the  contract 
by  $343,446.69,  for  a  total  contract  amount  of  $1,229,653,  and  a  total  contract  duration  of  1,827 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor,  G4S  Secure 
Integration  LLC. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0033 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program  funded  Contract  No.  WW-604,  As-Needed  Spot 
Sewer  Replacement,  by  the  contractor,  J.  Flores  Construction,  Inc.;  and 

WHEREAS,  On  June  9,  2015,  by  Resolution  No.  15-0128,  this  Commission  awarded 
Contract  No.  WW-604,  As-Needed  Spot  Sewer  Replacement,  in  the  amount  of  $7,192,640,  to 
the  lowest,  qualified  responsible  and  responsive  bidder,  J.  Flores  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  August  10, 
2015,  with  an  original  schedule  of  395  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  434  consecutive  calendar  days  on  October  16,  2016;  and 

WHEREAS,  Modification  No.  1  was  issued  for  a  time  extension  of  39  consecutive 
calendar  days  to  complete  all  contract  work,  increasing  the  contract  duration  to  434  consecutive 
calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  has 
made  a  good  faith  effort  to  comply  with  the  established  Local  Business  Enterprise  (LBE) 
subcontracting  goal  of  8%  by  achieving  a  final  LBE  participation  of  7.1%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCSC4,  As-Needed  Spot 
Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  R&R 
Program  funded  Contract  No.  WW-604,  As-Needed  Spot  Sewer  Replacement,  for  a  total 
contract  amount  of  $7,192,640  with  a  total  contract  duration  of  434  consecutive  calendar  days; 
and  authorizes  final  payment  to  the  contractor,  J.  Flores  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 


Secretary,  Public  Utilities  Commission 


t/UL 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0034 


WHEREAS,  On  November  10,  2015,  per  Resolution  No.  15-0236,  this  Commission 
approved  the  award  of  Sewer  System  Improvement  Program  (SSDP)  funded  Contract  No.  WW- 
605R,  Mission  and  Valencia  Streets  Green  Gateway,  to  Anvil  Builders,  Inc.;  and 

WHEREAS,  On  December  13,  2016,  per  Resolution  No.  16-0248,  this  Commission 
approved  an  increase  to  the  existing  contract  cost  contingency  in  the  amount  of  $262,781  for  the 
Sewer  System  Improvement  Program  funded  Contract  No.  WW-605R,  Mission  and  Valencia 
Streets  Green  Gateway,  for  a  total  contract  amount  of  $3,503,914;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  4 
2016; and 

WHEREAS,  The  original  contract  amount  was  for  $2,949,013  with  a  contract  duration  of 
360  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  in  the  amount  of  $176,771  to  add  San 
Francisco  Municipal  Transportation  Agency  (SFMTA)  raised  Cycle  Track,  pay  for  differing  site 
conditions  and  design  omissions,  increasing  the  contract  amount  to  $3,125,784;  and 

WHEREAS,  Modification  No.  2  was  issued  in  the  amount  of  $88,349  to  pay  for  differing 
site  conditions  and  design  omissions,  increasing  the  contract  amount  to  $3,214,134;  and 

WHEREAS,  Modification  No.  3  was  issued  in  the  amount  of  $17,000  to  pay  for  differing 
site  conditions  and  design  omissions,  increasing  the  contract  amount  to  $3,231,134;  and 

WHEREAS,  Modification  No.  4  was  issued  in  the  amount  of  $262,781  to  pay  for 
differing  site  conditions,  owner  directed  changes,  and  design  error  and  omissions,  increasing  the 
contract  amount  to  $3,503,914;  and 

WHEREAS,  An  additional  increase  to  the  time  duration  of  60  consecutive  calendar  days 
is  being  requested  for  coordination  with  SFMTA  to  de-energize  overhead  electrical  lines,  subject 
to  the  General  Manager’s  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goals  of  1 1%  for  this  contract,  and  the  contractor  has  committed  to  a  LBE 
participation  of  1 1.24%;  and 

WHEREAS,  Funds  are  available  from  (i)  SFPUC-SSIP,  Project  No.  CWWSIPFCDB09; 
(ii)  SFPUC-SFWD,  Project  No.  WTRX5 W AAACP;  (iii)  SFPW-Paving,  Project  No.  2464J;  and 
(iv)  SFMTA-Livable  Streets,  Project  No.  CPKH71-D1 12LS;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  consider 
and,  if  appropriate,  to  approve  any  future  modifications  to  the  original  contract  duration  for  up  to 
60  consecutive  calendar  days  for  a  total  revised  contract  duration  contingency  of  up  to  420 
consecutive  calendar  days  for  SSIP  funded  Contract  No.  WW-605R,  Mission  and  Valencia 
Streets  Green  Gateway,  with  Anvil  Builders,  Inc.  and  a  total  contract  amount  of  $3,503,914. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0035 


WHEREAS,  Wastewater  Enterprise,  Sewer  System  Improvement  Program  (SSIP)  funded 
Contract  No.  610R,  Visitacion  Valley  Green  Nodes,  Rutland  Street  Sewer,  and  Sunnydale 
Pavement  Improvements  was  advertised  on  November  17,  2016;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $1,518,174  for  this  construction  contract  work  to 
build  green  infrastructure,  and  perform  necessary  upgrades  across  one  block  of  Sunnydale 
Avenue  and  Leland  Avenue  Rain  Garden  on  McLaren  Park;  and 

WHEREAS,  The  contract  duration  is  368  consecutive  calendar  days;  and 

WHEREAS,  On  August  28,  2014  the  Planning  Department  determined  that  this  project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  under 
Section  15301,  (Existing  Facilities),  Class  1,  The  Sunnydale  Avenue  and  Rutland  Street  Sewer 
Improvements  were  included  in  the  Sunnydale  Sewer  Improvement  Project  Mitigated  Negative 
Declaration  Addendum,  approved  by  the  Planning  Department  on  April  25,  2013  ;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  January  19,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Minerva  Construction,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20.00%  for  this  contract,  and  the  contractor  committed  to  an  LBE  participation  of 
26.84%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  the  following  four  sources:  (1)  Project  No. 
CWWSIPFCDB04,  SFPUC-SSIP  Green  Infrastructure,  (2)  Project  No.  CWWSIPCSSR12, 
SFPUC-SSIP  Sewer,  (3)  Project  No.  2490J,  San  Francisco  Public  Works  Paving,  and  (4)  Project 
No.  2446J,  San  Francisco  Recreation  and  Park  Department;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  SSIP  funded  Contract  No.  WW-610R,  Visitacion  Valley  Green 
Nodes,  Rutland  Street  Sewer,  and  Sunnydale  Pavement  Improvements,  in  the  amount  of 
$3,483,944,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Minerva  Construction, 
Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0036 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program 
and  Public  Works  (PW)  Pavement  Renovation  and  Curb  Ramp  Programs  funded  Contract  No. 
WW-633,  Various  Locations  Sewer  Replacement  No.  2  was  advertised  on  December  12,  2016; 
and 

WHEREAS,  The  Engineer’s  Estimate  is  $7,352,675  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  on  the  subject  streets  in  the  City  of  San 
Francisco;  and 

WHEREAS,  The  contract  duration  is  460  consecutive  calendar  days;  and 

WHEREAS,  On  December  12,  2016  the  Planning  Department  determined  that  the  project 
is  categorically  exempt  under  the  California  Environmental  Quality  Act  Guidelines  Section 
15302,  Class  2  (Replacement  or  Reconstruction) ;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  January  12,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  Contract 
Monitoring  Division  (CMD)  staff  reviewed  the  bids  for  qualifications,  responsibility, 
responsiveness  and  application  of  bid  preferences,  and  this  review  resulted  in  the  establishment 
of  Shaw  Pipeline,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  20%  and  the  contractor  committed  to  a  LBE  participation  of  20.45% 
with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  WWE  R&R  Project  No.  CWWRNRCSG4, 
Various  Locations  Sewer  Replacement  No.  2,  PW  Project  Nos.  CPWCRM,  Various  Locations 
Curb  Ramp  and  CPWHUT,  Various  Locations  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program  and  Public  Works  (PW)  Pavement  Renovation  and  Curb  Ramp 
Programs  funded  Contract  No.  WW-633,  Various  Locations  Sewer  Replacement  No.  2,  in  the 
amount  of  $6,704,098,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 
Pipeline,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  Febru 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0037 


WHEREAS,  This  Commission  approved  Project  Number  CWWSIPCSPS05  (WW-653), 
Marin  Street  Sewer  Replacement  on  October  1 1,  2016  in  Resolution  No.  16-0216;  and 

WHEREAS,  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSIP)  funded  Contract  No.  WW-653,  Marin  Street  Sewer  Replacement  was  advertised  on 
December  7,  2016;  and 

WHEREAS,  The  baseline  budget  amount  is  $2,852,000,  and  the  Engineer’s  Estimate  is 
$3,700,000  for  this  construction  contract  work  to  replace  a  24-inch  diameter  sewer  located 
between  the  intersection  of  3rd  Street  and  Marin  Street  and  the  Marin  Street  Outfall  Structure  with 
a  30-inch  diameter  sewer  to  accommodate  projected  dry-weather  flows;  and 

WHEREAS,  The  contract  duration  is  310  consecutive  calendar  days;  and 

WHEREAS,  On  September  12,  2016,  the  Planning  Department  concurred  with  the 
determination  of  the  Bureau  of  Environmental  Management  that  this  project  is  categorically 
exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  the  general  rule  that 
CEQA  applies  only  to  projects  that  have  a  potential  for  causing  a  significant  effect  on  the 
environment  (CEQA  Guidelines  Section  15061(b)  (3).;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  January  19,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  reviewed  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences,  and  this  review  resulted  in  the  selection  of  Ranger  Pipeline, 
Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
22.60%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPCSPS05,  Marin  Street  Sewer 
Replacement  and  CWWSIPCS00,  Collection  System  Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  SSIP  funded  Contract  No.  WW-653,  Marin  Street  Sewer  Replacement,  in  the 
amount  of  $4,762,200,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Ranger 
Pipeline,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 

' _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  17-0038 


WHEREAS,  SF  Charter  Section  8B.123  requires  that  the  SFPUC  shall  annually  hold 
public  hearings  to  review,  update  and  adopt  a  long-term  Capital  Plan  including  cost  estimates 
and  schedules;  and 

WHEREAS,  In  2012,  Administrative  Code  Section.  3.20.  Capital  Expenditure  Plan, 
was  amended  such  that  by  March  1  of  each  odd-numbered  year,  beginning  with  March  1,  2013, 
the  City  Administrator  also  shall  submit  to  the  Mayor  and  Board  of  Supervisors  a  ten-year 
capital  expenditure  plan,  and 

WHEREAS,  The  Commission  approved  10-Year  Capital  Plan  for  FY  2017-18  to  FY 
2026-27  will  be  submitted  to  the  City  Administration  City’s  now,  therefore,  be  it 

RESOLVED,  The  FY  2017-18  to  FY  2026-27  Ten- Year  Capital  Plan  is  hereby 
adopted. 


10-Year  Capital  Plan 

Wastewater  Enterprise 
Water  Enterprise 
Hetch  Hetchy  Water 
Hetch  Hetchy  Power 

Total  SFPUC 


FY  2018-27 


$5,617,676,000 

$1,316,893,000 

$906,221,997 

$106,470,000 


$7,947,260,997 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  17-0039 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  10-Year  Financial  Plan  for  the  period  FY  2017-18 
through  FY  2026-27  to  the  Commission  at  a  public  hearing  held  on  February  28,  2017,  for  the 
Water  Enterprise,  Wastewater  Enterprise  and  Hetch  Hetchy  Water  and  Power  including  the 
Power  Enterprise,  as  well  as  the  SFPUC  Support  Bureaus;  and  • 

WHEREAS,  It  is  recommended  that  governmental  entities  maintain  a  multi-year 
financial  plan  to  forecast  future  fiscal  operations  and  revenue  requirements  for  their  customers 
and  stakeholders;  and 

WHEREAS,  It  is  further  recommended  that  future  year  revenue  requirement  impacts  be 
considered  when  making  budgetary  decisions;  and 

WHEREAS,  The  10-Year  Financial  Plan  is  mandated  by  City  Charter  Section  8B.123 
and  is  updated  annually  as  a  part  of  the  budget  process;  and 

WHEREAS,  The  10-Year  Financial  Plan  will  also  be  used  to  meet  the  City  requirement 
for  a  5-Year  Financial  Plan;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  adopts  the  attached  SFPUC  10-Year  Financial  Plan 
for  FY  2017-18  through  FY  2026-27. 


I  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 
February  28,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0040 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required 
to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the  10  South  Van  Ness  Project’s 
cumulative  water  demands;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  the  CEQA  environmental 
review  process;  and 

WHEREAS,  As  an  informational  document,  approval  of  the  WSA  is  not  a  project  under 
CEQA  and  is  not  an  approval  of  the  10  South  Van  Ness  Project;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS,  The  SFPUC  staff  prepared  a  WSA  for  the  10  South  Van  Ness  Project,  which 
concluded  that  the  SFPUC  has  adequate  water  supplies  to  meet  the  Project’s  water  demands 
through  2040;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Water  Supply  Assessment  for  the  10  South 
Van  Ness  Project,  pursuant  to  the  State  of  California  Water  Code  10910(g). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0041 


WHEREAS,  On  May  9,  2006,  per  Resolution  No.  06-0081,  this  Commission  awarded 
Agreement  No.  CS-820,  New  Irvington  Tunnel  Project,  Engineering  Services  (Agreement),  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
execute  a  professional  services  agreement  with  URS  Corporation  in  the  amount  of  $8,600,000 
and  with  a  term  of  seven  years,  concluding  on  concluding  on  June  27,  2013;  and 

WHEREAS,  Amendment  No.  1  was  issued  on  August  21,  2008  for  $1,398,561, 
increasing  the  total  not-to-exceed  Agreement  amount  to  $9,998,561,  with  no  change  to  the 
contract  duration,  in  order  to  provide  continued  engineering  services  for  the  final  design;  and 

WHEREAS,  Amendment  No.  2  was  issued  on  September  22,  2009  for  $3,900,000, 
increasing  the  not-to-exceed  Agreement  amount  to  $13,898,561,  and  extending  the  Agreement 
term  by  one  year,  to  June  2014,  for  a  total  Agreement  duration  of  eight  years,  in  order  to  provide 
continued  engineering  design  services  needed  during  pre-construction,  including  engineering 
support  services  for  the  environmental  review  and  permitting  process,  and  to  provide  engineering 
support  during  construction,  start-up,  commissioning,  and  closeout  of  the  project,  as  approved  by 
the  Board  of  Supervisors  by  Resolution  No.  370-09;  and 

WHEREAS,  Amendment  No.  3  was  issued  on  December  15,  2011  for  $475,000, 
increasing  the  not-to-exceed  Agreement  amount  to  $14,373,561,  and  extending  the  Agreement 
term  by  one  year,  to  June  2015,  for  a  total  Agreement  duration  of  nine  years,  in  order  to  provide 
on-going  engineering  support  during  construction  and  address  the  unanticipated  increase  in 
design  consultant  reviews  of  submittals  and  engineering  substitutions/re-designs  submitted  by 
the  construction  contractor;  and 

WHEREAS,  Amendment  No.  4  was  issued  on  December  15,  2014  for  $500,000, 
increasing  to  not-to-exceed  Agreement  amount  to  $14,873,561,  and  extending  the  Agreement 
term  by  one  year,  to  June  2016,  for  a  total  Agreement  duration  of  10  years,  in  order  to  provide 
additional  design  engineer-of-record  support  during  final  construction,  and  closeout  of  the  NIT 
project,  and  additional  engineering  support  services  for  the  inspection  of  the  existing  Irvington 
Tunnel,  as  approved  by  the  Board  of  Supervisors  by  Resolution  No.  435-14;  and 

WHEREAS,  Amendment  No.  5  was  issued  on  May  6,  2015  for  $1,000,000,  increasing 
the  not-to-exceed  Agreement  amount  to  $15,873,561,  with  no  change  to  the  contract  duration,  in 
order  to  provide  engineering  review  of  repairs  of  two  sections  of  the  steel  pipe  lining  that 
buckled  unexpectedly  and  remedial  grouting  measures  along  the  entire  NIT  alignment  to  ensure 
the  structural  integrity  and  safety  of  the  finished  tunnel,  as  approved  by  the  Board  of  Supervisors 
by  Resolution  No.  147-15;  and 

WHEREAS,  Amendment  No.  6  was  issued  on  April  13,  2016  to  extend  the  Agreement 
duration  by  six  months,  to  December  2016,  with  no  change  in  Agreement  amount,  in  order  to 
provide  additional  time,  as  needed,  for  claims  evaluation  services  related  to  potential  Contractor 
claims  for  loss  of  productivity  impacts  associated  with  harder  rock  encountered  in  the  excavation 
than  documented  in  the  contract,  and  for  repairs  of  two  buckled  sections  of  steel  pipe  lining  and 
remedial  grouting  measures  along  the  entire  NIT  alignment;  and 


WHEREAS,  Amendment  No.  7  was  issued  on  November  14,  2016  to  extend  the 
Agreement  duration  by  four  months  to  April  2017,  with  no  change  in  Agreement  amount,  in 
order  to  provide  additional  time,  as  needed,  for  engineering  support  for  settlement  of  potential 
contractor  claims  before  a  dispute  resolution  board;  and 

WHEREAS,  Amendment  No.  8  is  being  requested  to  extend  the  Agreement  duration  by 
eleven  months  to  March  2018,  with  no  change  in  Agreement  amount,  in  order  to  provide 
additional  time,  as  needed,  to  provide  engineering  support  during  the  dispute  resolution  board 
hearing  process,  and  assist  with  negotiated  settlements  of  the  disputed  claims  after  receiving 
recommendations  from  the  dispute  board;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subconsulting  goal  of  6%  Local 
Business  Enterprise  (LBE)  participation  of  the  total  value  of  services  to  be  provided  has  been 
established  for  this  Agreement;  and 

WHEREAS,  Funds  for  the  Agreement  are  available  from  Project  No.  CUW35901  -  New 
Irvington  Tunnel;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  8  to  Agreement 
No.  CS-820,  New  Irvington  Tunnel  Project,  Engineering  Services,  with  URS  Corporation,  and 
authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment,  increasing  the 
agreement  duration  by  1 1  months,  for  a  total  agreement  duration  of  1 1  years,  nine  months,  and 
with  no  change  in  Agreement  amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0042 


WHEREAS,  On  June  23,  2009,  this  Commission  awarded  Agreement  No.  CS-918, 
Construction  Management  Services — New  Irvington  Tunnel  (NIT)  Project  (Agreement),  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
execute  a  professional  services  agreement  in  the  amount  of  $15,000,000,  and  with  a  term  of  five 
years,  concluding  on  concluding  on  July  31,  2014,  with  Hatch  Mott  MacDonald;  and 

WHEREAS,  Amendment  No.  1  was  approved  on  July  12,  2011  for  $2,500,000,  with  a 
one-year  time  extension,  increasing  the  not-to-exceed  Agreement  amount  to  $17,500,000  and  the 
total  Agreement  duration  to  six  years,  in  order  to  provide  quality  assurance  inspections  and 
related  construction  phase  service  for  the  addition  of  15,000  linear  feet  of  new  welded  steel  pipe 
liner  for  the  tunnel;  and 

WHEREAS,  Amendment  No.  2  was  approved  on  February  24,  2015  for  $2,000,000,  with 
a  one-year  time  extension,  increasing  the  not-to-exceed  Agreement  amount  to  $19,500,000  and 
the  total  Agreement  duration  to  seven  years,  in  order  to  continue  construction  management 
services  for  final  construction  and  closeout  of  the  NIT  project,  and  to  provide  additional  quality 
assurance  inspection  for  the  extended  construction  schedule;  and 

WHEREAS,  Amendment  No.  3  was  approved  on  December  8,  2015  for  $1,000,000,  with 
a  three-month  time  extension,  increasing  the  not-to-exceed  Agreement  amount  to  $20,500,000 
and  the  total  Agreement  duration  to  seven  years  three  months,  in  order  to  continue  construction 
management  services  for:  final  construction  and  closeout  of  the  NIT  project;  quality  assurance 
inspection  coverage  of  the  final  construction  punch  list  and  contractor’s  overtime  to  expedite 
final  completion;  closeout  of  supplemental  water  program  for  local  residents  impacted  by  tunnel 
construction;  review  of  as-built  drawings;  operations  and  maintenance  manuals;  negotiation  of 
final  outstanding  change  orders;  and  support  for  settlement  of  potential  contractor  claims;  and 

WHEREAS,  Amendment  No.  4  was  approved  on  October  25,  2016  for  $250,000,  with  a 
five  and  one  half  month  time  extension,  increasing  the  not-to-exceed  Agreement  amount  to 
$20,750,000  and  the  total  Agreement  duration  to  seven  years  and  eight  and  one  half  months,  in 
order  to  continue  construction  management  services  for  protracted  negotiations  of  final  change 
orders,  and  support  for  settlement  of  potential  contractor  claims  before  a  dispute  resolution 
board;  and 

WHEREAS,  Amendment  No.  5  is  being  requested  to  increase  the  Agreement  amount  by 
$350,000  and  to  extend  the  term  by  twelve  months,  for  a  total  not-to-exceed  Agreement  amount 
of  $21,100,000  and  a  total  agreement  duration  of  eight  years  and  eight  and  one  half  months,  in 
order  to  provide  construction  management  services  support  during  the  dispute  resolution  board 
hearing  process,  negotiation  assistance  for  settlements  of  disputed  claims  after  receiving 
recommendations  from  the  dispute  board,  and  close  out  support  for  the  project;  and 

WHEREAS,  A  Contract  Monitoring  Division  sub-consulting  goal  of  18.2%  Local 
Business  Enterprise  participation  of  the  total  value  of  services  to  be  provided  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  Agreement  are  available  from  Project  No.  CUW35901  -  New 
Irvington  Tunnel;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  5  to  Agreement 
No.  CS-918,  Construction  Management  Services— New  Irvington  Tunnel  Project,  with  Hatch 
Mott  MacDonald,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment, 
increasing  the  Agreement  by  $350,000  subject  to  Board  of  Supervisors’  approval  under  Charter 
Section  9.1 18,  for  a  total  not-to-exceed  Agreement  amount  of  $21,100,000,  and  increasing  the 
Agreement  duration  by  one  year,  for  a  total  Agreement  duration  of  eight  years  and  eight  and  one 
half  months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 

_ K&kc  L  ( _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0043 


WHEREAS,  San  Francisco  Public  Utilities  Commission  staff  developed  a  project 
description  for  Project  No.  CWWSIPSE02,  Southeast  Water  Pollution  Control  Plant  (SEP)  New 
Headworks  Facility  (Project);  and 

WHEREAS,  The  objectives  of  the  Project  are  to  replace  the  two  headworks  facilities 
(SEP  Oil  and  SEP  012  Headworks)  and  make  modifications  at  the  Bruce  Flynn  Pump  (BFS) 
Station  facility  in  order  to  provide  a  centralized  and  efficient  preliminary  treatment  system  to 
improve  screening  and  grit  removal,  ensure  meeting  the  level  of  service,  maintain  regulatory 
compliance,  protect  public  health  and  safety,  meet  current  seismic  standards  and  construct  a  new 
odor  control  facility;  and 

WHEREAS,  On  May  24,  2016,  through  Resolution  No.  16-0099,  this  Commission 
awarded  Sewer  System  Improvement  Program  Funded  Agreement  No.  WW-628  to  Sundt/Walsh 
Joint  Venture  (JV)  as  a  Construction  Manager/General  Contractor  (CM/GC)  to  provide  pre¬ 
construction  services  for  the  Project  and,  subject  to  the  completion  of  environmental  review  and 
approval  of  the  Project,  to  provide  construction  services  to  deliver  the  Project;  and 

WHEREAS,  The  Notice-to-Proceed  date  for  Pre-Construction  was  set  for  August  15, 
2016;  and 

WHEREAS,  A  Preliminary  Mitigated  Negative  Declaration  (PMND)  for  the  Project  was 
prepared  and  published  for  public  review  on  November  2,  2016;  and 

WHEREAS,  The  PMND  was  available  for  public  comment  until  December  2,  2016  and 
no  public  comments  were  received  on  the  PMND;  and 

WHEREAS,  On  December  19,  2016,  the  Environmental  Review  Officer  (ERO)  reviewed 
and  considered  the  Final  Mitigated  Negative  Declaration  (FMND)  and  found  that  the  contents  of 
said  report  and  the  procedures  through  which  the  FMND  was  prepared,  publicized,  and  reviewed 
complied  with  the  California  Environmental  Quality  Act  (California  Public  Resources  Code 
Sections  21000  et  seq.)  (CEQA),  14  California  Code  of  Regulations  Sections  15000  et  seq.  (the 
CEQA  Guidelines)  and  Chapter  31  of  the  San  Francisco  Administrative  Code  (Chapter  31):  and 

WHEREAS,  The  ERO  found  the  FMND  was  adequate,  accurate  and  objective,  reflected 
the  independent  analysis  and  judgment  of  the  Planning  Department,  and  certified  the  FMND  for 
the  Project  in  compliance  with  CEQA,  the  CEQA  Guidelines  and  Chapter  3 1 ;  and 

WHEREAS,  The  Planning  Department  is  the  custodian  of  records,  located  in  File  No. 
2015-006224ENV,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California;  and 

WHEREAS,  The  FMND,  CEQA  Findings,  and  Mitigation  Monitoring  and 
Reporting  Program  (MMRP)  were  made  available  to  the  public  and  this  Commission  for  this 
Commission’s  review,  consideration  and  action;  and 


WHEREAS,  The  original  contract  amount  was  for  $244,562,224;  the  contract  duration 
for  pre-construction  is  625  consecutive  calendar  days  and  construction  phase  duration  is  2,033 
consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  issued  to  increase  the  scope  and  contract 
amount  for  construction  by  $11,600,000  to  construct  12kV  infrastructure,  seismic  upgrade  of 
SEP  042  Primary,  install  Bar  Screens  at  BFS  Pump  Station  and  control  system  work  in  order  to 
facilitate  construction  coordination,  increasing  the  contract  amount  for  construction  up  to 
$252,295,198  and  the  total  contract  amount  up  to  $256,162,224;  and 

WHEREAS,  Scope  A  is  included  in  the  FMND,  Scopes  B  and  D  were  determined  not  to 
be  a  project  under  CEQA  Guidelines  Section  15378  because  they  would  not  cause  a  change  in 
the  physical  environment,  and  Scope  C  was  determined  by  Planning  on  June  24,  201,  to  be  a 
project  of  independent  utility  and  exempt  under  CEQA  Guidelines  Section  15301,  Class 
1  (Existing  Facilities)  (b);  and 

WHEREAS,  Subject  to  approval  of  the  Project,  staff  recommends  authorizing  the  Project 
to  proceed  to  the  Construction  Phase,  consistent  with  this  Commission  Resolution,  and  for 
Sundt/Walsh  JV  to  provide  construction  services  in  the  amount  up  to  $252,295,198  consistent 
with  the  terms  and  conditions  of  Agreement  No.  WW-628;  and 

WHEREAS,  Subject  to  the  Commission’s  approval  of  the  Project,  funding  will  be 
available  in  the  amount  of  $252,295,400  for  construction  services  from  State  Revolving  Loans 
Funds  and/or  Wastewater  Enterprise  Revenue  Bonds,  subject  to  appropriation  and  certification 
of  funds;  now  therefore,  be  it 

RESOLVED,  That  the  SFPUC  has  reviewed  and  considered  the  FMND  and  the  record  as 
a  whole,  and  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision  making  body  for  the 
Project,  that  there  is  no  substantial  evidence  that  the  Project  will  have  a  significant  effect  on  the 
environment  with  the  adoption  of  the  mitigation  measures  contained  in  the  MMRP  and  that  the 
FMND  reflects  the  City’s  independent  judgment  and  analysis,  and  hereby  adopts  the  FMND;  and 
be  it 


FURTHER  RESOLVED,  That  the  SFPUC  hereby  adopts  the  CEQA  Findings  and  the 
MMRP  attached  hereto  as  Attachments  A  and  B  and  incorporated  herein  as  part  of  this 
Resolution  by  this  reference  thereto  and  commits  to  all  required  mitigation  measures  identified  in 
the  FMND  and  contained  in  the  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  shall  ensure  implementation  of  all  mitigation 
measures  identified  in  the  MMRP  either  directly  or  via  binding  contractual  mechanisms,  and  the 
SFPUC  finds  that  the  measures  it  is  adopting  can  be  carried  out  by  the  SFPUC  at  the  designated 
time  and  are  feasible  at  this  time;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Project  No. 
CWWSEPSE02,  SEP  New  Headworks  Facility  and  authorizes  the  General  Manager  to  proceed 
with  actions  necessary  to  implement  the  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  proceed  to  the  Construction  Phase  for  Sundt/Walsh  JV  to  deliver  a  new  Headworks  facility  at 
the  SEP  in  the  amount  up  to  $256,162,224  in  accordance  with  the  terms  and  conditions  of 
Agreement  No.  WW-628,  subject  to  appropriation  and  certification  of  funds. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: 


17-0044 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  pursuant  to  San 
Francisco  Charter  Section  8B.125,  must  establish  “rates,  fees  and  charges  at  levels  sufficient  to 
improve  or  maintain  financial  condition  and  bond  ratings  at  or  above  levels  equivalent  to  highly 
rated  utilities  of  each  enterprise  under  its  jurisdiction,  meet  requirements  and  covenants  under  all 
bond  resolutions  and  indentures...  and  provide  sufficient  resources  for  the  continued  financial 
health  (including  appropriate  reserves),  operation,  maintenance  and  repair  of  each  enterprise, 
consistent  with  good  utility  practice”;  and 

WHEREAS,  It  is  recommended  by  the  Government  Finance  Officers  Association 
(GFOA)  that  governmental  entities,  such  as  the  SFPUC,  should  develop  financial  policies  to 
guide  the  creation,  maintenance,  and  use  of  resources  for  financial  stabilization  purposes;  and 

WHEREAS,  As  one  component  of  sound  financial  policy,  the  GFOA  recommends  that 
governmental  entities  maintain  a  prudent  level  of  financial  resources  to  protect  against  reducing 
service  levels  or  raising  rates  or  fees  because  of  temporary  revenue  shortfalls  or  unpredicted  one¬ 
time  expenditures;  and 

WHEREAS,  The  Commission  had  previously  approved  the  Fund  Balance  Reserve  Policy 
in  February  2010,  and  staff  has  recently  completed  a  peer  review  of  such  policies  and  proposes 
revisions  as  necessary;  and 

WHEREAS,  Staff  has  presented  this  Commission  with  recommended  changes  to  the 
Fund  Balance  Reserve  Policy;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  approves  changes  to  Fund  Balance  Reserve 
Policy  on  file  with  the  Commission  Secretary. 

I  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting 
of  February  28,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  March  14,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.com/ViewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Flood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Flail,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?page=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  February  28,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Energy  Storage  Procurement  Policy 

e)  Sewer  Inspection  and  Replacement  Update 

f)  Alameda  Creek  Watershed  Center  Update 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update  (Hale) 

b)  Quarterly  Audit  and  Performance  Review  Report  (Sandler) 

i.  California  Independent  System  Operator,  Scheduling 
Coordinators  Self-Audit 

ii.  Pacific  Gas  and  Electric  Franchise  Fee  Audit 

iii.  NRG  Energy  Center  Franchise  Fee  Audit 

iv.  Sales  and  Use  Tax  Audit 

v.  Community  Benefits,  Phase  II:  Commitments  in  Contracts 

c)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement 

Program  (CIP)  Quarterly  Report  (How) 

d)  Wastewater  Enterprise  CIP  Quarterly  Report  (How) 

e)  Sewer  System  Improvement  Program  Update  (How) 

8.  Central  Bayside  Tunnel  (How) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  1$h  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 


of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 


to 


b) 

to 


co 

<=3 

CD 

r— 


c) 


d) 


Approve  an  additional  time  extension  to  the  previously  approved 
construction  contract  duration  contingency  for  Contract  No.  WD-2548, 

Lake  Merced  Pump  Station  Essential  Upgrades  Project,  with  Western 
Water  Constructors,  Inc.,  of  up  to  639  consecutive  calendar  days 
(approximately  one  year  and  nine  months);  and  authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract  for  a  total 
revised  contract  duration  up  to  3,044  consecutive  calendar  days 
(approximately  eight  years  and  four  months).  The  requested  time  extension 
is  needed  to  continue  investigation  and  monitoring  of  the  electrical  reliability 
of  the  station’s  pump  starter  equipment  and  to  coordinate  with  the 
equipment  vendor  to  make  any  necessary  modifications  and/or  repairs. 

(How) 

Accept  work  performed  by  Cal  State  Constructors,  Inc.,  for  Contract  No. 
WD-2685,  Auxiliary  Water  Supply  System  Reservoir  and  Tanks 
Improvement  (2013);  Approve  Modification  No.  24  (Final),  decreasing  the 
contract  by  $1 ,340,  for  a  total  contract  amount  of  $9,505,582;  and 
authorize  final  payment  to  the  contractor.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-650, 
Foerster  Street  Auxiliary  and  Mangels/Hearst/Detroit  Sewer  Replacement, 
in  the  amount  of  $3,112,150,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Precision  Engineering,  to  perform  sewer  capacity 
improvements,  paving  work,  and  traffic  routing  along  the  subject  streets. 

(How) 


Ratify  correction  of  the  contract  award  amount  associated  with 
Resolution  No.  17-0037,  adopted  by  the  Commission  on  February  28, 
2017,  which  awarded  Contract  No.  WW-653,  Marin  Street  Sewer 
Replacement,  from  $4,762,200  to  $4,860,250.  The  agenda  Item 
referenced  the  correct  contract  award  amount  of  $4,860,250,  however,  the 
Resolution  incorrectly  referenced  a  contract  amount  of  $4,762,200.  (How) 


REGULAR  CALENDAR 


1 0.  Approve  the  Water  Supply  Assessment  for  the  proposed  Biosolids 
Digester  Facilities  Project,  pursuant  to  the  State  of  California  Water  Code 

170049  Section  10910  et  seq.  and  California  Environmental  Quality  Act  Section 

21151.9  and  CEQA  Guidelines  Section  15155.  (Ritchie) 

1 1 .  Authorize  the  General  Manager  to  execute  a  Memorandum  of 
Understanding  with  the  Solano  County  Water  Agency  to  implement  a  High- 
Efficiency  Clothes  Washer  Rebate  Initiative  to  provide  SFPUC  customers  with 

1 700  5  0  rebates  for  the  purchase  and  installation  of  qualifying  high-efficiency  clothes 
washers,  for  an  amount  not  to  exceed  $175,000,  and  with  a  total  duration 
of  24  months  (two  years).  (Ritchie) 


12.  Approve  the  plans  and  specifications,  and  award  Contract  No.  PW-006R, 
Tenderloin  Pedestrian  Lighting  Improvement  Project,  in  the  amount  of 
$2,430,260,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Bay 
170051  Area  Li9htworks- t0  install  street  light  infrastructure  on  Larkin,  Hyde, 

Leavenworth,  Jones  and  Eddy  Streets  in  San  Francisco.  (Hale) 


13.  Award  As-Needed  Power  Operations  Support  agreements  to  Siemens 
industry,  Inc.,  (PRO.0018.A),  and  Utilicast,  LLC  (PRO.0018.B),  to  perform 
short-term,  highly  specialized  work  for  the  Power  Enterprise;  and  authorize 
170  0^2  General  Manager  to  negotiate  and  execute  two  professional  services 
±  »  u  u  D  4  agreements,  each  for  an  amount  not  to  exceed  $4,000,000,  and  with  a 
duration  of  five  years.  (Hale) 


14.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 
(d)  (2)  (Ambrose) 

Anticipated  Litigation  as  Plaintiff 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Ambrose) 

Anticipated  Litigation  as  Defendant 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Ambrose) 

Existing  Litigation 

Restore  Hetch  Hetchy  v.  City  and  County  of  San  Francisco 

California  Court  of  Appeal,  Fifth  Appellate  District  Court:  Case  No.  F074107 

City  Law  No.:  151139/Date  Filed:  July  12,  2016 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

cn  Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

^  (d)(1)  (Ambrose) 

f'-  Existing  Claim: 

-rH  Recommended  Partial  Final  Settlement 


Material  Terms:  Payment  of  $347, 702  by  SFPUC,  for  Claimant's  agreement  to 
complete  Sewer  Alignment  Stitch  Pier  Repair  at  266  Casitas  Avenue,  San 
Francisco. 

Magzhi,  Charleen 

City  Attorney  Claim  No.:  16-02226 

Date  Filed:  February  17,  2016 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/1 5. 

Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 


Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

25.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 


26.  Announcement  following  Closed  Session. 

27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 


28.  Adopt  a  Resolution  authorizing  the  General  Manager  requesting  the  Mayor  and 
the  Board  of  Supervisors  approve  a  Supplemental  Appropriation  in  the 
amount  of  $5,000,000  for  the  Wastewater  Enterprise,  for  the  purpose  of  paying 
170054  claims,  settlements,  legal  expenses,  litigation  costs,  judgements  and  related 

expenses.  (Sandler) 


29.  Other  New  Business. 


30.  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:33  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon  and  Courtney 
Commissioner  Vietor  arrived  at  1:37  PM 
Commissioner  Caen  arrived  at  1:39  PM 

3.  Approval  of  the  Minutes  of  February  28,  2017 

On  Motion  to  approve  the  Minutes  of  February  28,  2017: 

Ayes:  Moran,  Kwon  and  Courtney 

No  public  comment. 

4.  General  Public  Comments 

•  Mr.  Bill  Martin  expressed  concern  with  SFPUC’s  potential  response  to  the 
State  Water  Board  regarding  the  Bay  Delta  Plan. 

Commissioner  Vietor  arrived  at  1:37  PM 

•  Mr.  David  Pilpel  gave  thanks  to  SFPUC  employees  for  their  work  on  the 
Headworks  Project.  He  expressed  condolences  to  the  General  Manager. 

Commissioner  Caen  arrived  at  1:39  PM 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Energy  Storage  Procurement  Policy 

e)  Sewer  Inspection  and  Replacement  Update 

Commissioner  Caen  expressed  concern  with  the  low  number  of  sewer  pipes 
inspected.  Assistant  General  Manager  (AGM)  Kathy  How,  Infrastructure, 
provided  response.  Commissioner  Caen  requested  that  Mr.  Tommy  Moala, 
AGM  Wastewater,  provide  a  detailed  response  regarding  the  low  number  of 
sewer  pipes  inspected,  as  compared  to  previous  reporting  periods. 

f)  Alameda  Creek  Watershed  Center  Update 

No  public  comment. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager  (GM) 

GM  Kelly  thanked  everyone  for  their  expression  of  sympathy. 
a)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  AGM  Power,  provided  a  CleanPowerSF  update.  She 
stated  there  are  currently  80,000  customers  being  served;  an  opt-out  rate  of 


SFPUC  Minutes 
March  14,  2017 


Page  2 


3  percent;  and  2, 166  SuperGreen  upgrades.  She  indicated  approximately 
1,000  new  customers  will  begin  sen/ice  in  May.  She  stated  the  an  annual 
rates  proposal  will  be  brought  before  the  Commission  in  April,  with  options 
for:  (1)  no  rate  change;  (2)  change  rates  to  achieve  bill  parody  with  PG&E;  or 
(3)  reset  rates  to  achieve  same  discount  that  commission  adopted  before 
discount. 

No  public  comment. 

b)  Quarterly  Audit  and  Performance  Review  Report 

i.  California  Independent  System  Operator,  Scheduling 

Coordinators  Self-Audit 

ii.  Pacific  Gas  and  Electric  Franchise  Fee  Audit 

iii.  NRG  Energy  Center  Franchise  Fee  Audit 

iv.  Sales  and  Use  Tax  Audit 

v.  Community  Benefits,  Phase  II:  Commitments  in  Contracts 

Ms.  Nancy  Horn,  Director,  Assurance  and  Internal  Controls,  provided  a 
Q2  Quarterly  Audit  and  Performance  Review  Report.  She  noted  40 
audits  and  assessments  YTD  (15  completed,  13  in-progress,  and  12 
upcoming).  She  reviewed  the  nine  completed  audits  and  the  reports 
issued.  She  discussed  the  current  outlook  and  reviewed  prior  years  open 
audits  and  recommendations. 

No  public  comment. 

c)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement  Program 

(CIP)  Quarterly  Report 

Mr.  Dan  Wade,  Director,  Water  Capital  Projects  and  Programs,  provided  a 
Hetch  Hetchy  Water  and  Power  Enterprise  CIP  Quarterly  Report  update.  He 
reviewed  highlights  of  the  reporting  period:  (1)  Mountain  Tunnel  Bypass;  (2) 
Mountain  Tunnel  Adit  and  Access;  (3)  Mountain  Tunnel  Inspection  and 
Repairs;  and  (4)  Moccasin  Facilities  Upgrade.  He  thanked  his  staff  for  their 
work. 

Mr.  Wade  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
Mountain  Tunnel  lining. 

Director  Wade  touched  on  the  timeline  for  Mountain  Tunnel  improvements 
and  discussed:  (1)  San  Joaquin  Pipelines  rehabilitation;  (2)  Moccasin 
Penstock;  (3)  Installation  of  survey  monuments  at  Kirkwood  Penstock;  (4) 
Eleanor  Dam  Bridge  and  Hetch  Hetchy  Adit  Access  Bridge;  and  (5) 

Moccasin  Reservoir  security  fences. 

Mr.  Wade  responded  to  Commissioner  Caen’s  request  for  additional  detail 
on  the  ‘‘red  dots”  (San  Joaquin  Pipeline  rehabilitation;  Lower  Cherry 
Aqueduct;  Holm  and  Kirkwood  Powerhouse  projects;  and  Warnerville 
Substation). 

No  public  comment. 
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GM  Kelly  called  items  7d  and  7e  together. 

d)  Wastewater  Enterprise  CIP  Quarterly  Report 

e)  Sewer  System  Improvement  Program  Update  (SSIP) 

Ms.  Karen  Kubick,  Wastewater  CIP  Director,  began  with  a  review  of  the  “red 
dots”  (Southeast  Digester  gas  handling  project;  Northpoint  outfall  rebid; 
Kansas  and  Marin  sewer  improvements;  Central  Subway  sewer 
replacement;  and  land  reuse  of  asphalt  plants). 

She  provided  a  quarterly  update  of  the  CIP  quarterly  report:  (1)  Program 
status;  (2)  Current  construction  projects:  SEP  primary  and  secondary  clarifier 
upgrades;  SEP  521/522  disinfection  upgrades;  and  Westside  Pump  Station 
reliability  improvements.  She  then  reviewed  current  construction  projects 
(EIPs):  Mission  and  Valencia  Green  Gateway;  Holloway  Green  Street;  and 
Sunset  Boulevard  Greenway. 

Ms.  Kubick  reviewed  Phase  I  Project  updates  for  the  Headworks  and 
Biosolids  projects,  noting  achievements.  She  provided  a  SSIP  Phase  I  jobs 
report  (apprenticeships  and  Local  Hire  Ordinance  achievement);  Jobs  and 
Contracts  Report;  and  stakeholder  outreach  to-date.  Ms.  Kubick  discussed 
the  timeline  for  upcoming  topics  to  be  heard  before  the  Commission  and  the 
Board  of  Supervisors. 

Ms.  Kubick  responded  to  a  question  from  Commissioner  Caen  regarding  the 
Biosolids  Design  Contract  modification.  GM  Kelly  provided  additional 
comment. 

Commissioner  Courtney  acknowledged  the  work  of  staff  and  discussed  the 
Local  Hire  Ordinance  achievement  rate. 

Public  Comments 

•  Mr.  David  Pilpel  expressed  support  for  the  SSIP,  noting  the  critical  nature 
of  efforts  and  the  importance  of  project  delivery.  He  requested  upcoming 
reports  provide  information  on  challenges,  obstacles,  and  opportunities. 

8.  Central  Bavside  Tunnel 

Ms.  Kubick  introduced  Mr.  Dan  Donahue,  Pre-Construction  Technical  Advisor, 
who  provided  an  update  on  optimizing  Channel  Tunnel 

Mr.  Donahue  began  with  and  update  on  the  CBSIP  and  the  recommendation  of 
a  24’  Channel  Tunnel.  He  reviewed  the  San  Francisco  collection  system  and 
described  the  Channel  Force  Main  and  Channel  Force  Main  vulnerabilities.  He 
continued  with:  (1)  Review  of  the  Central  Bayside  Improvement  Project;  (3) 
Regulatory  drivers;  (4)  Rationale  for  design  frequency;  (5)  Recreational  uses  at 
Mission  and  Islas  Creek;  (6)  Model  duration  of  impact;  (7)  CSD  activations  vs. 
tunnel  size;  (8)  Alternatives  evaluated  to  augment  a  17’  tunnel  for  future 
regulations;  (9)  1 7’  tunnel  +  200  ac.  of  Gl  vs.  24’  tunnel;  (10)  Performance 
achieved  by  only  implementing  Gl  (bayside);  and  (11)  Maximum  Bayside  Green 
Infrastructure  vs.  Channel  Tunnel. 
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Mr.  Donahue  summarized  his  presentation  and  indicated  the  team  is  proceeding 
with  35  percent  design  based  on  24’  tunnel.  He  responded  to  a  question  from 
Commission  Vietor  regarding  Green  Infrastructure  analysis. 

GM  Kelly  stated  that  Central  Bayside  is  up  to  35  percent  in  Phase  I  of  design 
and  that  staff  will  strategically  return  to  the  Commission  for  funding  the 
remainder  of  design. 

Public  Comments 

•  Mr.  Pilpel  expressed  support  for  the  24’  tunnel  stating  the  volume  of 

discharge  should  be  included,  and  that  the  24’  tunnel  is  needed  to  achieve 
all  benefits.  He  discussed  alignment  options. 

9.  Consent  Calendar: 

a)  Approve  an  additional  time  extension  to  the  previously  approved 
construction  contract  duration  contingency  for  Contract  No.  WD-2548,  Lake 

Merced  Pump  Station  Essential  Upgrades  Project,  with  Western  Water 

Constructors.  Inc.,  of  up  to  639  consecutive  calendar  days:  and  authorize 

the  General  Manager  to  approve  future  modifications  to  the  contract  for  a 

total  revised  contract  duration  up  to  3,044  consecutive  calendar  days.  The 

requested  time  extension  is  needed  to  continue  investigation  and 
monitoring  of  the  electrical  reliability  of  the  station’s  pump  starter  equipment 

and  to  coordinate  with  the  equipment  vendor  to  make  any  necessary 

modifications  and/or  repairs.  (Resolution  17-0045) 

b)  Accept  work  performed  bv  Cal  State  Constructors.  Inc.,  for  Contract  No. 

WD-2685,  Auxiliary  Water  Supply  System  Reservoir  and  Tanks 
Improvement  (2013):  Approve  Modification  No.  24  (Final),  decreasing  the 

contract  by  $1 ,340,  for  a  total  contract  amount  of  $9,505,582;  and  authorize 

final  payment  to  the  contractor.  (Resolution  17-0046) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-650, 

Foerster  Street  Auxiliary  and  Manqels/Hearst/Detroit  Sewer  Replacement, 

in  the  amount  of  $3,1 12.150.  to  the  lowest,  qualified,  responsible  and 

responsive  bidder.  Precision  Engineering,  to  perform  sewer  capacity 

improvements,  paving  work,  and  traffic  routing  along  the  subject  streets. 

(Resolution  17-0048) 

d)  Ratify  correction  of  the  contract  award  amount  associated  with  Resolution 

No.  17-0037.  adopted  bv  the  Commission  on  February  28.  2017,  which 

awarded  Contract  No.  WW-653.  Marin  Street  Sewer  Replacement,  from 

$4.762,200  to  $4.860.250.  The  agenda  Item  referenced  the  correct  contract 

award  amount  of  $4,860.250.  however,  the  Resolution  incorrectly 

referenced  a  contract  amount  of  $4,762,200.  (Resolution  17-0047) 

President  Moran  requested  the  removal  of  item  9c. 

On  Motion  to  approve  Consent  Calendar  items  9a,  b,  and  d: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 
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President  Moran  noted  item  9c  is  a  positive  example  of  the  power  of 
competitive  bidding  which  results  in  cost  savings. 

On  Motion  to  approve  Consent  Calendar  item  9c: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

10.  Approve  the  Water  Supply  Assessment  for  the  proposed  Biosolids  Digester 
Facilities  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910 

et  sea,  and  California  Environmental  Quality  Act  Section  21 1 51 .9  and  CEQA 

Guidelines  Section  15155.  (Resolution  17-0049) 

Mr.  Steve  Ritchie,  AGM  Water,  introduced  the  item  stating  it  is  a  routing  Water 
Supply  Assessment. 

On  Motion  to  approve  item  10: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

Public  Comments 

•  Mr.  Pilpel  stated  the  assessment  is  another  step  in  making  biosolids  facility 
happen. 

11.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  the  Solano  County  Water  Agency  to  implement  a  High-Efficiency  Clothes 

Washer  Rebate  Initiative  to  provide  SFPUC  customers  with  rebates  for  the 

purchase  and  installation  of  qualifying  hiqh-efficiencv  clothes  washers,  for  an 

amount  not  to  exceed  $175,000,  and  with  a  total  duration  of  24  months. 

(Resolution  17-0050) 

AGM  Ritchie  stated  the  item  is  a  continuation  of  the  current  program  and 
requested  approval. 

On  Motion  to  approve  item  1 1: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

12.  Approve  the  plans  and  specifications,  and  award  Contract  No.  PW-006R. 

Tenderloin  Pedestrian  Lighting  Improvement  Project,  in  the  amount  of 

$2,430,260,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Bay 

Area  Lightworks,  to  install  street  light  infrastructure  on  Larkin.  Flvde, 
Leavenworth,  Jones  and  Eddy  Streets  in  San  Francisco.  (Resolution  17-0051) 

AGM  Hale  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  12: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

13.  Award  As-Needed  Power  Operations  Support  agreements  to  Siemens 
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Industry,  Inc.,  (PRQ.0018.A),  and  Utilicast,  LLC  (PRQ.0018.B),  to  perform 

short-term,  highly  specialized  work  for  the  Power  Enterprise;  and  authorize 

the  General  Manager  to  negotiate  and  execute  two  professional  services 

agreements,  each  for  an  amount  not  to  exceed  $4,000,000,  and  with  a 

duration  of  five  years,  (Resolution  17-0052) 

AGM  Hale  introduced  the  item  and  requested  approval.  She  responded  to 
Commissioner  Courtney’s  request  for  further  explanation  regarding  the  scope 
of  work.  Discussion  on  consulting  sen/ices  versus  staffing,  and  the  staffing 
timeline  ensued. 

Commissioner  Courtney  expressed  the  need  for  caution  as  the  program 
expands.  Commissioner  Vietor  concurred  with  Commissioner  Courtney  and 
expressed  concern  with  the  budget,  given  program  cuts  that  have  been  made. 
GM  Kelly  provided  comment  on  difficult  decisions  that  have  been  made  and 
balance  needed. 

On  Motion  to  approve  item  13: 

Ayes :  Moran,  Kwon,  Caen,  Vietor  and  Courtney: 

No  public  comment. 

The  Commission  Secretary  read  the  Closed  Session  items,  noting  item  25 
would  not  be  heard. 

14.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 

15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 
The  Commission  entered  Closed  Session  at  3:01  PM. 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  76.10 

(d)  (2) 

Anticipated  Litigation  as  Plaintiff 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Anticipated  Litigation  as  Defendant 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation 

Restore  Hetch  Hetchy  v.  City  and  County  of  San  Francisco 
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California  Court  of  Appeal,  Fifth  Appellate  District  Court:  Case  No.  F074107 

City  Law  No.:  1 51 1 39/Date  Filed:  July  1 2.  201 6 


1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Claim: 

Recommended  Partial  Final  Settlement 

Material  Terms:  Payment  of  $347,702  by  SFPUC,  for  Claimant's  agreement  to 
complete  Sewer  Alignment  Stitch  Pier  Repair  at  266  Casitas  Avenue,  San 
Francisco. 

Magzhi,  Charleen 
City  Attorney  Claim  No.:  16-02226 
Date  Filed:  February  17,  2016 
(Resolution  17-0053) 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER  15-705-000/Date  Filed:  December  23.  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 
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Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 


24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1 )  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

25.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  4:1 1  PM. 

26.  Announcement  following  Closed  Session. 

President  Moran  announced  that  a  settlement  was  reached  on  item  19. 

27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

28.  Adopt  a  Resolution  authorizing  the  General  Manager  reguesting  the  Mayor  and 

the  Board  of  Supervisors  approve  a  Supplemental  Appropriation  in  the  amount 

of  $5,000,000  for  the  Wastewater  Enterprise,  for  the  purpose  of  paving  claims. 

settlements,  legal  expenses,  litigation  costs,  judgements  and  related  expenses. 

(Resolution  17-0054) 

On  Motion  to  approve  item  28: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

29.  Other  New  Business. 

None. 

30.  Adjournment. 

President  Moran  adjourned  the  meeting  at  4:13  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0045 


WHEREAS,  On  April  17,  2009,  per  Resolution  No.  09-0064,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades  Project,  to 
Western  Water  Constructors,  Inc.;  and 

WHEREAS,  The  contract  Notice-to-Proceed  was  issued  on  June  1,  2009;  and 

WHEREAS,  The  original  contract  amount  was  $31,584,000  and  the  original  contract 
duration  was  875  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
this  Commission;  and 

WHEREAS,  The  original  approved  10%  contract  contingency  and  the  additional  contract 
contingency  approved  by  this  Commission  on  April  24,  2012,  per  Resolution  No.  12-0067  for 
$610,000  and  235  calendar  days,  increased  the  total  contingency  amount  to  $3,768,400  and  the 
total  contract  duration  contingency  to  322  calendar  days;  and 

WHEREAS,  The  approved  contract  contingency  and  the  additional  contract  contingency 
approved  by  this  Commission  on  August  26,  2014,  per  Resolution  No.  14-0135,  for  $900,000 
and  933  calendar  days,  increased  the  total  contingency  amount  to  $4,668,400  and  the  total 
contract  duration  contingency  to  1,255  calendar  days;  and 

WHEREAS,  The  approved  contract  contingency  and  the  additional  contract  contingency 
approved  by  this  Commission  on  April  14,  2015,  per  Resolution  No.  15-0091,  for  275  calendar 
days,  increased  the  total  contract  duration  contingency  to  1,530  calendar  days;  and 

WHEREAS,  The  project  has  encountered  the  need  to  continue  the  investigation  and 
monitoring  of  the  power  quality  within  the  station’s  pump  starter  equipment  and  to  coordinate 
with  the  equipment  vendor  to  make  necessary  modifications  and/or  repairs,  which  causes  delays; 
and 

WHEREAS,  Change  orders  for  cost  approved  to  date  for  this  construction  contract 
amount  to  $4,453,595,  pending  change  orders  amount  to  $0,  potential  change  orders  amount  to 
$67,500,  and  trends  amount  to  $12,500;  and 

WHEREAS,  Change  orders  for  duration  approved  to  date  for  this  construction  contract 
amount  to  1,530  days,  pending  change  orders  amount  to  547  days,  potential  change  orders 
amount  to  0  days,  and  trends  amount  to  92  days;  and 

WHEREAS,  The  pending  and  potential  change  orders  and  trends,  if  converted  to 
approved  change  orders,  would  exceed  the  approved  contract  duration  contingency;  and 

WHEREAS,  An  increase  in  the  contract  duration  of  639  consecutive  calendar  days  is 
requested,  subject  to  the  General  Manager’s  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  9%  Local  Business 
Enterprise  (LBE)  subcontractor  participation  goal  for  this  project,  the  contractor  committed  to  an 


LBE  subcontractor  participation  of  9%  with  its  bid  submittal,  and  as  of  December  2016,  the 
contractor  has  achieved  an  LBE  participation  of  9. 16%;  and 

WHEREAS,  Funds  are  available  from  Project  CUW30901,  Lake  Merced  Pump  Station 
Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  a  potential  increase  in  the  contract 
duration  of  up  to  639  consecutive  calendar  days  for  the  Water  Enterprise,  WSIP  funded 
Construction  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades  Project,  for 
a  total  contract  duration  contingency  of  up  to  2,169  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  of  up  to  3,044  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0046 


WHEREAS,  Construction  has  been  completed  for  Earthquake  Safety  &  Emergency 
Response  Bond  Program  funded  Contract  No.  WD-2685,  Auxiliary  Water  Supply  System 
Reservoir  and  Tanks  Improvement  (2013),  by  the  contractor,  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  On  September  24,  2013,  by  Resolution  No.  13-0144,  this  Commission 
awarded  Contract  No.  WD-2685,  Auxiliary  Water  Supply  System  Reservoir  and  Tanks 
Improvement  (2013),  in  the  amount  of  $8,469,000,  to  the  lowest,  qualified  responsible  and 
responsive  bidder.  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  November  18, 
2013,  with  an  original  schedule  of  665  consecutive  calendar  days  and  the  contract  work  was 
completed  in  815  consecutive  calendar  days  on  February  10,  2016;  and 

WHEREAS,  Modification  No.  1  to  23  were  approved  in  the  amount  of  $1,037,922  to 
address  various  additional  mechanical,  electrical,  civil  and  structural  changes,  Jones  Street  Tank 
valve  improvements,  Twin  Peaks  Reservoir  joint  sealing  work,  and  additional  hazardous  material 
abatement,  increasing  the  contract  amount  to  $9,506,922,  with  a  time  extension  of  150 
consecutive  calendar  days,  for  a  total  revised  contract  duration  of  815  consecutive  calendar  days; 
and 

WHEREAS,  Modification  No.  24  (Final)  is  being  requested  for  ($1,340)  to  reconcile 
final  payment  items  with  actual  quantities  used  under  unit  price  and  allowance  bid  items,  and 
will  decrease  the  total  contract  amount  to  $9,505,582;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  made 
a  good  faith  effort  to  comply  with  its  Local  Business  Enterprise  (LBE)  subcontracting  goal  of 
21.50%  by  achieving  a  final  LBE  participation  of  29.06%;  and 

WHEREAS,  Funds  are  available  from  Project  Nos.  CUWAWSAW01  -  Jones  St.  Tank, 
CUWAWSAW02  -  Ashbury  Heights  Tank,  CUWAWSAW03  -  Twin  Peaks  Reservoir, 
CUWAWSAW15  -  Jones  Street  Valves,  and  CUWAW2AW23  -  Twin  Peaks  Reservoir 
Earthquake  Safety  and  Emergency  Response  2014;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Earthquake 
Safety  &  Emergency  Response  Bond  Program  funded  Contract  No.  WD-2685,  Auxiliary  Water 
Supply  System  Reservoir  and  Tanks  Improvement  (2013),  approves  Modification  No.  24  (Final), 
decreasing  the  contract  by  $1,340,  for  a  total  contract  amount  of  $9,505,582;  and  authorizes  final 
payment  to  the  contractor,  Cal  State  Constructors. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  14,  2017. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0047 


WHEREAS,  On  February  28,  2017,  by  Resolution  No.  17-0037,  this  Commission 
approved  the  plans  and  specifications  and  awarded  Wastewater  Enterprise  (WWE),  Sewer 
System  Improvement  Program  (SSIP)  funded  Contract  No.  WW-653,  Marin  Street  Sewer 
Replacement,  in  the  amount  of  $4,762,200  to  Ranger  Pipelines,  Inc.;  and 

WHEREAS,  the  Engineer’s  Estimate  is  $3,700,000  for  this  construction  contract  work  to 
replace  a  24-inch  diameter  sewer  located  between  the  intersection  of  3rd  Street  and  Marin  Street 
and  the  Marin  Street  Outfall  Structure  with  a  30-inch  diameter  sewer  to  accommodate  projected 
dry-weather  flows;  and 

WHEREAS,  Subsequent  to  the  award,  a  discrepancy  was  observed  between  the  contract 
amount  of  $4,860,250,  which  is  the  correct  amount  submitted  in  the  contractor' s  bid  form,  and  the 
corresponding  Resolution  approved  by  this  Commission,  which  included  an  incorrect  contract 
award  amount  of  $4,762,200;  and 

WHEREAS,  The  City  seeks  the  Commission’s  ratification  of  the  correction  of  the 
contract  award  amount  to  be  $4,860,250; 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPCSPS05,  Marin  Street  Sewer 
Replacement  and  CWWSIPCS00,  Collection  System  Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies  the  correction  of  the  award  amount 
associated  with  Resolution  No.  17-0037,  adopted  by  this  Commission  on  February  28,  2017, 
which  awarded  WWE,  SSIP  funded  Contract  No.  WW-653,  Marin  Street  Sewer  Replacement  to 
Ranger  Pipeline,  Inc,  by  ratyifying  the  correction  of  the  award  amount  from  $4,762,200  to 
$4,860,250. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  14,  2017. 

I/Muul  \Atm _ 

Se&etary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0048 


WHEREAS,  Wastewater  Enterprise  Sewer  System  Improvement  Program  (SSIP)  funded 
Contract  No.  WW-650,  Foerster  Street  Auxiliary  and  Mangels/Hearst/Detroit  Sewer 
Replacement  was  advertised  on  December  7,  2016;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $3,295,095  for  this  construction  contract  work  to 
perform  sewer  and  inlets  replacement  and  associated  work,  paving  restoration,  and  traffic  routing 
along  Foerster  Street  from  Hearst  Avenue  to  Melrose  Avenue,  Mangels  Avenue  from  Foerster 
Street  to  Detroit  Street,  Hearst  Avenue  from  Edna  Street  to  Detroit  Street,  and  Detroit  Street 
from  Hearst  Avenue  to  Flood  Avenue;  and 

WHEREAS,  The  contract  duration  is  180  consecutive  calendar  days;  and 
WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  January  26,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting  goal  of 
20.00%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of  20.62%  with  its 
bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  Nos.  CWWSIPFCDB16,  Hydraulic  and 
Drainage  Sewer  Improvements,  CWWRNRCSB8,  As-Needed  Main  Sewer  Replacement  (#5), 
and  DPW  Project  2966J  HUTA  15-16  GTF,  Joint-Sewer  Lead-Foerster  St  Auxiliary  and 
Mangels,  Hearst,  Detroit  Sewer  Replacement  Project;  and 

WHEREAS,  On  October  14,  2016,  the  Environmental  Review  Officer  concurred  that  the  Project 
is  statutorily  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  CEQA 
Guidelines  Section  15282(k)  and  as  set  forth  in  Public  Resources  Code  Section  21080.2;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  SSIP  funded  Contract  No.  WW-650,  Foerster  Street  Auxiliary  and 
Mangels/Hearst/Detroit  Sewer  Replacement,  in  the  amount  of  $3,112,150,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Precision  Engineering. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0049 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required 
to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the  Biosolids  Digester  Facilities 
Project’s  cumulative  water  demands;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  the  CEQA  environmental 
review  process;  and 

WHEREAS,  As  an  informational  document,  approval  of  the  WSA  is  not  a  project  under 
CEQA  and  is  not  an  approval  of  the  Biosolids  Digester  Facilities  Project;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS,  The  SFPUC  staff  prepared  a  WSA  for  the  Biosolids  Digester  Facilities 
Project,  which  concluded  that  the  SFPUC  has  adequate  water  supplies  to  meet  the  Project’s 
water  demands  through  2040;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Water  Supply  Assessment  for  the  Biosolids 
Digester  Facilities  Project,  pursuant  to  the  State  of  California  Water  Code  10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  14,  £017. 


y Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0050 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  identified 
residential  clothes  washing  machine  rebates  as  a  fundamental  component  of  the  SFPUC’ s  water 
conservation  program,  essential  to  the  program’s  ability  to  meet  long-term  demand  water 
reduction  goals;  and 

WHEREAS,  The  SFPUC  wishes  to  continue  participation  in  a  regional  Bay  Area 
program  that  incentivizes  the  purchase  and  installation  of  the  most  water-efficient  residential 
clothes  washing  machines  available  on  the  market;  and 

WHEREAS,  Solano  County  Water  Agency  has  agreed  to  administer  a  High-Efficiency 
Clothes  Washer  Rebate  program  on  behalf  of  four  Bay  Area  water  agencies  over  a  24-month 
period  from  January  2017  through  December  2018;  and 

WHEREAS,  The  SFPUC  anticipates  through  this  Memorandum  of  Understanding  with 
the  Solano  County  Water  Agency  to  be  able  to  provide  rebates  for  the  replacement  of  an 
estimated  1,200  older,  high  use  machines  located  in  residential  properties  in  the  SFPUC’s  retail 
service  area  with  high-efficiency  models;  and 

WHEREAS,  The  estimated  cost  of  services  is  $175,000;  and 

WHEREAS,  Approval  of  the  proposed  MOU  to  implement  a  High-Efficiency  Clothes 
Washer  Rebate  program  does  not  fall  within  the  definition  of  a  “project”  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2017  and  end  in  December  2018 
and  the  total  duration  of  this  agreement  is  24  months;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Funds  Water  Enterprise,  Water  Conservation  operating  budget.  Index  Code 
470703;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  negotiate  and  execute  a  Memorandum  of  Understanding  with  Solano  County  Water 
Agency  for  an  amount  not-to-exceed  amount  of  $175,000,  and  with  a  total  duration  of  24 
months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  Mar 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0051 


WHEREAS,  Power  Enterprise  Program  funded  Contract  No.  PW-006R  was  advertised 
on  January  18,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $2,500,000  for  this  construction  contract  work 
to  install  street  light  foundations,  conduits  and  pull  boxes;  and 

WHEREAS,  The  contract  duration  is  330  consecutive  calendar  days;  and 

WHEREAS,  One  (1)  bid  was  received  and  opened  publicly  on  February  2,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  reviewed  the  bid  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences,  and  this  review  resulted  in  the  establishment  of  Bay  Area 
Lightworks,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
20.72%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH896-47,  Tenderloin  Street 
Improvements;  and 

WHEREAS,  On  October  5,  2015,  Planning  determined  that  the  Project  is  exempt  under 
California  Environmental  Quality  Act  Guidelines  Section  15303,  Class  3  (New  Construction  or 
Conversion  of  Small  Structures);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Power  Enterprise  Program  funded  Contract  No.  PW-006R,  Tenderloin  Pedestrian 
Lighting  .Improvement,  in  the  amount  of  $2,430,260,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder.  Bay  Area  Lightworks,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 


Commission  at  its  meeting  of  March 

14 

,2017. 

WM  S 

ecretary,  Public  Utilities  Commission 

PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0052 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires  the 
assistance  of  consultant  firms  to  perform  specialized  as-needed  services  for  the  Power  Enterprise 
in  order  to  support  the  Enterprise’s  operations;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  consultant  firms  to 
supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $4,000,000  per  agreement,  for  a  total  not- 
to-exceed  cost  of  services  totaling  $8,000,000;  and 

WHEREAS,  The  Request  for  Proposals  was  advertised  on  January  5,  2017;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  April,  2017  and  end  in  April,  2022,  and 
the  duration  of  each  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  determination  that  Siemens  Industry, 
Inc.  and  Utilicast,  LLC  are  the  sole  responsive,  responsible,  and  qualified  bidders;  and 

WHEREAS,  CMD  established  a  10%  Local  Business  Enterprise  (LBE)  subconsultant 
participation  requirement  on  this  project;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  re-advertising  and  re-selecting 
consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  individual  task 
order  awards  from  Power  Enterprise  operating  and  capital  budgets;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Siemens  Industry, 
Inc.  and  Utilicast,  LLC;  awards  Power  Enterprise  operating  and  capital  budget-funded 
Agreement  Nos.  PR0.0018.A  and  PR0.0018.B,  As-Needed  Power  Operations  Support,  to 
provide  as-needed  power  supply  management  support,  energy  trading  risk  management  and 
settlements  support,  energy  scheduling  and  trading  support,  and  community  choice  aggregation 
support;  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  two 
professional  services  agreements  with  Siemens  Industry,  Inc.  (PRO.0018.A)  and  Utilicast,  LLC 
(PRO. 0018. B),  each  for  an  amount  not  to  exceed  $4,000,000  and  with  a  duration  of  five  years, 
or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  re¬ 
advertise  and  re-select  new  consultants. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  14,  2017. 

_ _ 

Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.:  17-0054 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  the  "exclusive  charge 
of  the  construction,  management,  supervision,  maintenance,  extension,  expansion,  operation,  use  and 
control  of  all  water,  cleanwater  and  energy  supplies  and  utilities  of  the  City  as  well  as  the  real,  personal 
and  financial  assets,  that  are  under  the  jurisdiction  or  assigned  to  the  Commission",  pursuant  to  the  San 
Francisco  Charter;  and 

WHEREAS,  The  General  Manager  is  the  department  head  of  the  SFPUC,  with  responsibility 
for  the  administration  and  management  of  the  operations,  personnel  and  assets  under  the  jurisdiction 
of  the  SFPUC;  and 

WHEREAS,  The  Wastewater  Enterprise's  regularly  budgeted  funds  for  FY  2016-17  to  pay 
claims,  legal  expenses,  litigation,  judgments  and  related  expenses  is  insufficient  due  to  the  large  volume 
of  claims  arising  from  the  Winter  2016-2017  extreme  storm  events;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General  Manager  to  request 
the  Mayor  to  recommend  to  the  Board  of  Supervisor  a  supplemental  appropriation  in  the  amount  of 
$5,000,000  for  the  purpose  of  funding  Wastewater  Enterprise  payment  of  claims  settlements,  litigation 
costs,  attorney  and  other  legal  expenses,  judgments  and  expenses  related  to  mitigating  damage  alleged  to 
be  caused  by  Wastewater  Enterprise  operations  or  facilities. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  March  14,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  March  28,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.com/ViewPublisher.phD7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations:  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Flayes;  9-San  Bruno;  and  71  -Haight  Noriega.  For  information  about  MUNI  accessible  sen/ices  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.ora/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

H  311  Free  Language  Assistance:  fefim  ftjj&JDj  /  Ayuda  gratuita  con  el  idioma  /  EecnjiaTHaH  noMomb 
nepeBOflHHKOB  /  Tra  giup  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  “  S  <2j0-|  / 

*l£]  /  nT'um  mviaa  a’amtiPf  "m  /  Libreng  tulong  para  sa  wikang Tagalog  uivina 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department's 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paae=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


environmental  analyses,  surveys,  and  reports,  and  prepare  resource 
agency  permit  applications;  and  authorize  the  General  Manager  to 
negotiate  and  execute  four  amendments,  each  in  the  amount  of 
$1,850,000,  for  a  total  not-to-exceed  amount  of  $5,600,000  per  agreement, 
with  no  change  to  the  agreement  duration.  (How) 

b)  Approve  Amendment  No.  1  to  Agreement  No.  CS-294.H,  Health  and 
Safety  Hazards  on  Treasure  Island,  with  Langan  Treadwell  &  Rollo,  to 
provide  continued  annual  and  quarterly  updates  to  the  San  Francisco 
Public  Utilities  Commission  Safe  Practices  Map  and  Health  and  Safety 

170056  Requirements  Matrix;  and  authorize  the  General  Manager  to  execute  this 
amendment,  increasing  the  agreement  amount  by  $25,000  and  the 
agreement  duration  by  two  years,  for  a  total  not  to  exceed  agreement 
amount  of  $107,595  and  a  total  agreement  duration  of  seven  years. 

(Carlin) 

c)  Approve  an  increase  in  the  construction  contract  duration 
contingency  for  Contract  No.  WD-2707,  As-Needed  Integration  Services 
(Lenel  VAR  required)  -  2013  to  2015,  of  up  to  258  consecutive  calendar 
days  (1 1  months);  and  authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  duration  of  up  to 

170057  1 ,241  consecutive  calendar  days  (approximately  three  years,  five  months). 

The  additionally  requested  construction  contract  duration  is  due  to  previous 
delays  in  the  completion  of  the  following  WSIP  projects:  Harry  Tracy  Water 
Treatment  Plant  Long-Term  Upgrades;  Sunol  Valley  Water  Treatment  Plant 
Expansion  &  Treated  Water  Reservoir;  and  Crystal  Springs  San  Andreas 
Transmission  Upgrade.  The  construction  of  these  projects  must  be 
completed  in  order  to  commence  the  security  installations  at  each  facility. 

(How) 

REGULAR  CALENDAR 


1 1 .  Flooding  Workshop:  Flood  Resilience  Study  conclusions  on  flood-related 

policy,  status  of  flood-related  construction  projects  in  key  neighborhoods,  and 
updates  on  existing  and  new  programs  to  reduce  flood  risk.  (How) 

12.  Approve  Amendment  No.  1  to  Agreement  No.  CS-235,  Planning  and 
Engineering  Services,  Southeast  Plant  (SEP)  Biosolids  Digester  Facilities,  with 
Brown  and  Caldwell,  to  provide  specialized  wastewater  process  facility  design, 
engineering  services  during  construction,  and  facility  start-up/commissioning  for 

1  7 1)  ()  S  j^e  new  SEP  biosolids  digester  facilities;  and  authorize  the  General  Manager 
J  ro  execute  this  amendment,  increasing  the  agreement  by  $73,500,000,  for  a 
total  not-to-exceed  agreement  amount  of  $153,500,000,  and  with  a  time 
extension  of  2.5  years  (30  months),  for  a  total  agreement  duration  of  12.5 
years  (150  months),  subject  to  the  Board  of  Supervisors  approval  pursuant  to 
Charter  Section  9.1 1 8.  (How) 

13.  Approve  the  selection  of  HDR  Engineering,  Inc.  (HDR);  award  Agreement  No. 
PRO. 0028,  New  Headworks  Facility  Construction  Management  Staff 

I  : .  q  Augmentation  Services,  to  provide  construction  management  staff 

^  J  augmentation  services  for  the  New  Headworks  Facility  Project;  and  authorize 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  March  14,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Water  Supply  Agreement  Update 

d)  Annual  Electric  Reliability  Compliance  Program  Report 

6.  Other  Commission  Business 

7.  Recognition  of  Southeast  Facility  Commissioner 


Bobbrie  Brown  upon  her  retirement  (Kelly,  Jr.) 

8.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update  (Hale) 

b)  Groundwater  Supply  Project  Update  (Ritchie) 

9.  BAWSCA  Update  (Sandkulla) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

1 0.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Approve  Amendment  No.  2  to  Agreement  Nos.  CS-242A-D,  As-needed 
Environmental  Support,  with  Baseline  Environmental  Consulting  (CS- 
1 7  0  U  5  u  242A);  ESA+Orion  Joint  Venture  (CS-242B);  URS  Corporation  (now 
AECOM)  (CS-242C);  and  RMC  Water  and  Environment  (now  RMC,  a 
Woodard  &  Curran  Company)  (CS-242D),  to  continue  to  provide 


14. 

lYUUbO 

the  General  Manager  to  negotiate  and  execute  a  professional  services 
agreement  with  HDR  for  an  amount  not  to  exceed  $17,000,000,  and  with  a 
duration  of  six  years;  subject  to  Board  of  Supervisors  approval  pursuant  to 
Charter  Section  9.118.  (How) 

Adopt  a  new  Debt  Service  Coverage  Policy  of  the  San  Francisco  Public 
Utilities  Commission.  (Sandler) 

17  U  Ubl15' 

Adopt  a  new  Capital  Financing  Policy  for  the  San  Francisco  Public  Utilities 
Commission.  (Sandler) 

16. 

Approve  Amendment  No.  1  to  Agreement  No.  CS-320,  Grant  Agreement 
with  Garden  for  the  Environment  and  its  fiscal  sponsor,  the  San  Francisco 

Parks  Alliance,  to  continue  to  operate  a  public  demonstration  garden  and 
educational  programs  on  San  Francisco  Public  Utilities  Commission  property; 
and  Authorize  the  General  Manager  to  execute  this  amendment,  increasing 
the  grant  agreement  by  $380,000,  for  a  total  not-to-exceed  agreement 
amount  of  $930,000,  and  with  a  time  extension  of  two  years,  for  a  total 
agreement  duration  of  seven  years.  (Ritchie) 

17. 

Approve  Amendment  No.  4  to  Agreement  No.  CS-913,  Construction 

1 7  U  0  b  2 

Management  (CM)  Services — Bay  Tunnel  Project,  with  Jacobs  Engineering 
Group,  Inc.,  to  continue  providing  construction  management  services;  and 
authorize  the  General  Manager  to  execute  this  amendment,  with  a  time 
extension  of  six  months,  for  a  total  agreement  duration  of  nine  years,  one 
month,  with  no  change  to  the  agreement  amount.  (How) 

18. 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  new  month-to-month  lease  to  Crystal  Springs  Golf  Partners,  LP 

to  use  approximately  199  acres  of  SFPUC  Parcel  31  in  the  SFPUC  Peninsula 

171)063 

Watershed  in  Burlingame,  California,  as  an  18-hole  golf  course  and  driving 
range  for  a  monthly  rent  equal  to  the  greater  of  Percentage  Rent  or 
$83,333.33  in  base  rent  for  a  term  to  expire  no  later  than  December  31, 2017. 

(Carlin) 

19. 

Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

20. 

Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 
(d)  (2)  (Ambrose) 


Anticipated  Litigation  as  Plaintiff 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 


Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/15. 

Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER  15-703-000/Date  Filed  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 


Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

27.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

28.  Announcement  following  Closed  Session. 

29.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

30.  Other  New  Business. 

31 .  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  2:24  PM. 

2.  Roll  Call 

Present:  Moran,  Caen,  and  Vietor 
Excused:  Kwon 

Commissioner  Courtney  arrived  at  1:37  PM. 

3.  Approval  of  the  Minutes  of  March  14,  2017 

The  Commission  Secretary  noted  a  correction  to  item  3  of  the  minutes,  which 
incorrectly  stated  approval  of  the  minutes  of  “March  13,  201 7”  but  should  have 
read  “February  28,  2017”.  She  noted  the  minutes  were  corrected  and  provided 
to  the  Commission  and  public. 

On  Motion  to  approve  the  Minutes  of  March  14,  2017  as  corrected: 

Ayes:  Moran,  Caen,  and  Vietor 

No  public  comment. 

4.  General  Public  Comments 

•  Mr.  Francisco  DaCosta  requested  that  information  related  to  community 
benefits  in  the  Southeast  sector  be  posted  on  the  SFPUC  website. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

Commissioner  Caen  provided  comments  on  the  correspondence  log  and 
stated  she  enjoyed  reading  the  “Week  in  Review”. 

c)  Water  Supply  Agreement  Update 

At  the  request  of  Commissioner  Caen,  Mr.  Eric  Sandler,  CFO  and  Assistant 
General  Manager  (AGM)  Business  Services,  provided  clarification  to  item 
seven  in  the  update. 

d)  Annual  Electric  Reliability  Compliance  Program  Report 

No  public  comment. 

6.  Other  Commission  Business 

Commissioner  Vietor  expressed  concern  with  the  delay  of  the  Sunol  Watershed 
Project  and  requested  that  an  update  be  scheduled. 

No  public  comment. 

Recognition  of  Southeast  Facility  (SER  Commissioner  Bobbrie  Brown  upon  her 

retirement 

Mr.  Harlan  Kelly,  General  Manager  (GM),  introduced  retiring  Southeast  Facility 
Commissioner  Bobbrie  Brown.  He  discussed  her  background  and  distinguished 
service  to  the  City.  The  Commission  thanked  Commissioner  Brown  for  her 
sen/ice  and  presented  her  with  a  ceremonial  resolution. 
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On  behalf  of  Commissioner  Brown,  her  daughter  Ms.  Toni  Battle,  discussed  her 
mother’s  work  for  the  Southeast  community  and  for  the  City.  She  thanked  the 
Commission  for  the  recognition. 

President  Moran  thanked  Commissioner  Brown  for  her  contributions  and 
sen/ice. 

Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  Ms.  Brown’s  legacy  and  her  contributions 
to  the  Southeast  community. 

•  Mr.  D.J.  Brookter,  Executive  Director  SEF  Commission,  expressed 
appreciation  for  the  opportunity  to  work  with  Commissioner  Brown  and 
thanked  her  for  her  work  and  legacy. 

8.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Mr.  Charles  Sheehan,  Acting  Director,  SFPUC  Communications,  provided  a 
CleanPowerSF  update.  He  reviewed  the  latest  enrollment  numbers,  the 
current  opt-out  rate,  and  SuperGreen  upgrades.  He  stated  the  initial 
enrollment  for  net  metering  has  begun.  He  reviewed  initial  enrollments  for 
May  and  November  20 1 6,  and  May  20 1 7. 

Mr.  Sheehan  stated  outreach  efforts  include  both  citywide  and  targeted 
efforts.  He  discussed:  (1 )  Required  direct  mail  outreach:  four  enrollment 
notices  per  customer  and  two  “move-in”  enrollment  notices  for  new  accounts. 
(2)  Targeted  outdoor  and  MUNI  advertising  in  Districts  5  and  8;  (3)  Targeted 
community  events  and  ads;  (4)  Citywide  on-line  engagement;  and  (5) 
Citywide  community  partnerships. 

Mr.  Sheehan  reviewed  a  graph  which  compared  SuperGreen  sign-ups  and 
upgrades  with  outreach  activities. 

Commissioner  Caen  congratulated  Mr.  Sheehan  on  the  recent  San 
Francisco  Chronicle  article. 

Public  Comments 

•  Mr.  Jason  Fried,  LAFCo,  thanked  staff  for  their  work  on  outreach  and 
enrollment.  He  expressed  the  need  for  more  SuperGreen  enrollments. 

b)  Groundwater  Supply  Project  Update 

Mr.  Steve  Ritchie,  AGM  Water,  provided  a  Groundwater  Supply  Project 
update,  beginning  with  a  brief  Project  overview  and  a  description  of  the  two 
Project  phases.  He  discussed  Project  operational  goals,  which  will  be  a 
routine  part  of  the  water  system:  (1)  Regular  operation;  and  (2)  Emergency 
operation. 

AGM  Ritchie  discussed  water  quality  and  blend  and  the  standards  that  must 
be  met.  He  reviewed  the  on-going  public  outreach  that  has  taken  place  since 
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2007;  recent  public  outreach  that  is  coinciding  with  the  start-up  of  well 
stations;  and  the  MUNI  bus  ad  campaign. 

AGM  Ritchie  responded  affirmative  to  President  Moran’s  question  as  to 
whether  the  information  presented  will  be  posted  on  the  SFPUC  website. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Caen  regarding 
nitrate  levels,  and  as  to  how  often  the  groundwater  is  tested.  Mr.  Ritchie 
stated  he  would  provide  information  on  testing  frequency.  Brief  discussion 
ensued. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding 
the  reasons  for  blending  groundwater  and  drinking  water.  GM  Kelly 
discussed  the  reasons  for  water  supply  blend  and  diversification. 

Commissioner  Courtney  arrived  at  2:24  PM. 

Public  Comments 

•  Mr.  Francisco  DaCosta  requested  that  AGM  Ritchie  reach  out  to  the 
restaurant  industry  regarding  the  Groundwater  Project.  He  requested 
sensitivity  to  chemicals  that  are  ingested;  and  that  empirical  data  is 
posted  on  the  website. 

9.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  read  a  statement  regarding  the  State  Water 
Board’s  Recirculated  Draft  Substitute  Environmental  Document.  She  provided  a 
written  copy  of  her  statement  and  BAWSCA’s  comment  letter  for  the  record. 

No  public  comment. 

10.  Consent  Calendar 

a)  Approve  Amendment  No.  2  to  Agreement  Nos.  CS-242A-D,  As-needed 

Environmental  Support,  with  Baseline  Environmental  Consulting  (CS- 

242 A);  ESA+Orion  Joint  Venture  (CS-242B);  URS  Corporation  (now 

AECOM)  (CS-242C);  and  RMC  Water  and  Environment  (now  RMC,  a 

Woodard  &  Curran  Company)  (CS-242D),  to  continue  to  provide 

environmental  analyses,  surveys,  and  reports,  and  prepare  resource 

agency  permit  applications;  and  authorize  the  General  Manager  to 

negotiate  and  execute  four  amendments,  each  in  the  amount  of 
$1 ,850.000,  for  a  total  not-to-exceed  amount  of  $5,600,000  per  agreement. 

with  no  change  to  the  agreement  duration.  (Resolution  17-0055) 

b)  Approve  Amendment  No.  1  to  Agreement  No.  CS-294.H,  Health  and  Safety 

Hazards  on  Treasure  Island,  with  Langan  Treadwell  &  Rollo.  to  provide 

continued  annual  and  Quarterly  updates  to  the  San  Francisco  Public  Utilities 

Commission  Safe  Practices  Map  and  Health  and  Safety  Reguirements 

Matrix;  and  authorize  the  General  Manager  to  execute  this  amendment. 

increasing  the  agreement  amount  by  $25.000  and  the  agreement  duration 

by  two  years,  for  a  total  not  to  exceed  agreement  amount  of  $107,595  and 
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a  total  agreement  duration  of  seven  years.  (Resolution  17-0056) 


c)  Approve  an  increase  in  the  construction  contract  duration  contingency  for 

Contract  No.  WD-2707,  As-Needed  Integration  Services  (Lenel  VAR 

required)  -  201 3  to  201 5,  of  up  to  258  consecutive  calendar  days;  and 

authorize  the  General  Manager  to  approve  future  modifications  to  the 

contract  for  a  total  revised  contract  duration  of  up  to  1 ,241  consecutive 

calendar  days.  The  additionally  requested  construction  contract  duration  is 

due  to  previous  delays  in  the  completion  of  the  following  WSIP  projects: 

Harry  Tracy  Water  Treatment  Plant  Long-Term  Upgrades;  Sunol  Valiev 

Water  Treatment  Plant  Expansion  &  Treated  Water  Reservoir;  and  Crystal 

Springs  San  Andreas  Transmission  Upgrade.  The  construction  of  these 

projects  must  be  completed  in  order  to  commence  the  security  installations 

at  each  facility.  (Resolution  17-0057) 

Commissioner  Vietor  departed  the  room  at  2:31  PM. 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Caen,  and  Courtney 

No  public  comment. 

1 1 .  Flooding  Workshop:  Flood  Resilience  Study  conclusions  on  flood-related  policy, 

status  of  flood-related  construction  projects  in  key  neighborhoods,  and  updates 

on  existing  and  new  programs  to  reduce  flood  risk. 

GM  Kelly  informed  the  Commission  that  the  workshop  was  the  third  in  a  series 
of  presentations  regarding  flood  risk.  The  most  recent  presentation  held  was  in 
May  and  focused  on  the  Flood  Resilience  Study  and  Flood  Protection  Policy 
options.  He  stated  staff  has  held  “road  shows”  asking  for  community  feedback 
on  flood  resiliency  work  to  aide  in  the  development  of  a  priorities  list  to  address 
flooding.  He  indicated  the  5-year  storm  is  concluded  to  be  the  best  to  address 
the  Level-of-Service  (LOS). 

Commissioner  Vietor  returned  to  the  meeting  at  2:37  PM. 

Mr.  Tommy  Moala,  AGM  Wastewater,  began  with  a  2017  Storm  Summary:  (1) 
Review  of  five-years  of  data:  rainfall  and  treatment  plants;  (2)  Storm 
preparation  and  response  for  collection  system;  and  (3)  Review  of  San 
Francisco’s  Combined  Sewer  System. 

Ms.  Stefani  Harrison,  Project  Manager,  reviewed  a  2017  storm  summary  graph 
and  discussed  “action  triggers”,  storm  forecast,  storm  preparation,  and  how 
staff  responds.  Ms.  Harris  continued  her  presentation  with  discussion  of: 

Background:  (1)  How  flooding  occurs;  (2)  San  Francisco’s  historic  waterways; 
(3)  Areas  with  surface  inundation  for  5  and  1 00-year  storms;  (4)  Watershed 
flooding  (Folsom  example);  (5)  Watershed  flooding  (Folsom  example,  sewer 
profile);  (6)  Basement  flooding;  (7)  Flooding  terminology:  stormwater,  sanitary 
sewage,  and  combined  flow. 
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Ms.  Harrison  responded  to  a  question  from  Commissioner  Vietor  regarding 
requirements  for  backflow  preventers;  and  to  a  question  from  Commissioner 
Caen  regarding  flooding  and  combined  flow.  GM  Kelly  provided  additional 
comment. 

Flood  Resilience  Study  Follow-Up:  (1)  Flood  resilience  approach  summary;  (2) 
Flood  Policy  (Flood  Resilience  Study)  review:  cost  benefit  analyses  for  policy 
choice;  (3)  Flood  Resilience  findings:  5,  10  and  100-year  storms;  (3)  Ratepayer 
impact  analysis  (rate  policy  for  each  policy  option  evaluated).  GM  Kelly 
provided  comments  on  ratepayer  affordability  and  the  need  for  balance. 

(4)  Outreach  efforts:  roadshow  with  14  presentations  around  city,  with  follow-up 
surveys;  (5)  Outreach  efforts:  two  focus  groups:  flood  concerned  customers; 
and  citywide  representative  customers;  and  (6)  Flood  Resilience  conclusions 
based  on  analysis  and  feedback. 

Neighborhood  Updates:  (1)  San  Francisco’s  plan  for  flood  minimization 
projects;  (2)  Early  Flood  Resilience  (five)  capital  projects;  (3)  Capital  project 
review  by  neighborhood  (Forester/Mangles;  Urbano;  Wawona;  Folsom  area; 
and  end  of  Cayuga);  and  (4)  Concept  evaluation  for  Lower  Alemany. 

Next  Steps:  (1)  Flood  Resilience  Approach:  affirmation  of  LOS  and 
implementation  plan;  (2)Collection  System  Plan  (consolidated);  and  (3)  Beyond 
infrastructure. 

Commissioner  Vietor  requested  that  the  next  update  incorporate  Green 
Infrastructure.  GM  Kelly  provided  additional  comment,  noting  the  challenges  of 
incorporating  green  infrastructure  in  flood  areas  as  water  needs  to  move 
quickly.  Ms.  Harrison  indicated  green  infrastructure  is  included  in  the  overall 
plan. 

Ms.  Harrison  continued  with  a  discussion  of  options  above  and  beyond 
infrastructure  and  the  full  suite  of  available  options:  existing  SFPUC  programs; 
and  potential  future  City  programs  under  evaluation. 

GM  Kelly  provided  additional  comments  on  potential  future  City  programs, 
including  required  disclosures;  fair  market  value  purchase  of  property  in 
impacted  areas;  flood-proofing  basements;  or  raising  home  level.  He  indicated 
staff  is  looking  at  programs  from  other  cities  and  will  come  back  at  a  later  date 
to  present  options. 

GM  Kelly  responded  to  a  question  from  President  Moran  regarding  Folsom  and 
the  five-year  standard.  Ms.  Harrison  provided  additional  response.  Brief 
discussion  ensued. 

Commissioner  Caen  asked  about  group  flood  insurance.  Ms.  Harrison  provided 
response  and  discussed  FEMA’s  flood  insurance  program.  Brief  discussion 
ensued. 
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GM  Kelly  stated  that  staff  will  return  with  engineering  and  non-engineering 
solutions,  outline  of  priorities,  and  investments  needed. 

Commissioner  Vietor  requested  the  next  presentation  include  a  suite  of  policy 
options,  such  as  installation  of  backflow  prevention  devices,  point-of-sale 
disclosure  requirements,  and  other  policy-oriented  options. 

Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  need  for  mitigation  models. 

President  Moran  provided  closing  comments  and  thanked  staff  for  their  work. 

12.  Approve  Amendment  No.  1  to  Agreement  No.  CS-235.  Planning  and 
Engineering  Services.  Southeast  Plant  (SEP)  Biosolids  Digester  Facilities,  with 

Brown  and  Caldwell,  to  provide  specialized  wastewater  process  facility  design, 

engineering  services  during  construction,  and  facility  start-up/commissioning  for 

the  new  SEP  biosolids  digester  facilities;  and  authorize  the  General  Manager  to 

execute  this  amendment,  increasing  the  agreement  by  $73,500.000.  for  a  total 

not-to-exceed  agreement  amount  of  $153,500.000.  and  with  a  time  extension  of 

2.5  years,  for  a  total  agreement  duration  of  12.5  years,  subject  to  the  Board  of 

Supervisors  approval  pursuant  to  Charter  Section  9.1 18.  (Resolution  17-0058) 
Ms.  Kathy  How,  AGM  Infrastructure,  discussed  the  contract  amendment,  noting 
the  overall  budget  remains  the  same.  GM  Kelly  provided  additional  comment. 
Brief  discussion  ensued. 

On  Motion  to  approve  item  12: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

No  public  comment. 

Commissioner  Vietor  was  excused  and  departed  the  meeting  at  4:00  PM. 

13.  Approve  the  selection  of  HDR  Engineering.  Inc.  (HDR):  award  Agreement  No. 

PRQ.0028,  New  Headworks  Facility  Construction  Management  Staff 

Augmentation  Services,  to  provide  construction  management  staff 
augmentation  services  for  the  New  Headworks  Facility  Project:  and  authorize 

the  General  Manager  to  negotiate  and  execute  a  professional  services 

agreement  with  HDR  for  an  amount  not  to  exceed  $17,000,000,  and  with  a 

duration  of  six  years;  subject  to  Board  of  Supervisors  approval  pursuant  to 

Charter  Section  9.118.  (Resolution  17-0059) 

On  Motion  to  approve  item  13: 

Ayes:  Moran,  Caen,  and  Courtney 

No  public  comment. 

President  Moran  requested  that  items  14  and  15  be  called  together. 
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14.  Adopt  a  new  Debt  Service  Coverage  Policy  of  the  San  Francisco  Public  Utilities 

Commission.  (Resolution  17-0060) 

15.  Adopt  a  new  Capital  Financing  Policy  for  the  San  Francisco  Public  Utilities 

Commission.  (Resolution  17-0061) 

CFO  Sandler  reviewed  the  Financial  Policy  review  timeline.  President  Moran 
provided  thoughts  on  the  policies,  noting  they  are  good  financial  policies. 

On  Motion  to  approve  items  14  and  15: 

Ayes:  Moran,  Caen,  and  Courtney 

No  public  comment. 

Commissioner  Caen  thanked  Mr.  Sandler  and  staff  for  their  work. 

16.  Approve  Amendment  No.  1  to  Agreement  No.  CS-320,  Grant  Agreement  with 

Garden  for  the  Environment  and  its  fiscal  sponsor,  the  San  Francisco  Parks 

Alliance,  to  continue  to  operate  a  public  demonstration  garden  and  educational 

programs  on  San  Francisco  Public  Utilities  Commission  property;  and  Authorize 

the  General  Manager  to  execute  this  amendment,  increasing  the  grant 

agreement  by  $380.000,  for  a  total  not-to-exceed  agreement  amount  of 

$930,000,  and  with  a  time  extension  of  two  years,  for  a  total  agreement 

duration  of  seven  years. 

AGM  Ritchie  introduced  the  item  and  requested  approval. 

Without  objection,  Commissioner  Courtney  requested  that  the  item  be 
continued  to  the  April  11,  2017  meeting. 

17.  Approve  Amendment  No.  4  to  Agreement  No.  CS-913,  Construction 
Management  (CM)  Services — Bay  Tunnel  Project,  with  Jacobs  Engineering 

Group,  Inc.,  to  continue  providing  construction  management  services;  and 

authorize  the  General  Manager  to  execute  this  amendment,  with  a  time 

extension  of  six  months,  for  a  total  agreement  duration  of  nine  years,  one 

month,  with  no  change  to  the  agreement  amount.  (Resolution  17-0062) 

AGM  Flow  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  1 7: 

Ayes:  Moran,  Caen,  and  Courtney 

No  public  comment. 

18.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  new  month-to-month  lease  to  Crystal  Springs  Golf  Partners,  LP  to 

use  approximately  199  acres  of  SFPUC  Parcel  31  in  the  SFPUC  Peninsula 

Watershed  in  Burlingame.  California,  as  an  18-hole  golf  course  and  driving 

range  for  a  monthly  rent  egual  to  the  greater  of  Percentage  Rent  or  $83,333.33 

in  base  rent  for  a  term  to  expire  no  later  than  December  31 , 2017.  (Resolution 

17-0063) 
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On  Motion  to  approve  item  18: 

Ayes :  Moran,  Caen,  and  Courtney 

No  public  comment. 

President  Moran  stated  there  would  be  no  Closed  Session. 

19.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

20.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 

(d)  (2) 

Anticipated  Litigation  as  Plaintiff 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1 )  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23.  2014 


24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1 )  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 
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25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

27.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

28.  Announcement  following  Closed  Session. 

29.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

30.  Other  New  Business. 

None. 

31.  Adjournment. 

President  Moran  adjourned  the  meeting  at  4:09  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0055 


WHEREAS,  On  December  11,  2012,  this  Commission  awarded  Agreement  Nos.  CS- 
242A-D,  As-needed  Environmental  Support,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  individual  professional 
services  agreements,  each  in  the  amount  of  $3,750,000  and  with  a  term  of  five  years,  concluding 
on  January  30,  2018,  with  Baseline  Environmental  Consulting  (CS-242A),  ESA+Orion  Joint 
Venture  (CS-242B),  URS  Corporation  (now  AECOM)  (CS-242C),  and  RMC  Water  and 
Environment  (now  RMC,  a  Woodard  &  Curran  Company)  (CS-242D);  and 

WHEREAS,  Amendment  No.  1  was  issued  to  extend  each  agreements’  duration  by  four 
years,  to  January  30,  2022,  in  order  to  continue  providing  environmental  analysis  services, 
permitting  support,  and  specialized  environmental  and  other  technical  expertise;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  increase  each  agreement  by 
$1,850,000,  for  a  total  not-to-exceed  amount  of  $5,600,000  per  agreement,  in  order  to  continue 
providing  environmental  support  to  Water  System  Improvement  Program  (WSIP),  Sewer  System 
Improvement  Program  (SSIP),  Hetch  Hetchy  Capital  Improvement  Program  (HCIP),  and  other 
capital  projects;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  established  a  subconsulting 
requirement  of  15%  Local  Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services 
to  be  provided)  for  these  agreements;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  the  WSIP,  SSIP,  and  HCIP 
projects,  as  well  as  from  other  capital  projects  from  the  Water,  Wastewater,  and  Power 
Enterprises;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Water 
Enterprise,  WSIP-funded  and  SSIP-funded  Agreement  Nos.  CS-242A-D,  As-needed 
Environmental  Support,  with  Baseline  Environmental  Consulting  (CS-242A);  ESA+Orion  Joint 
Venture  (CS-242B);  URS  Corporation  (now  AECOM)  (CS-242C);  and  RMC  Water  and 
Environment  (now  RMC,  a  Woodard  &  Curran  Company)  (CS-242D)  to  continue  to  provide 
environmental  analyses,  surveys,  and  reports,  and  prepare  resource  agency  permit  applications; 
and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  four  professional 
services  amendments,  each  in  the  amount  of  $1,850,000,  for  a  total  not-to-exceed  amount  of 
$5,600,000  per  agreement,  with  no  change  to  the  agreement  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  28,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0056 


WHEREAS,  Pursuant  to  Resolution  No.  09-0017,  this  Commission  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  award 
Agreement  No.  CS-294.H,  Health  and  Safety  Hazards  on  Treasure  Island,  and  to  execute  a 
professional  services  agreement  in  the  amount  of  $82,595  and  with  a  term  of  five  years, 
concluding  on  April  23,  2019,  with  Langan  Treadwell  &  Rollo,  to  develop  a  training  program 
specific  to  Treasure  Island  and  provide  health  and  safety  hazards  training  to  SFPUC  employees; 
and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $25,000  and  with  a  time  extension 
of  two  years,  increasing  the  total  not-to-exceed  agreement  amount  to  $107,595  and  the  total 
agreement  duration  to  seven  years,  in  order  to  continue  to  provide  annual  and  quarterly  updates 
to  training  program  materials,  including  the  SFPUC  Safe  Practices  Map  and  the  Health  Safety 
Requirements  Matrix  for  the  former  Naval  Station  of  Treasure  Island  and  Yerba  Buena  Island, 
for  review  and  approval  by  SFPUC  managers  and  Certified  Industrial  Hygenists;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8  of  the  San  Francisco  Administrative  Code,  the 
San  Francisco  Contract  Monitoring  Division  (CMD)  has  waived  the  Local  Business  Enterprise 
(LBE)  subconsulting  requirement  for  this  Agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  index  code  401162;  now, 
therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-294.H,  Health  and  Safety  Hazards  on  Treasure  Island,  with  Langan  Treadwell  &  Rollo, 
to  provide  continued  annual  and  quarterly  updates  to  the  SFPUC  Safe  Practices  Map  and  the 
Health  and  Safety  Requirements  Matrix,  and  authorizes  the  General  Manager  of  the  SFPUC  to 
execute  this  amendment  increasing  the  agreement  amount  by  $25,000,  for  a  total  not-to-exceed 
agreement  amount  of  $107,595,  and  with  a  time  extension  of  two  years,  for  a  total  agreement 
duration  of  seven  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  28,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0057 


WHEREAS,  On  February  11,  2014,  per  Resolution  No.  14-0028,  this  Commission 
approved  the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2707  -  As-Needed  Integration  Services  (Lenel  VAR  required)  - 
2013  to  2015,  to  G4S  Technology  LLC;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  May  8,  2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,187,648  and  the  original  contract 
duration  was  730  consecutive  calendar  days  (2  years);  and 

WHEREAS,  The  planned  security  work  has  been  delayed  due  to  previous  delays  in 
completion  of  several  WSIP  projects;  and 

WHEREAS,  The  original  pre-approved  contract  duration  contingency  was  73  calendar 
days;  and 

WHEREAS,  Previous  changes  to  the  contract  were  approved  in  Modifications  Nos.  1 
through  3,  extending  the  contract  duration  contingency  by  180  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  exceeding  10%  of  the  original  contract  duration  be  approved  by  this 
Commission;  and 

WHEREAS,  There  have  been  delays  in  the  completion  of  the  following  WSIP  projects: 
Harry  Tracy  Water  Treatment  Plant  Long-Term  Upgrades,  Sunol  Valley  Water  Treatment  Plant 
Expansion  &  Treated  Water  Reservoir,  and  Crystal  Springs  San  Andreas  Transmission  Upgrade, 
and  the  construction  of  these  projects  must  be  completed  in  order  to  commence  the  security 
installations  at  each  facility;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  in  the  amount  of  258 
consecutive  calendar  days  is  requested,  for  a  total  contract  duration  not  to  exceed  1241  calendar 
days,  subject  to  the  General  Manager’s  subsequent  authorization  of  modifications,  if  appropriate; 
and 

WHEREAS,  The  Chapter  14B  Local  Business  Enterprise  subcontracting  goal  was  waived 
for  this  project;  and 

WHEREAS,  Funds  are  currently  available  in  Project  CUW36302,  System  Security 
Upgrades,  which  is  part  of  the  WSIP;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  existing  contract 
duration  contingency  of  up  to  258  consecutive  calendar  days  for  Water  Enterprise,  WSIP  funded 
Construction  Contract  No.  WD-2707,  As-Needed  Integration  Services  (Lenel  VAR  required)  - 
2013  to  2015,  with  G4S  Technology  LLC,  for  a  total  contract  duration  of  up  to  1,241 
consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  approve  any  future  modifications  to  the  contract  duration  for  a 
total  revised  contract  duration  of  up  to  1,241  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0058 


WHEREAS,  On  May  28,  2013,  this  Commission  awarded  Sewer  System  Improvement 
Program  (SSIP)-funded  Agreement  No.  CS-235,  Planning  and  Engineering  Services,  Southeast 
Plant  Biosolids  Digester  Facilities,  and  authorized  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement 
in  the  amount  of  $80,000,000  and  with  a  term  of  10  years  (120  months),  concluding  on  July  28, 
2023,  with  Brown  and  Caldwell;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $73,500,000  and  with  a  time 
extension  of  2.5  years  (30  months),  increasing  the  total  not-to-exceed  agreement  amount  to 
$153,500,000  and  extending  the  total  agreement  duration  to  12.5  years  (150  months),  to 
December  31,  2025,  in  order  to  provide  continued  specialized  engineering  services  for  design 
completion,  engineering  support  during  construction,  and  facility  start-up  and  commissioning; 
and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  subconsulting 
requirement  of  10%  Local  Business  Enterprise  (LBE)  participation  for  this  agreement,  and 
Brown  and  Caldwell  has  committed  to  14%  LBE  participation,  of  the  total  value  of  services  to  be 
provided;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CWWSIPDP- 
Biosolids  Digester  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  SSIP-funded 
Agreement  No.  CS-235,  Planning  and  Engineering  Services,  Southeast  Biosolids  Digester 
Facilities  with  Brown  and  Caldwell,  to  provide  continued  engineering  services  for  design 
completion,  engineering  support  during  construction  and  closeout,  and  facility  start-up  and 
commissioning;  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment, 
increasing  the  agreement  by  $73,500,000,  for  a  total  agreement  amount  of  $153,500,000,  and 
with  a  time  extension  of  2.5  years  (30  months),  for  a  total  agreement  duration  of  12.5  years  (150 
months),  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9. 1 18. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0059 


WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  construction 
management  (CM)  firm  to  provide  specialized  CM  services  to  supplement  San  Francisco  Public 
Utilities  Commission  (SFPUC)  staff  through  Agreement  PR0.0028,  New  Headworks  Facility 
Construction  Management  Staff  Augmentation  Services;  and 

WHEREAS,  The  estimated  cost  of  professional  services  is  $17,000,000;  and 

WHEREAS,  A  Request  for  Proposal  (RFP)  was  advertised  on  November  14,  2016;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  July  2017  and  end  in  July  2023,  for  a 
total  agreement  duration  of  six  years;  and 

WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff,  upon  review  of  the 
proposals,  have  determined  that  HDR  Engineering,  Inc.  (HDR)  is  the  highest  scoring  consulting 
firm  based  on  the  established  scoring  criteria;  and 

WHEREAS,  CMD  has  established  a  subconsulting  requirement  of  20.0%  Local  Business 
Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be  provided)  for  this  agreement, 
and  HDR  has  committed  to  23.29%  LBE  participation;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Board  of  Supervisors’  authorization  to  execute  the  Agreement  may 
result  in  award  of  the  contract  to  the  next  highest  ranked  proposer,  or  re-advertising  and  re¬ 
selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Board  of  Supervisors’ 
authorization  to  execute  the  Agreement;  failure  of  the  bidder  to  obtain  compliance  certification 
from  CMD  may,  in  the  General  Manager’s  sole  discretion,  result  in  award  of  the  agreement  to 
the  next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion 
of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  from 
CWWSIPSE02,  SEP  New  Headworks  (Grit)  Replacement  Project;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  HDR;  awards  the 
Sewer  System  Improvement  Program  (SSIP)-funded  Agreement  No.  PR0.0028,  New 
Headworks  Facility  Construction  Management  Staff  Augmentation  Services,  to  provide 
construction  management  staff  augmentation  services  for  the  New  Headworks  Facility  Project; 
and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  professional 
services  agreement  with  HDR  for  an  amount  not  to  exceed  $17,000,000,  and  with  a  duration  of 
six  years,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18,  or,  in  the 
event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and 
execute  a  professional  services  agreement  with  the  next  highest  ranked  proposer,  or  to  re¬ 
advertise  and  re-select  consultants  at  the  discretion  of  the  City. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: 


17-0060 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  pursuant  to  San 
Francisco  Charter  Section  8B.125,  must  establish  “rates,  fees  and  charges  at  levels  sufficient  to 
improve  or  maintain  financial  condition  and  bond  ratings  at  or  above  levels  equivalent  to  highly 
rated  utilities  of  each  enterprise  under  its  jurisdiction,  meet  requirements  and  covenants  under  all 
bond  resolutions  and  indentures...  and  provide  sufficient  resources  for  the  continued  financial 
health  (including  appropriate  reserves),  operation,  maintenance  and  repair  of  each  enterprise, 
consistent  with  good  utility  practice”;  and 


WHEREAS,  It  is  recommended  by  the  Government  Finance  Officers  Association 


(GFOA)  that  governmental  entities,  such  as  the  SFPUC,  should  develop  institutionalized 
financial  and  debt  management  policies  as  a  best  practice  that  supports  fiscal  discipline  and 
protects  its  financial  integrity;  and 

WHEREAS,  One  component  of  sound  fiscal  discipline  and  financial  integrity  is  to  assure 
that  the  SFPUC  maintains  a  prudent  level  of  financial  resources  to  meet  its  financial  and  debt 
obligations  at  all  times;  and 

WHEREAS,  The  SFPUC  has  recently  completed  a  peer  review  of  debt  service  coverage 
policies;  and 

WHEREAS,  Staff  has  presented  to  the  Commission  a  recommendation  to  set  debt  service 
coverage  targets  above  the  minimum  requirements;  and 

WHEREAS,  Establishing  a  separate  Debt  Service  Coverage  Policy  is  a  prudent  way  to 
protect  the  high-grade  ratings  of  each  enterprise  and  to  ensure  adequate  resources  remain 
available  for  contingencies;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  approves  the  adoption  of  a  new  Debt  Service 
Coverage  Policy  on  file  with  the  Commission  Secretary. 

I  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 
March  28,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: 


17-0061 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  pursuant  to  San 
Francisco  Charter  Section  8B.125,  must  establish  “rates,  fees  and  charges  at  levels  sufficient  to 
improve  or  maintain  financial  condition  and  bond  ratings  at  or  above  levels  equivalent  to  highly 
rated  utilities  of  each  enterprise  under  its  jurisdiction,  meet  requirements  and  covenants  under  all 
bond  resolutions  and  indentures...  and  provide  sufficient  resources  for  the  continued  financial 
health  (including  appropriate  reserves),  operation,  maintenance  and  repair  of  each  enterprise, 
consistent  with  good  utility  practice”;  and 

WHEREAS,  It  is  recommended  by  the  Government  Finance  Officers  Association 
(GFOA)  that  governmental  entities,  such  as  the  SFPUC,  should  develop  institutionalized 
financial  and  debt  management  policies  as  a  best  practice  that  supports  fiscal  discipline  and 
protects  its  financial  integrity;  and 

WHEREAS,  One  component  of  sound  fiscal  discipline  and  financial  integrity  is  for  the 
SFPUC  to  establish  a  prudent  allocation  of  financial  resources  over  time  to  meet  its  capital 
funding  requirements  that  will  assure  increased  financial  flexibility  and  payment  equity  across 
generations  for  its  long-term  assets;  and 

WHEREAS,  Staff  has  recently  completed  a  peer  review  of  capital  financing  policies;  and 

WHEREAS,  Staff  has  presented  to  the  Commission  a  recommendation  to  adopt  a  formal 
Policy  that  addresses  infrastructure  funding  and  sets  a  revenue  funding  minimum;  and 

WHEREAS,  Establishing  a  formal  Capital  Financing  Policy  is  a  prudent  way  to  protect 
both  ratepayer  affordability  and  the  high-grade  credit  ratings  of  each  enterprise;  now,  therefore, 
be  it 

RESOLVED,  That  the  Commission  hereby  approves  the  a  Capital  Financing  Policy  on 
file  with  the  Commission  Secretary. 

I  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 
March  28,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0062 


WHEREAS,  On  June  24,  2008,  this  Commission  awarded  Water  Enterprise,  Water 
System  Improvement  Program  (WSIP)-funded  Agreement  No.  CS-913,  Construction 
Management  (CM)  Services — Bay  Tunnel  Project,  and  authorized  the  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a  professional  services 
agreement  in  the  amount  of  $18,000,000  and  with  a  duration  of  five  years  and  five  months, 
concluding  on  February  2,  2014,  with  Jacobs  Engineering  Group,  Inc.;  and 

WHEREAS,  Amendment  No.  1  was  issued  on  July  12,  2011,  pursuant  to  Resolution  No. 
11-0115,  to  extend  the  agreement  duration  by  one  year  and  nine  months,  to  provide  continuing 
CM  services  for  the  Bay  Tunnel  Project;  and 

WHEREAS,  Amendment  No.  2  was  issued  on  October  13,  2015,  pursuant  to  Resolution 
No.  15-0202,  to  extend  the  agreement  duration  by  six  months,  to  provide  continuing  CM  services 
for  the  Bay  Tunnel  Project;  and 

WHEREAS,  Amendment  No.  3  was  issued  on  April  26,  2016,  pursuant  to  Resolution  No. 
16-0073,  to  extend  the  agreement  duration  by  1 1  months,  to  provide  continuing  CM  services  for 
the  Bay  Tunnel  Project;  and 

WHEREAS,  Amendment  No.  4  is  being  requested  to  extend  the  agreement  duration  by 
six  months,  for  a  total  agreement  duration  of  nine  years  and  one  month,  with  no  change  to  the 
agreement  value,  in  order  to  provide  continuing  construction  management  services  through  the 
end  of  the  anticipated  closeout  and  valve  repair  period;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  established  a  subconsulting 
requirement  of  5%  Local  Business  Enterprise  (LBE)  participation  for  this  agreement,  and  Jacobs 
Engineering  Group,  Inc.  is  committed  to  meeting  the  LBE  goal  of  17.7%  submitted  in  its 
proposal;  and 

WHEREAS,  Funds  for  this  agreement  continue  to  be  available  from  Project  CUW36801- 
Bay  Division  Reliability  Upgrade  -  Tunnel  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  Water 
Enterprise,  WSIP-funded  Agreement  No.  CS-913,  Construction  Management  Services — Bay 
Tunnel  Project,  with  Jacobs  Engineering  Group,  Inc.,  to  provide  continuing  CM  services  through 
the  end  of  the  closeout  and  valve  repair  period;  and  authorizes  the  General  Manager  to  execute 
this  amendment,  extending  the  agreement  duration  by  six  months,  for  a  total  agreement  duration 
of  nine  years  and  one  month,  and  with  no  change  to  the  agreement  value. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  28,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0063 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
consisting  of  approximately  199  acres  of  SFPUC  Parcel  31  in  the  Peninsula  Watershed  in 
Burlingame,  California  (Premises);  and 

WHEREAS,  In  1996,  the  SFPUC  awarded  a  20-year  lease  (Original  Lease)  to  Crystal 
Springs  Golf  Partners,  LP  (Tenant)  as  the  successful  bidder  in  a  competitive  bidding  process,  for 
the  operation  of  an  18-hole  regulation  length  municipal  golf  course  and  driving  range  on  the 
Premises;  and 

WHEREAS,  The  Original  Lease  is  due  to  expire  on  March  31,  2017,  and  Tenant  desires 
to  obtain  a  new  lease  to  continue  operating  the  municipal  golf  course  and  driving  range  at  the 
Premises;  and 

WHEREAS,  Since  the  Original  Lease’s  inception  in  1996,  the  golf  market  has  softened 
due  to  falling  customer  demand  and  an  oversupply  of  new  golf  courses  both  nationally  and  in  the 
Bay  Area,  and  in  2003,  in  response  to  these  conditions,  the  SFPUC  amended  the  Original  Lease 
to  provide  a  rent  reduction  to  Tenant;  and 

WHEREAS,  The  SFPUC  and  Tenant  have  negotiated  in  good  faith  for  more  than  a  year 
to  finalize  the  terms  and  conditions  of  a  proposed  new  20- year  lease  (New  Long-Term  Lease), 
and  although  lease  negotiations  are  completed,  due  to  no  fault  of  Tenant  there  is  insufficient  time 
to  seek  the  necessary  City  approvals  of  the  proposed  New  Long-Term  Lease  prior  to  the 
expiration  of  the  Original  Lease;  and 

WHEREAS,  The  holdover  clause  in  the  Original  Lease,  which  was  intended  to  prevent  a 
holdover  at  less  than  fair  market  rent,  would  have  the  unintended  consequence  in  this  case  of 
requiring  Tenant  to  pay  holdover  rent  88%  above  the  current  fair  market  rent;  and 

WHEREAS,  To  avoid  penalizing  Tenant  for  delays  in  obtaining  City  approvals  of  the 
proposed  New  Long-Term  Lease  that  were  not  caused  by  Tenant,  and  to  maintain  continuity  in 
the  operation  of  the  Golf  Course,  the  SFPUC  and  Tenant  have  negotiated  the  terms  and 
conditions  of  a  proposed  new  month-to-month  lease  (New  Month-to-Month  Lease),  a  copy  of 
which  is  on  file  with  the  Commission  Secretary,  to  allow  Tenant  to  continue  its  tenancy  during 
the  City’s  approval  process  at  a  fair  market  rental  rate  equal  to  the  greater  of  percentage  rent  or 
$83,333.33  per  month  in  base  rent,  which  is  the  same  percentage  rent  and  base  rent  rates 
proposed  in  the  New  Long-Term  Lease.  The  term  of  the  New  Month  to  Month  Lease  will  expire 
no  later  than  December  3 1,  2017;  and 

WHEREAS,  It  is  not  practical  to  competitively  bid  the  month-to-month  lease 
opportunity,  because  it  is  unlikely  that  other  experienced  golf  course  operators  would  bid  on 
such  a  short-term  lease  and  because  SFPUC  desires  to  maintain  continuity  of  golf  course 
operations  during  the  approval  process  for  the  proposed  New  Long-Term  Lease,  by  maintaining 
the  current  Tenant  in  place  at  fair  market  rent;  and 


WHEREAS,  On  March  6,  2017,  the  Planning  Department  determined  that  the  project  is 
categorically  exempt  under  the  California  Environmental  Quality  Act  (CEQA)  Section  15301, 
Class  1  (Existing  Facilities)  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  the  proposed  New  Month-to-Month 
Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  it  would  be  impractical  to 
competitively  bid  the  proposed  New  Month-to-Month  Lease  for  the  golf  course  Premises;  and  be 
it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  New  Month-to-Month  Lease,  and  finds,  based  on  the  advice  of  SFPUC’s 
consultants,  that  the  rent  under  the  New  Month-to-Month  Lease  is  not  less  than  fair  market  rent; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  execute  the  New  Month-to-Month  Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  SFPUC  General  Manager 
to  enter  into  any  amendments  or  modifications  to  this  New  Month-to-Month  Lease,  including 
without  limitation,  the  exhibits,  that  the  General  Manager  or  the  City  Attorney  believe  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City  or 
materially  diminish  the  benefits  to  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes 
and  intent  of  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  March  28,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

•  ate  i 


Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  April  11,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus-com/ViewPublisher.Dhp?view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Pamassus, 
21-Hayes;  9-San  Bruno;  and  71 -Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

H  311  Free  Language  Assistance:  US  /  Ayuda  gratuita  con  el  idioma  /  EeciuiaTHaa  noMomb 

nepeftOflHHKOB  /  Trcrgiup  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  MTfOHflnStS  /  “  fit  2J0-!  / 
mviaa  n"on"M-"‘isitiTut3  a'ufnlirf in / Libreng tulong para sa wikang Tagalog mviaa 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  1 61  -1 3),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
plannina.org/index.aspx?paae=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  March  28,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Alameda  Creek  Watershed  Project  Update  (Ritchie) 

8.  Workforce  Development  Update  (Kelly,  Jr.) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

Approve  the  novation  of  Agreement  No.  CS-1004.B,  Engineering  Design 
Services  for  Oceanside  Water  Pollution  Control  Plant;  and  authorize  the 
General  Manager  to  execute  a  Novation  Agreement  for  the  existing 
Agreement  No.  CS-1004.B,  from  MWH  Americas,  Inc.,  to  Stantec 
Consulting  Services,  Inc.  (How) 

Approve  the  novation  of  Agreement  No.  CS-167.C,  Comprehensive 
Technical  Services  for  Renewable  &  Advanced  Energy  Generation 
Systems;  and  authorize  the  General  Manager  to  execute  a  Novation 


a) 

170064 

b) 

170065 


C) 

170066 

d) 

170067 

e) 

17006$ 

f) 

170069 

g) 

170070 

h) 

170071 

170072 

i) 


Agreement  for  the  existing  Agreement  No.  CS-167.C,  from  MWH 
Americas,  Inc.  to  Stantec  Consulting  Services,  Inc.  (How) 

Approve  the  novation  of  Agreement  No.  CS-169,  Planning  and 
Engineering  Services,  Central  Bayside  System  Improvement  Project;  and 
authorize  the  General  Manager  to  execute  a  Novation  Agreement  for  the 
existing  Agreement  No.  CS-169,  from  MWH  Americas,  Inc.,  to  Stantec 
Consulting  Services,  Inc.,  subject  to  Board  of  Supervisors’  approval  under 
Charter  Section  9.1 1 8.  (How) 

Approve  the  novation  of  Agreement  No.  CS-296D,  Hetchy  System 
Improvement  Program  Professional  and  Engineering  Support  Services;  and 
authorize  the  General  Manager  to  execute  a  Novation  Agreement  for  the 
existing  Agreement  No.  CS-296D,  from  MWH  Americas,  Inc.  to  Stantec 
Consulting  Services  Inc.  (How) 

Approve  the  novation  of  Agreement  No.  CS-391.C,  As-Needed 
Operations  and  Maintenance  Services  for  Hetch  Hetchy  Water  and  Power; 
Authorize  the  General  Manager  to  execute  a  Novation  Agreement  for  the 
existing  Agreement  No.  CS-391.C,  from  MWH  Americas,  Inc.,  to 
Stantec  Consulting  Services,  Inc.;  approve  Amendment  No.  1  to 
Agreement  No.  CS-391.C;  Authorize  the  General  Manager  to  execute  a 
professional  services  amendment  in  an  amount  of  $2,000,000,  for  a 
total  not-to-exceed  agreement  amount  of  $6,000,000,  with  no  change  to  the 
agreement  duration.  (How) 

Accept  work  performed  by  Big  Valley  Electric  for  Contract  No.  HH-987(i), 
Moccasin  Control  and  Server  Building  Condenser  Loop  Water  Heating 
Work;  Approve  Modification  No.  1  (Final),  increasing  the  contract 
amount  by  $14,126,  for  a  total  contract  amount  of  $155,626,  and  with  a 
time  extension  of  32  consecutive  calendar  days,  for  a  total  contract 
duration  of  107  consecutive  calendar  days  (approximately  3.5  months);  and 
authorize  final  payment  to  the  contractor.  (How) 

Approve  Amendment  No.  1  to  Agreement  No.  PRO. 0001,  As-needed 
Laboratory  Analytical  Services  with  the  prime  consultant  Eurofins  Eaton 
Analytical,  Inc.,  to  provide  ongoing  as-needed  reference  laboratory  testing 
of  drinking  water,  wastewater,  groundwater,  soils,  sediments,  solids, 
hazardous  waste,  biota,  and  treatment  chemical  quality  control;  Authorize 
the  General  Manager  to  execute  this  amendment  with  a  time  extension  up 
to  two  years,  for  a  total  agreement  duration  of  five  years,  with  no  change 
to  the  agreement  value.  (Ritchie) 

Accept  work  performed  by  Engineering/Remediation  Resource  Group,  Inc., 
for  Contract  No.  WD-2750,  Remediation  at  520  John  Muir  Drive,  for  a  total 
contract  amount  of  $10,417,287,  and  with  a  total  contract  duration  of 
310  consecutive  calendar  days  (approximately  10  months);  and  authorize 
final  payment  to  the  contractor.  (How) 

Approve  an  increase  in  the  existing  construction  contract 


15.  Approve  Modification  No.  15  to  Contract  No.  WD-2705,  Town  of  Sunol  Fire 
Suppression  System,  with  Azul  Works,  Inc.,  with  a  time  extension  of  664 
consecutive  calendar  days  (approximately  one  year  and  10  months),  for  a 

^  total  revised  contract  duration  of  1 ,029  consecutive  calendar  days 
17007  i  (approximately  two  years  and  1 1  months),  with  no  change  to  the  contract 
amount.  (How) 

1 6.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

iT 0078  (1)  (Ambrose) 

Existing  Litigation 

Authorize  settlement  agreement  related  to: 

George  Birmingham  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 5-547835 
City  Attorney  File  No:  160278  /  Date  Filed  September  9,  2015 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 


contingency  for  Contract  No.  WW-605R,  Mission  and  Valencia  Streets 
Green  Gateway,  with  Anvil  Builders,  Inc.,  in  the  amount  of  $137,000,  and 
an  increase  of  the  contract  duration  for  an  additional  55  consecutive 
calendar  days;  and  authorize  the  General  Manager  to  approve  future 
modifications  to  this  contract,  if  appropriate,  up  to  a  total  revised  contract 
price  of  $3,630,914,  and  up  to  a  total  revised  contract  duration  of  475 
consecutive  calendar  days  (approximately  one  year  and  four  months). 

(How) 


170073 


j)  Authorize  the  General  Manager  to  negotiate  and  execute  a  Collaborative 
Agreement  with  HiBot  USA,  Inc.,  for  a  duration  of  two  years  to 

collaborate  on  the  development  of  a  Water  Main-Attribute  Risk  Based 
Prioritization  Model  for  the  SFPUC  water  distribution  system,  which  if 
developed,  will  permit  SFPUC  to  conduct  prediction/analysis  to  produce 
more  efficient  pipeline  replacement  recommendations  and  remaining  life 
assessments  for  SFPUC’s  pipelines.  (Ritchie) 


REGULAR  CALENDAR 


10.  Public  Hearing:  Discussion  and  possible  action  to  approve  revised 
schedule  of  rates  and  charges  for  the  San  Francisco  Public  Utilities 

170074  Commission  Power  Enterprise  CleanPowerSF  program  service  within  San 
Francisco  effective  July  1 , 201 7.  (Sandler) 

1 1 .  Workshop:  Discussion  of  the  CleanPowerSF  Growth  Plan:  Staff  will  present 

recommendations  for  CleanPowerSF  program  growth.  (Hale) 


12.  Public  hearing:  Discussion,  and  possible  action  to  lift  the  voluntary  10% 
system-wide  reduction  in  water  use  and  corresponding  10%  mandatory 
1 7  0  0  7  «  reduction  with  excess  use  charges  for  Interruptible  Water  Service 
customers.  (Ritchie) 


13.  Approve  Amendment  No.  3  to  Agreement  No.  CS-225R,  Seismic  Upgrade  of 
Bay  Division  Pipeline  (BDPL)  Nos.  3&4  at  Hayward  Fault,  Construction 
170076  Management  Services  with  EPC  Consultants,  Inc.,  to  continue  providing  CM 
services;  and  authorize  the  General  Manager  to  execute  this  amendment  with 
a  time  extension  up  to  six  months,  for  a  total  agreement  duration  of  five 
years  and  four  months,  with  no  change  to  the  agreement  amount. 

(How) 


Approve  Amendment  No.  1  to  Agreement  No.  CS-320,  Grant  Agreement 
with  Garden  for  the  Environment  and  its  fiscal  sponsor  the  San  Francisco 
Parks  Alliance,  to  continue  to  operate  a  public  demonstration  garden  and 
educational  programs  on  San  Francisco  Public  Utilities  Commission  property; 
and  authorize  the  General  Manager  to  execute  this  amendment,  increasing 
the  grant  agreement  by  $380,000,  for  a  total  not-to-exceed  agreement 
amount  of  $930,000,  and  with  a  time  extension  of  two  years,  for  a  total 
agreement  duration  of  seven  years.  (Ritchie) 


Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

25.  Announcement  following  Closed  Session. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

27.  Other  New  Business. 

28.  Adjournment. 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARING 


NOTICE  OF  PUBLIC  HEARING  Tuesday,  April  11,  2017  -  1:30  PM,  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION;  and  if 
necessary,  April  25,  2017  -  1:30  PM,  City  Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett 
Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of  the  SAN  FRANCISCO 
PUBLIC  UTILITIES  COMMISSION:  Public  Hearing,  discussion,  and  possible  action 
to  adopt  a  schedules  of  electric  rates  and  charges  for  customers  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  for  the  CleanPowerSF  (Community 
Choice  Aggregation)  Program  for  renewable  power  procurement  within  San 
Francisco.  The  detailed  agenda  and  related  files  will  be  available  at  least  72  hours 
before  the  scheduled  meetings  at  the  SFPUC  website  www.sfwater.org,  or  by 
calling  (415)  554-3165. 


NOTICE  OF  PUBLIC  HEARING 


NOTICE  OF  PUBLIC  HEARING  Tuesday,  April  11,  2017-  1:30  PM  City  Hall,  Room 
400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  San  Francisco  Public  Utilities  Commission,  the  governing  board  of 
the  publicly  owned  utility  operations  of  the  City  and  County  of  San  Francisco:  Public 
hearing,  discussion  and  possible  action  to  lift  the  voluntary  10%  system-wide 
reduction  in  water  use  and  corresponding  10%  mandatory  reduction  with  excess 
use  charges  for  interruptible  service  customers.  The  detailed  agenda  and  related 
files  will  be  available  at  least  72  hours  before  the  scheduled  meetings  at  the 
SFPUC  website  www.sfwater.org,  or  by  calling  (415)  554-3165. 


San  Francisco 

; 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 


Minutes 

Tuesday,  April  11, 2017 

(Approved  April  25,  2017) 


1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.ora 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus-Com/ViewPublisher.php?view  id=22 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:39  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 

3.  Approval  of  the  Minutes  of  March  28,  2017 

On  Motion  to  approve  the  Minutes  of  March  28,  2017: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 

No  public  comment. 

4.  General  Public  Comments 

•  Mr.  Christopher  Bowman  spoke  about  the  Groundwater  Project  and 
discussed  the  San  Francisco  Chronicle  article  regarding  the  project.  He 
indicated  reasons  for  requesting  a  project  delay. 

General  Manager  (GM)  Kelly  stated  that  the  Board  of  Supervisors  has 
requested  a  hearing  on  the  project. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  Alameda  Creek  Watershed  Center  Project  Update 

Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  provided  an 
update  on  the  Alameda  Creek  Watershed  Center  Project  (including  Sunol 
Yard).  He  stated  the  bids  came  back  40  percent  over  engineer’s  estimate. 

He  discussed  value  engineering,  the  re-bid  process,  and  steps  being 
considered  to  allow  the  project  to  move  forward.  He  indicated  staff  will  return 
in  the  fall  with  alternatives  for  consideration. 

Mr.  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
program  budget.  Commissioner  Vietor  indicated  there  is  community  support 
for  the  project  and  she  would  like  to  see  it  proceed  as  quickly  as  possible. 

Public  Comments 

•  Mr.  Eric  Brooks,  representing  multiple  organizations,  discussed  pesticide  use 
and  requested  information  be  provided  in  the  Watershed  Centers  regarding 
San  Francisco’s  reduction  in  pesticide  use. 
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8.  Workforce  Development  Update 

Mr.  Martin  Gran,  Special  Projects  Director,  discussed  the  three  SFPUC 
Workforce  Development  bureaus:  Human  Resource  Services  (HRS); 
Infrastructure;  and  External  Affairs/Community  Benefits.  He  reviewed  the  2020 
Strategic  Plan  Effective  Workforce  Goal. 

Ms.  Justine  Hinderliter,  Deputy  Director,  HRS,  began  her  presentation  with  a 
review  of  the  SFPUC  2020  Strategic  Plan:  Effective  Workforce  Goal  objectives: 
(1 )  Competency  Modeling  /  HR  Competency  Pilot;  (2)  Ensuring  job  description 
clarity  and  alignment;  (3)  Career  paths  and  opportunities;  (4)  Talent 
development;  (5)  Performance  management  and  recognition;  and  (6)  Data 
analytics  (metrics  and  analytics). 

Commissioner  Courtney  thanked  Ms.  Hinderliter  for  her  presentation. 

Commissioner  Vietor  asked  about  workforce  development  as  related  to  the 
Sewer  System  Improvement  Program.  GM  Kelly  stated  that  a  presentation  will 
be  scheduled  in  the  near  future. 

Yolanda  Manzone,  Acting  Director,  Community  Benefits,  discussed  how 
External  Affairs  contributes  to  workforce  development  through  the  Strategic 
Plan:  (1)  Kinder-to-Care  Strategy  -  Eco-literacy;  STEM  teaching  and  learning; 
and  Career  exposure  and  preparedness;  (2)  Youth  internship  programs;  and  (3) 
Regional  partnerships. 

Vice  President  (VP)  Kwon  complemented  staff  for  their  work,  noting  it  is  good  to 
engage  youth  early  with  relevant  programs. 

Commissioner  Courtney  thanked  Ms.  Manzone  for  the  presentation.  He  noted 
the  other  child  who  may  come  from  a  broken  home  or  needs  a  second  chance, 
and  that  there  is  an  obligation  to  also  focus  on  those  individuals. 

Commissioner  Vietor  stated  there  are  opportunities  to  connect  kids  with  nature 
and  the  environment  to  create  stewards. 

Public  Comments 

•  Ms.  Pattie  Gill  asked  that  the  community  be  kept  informed  on  job 
opportunities  and  requested  training  with  union  skills. 

•  Sister  Stephanie  Hughs  thanked  staff  for  the  presentation.  She  stated  the 
Bayview  needs  programs  which  will  provide  at-risk  youth  with  life-long 
opportunities. 

•  Jacqueline  Flin,  Executive  Director,  A.  Philip  Randolph  (APR)  Institute, 
discussed  APR  services  and  the  need  for  career  opportunities.  She 
expressed  appreciation  for  collaborative  efforts  between  APR  and  the 
SFPUC. 

Commissioner  Courtney  discussed  the  need  to  provide  union  job  training  with 
mentorship  and  certification. 
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•  Ms.  Elouise  Patton  encouraged  everyone  to  come  together  and  take 
advantage  of  opportunities. 

•  Mr.  David  George,  W.H.O.P.,  indicted  they  have  over  500  members.  He 
requested  that  the  community  be  kept  informed  of  job  and  training 
opportunities. 

•  Ms.  Deidra  Smith  and  Ms.  Gail  Hampton  W.H.O.P.,  asked  that  the 
community  be  engaged,  that  jobs  be  allocated/mandated  to  District  10,  and 
that  the  community  be  kept  involved  in  the  process. 

•  Mr.  Eric  Brooks,  multiple  organizations,  stated  pre-apprentice  and  apprentice 
programs  are  needed  and  outreach  and  noticing  of  local  jobs  is  crucial. 

•  Unknown  speaker  presented  comments  in  Spanish. 

Commissioner  Courtney  thanked  staff  for  their  work.  He  discussed  upcoming 
work  in  the  Southeast  sector  and  expressed  the  need  to  continue  conversations 
and  provide  opportunities. 

9.  Consent  Calendar 

a)  Approve  the  novation  of  Agreement  No.  CS-1004.B,  Engineering  Design 

Services  for  Oceanside  Water  Pollution  Control  Plant;  and  authorize  the 

General  Manager  to  execute  a  Novation  Agreement  for  the  existing 

Agreement  No.  CS-1004.B,  from  MWH  Americas,  Inc.,  to  Stantec 

Consulting  Services,  Inc.  (Resolution  17-0064) 

b)  Approve  the  novation  of  Agreement  No.  CS-167.C,  Comprehensive 

Technical  Services  for  Renewable  &  Advanced  Energy  Generation 

Systems;  and  authorize  the  General  Manager  to  execute  a  Novation 

Agreement  for  the  existing  Agreement  No.  CS-167.C,  from  MWH  Americas, 

Inc,  to  Stantec  Consulting  Services,  Inc.  (Resolution  17-0065) 

c)  Approve  the  novation  of  Agreement  No.  CS-169,  Planning  and  Engineering 

Services.  Central  Bavside  System  Improvement  Project;  and  authorize  the 

General  Manager  to  execute  a  Novation  Agreement  for  the  existing 

Agreement  No.  CS-169.  from  MWH  Americas.  Inc.,  to  Stantec  Consulting 

Services,  Inc.,  subject  to  Board  of  Supervisors’  approval  under  Charter 

Section  9.1 18.  (Resolution  17-0066) 

d)  Approve  the  novation  of  Agreement  No.  CS-296D,  Hetchy  System 
Improvement  Program  Professional  and  Engineering  Support  Services;  and 

authorize  the  General  Manager  to  execute  a  Novation  Agreement  for  the 

existing  Agreement  No.  CS-296D,  from  MWH  Americas.  Inc,  to  Stantec 

Consulting  Services  Inc.  (Resolution  17-0067) 

e)  Approve  the  novation  of  Agreement  No.  CS-391  .C,  As-Needed  Operations 

and  Maintenance  Services  for  Hetch  Hetchy  Water  and  Power;  Authorize 

the  General  Manager  to  execute  a  Novation  Agreement  for  the  existing 

Agreement  No.  CS-391  .C,  from  MWH  Americas.  Inc.,  to  Stantec  Consulting 

Services.  Inc.;  approve  Amendment  No.  1  to  Agreement  No.  CS-391  ,C; 

Authorize  the  General  Manager  to  execute  a  professional  services 
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amendment  in  an  amount  of  $2,000,000,  for  a  total  not-to-exceed 

agreement  amount  of  $6,000,000,  with  no  change  to  the  agreement 

duration.  (Resolution  17-0068) 

f)  Accept  work  performed  by  Big  Valiev  Electric  for  Contract  No.  HH-987(i), 

Moccasin  Control  and  Server  Building  Condenser  Loop  Water  Heating 

Work;  Approve  Modification  No.  1  (Final),  increasing  the  contract  amount 

by  $14,126,  for  a  total  contract  amount  of  $155,626,  and  with  a  time 

extension  of  32  consecutive  calendar  days,  for  a  total  contract  duration  of 

107  consecutive  calendar  days;  and  authorize  final  payment  to  the 

contractor.  (Resolution  17-0069) 

g)  Approve  Amendment  No.  1  to  Agreement  No.  PR0.0001 ,  As-needed 

Laboratory  Analytical  Sen/ices  with  the  prime  consultant  Eurofins  Eaton 

Analytical,  Inc.,  to  provide  ongoing  as-needed  reference  laboratory  testing 

of  drinking  water,  wastewater,  groundwater,  soils,  sediments,  solids, 

hazardous  waste,  biota,  and  treatment  chemical  Quality  control;  Authorize 

the  General  Manager  to  execute  this  amendment  with  a  time  extension  up 

to  two  years,  for  a  total  agreement  duration  of  five  years,  with  no  change  to 

the  agreement  value.  (Resolution  17-0070) 

h)  Accept  work  performed  by  Engineering/Remediation  Resource  Group,  Inc., 

for  Contract  No.  WD-2750,  Remediation  at  520  John  Muir  Drive,  for  a  total 

contract  amount  of  $10,417,287,  and  with  a  total  contract  duration  of  310 

consecutive  calendar  davs;and  authorize  final  payment  to  the  contractor. 

(Resolution  17-0071) 

i)  Approve  an  increase  in  the  existing  construction  contract  contingency  for 

Contract  No.  WW-605R,  Mission  and  Valencia  Streets  Green  Gateway, 

with  Anvil  Builders.  Inc.,  in  the  amount  of  $137,000,  and  an  increase  of  the 

contract  duration  for  an  additional  55  consecutive  calendar  days;  and 

authorize  the  General  Manager  to  approve  future  modifications  to  this 

contract,  if  appropriate,  up  to  a  total  revised  contract  price  of  $3,630,914, 

and  up  to  a  total  revised  contract  duration  of  475  consecutive  calendar 

days.  (Resolution  17-0072) 

j)  Authorize  the  General  Manager  to  negotiate  and  execute  a  Collaborative 

Agreement  with  HiBot  USA,  Inc.,  for  a  duration  of  two  years  to  collaborate 

on  the  development  of  a  Water  Main-Attribute  Risk  Based  Prioritization 

Model  for  the  SFPUC  water  distribution  system,  which  if  developed,  will 

permit  SFPUC  to  conduct  prediction/analvsis  to  produce  more  efficient 

pipeline  replacement  recommendations  and  remaining  life  assessments  for 

SFPUC’s  pipelines.  (Resolution  17-0073) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 
No  public  comment. 
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10.  Public  Hearing:  Discussion  and  possible  action  to  approve  revised  schedule  of 

rates  and  charges  for  the  San  Francisco  Public  Utilities  Commission  Power 

Enterprise  CleanPowerSF  program  service  within  San  Francisco  effective  July 

1, 2017.  (Resolution  17-0074) 

Mr.  Eric  Sandler,  CFO  and  AG M  Business  Sen/ices,  provided  background  on 
the  following:  (1)  CleanPowerSF  Program  Status;  (2)  Rate  Setting  Policy;  (3) 
CleanPowerSF  initial  rates;  and  (4)  CleanPowerSF  initial  rates  -  residential. 

AGM  Sandler  reviewed:  (1)  Changes  since  last  rate  action  PG&E  generation 
rates;  (2)  Proposed  FY  201 7-1 8  CleanPowerSF  rates  (Green  and  SuperGreen 
Premium);  (3)  Proposed  2017-18  CleanPowerSF  Rates  (Green  rate  v.  PG&E 
default  services  -  residential);  (4)  Proposed  2017-18  CleanPowerSF  Rates 
(Green  rate  v.  PG&E  default  generation  sen/ices);  (5)  Proposed  2017-18 
CleanPowerSF  Rates  (SuperGreen  rate  premium  v.  PG&E  Solar  Choice);  and 
(6)  Proposed  2017-18  CleanPowerSF  Rates  (residential  total  monthly  bill  v. 
PG&E).  Brief  discussion  ensued. 

AGM  Sandler  and  Mr.  Mike  Hyams,  CleanPowerSF  Director,  responded  to  a 
question  from  President  Moran  regarding  SuperGreen  rate  premium  v.  PG&E 
Solar  Choice.  Brief  discussion  ensued. 

Mr.  Hyams  responded  to  a  questions  from  Commissioner  Vietor  regarding  any 
correlation  between  PG&E  rate  change  and  CleanPowerSF  opt-out  rates,  and 
regarding  the  rate  reduction  and  the  long-term  build-out  plan.  President  Moran 
provided  additional  comments.  Brief  discussion  ensued. 

Mr.  Hyams  stated  the  item  had  been  before  the  SFPUC  Rate  Fairness  Board, 
where  Commission  adoption  was  recommended. 

On  Motion  to  approve  Item  10: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 

Public  Comments 

•  Mr.  Eric  Brooks,  multiple  organizations,  spoke  to  PG&E  PCIA  calculations 
and  negotiations.  He  thanked  staff  for  getting  rates  below  PG&E  rates.  He 
discussed  PG&E  renewable  energy  contract  renewal. 

•  Mr.  Jed  Holtzman,  350  SF,  expressed  support  for  the  proposal  stating  it 
needs  to  be  cheaper  and  cleaner  than  PG&E.  He  expressed  appreciation  for 
the  work  of  staff. 

•  Mr.  Jason  Fried,  LAFCo,  thanked  staff  for  their  work  on  rates  development. 
He  expressed  the  need  for  stable  pricing  and  discussed  the  Marin  program’s 
opt-out  experiences. 

1 1 .  Workshop:  Discussion  of  the  CleanPowerSF  Growth  Plan: 

Ms.  Barbara  Hale,  AGM  Power,  introduced  item.  She  noted  Mr.  Hyams  would 
present  information  regarding  the  CleanPowerSF  Growth  Plan.  Mr.  Hyams 
reviewed  the  agenda  and  presented  the  following: 
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Growth  Plan  Purpose  and  Approach:  (1)  Growth  Plan  purpose;  (2) 
CleanPowerSF  Goals  and  Objectives;  (3)  CleanPowerSF  business  practice 
policies;  and  (4)  CleanPowerSF  Growth  Plan  approach. 

Staff  Recommendations:  (1)  Pace  of  growth  -  complete  citywide  enrollment  by 
FYE  2019);  (2)  Financing  -  solicit  third  party  financing  support  through  Request 
for  Proposals;  (3)  Power  supply  -  issue  a  power  supply  Request  for  Offers 
(RFO);  (4)  Operational  readiness/staffing  -  staff-up  to  run  the  program 
successfully;  (5)  Phase  I  staffing  levels  -15.5  FTE;  and  (6)  Staffing  at  full  scale 
-  52  FTE. 

Mr.  Hyams  responded  to  a  question  from  Commissioner  Vietor  regarding  power 
supply  RFO. 

Mr.  Hyams  responded  to  a  question  from  President  Moran  regarding  staffing. 

Challenges  and  Mitigations:  (1)  Regulatory  (PCI A)  risk;  (2)  Financial;  (3)  Supply 
availability  and  cost;  and  (4)  Staffing  capacity. 

Positives:  (1)  Will  meet  San  Francisco’s  clean  energy  goals;  (2)  Will  create 
more  clean  energy  jobs;  and  (3)  Will  continue  to  provide  competitively  priced 
clean  energy. 

Implementation  Timeline:  (1)  Program  growth  timeline;  and  (2)  System 
development  timeline. 

Mr.  Hyams  concluded  with  a  review  of  next  steps. 

Commissioner  Vietor  thanked  staff  for  their  work. 

President  Moran  stated  the  CleanPowerSF  Program  is  a  major  and  different 
type  of  business  and  risk  needs  to  be  mitigated. 

GM  Kelly  thanked  the  Commission,  staff,  and  advocates  for  their  work. 

Commissioner  Courtney  thanked  AGM  Hale  for  focusing  on  his  concerns. 

Public  Comments 

•  Mr.  Eric  Brooks,  multiple  organizations,  discussed  the  need  for  local  and 
citywide  build-out  plans.  He  stated  the  50  percent  green  target  should  be 
sooner.  He  provided  and  update  on  SB618  and  AB79.  He  requested  the 
LAFCo  MOU  needs  be  renewed. 

•  Ms.  Melissa  Yu,  Sierra  Club,  expressed  the  need  for  competitive  rates.  She 
requested  to  see  faster  movement,  and  consideration  of  local  generation  and 
integration  of  local  resources.  She  requested  the  LAFCo  MOU  be  extended. 

•  Mr.  Jed  Holtzman,  350  SF,  thanked  staff  for  meeting  with  advocates.  He 
stated  raising  the  renewable  energy  percentage  is  good;  that  the  opt-goal  and 
roll-out  plan  too  conservative;  and  requested  the  LAFCo  MOU  be  extended. 


SFPUC  Minutes 
April  11,2017 


Page  8 


•  Mr.  Jason  Fried,  LAFCo,  thanked  staff  for  their  good  work. 

12.  Public  hearing:  Discussion  and  possible  action  to  lift  the  voluntary  10%  system¬ 

wide  reduction  in  water  use  and  corresponding  10%  mandatory  reduction  with 
excess  use  charges  for  Interruptible  Water  Service  customers.  (Resolution  17- 

0075) 

AGM  Ritchie  introduced  the  item  and  requested  approval,  noting  conservation 
programs  will  stay  in  effect. 

On  Motion  to  approve  Item  12: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 

No  public  comment. 

13.  Approve  Amendment  No.  3  to  Agreement  No.  CS-225R,  Seismic  Upgrade  of 

Bay  Division  Pipeline  (BDPL)  Nos.  3&4  at  Hayward  Fault.  Construction 

Management  Services  with  EPC  Consultants.  Inc.,  to  continue  providing  CM 

services;  and  authorize  the  General  Manager  to  execute  this  amendment  with  a 

time  extension  up  to  six  months,  for  a  total  agreement  duration  of  five  years 

and  four  months,  with  no  change  to  the  agreement  amount.  (Resolution  17- 

0076) 

On  Motion  to  approve  Item  13: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 

No  public  comment. 

14.  Approve  Amendment  No.  1  to  Agreement  No.  CS-320,  Grant  Agreement  with 

Garden  for  the  Environment  and  its  fiscal  sponsor  the  San  Francisco  Parks 

Alliance,  to  continue  to  operate  a  public  demonstration  garden  and  educational 

programs  on  San  Francisco  Public  Utilities  Commission  property;  and  authorize 

the  General  Manager  to  execute  this  amendment,  increasing  the  grant 

agreement  by  $380,000.  for  a  total  not-to-exceed  agreement  amount  of 

$930,000,  and  with  a  time  extension  of  two  years,  for  a  total  agreement 

duration  of  seven  years. 

Without  objection,  Commissioner  Courtney  requested  the  item  be  continued. 

15.  Approve  Modification  No.  15  to  Contract  No.  WD-2705,  Town  of  Sunol  Fire 

Suppression  System,  with  Azul  Works,  Inc.,  with  a  time  extension  of  664 

consecutive  calendar  days,  for  a  total  revised  contract  duration  of  1 ,029 

consecutive  calendar  days,  with  no  change  to  the  contract  amount.  (Resolution 

17-0077) 

On  Motion  to  approve  Item  15: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 

No  public  comment. 
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The  Commission  Secretary  read  item  18  and  stated  items  19  through  24  would 
not  be  heard. 

16.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 

17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 

The  Commission  entered  into  Closed  Session  at  4:01  PM. 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

m 

Existing  Litigation 

Authorize  settlement  agreement  related  to: 

George  Birmingham  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  Case  No.:  CGC-1 5-547835 

City  Attorney  File  No:  160278  /  Date  Filed  September  9,  2015 

(Resolution  17-0078) 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/15. 

Case  No.:  ER 15-702-000/Date  Filed:  December  23.  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 
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Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER  15-705-000/Date  Filed:  December  23.  2014 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35. 13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  4:20  PM. 

25.  Announcement  following  Closed  Session. 

President  Moran  announced  that  a  settlement  was  reached  on  item  18. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  no  to  disclose: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 

27.  Other  New  Business. 

Commissioner  Courtney  discussed  the  SFPUC  Recognition  Program  (Golden 
Pride). 

28.  Adjournment. 

President  Moran  adjourned  the  meeting  at  4:21  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0064 


WHEREAS,  On  January  13,  2015,  per  Resolution  No.  15-0011,  this  Commission 
awarded  Agreement  No.  CS-1004.B,  Engineering  Design  Services  for  Oceanside  Water 
Pollution  Control  Plant  (OSP),  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement  in 
the  amount  of  $3,500,000  and  with  a  term  of  seven  years,  with  MWH  Americas,  Inc.,  to  provide 
engineering  design  services  for  the  Sewer  System  Improvement  Program  (SSIP)  projects  at 
OSP;  and 

WHEREAS,  Amendment  No.  1  was  issued  for  $1,500,000,  for  a  total  not-to-exceed 
amount  of  $5,000,000,  with  no  change  to  the  agreement  duration,  in  order  to  continue  providing 
engineering  design  services  for  the  SSIP  projects  at  OSP;  and 

WHEREAS,  On  January  1,  2017,  MWH  Americas,  Inc.  (“Transferor”)  merged  into 
Stantec  Consulting  Services  Inc.  (“Transferee”),  resulting  in  Transferee  acquiring  all  the  assets, 
obligations,  and  liabilities  of  Transferor;  and 

WHEREAS,  Transferor  is  currently  performing  engineering  design  services  that  are 
needed  for  the  SSIP  projects  at  OSP;  and 

WHEREAS,  The  project  team  has  concluded  that  Transferee,  which  meets  the  minimum 
qualifications  as  set  forth  in  the  original  Request  for  Proposals,  is  the  only  consultant  that  can 
readily  perform  these  services  without  causing  severe  disruption  to  the  continued  operation  of 
the  SSIP;  moreover,  background  resources  required  to  complete  these  services  would  be  lost  if 
the  City  was  required  to  competitively  procure  the  contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  Agreement  remain  in  full  force  and 
effect;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  novation  of  Agreement  No.  CS- 
1004.B,  Engineering  Design  Services  for  OSP,  and  authorizes  the  General  Manager  of  the 
SFPUC  to  negotiate  and  execute  a  Novation  Agreement  with  Stantec  Consulting  Services,  Inc., 
in  a  form  approved  by  the  City  Attorney. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0065 


WHEREAS,  On  August  28,  2012,  per  Resolution  No.  12-0148,  this  Commission 
awarded  Agreement  No.  CS-167.C,  Comprehensive  Technical  Services  for  Renewable  & 
Advanced  Energy  Generation  Systems,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional 
services  agreement  in  the  amount  of  $2,250,000  and  with  a  term  of  five  years,  with  MWH 
Americas,  Inc.  (hereinafter  “Transferor”),  to  assist  the  SFPUC  Power  Enterprise  with  renewable 
energy  and  storage  technology  services,  including  technical  evaluation,  project  development, 
permitting,  design,  and  construction  management;  and 

WHEREAS,  On  January  1,  2017,  MWH  Americas,  Inc.  (“Transferor”)  merged  into 
Stantec  Consulting  Services  (“Transferee”),  resulting  in  Transferee  acquiring  all  the  assets, 
obligations,  and  liabilities  of  Transferor;  and 

WHEREAS,  Transferor  is  currently  performing  services  that  are  needed  to  assist  the 
SFPUC  Power  Enterprise  with  renewable  energy  and  storage  technology  services,  including 
technical  evaluation,  project  development,  permitting,  design,  and  construction  management  for 
implementation  of  the  Enterprise’s  energy  generation  projects;  and 

WHEREAS,  The  project  team  has  concluded  that  Transferee,  which  meets  the  minimum 
qualifications  as  set  forth  in  the  original  Request  for  Proposals,  is  the  only  consultant  that  can 
readily  perform  these  services  without  causing  severe  disruption  to  the  continued  operation  of 
the  SFPUC  Power  Enterprise;  moreover,  background  resources  required  to  complete  these 
services  would  be  lost  if  the  City  was  required  to  competitively  procure  the  contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  CS-167.C  Agreement  remain  in  full 
force  and  effect;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  novation  of  Agreement  No.  CS- 
167.C,  Comprehensive  Technical  Services  for  Renewable  &  Advanced  Energy  Generation 
Systems,  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  Novation 
Agreement,  with  Stantec  Consulting  Services,  Inc.,  in  a  form  approved  by  the  City  Attorney. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  _ 17-0066 


WHEREAS,  On  February  28,  2012,  this  Commission  awarded  Agreement  No.  CS-169, 
Planning  and  Engineering  Services,  Central  Bayside  System  Improvement  Project,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
negotiate  and  execute  a  professional  services  agreement,  in  the  amount  of  $30,000,000  and  with 
a  duration  of  nine  years,  to  the  MWH/URS  Joint  Venture  by  Resolution  Number  12-0035, 
subject  to  Board  of  Supervisors’  approval  under  Charter  Section  9. 1 18,  and 

WHEREAS,  On  May  15,  2012,  the  San  Francisco  Board  of  Supervisors  approved  the 
award  of  the  Agreement  to  the  MWH/URS  Joint  Venture  by  Resolution  Number  179-12 
pursuant  to  Charter  Section  9.1 18;  and 

WHEREAS,  The  parties  executed  Amendment  No.  1  to  the  Agreement,  dated  May  6, 
2013; and 

WHEREAS,  To  resolve  a  conflict  of  interest,  the  MWH/URS  Joint  Venture  assigned  its 
interests  in  Agreement  No.  CS-169  to  MWH  Americas,  Inc.  On  July  28,  2015,  the 
Commission,  by  its  Resolution  No.  15-0166,  authorized  the  Consent  to  Assignment  of 
Agreement  No.  CS-169,  which  the  Board  of  Supervisors  approved  through  Resolution  No.  353- 
15  on  October  9,  2015.  The  Commission  also  approved  Amendment  No.  2  through  its 
Resolution  No.  15-0166;  and 

WHEREAS,  On  January  1,  2017,  MWH  Americas,  Inc.  (“Transferor”)  merged  into 
Stantec  Consulting  Services  Inc.  (“Transferee”),  resulting  in  Transferee  acquiring  all  the  assets, 
obligations,  and  liabilities  of  Transferor;  and 

WHEREAS,  Transferor  is  currently  performing  services  that  are  needed  to  provide 
planning  and  engineering  services  for  the  Central  Bayside  System  Improvement  Project;  and 

WHEREAS,  The  project  team  has  concluded  that  Transferee,  which  meets  the  minimum 
qualifications  of  the  original  Request  for  Proposals,  is  the  only  consultant  that  can  readily 
perform  these  services  without  causing  severe  disruption  to  the  continued  operation  of  the 
Central  Bayside  System  Improvement  Project;  moreover,  background  resources  required  to 
complete  these  services  would  be  lost  if  the  City  was  required  to  competitively  procure  the 
contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  Agreement  remain  in  full  force  and 
effect;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  novation  of  Agreement  No.  CS- 
169,  Planning  and  Engineering  Services,  Central  Bayside  System  Improvement  Project,  to 
Stantec  Consulting  Services,  Inc.,  and  authorizes  the  General  Manager  of  the  SFPUC  to 
negotiate  and  execute  a  Novation  Agreement,  with  Stantec  Consulting  Services  Inc.,  in  a  form 
approved  by  the  City  Attorney,  subject  to  Board  of  Supervisors’  approval  under  Charter  Section 
9.118. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 

(jjMfUU l  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0067 


WHEREAS,  On  June  1 1,  2013,  per  Resolution  No.  13-0091,  this  Commission  awarded 
Agreement  No.  CS-296D,  Hetchy  System  Improvement  Program  (HSIP)  Professional  and 
Engineering  Support  Services,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement  in 
the  amount  of  $2,500,000  and  with  a  duration  of  five  years,  with  MWH  Americas,  Inc. 
(hereinafter  “Transferor”),  to  provide  the  HSIP  with  technical  expertise  in  program  and  project 
management,  construction  management,  project  controls  management,  contract  administration, 
and  project  engineering;  and 

WHEREAS,  Amendments  Nos.  1-5  were  issued  for  $3,300,000,  for  a  total  not-to-exceed 
amount  of  $5,800,000,  and  with  no  change  to  the  agreement  duration,  in  order  to  continue 
providing  HSIP  with  technical  expertise  in  program  and  project  management,  construction 
management,  project  controls  management,  contract  administration,  and  project  engineering; 
and 

WHEREAS,  On  January  1,  2017,  Transferor  merged  into  Stantec  Consulting  Services 
Inc.  (“Transferee”),  resulting  in  Transferee  acquiring  all  the  assets,  obligations,  and  liabilities  of 
Transferor;  and 

WHEREAS,  Transferor  is  currently  performing  services  that  are  needed  for  the  HSIP  to 
provide  technical  expertise  in  program  and  project  management,  construction  management, 
project  controls  management,  contract  administration,  and  project  engineering;  and 

WHEREAS,  The  project  team  has  concluded  that  Transferee,  which  meets  the  minimum 
qualifications  as  set  forth  in  the  original  Request  for  Proposals,  is  the  consultant  that  can  readily 
perform  these  services  without  causing  severe  disruption  to  the  continued  operation  of  the 
HSIP;  moreover,  background  resources  required  to  complete  these  services  would  be  lost  if  the 
City  was  required  to  competitively  procure  the  contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  Agreement  remain  in  full  force  and 
effect;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  novation  of  Agreement  No. 
CS-296D,  HSIP  Professional  and  Engineering  Support  Services,  and  authorizes  the  General 
Manager  of  the  SFPUC  to  negotiate  and  execute  a  Novation  Agreement  with  Stantec  Consulting 
Services  Inc.,  in  a  form  approved  by  the  City  Attorney. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0068 


WHEREAS,  On  June  23,  2015,  per  Resolution  No.  15-0136,  this  Commission  awarded 
Agreement  No.  CS-391.C,  As-Needed  Operations  and  Maintenance  Services  for  Hetch  Hetchy 
Water  and  Power  (HHWP),  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement  in  the 
amount  of  $4,000,000  and  with  a  term  of  five  years,  with  MWH  Americas,  Inc.,  to  assist  the 
SFPUC  with  as-needed  operations  and  maintenance  services  for  the  HHWP  Division;  and 

WHEREAS,  On  January  1,  2017,  MWH  Americas,  Inc.  (“Transferor”)  merged  with 
Stantec  Consulting  Services  Inc.  (“Transferee”),  resulting  in  Transferee  acquiring  all  the  assets, 
obligations,  and  liabilities  of  Transferor;  and 

WHEREAS,  Transferor  is  currently  performing  services  that  are  needed  to  assist  the 
SFPUC  with  as-needed  operations  and  maintenance  services  for  the  HHWP  Division,  including 
for  water  supply,  storage,  and  transport  services;  water  quality  services;  power  services;  water 
and  wastewater  treatment  services;  and  operations  and  maintenance  services;  and 

WHEREAS,  The  project  team  has  concluded  that  Transferee,  which  meets  the  minimum 
qualifications  as  set  forth  in  the  original  Request  for  Proposals,  is  the  only  consultant  that  can 
readily  perform  these  services  without  causing  severe  disruption  to  the  continued  operation  of 
the  HHWP  Division;  moreover,  background  resources  required  to  complete  these  services 
would  be  lost  if  the  City  was  required  to  competitively  procure  the  contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  CS-391.C  Agreement  remain  in  full 
force  and  effect;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  the  agreement  by 
$2,000,000,  for  a  total  not-to-exceed  agreement  amount  of  $6,000,000,  with  no  change  to  the 
agreement  duration,  in  order  to  continue  using  staff  augmentation  to  support  ongoing  HHWP 
operational  responsibilities;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  novation  of  Agreement  No. 
CS-391.C,  As-Needed  Operations  and  Maintenance  Services  for  HHWP,  and  authorizes  the 
General  Manager  of  the  SFPUC  to  negotiate  and  execute  a  Novation  Agreement  with  Stantec 
Consulting  Services  Inc.,  in  a  form  approved  by  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to 
Agreement  No.  CS-391.C,  As-Needed  Operations  and  Maintenance  Support  Services  for 
HHWP,  to  continue  using  staff  augmentation  to  support  ongoing  HHWP  operational 
responsibilities,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  a  professional 
services  amendment  in  an  amount  of  $2,000,000,  for  a  total  not-to-exceed  agreement  amount  of 
$6,000,000,  with  no  change  to  the  agreement  duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0069 


WHEREAS,  Construction  has  been  completed  for  Hetchy  Capital  Improvement  Projects 
funded  Contract  No.  HH-987(i),  Moccasin  Control  and  Server  Building  Condenser  Loop  Water 
Heating  Work,  by  the  contractor,  Big  Valley  Electric;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  October  11, 
2016,  with  an  original  schedule  of  75  consecutive  calendar;  and 

WHEREAS,  The  original  contract  amount  was  for  $141,500;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extension  of  time  to  complete  construction  work  in  excess  of  10%  of  the  original  construction 
duration  be  approved  by  this  Commission;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  in  the  amount  of  $14,126  to 
add  a  new  emergency  electrical  panel,  relocate  conduits  and  circuits  and  provide  temporary 
power  and  cooling  for  the  server  room,  increasing  the  contract  amount  to  $155,626,  with  a  time 
extension  of  32  consecutive  calendar  days  to  complete  all  work,  extending  the  total  contract 
duration  to  107  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  Local  Business 
Enterprise  (LBE)  subcontracting  participation  requirements  are  not  applicable  to  this  Micro-LBE 
Set-Aside  project;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH10202  -  Moccasin  Facilities 
Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Big  Valley 
Electric  for  Hetchy  Capital  Projects  funded  Contract  No.  HH-987(i)  Moccasin  Control  and 
Server  Building  Condenser  Loop  Water  Heating  Work,  approves  Modification  No.  1  (Final), 
increasing  the  contract  by  $14,126,  for  a  total  contract  amount  of  $155,626,  with  a  time 
extension  of  32  consecutive  calendar  days  for  a  total  contract  duration  of  107  consecutive 
calendar  days;  and  authorizes  final  payment  to  the  contractor.  Big  Valley  Electric. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


OkiML  ft—  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0070 


WHEREAS,  On  January  13,  2014,  pursuant  to  Resolution  No.  15-0010  this  Commission 
awarded  Operating  Budget-funded  Agreement  No.  PR0.0001,  As-needed  Laboratory  Analytical 
Services,  to  provide  as-needed  reference  laboratory  testing  of  drinking  water,  wastewater, 
groundwater,  soils,  sediments,  solids,  hazardous  waste,  biota,  and  treatment  chemical  quality 
control,  and  authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  to  negotiate  and  execute  a  professional  services  agreement,  in  the  amount  of 
$3,000,000  and  with  a  term  of  three  years,  concluding  on  March  21,  2018,  with  Eurofins  Eaton 
Analytical,  Inc.;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  duration  by 
two  years,  for  a  total  duration  of  five  years,  with  no  change  to  the  agreement  value,  in  order  to 
continue  providing  analytical  testing  required  for  regulatory  compliance  under  the  Safe  Drinking 
Water  Act,  the  Clean  Water  Act,  and  associated  permits  and  to  provide  process  control  analytical 
testing  for  associated  water  and  wastewater  operations;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8(A)  of  the  San  Francisco  Administrative  Code, 
the  Contract  Monitoring  Division  has  waived  the  Local  Business  Enterprise  subconsulting 
requirement  for  this  project;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  the  annual  fiscal  year  operating  budgets  for  the  WQD,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Operating 
Budget-funded  Agreement  No.  PR0.0001,  As-needed  Laboratory  Analytical  Services,  with 
Eurofins  Eaton  Analytical,  Inc.,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute 
this  amendment  with  a  time  extension  up  to  two  years,  for  a  total  agreement  duration  of  five 
years,  with  no  change  to  the  agreement  value. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0071 


WHEREAS,  On  March  10,  2015,  by  Resolution  No.  15-0060,  this  Commission  awarded 
Contract  No.  WD-2750,  Remediation  at  520  John  Muir  Drive,  in  the  amount  of  $9,210,716,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Engineering/Remediation  Resources 
Group,  Inc;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  April  17,  2015, 
with  an  original  schedule  of  280  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  310  consecutive  calendar  days  on  March  21,  2016;  and 

WHEREAS,  Modification  Nos.  1-9  were  issued  in  the  amount  of  $1,206,572  to  address 
removal  of  additional  trees,  additional  tree  planting  during  site  restoration,  demolition  of  an 
abandoned  dock  onsite,  procurement  of  additional  fill  source  material,  increase  of  contingency  to 
cover  additional  excavation  of  impacted  soils,  demolition  of  an  abandoned  shack;  increasing  the 
total  contract  amount  to  $10,417,287  with  a  time  extension  of  30  days  for  a  total  duration  of  310 
consecutive  calendar  days;  and 

WHEREAS,  On  November  10,  2015,  by  Resolution  No.  15-0060,  this  Commission 
approved  an  additional  contingency  amount  of  $425,000  to  increase  the  total  contract 
contingency  from  10%  ($921,071)  to  14.6%  ($1,346,071),  increasing  the  maximum  contract 
limit  to  $10,556,786,  and  for  a  total  revised  contract  duration  of  340  consecutive  calendar  days; 
and 

WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Capital 
Improvement  Program  (CIP)  funded  Contract  No.  WD-2750,  Remediation  at  520  John  Muir 
Drive,  by  the  contractor,  Engineering/Remediation  Resources  Group,  Inc.;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  goal  of  17%  for  this  contract.  The  contractor  achieved  an  LBE 
goal  of  16.67%.  CMD  staff  has  found  that  the  contractor  substantially  complied  with  CMD 
Chapter  14B  subcontracting  requirements  and  concurs  with  the  closeout  thereof;  and 

WHEREAS,  Funds  were  available  from  CIP  as  well  as  through  the  supplemental 
appropriation  from  the  Water  Enterprise  fund  balance  in  the  San  Francisco  Public  Utilities 
Commission’s  Water  Enterprise  Department  budget  to  support  the  cleanup  of  contaminated  soil 
at  Lake  Merced  in  FY  2014-15;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by 
Engineering/Remediation  Resources  Group,  Inc.  for  Water  Enterprise,  CIP  funded  Contract  No. 
WD-2750,  Remediation  at  520  John  Muir  Drive,  for  a  total  contract  amount  of  $10,417,287,  and 
with  a  total  contract  duration  of  310  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0072 


WHEREAS,  On  November  10,  2015,  per  Resolution  No.  15-0236,  this  Commission 
approved  the  award  of  Sewer  System  Improvement  Program  (SSIP)  funded  Contract  No.  WW- 
605R,  Mission  and  Valencia  Streets  Green  Gateway,  to  Anvil  Builders,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  4, 
2016; and 

WHEREAS,  The  original  contract  amount  was  for  $2,949,013  with  a  contract  duration  of 
360  consecutive  calendar  days;  and 

WHEREAS,  On  December  13,  2016,  per  Resolution  No.  16-0248,  this  Commission 
approved  an  increase  to  the  existing  contract  cost  contingency  in  the  amount  of  $262,781  for  the 
SSIP  funded  Contract  No.  WW-605R,  Mission  and  Valencia  Streets  Green  Gateway,  for  a  total, 
revised  contract  amount  of  $3,503,914;  and 

WHEREAS,  On  February  28,  2017,  per  Resolution  No.  17-0034,  this  Commission 
approved  an  increase  to  the  existing  contract  duration  of  60  consecutive  calendar  days  for  the 
SSIP  funded  Contract  No.  WW-605R,  Mission  and  Valencia  Streets  Green  Gateway,  for  a  total, 
revised  contract  duration  of  420  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  6  is  being  requested  to  increase  to  the  existing  contract 
contingency  in  the  amount  of  $137,000,  increasing  the  contract  to  an  amount  up  to  $3,630,914 
and  to  increase  the  existing  duration  contingency  by  55  consecutive  calendar  days,  for  a  total, 
revised  duration  of  up  to  475  consecutive  calendar  days,  subject  to  the  General  Manager’s 
subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  1 1%  for  this  contract  and  the  contractor  committed  to  a  LBE 
participation  of  1 1.24%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  (i)  SFPUC-SSIP,  Project  No.  CWWSIPFCDB09; 
(ii)  SFPUC-SFWD,  Project  No.  WTRX5  W  A  A  ACP ;  (iii)  SFPW-Paving,  Project  No.  2464J;  and 
(iv)  SFMTA-Livable  Streets,  Project  No.  CPKH71-D1 12LS;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  approves  Modification  No.  6  to 
SSIP  Contract  No.  WW-605R,  with  Anvil  Builders,  Inc.,  increasing  the  contract  contingency  by 
$137,000  for  a  total,  revised  contract  amount  up  to  $3,630,914  and  with  a  duration  contingency 
extension  of  55  consecutive  calendar  days  for  a  total  contract  duration  of  up  to  475  consecutive 
calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  amount  up  to  $3,630,914  and  to  the  contract  duration  up  to  475  consecutive  calendar 
days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0073 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  seeks  to  enhance 
the  efficiency  of  its  water  main  pipe  replacement  program  by  conducting  prediction/analysis  and 
use  existing  SFPUC  databases  to  produce  pipeline  replacement  recommendations  and  remaining 
life  assessments  for  SFPUC’ s  pipelines;  and 

WHEREAS,  The  Collaborative  Agreement  between  the  SFPUC  and  HiBot  USA,  Inc. 
(HiBot)  will  provide  a  framework  for  cooperation  between  the  parties  to  enable  HiBot  to  test  the 
efficacy  of  its  product  and  to  use  the  SFPUC  project  and  SFPUC  data  gathered  or  observed  by 
HiBot  as  a  case  study  for  developing  and  marketing  a  water  main  multi-attribute  risk  based 
prioritization  model  for  use  by  water  utilities;  and 

WHEREAS,  If  developed,  use  of  the  Prioritization  Model  may  permit  SFPUC  to  conduct 
prediction/analysis  on  its  4”,  6”  and  8”  distribution  mains;  and 

WHEREAS,  In  exchange  for  SFPUC’s  collaboration,  if  developed,  SFPUC  will  receive 
the  Prioritization  Model  at  no  cost.  HiBot  also  will  grant  SFPUC  a  free,  unlimited,  perpetual 
license  to  any  software  or  modeling  solution  created  under  this  agreement  or  on  reliance  of  the 
information  and  data  gathered  or  observed  by  HiBot  under  the  Agreement;  and 

WHEREAS,  Pipe  investigation  and  model  development  activities  are  anticipated  to  begin 
in  May  2017  and  end  in  May  2019  and  the  total  duration  of  this  agreement  is  twenty  four  (24) 
months;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  Collaborative  Agreement  with 
HiBot  USA,  Inc.  for  a  total  duration  of  twenty-four  (24)  months  to  collaborate  on  the 
development  of  a  Water  Main-Attribute  Risk  Based  Prioritization  Model  for  the  SFPUC  water 
distribution  system,  which  if  developed,  will  permit  SFPUC  to  conduct  prediction/analysis  to 
produce  more  efficient  pipeline  replacement  recommendations  and  remaining  life  assessments 
for  SFPUC’s  pipelines. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0074 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  Community  Choice 
Aggregation  (CCA)  program  in  2004  (Ordinance  86-04)  and  has  implemented  the  program 
called  CleanPowerSF  through  the  work  of  the  SFPUC  in  consultation  with  the  San  Francisco 
Local  Agency  Formation  Commission  (Ordinances  146-07,  147-07,  and  232-09);  and 

WHEREAS,  The  complementary  objectives  of  CleanPowerSF  are  to  reduce  greenhouse 
gas  emissions,  and  to  provide  the  City’s  energy  consumers  with  renewable  electricity  supplies  all 
the  while  remaining  cost  competitive  with  Pacific  Gas  and  Electric  Company’s  (PG&E) 
products,  including,  if  approved  after  environmental  review,  the  build-out  of  local  energy 
resources  such  as  energy  efficiency  and  renewable  power  projects;  and 

WHEREAS,  The  SFPUC  intends  that  CleanPowerSF  retail  rates  be  adequate  to  support 
program  operations,  future  projects,  and  a  financially  independent  program,  taking  into 
consideration  program  goals;  and 

WHEREAS,  CleanPowerSF  rates  are  proposed  to  be  0.25%  below  PG&E  rates  for  its 
default  electricity  generation  service  based  on  PG&E’s  current  rates,  less  pass-through  customer 
charges  including  PG&E’s  Power  Charge  Indifference  Adjustment  (PCIA)  and  Franchise  Fee 
Surcharge  (FFS),  and  adjusted  annually  to  the  extent  necessary  to  reflect  changes  to  operational 
costs  and  changes  to  PG&E’s  rates  for  comparable  products,  less  PG&E’s  PCIA  and  FFS 
charges;  and 

WHEREAS,  The  premium  for  the  CleanPowerSF  100%  renewable  “SuperGreen” 
product  are  proposed  to  remain  at  $0.02/kWh  above  “Green”  product  rates  for  residential 
customers  and  at  $0.0 14/kWh  above  the  “Green”  product  rates  for  commercial  customers;  and 

WHEREAS,  Revisions  in  CleanPowerSF  “Green”  and  “SuperGreen”  rates  are  needed  to 
maintain  competitive  rates  due  to  changes  in  comparable  PG&E  generation,  PCIA  and  FFS  rates; 
and 


WHEREAS,  PG&E’s  rates  are  authorized  by  the  California  Public  Utilities  Commission 
(CPUC);  and 

WHEREAS,  The  CPUC  permits  PG&E  to  levy  the  PCIA  on  the  bills  of  customers  who 
switch  to  CleanPowerSF,  in  order  to  recover  PG&E's  generation  costs  incurred  prior  to  a 
customer's  switch  from  its  generation  service;  and 

WHEREAS,  The  FFS  is  a  surcharge  imposed  by  PG&E  on  its  customers  to  recover 
franchise  fees  charged  by  cities  and  counties;  and 

WHEREAS,  Pursuant  to  Charter  Section  16.112,  a  Notice  of  hearing  on  the  proposal  to 
adopt  a  schedule  of  rates  was  published  in  the  official  newspaper  on  March  13th  through  March 
17th,  2017,  and  posted  on  the  SFPUC  website  and  at  the  San  Francisco  Public  Library,  as 
required,  for  a  public  hearing  on  April  1 1,  2017;  and 


WHEREAS,  Charter  section  8B.125  requires  the  Commission  to  set  rates  and  charges, 
subject  to  rejection  by  the  Board  of  Supervisors,  within  30  days  of  submission 

WHEREAS,  This  rate  setting  action  is  statutorily  exempt  from  the  California 
Environmental  Quality  Act  (CEQA)  under  Public  Resources  Code  Section  21080(b)(8)  and 
CEQA  Guidelines  Section  15273  (Rates,  Tolls,  Fares,  and  Charges);  now,  therefore  be  it 

RESOLVED,  This  Commission  hereby  sets  the  rates  and  charges  as  presented  in  Exhibit 
1:  Schedule  of  CleanPowerSF  Electric  Rates  and  Charges  effective  July  1,  2017,  and  these  rates 
will  be  in  effect  until  replaced  or  revised;  and  be  it 

FURTHER  RESOLVED,  Effective  July  l,  2017  and  each  successive  July  1  thereafter, 
the  General  Manager  is  authorized  to  adjust  rates  not  otherwise  adjusted  by  Commission  action 
by  the  annual  percentage  change  in  the  Consumer  Price  Index  (CPI)  for  All  Urban  Consumers 
for  San  Francisco-Oakland-San  Jose  published  by  the  U.S.  Bureau  of  Labor  Statistics  (for  the 
twelve  months  ended  December  31  in  the  calendar  year  preceding  the  year  during  which  the 
rates  will  be  effective);  and  be  it 

FURTHER  RESOLVED,  This  Commission  directs  the  General  Manager  to  conduct  a 
cost-of-service  review  concurrent  with  the  standard  Power  Enterprise  cost  of  service  review  no 
less  than  every  five  years  and  propose  revised  rates,  as  required  by  Charter  Section  8B.125;  and 
be  it 


FURTHER  RESOLVED,  That  all  other  necessary  rate  adjustments  will  be  conducted 
consistent  with  the  process  established  by  Charter  Section  8B.  125;  and  be  it 

FURTHER  RESOLVED,  This  Commission  hereby  finds  that  adoption  of  this  resolution 
will  establish  rates  for  the  purpose  of  meeting  operating  expenses,  including  the  recovery  of 
program  reserves  and  allow  for  CleanPowerSF  to  be  financially  stable,  and  that  adoption  of  the 
resolution  is  exempt  from  environmental  review  requirements  in  accordance  with  California 
Public  Resource  Code  Section  21080(b)(8);  and  be  it 

FURTHER  RESOLVED,  This  Commission  directs  the  General  Manager  to  submit  these 
rates  and  charges  to  the  Board  of  Supervisors,  as  required  by  Charter  Section  8B.125;  and  be  it 

FURTHER  RESOLVED,  Customers  who  opt  out  of  the  CleanPowerSF  program  will  be 
assessed  a  Termination  Fee  as  noted  in  Exhibit  2:  CleanPowerSF  Termination  Fee,  which  will 
be  added  to  Schedule  M-l:  Miscellaneous  Charges  in  the  current  SFPUC  Rates  and  Schedules 
for  Electric  Service. 


EXHIBIT  1:  Schedule  of  CleanPowerSF  Electric  Rates  and  Charges 


EXHIBIT  1:  Schedule  of  CleanPowerSF  Electric  Rates  and  Charges 


Exhibit  2:  CleanPowerSF  Termination  Fees 


Residential 

Non-Residential 

Within  Statutory  Notification/Opt-Out  Period 

$0 

$0 

30  Days  After  Statutory  Notification/Opt-Out  Period 
Ends  (total  of  90  days  after  service  commencement). 

$5 

$25 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  11,  2017. 

f  ^4?r  4. _ 

^  Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0075 


WHEREAS,  On  January  17,  2014,  due  to  unprecedented  dry  conditions  throughout  the 
State  of  California,  Governor  Jerry  Brown  declared  a  drought  State  of  Emergency  (Proclamation 
1-17-2014);  and 

WHEREAS,  On  January  31,  2014,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  asked  all  SFPUC  customers  to  voluntarily  curtail  water  consumption  by  at  least  10%; 
and 

WHEREAS,  Throughout  2014-2016,  the  State  Water  Resources  Control  Board  (State 
Water  Board)  adopted  a  series  of  statewide  emergency  regulations  in  response  to  Executive 
Orders  issued  by  Governor  Jerry  Brown  targeting  reduction  in  urban  water  conservation;  and 

WHEREAS,  In  response  to  the  emergency  regulations  adopted  by  the  State  Water  Board 
throughout  2014-2016,  the  SFPUC  adopted  numerous  resolutions  to  implement  the  statewide 
mandates  locally,  including  amendments  to  rules  and  regulations  supporting  implementation  of 
the  2015-2016  Drought  Program;  and 

WHEREAS,  Under  its  current  2015-2016  Drought  Program  as  amended  on  June  28,  2016 
(Resolution  16-0130),  the  SFPUC  administers  water  use  allocations  corresponding  to  a 
mandatory  10%  reduction  in  water  use  by  irrigation  customers  receiving  Interruptible  Water 
Service,  subject  to  excess  use  charges  at  200%  (“2x”)  of  the  applicable  water  rate;  and 

WHEREAS,  The  winter  of  2016/2017  is  one  of  the  wettest  seasons  on  record  for 
California,  and  the  Hetch  Hetchy  Regional  Water  System  is  anticipated  to  fill  this  year;  and 

WHEREAS,  On  February  8,  2017,  in  State  Water  Board  adopted  extended  emergency 
regulations,  Resolution  2017-0004,  to  extend  water  conservation  regulations  through  November 
2017  in  recognition  of  differing  water  supply  conditions  across  the  state,  including  areas  that  are 
still  experiencing  water  shortage;  and 

WHEREAS,  Under  the  extended  emergency  regulations,  the  0%  water  conservation 
standard  for  the  SFPUC  retail  system,  which  took  effect  June  1,  2016,  will  remain  in  effect;  and 

WHEREAS,  The  Retail  Water  Shortage  Allocation  Plan  was  adopted  by  the  SFPUC  on 
December  11,  2001  to  provide  the  SFPUC  with  a  guidance  tool  to  be  used  for  allocating  water 
among  SFPUC  retail  customers  in  the  event  of  a  water  shortage  due  to  drought;  and 

WHEREAS,  The  SFPUC  caused  a  notice  of  public  hearing  on  lifting  the  current  drought 
restrictions,  to  be  published  in  the  official  newspaper  on  March  27  through  31,  2017;  now, 
therefore,  be  it 

RESOLVED,  That  the  SFPUC  will  lift  the  call  for  a  voluntary  10%  reduction  in  water 
use  by  all  customers  system-wide;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  cease  the  10%  mandatory  reduction  in  water  use  by  irrigation  customers  receiving 
Interruptible  Water  Service  and  the  corresponding  excess  use  charges  of  200%  (“2x”)  of  the 
applicable  water  rate,  effective  May  1,  2017. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0076 


WHEREAS,  On  June  12,  2012,  this  Commission  awarded  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Agreement  No.  CS-225R,  Seismic  Upgrade  of  Bay  Division 
Pipeline  (BDPL)  Nos.  3&4  at  Hayward  Fault,  Construction  Management  (CM)  Services,  and  authorized 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a 
professional  services  agreement  in  the  amount  of  $8,500,000  and  with  a  duration  of  three  years  and  four 
months,  concluding  on  October  29,  2015,  with  EPC  Consultants,  Inc.;  and 

WHEREAS,  Amendment  No.  1  was  issued  to  extend  the  agreement  duration  by  six  months,  for  a 
total  duration  of  three  years  and  10  months,  with  no  change  to  the  agreement  value,  in  order  to  provide 
continued  CM  services  due  to  delays  in  the  construction  schedule  for  the  Seismic  Upgrade  of  Bay  BDPL 
Nos.  3&4  at  Hayward  Fault  Project;  and 

WHEREAS,  Amendment  No.  2  was  issued  on  April  26,  2016,  pursuant  to  Resolution  No.  16- 
0062,  to  extend  the  agreement  duration  by  one  year,  for  a  total  agreement  duration  of  four  years  and  10 
months,  with  no  change  to  the  agreement  value,  in  order  to  provide  continuing  CM  services  through  the 
end  of  the  anticipated  closeout  of  the  Seismic  Upgrade  of  BDPL  Nos.  3&4  at  Hayward  Fault  Project;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  to  extend  the  agreement  duration  by  six 
months,  for  a  total  agreement  duration  of  five  years  and  four  months,  with  no  change  to  the  agreement 
value,  in  order  to  allow  additional  time  to  review,  negotiate,  and  settle  outstanding  change  order  requests 
by  the  Contractor  related  to  field  changes  made  during  construction;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  established  a  subconsulting 
requirement  of  18%  Local  Business  Enterprise  (LBE)  participation  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  CUW35302  -  Seismic  Upgrade 
of  BDPL  Nos.  3&4  at  Hayward  Fault;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  WSIP- funded 
Agreement  No.  CS-225R,  Seismic  Upgrade  of  BDPL  Nos.  3&4  at  Hayward  Fault,  CM  Services,  with 
EPC  Consultants,  Inc.,  to  allow  additional  time  to  review,  negotiate,  and  settle  outstanding  change  order 
requests  by  the  Contractor  related  to  field  changes  made  during  construction;  and  authorizes  the  General 
Manager  of  the  SFPUC  to  execute  this  amendment,  extending  the  agreement  duration  up  to  six  months, 
for  a  total  agreement  duration  of  five  years  and  four  months,  and  with  no  change  to  the  agreement  value. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0077 


WHEREAS,  On  January  14,  2014,  per  Resolution  No.  14-0003,  this  Commission 
approved  the  award  of  Water  Enterprise  Capital  hnprovement  Program  (CIP)  funded  Contract 
No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System,  to  Azul  Works,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  May  30,  2014; 
and 

WHEREAS,  The  original  contract  amount  was  for  $5,702,680  and  the  original  contract 
duration  was  305  consecutive  calendar  days  to  substantial  completion  with  an  additional  60 
consecutive  calendar  days  to  final  completion;  and 

WHEREAS,  On  June  24,  2014,  per  Resolution  No.  14-0104,  this  Commission  approved 
the  alternate  bid  item  (second  water  storage  tank)  for  $764,700  for  Contract  No.  WD-2705;  and 

WHEREAS,  Substantial  completion  occurred  on  December  2 1 , 20 1 5;  and 

WHEREAS,  Final  completion  occurred  on  March  23, 2017;  and 

WHEREAS,  Modification  Nos.  1  to  No.  14  were  issued  for  $709,833  for  execution  of  the 
Alternative  Bid  Item  (installation  of  second  storage  tank),  work  associated  with  the  installation 
of  a  railroad  undercrossing  casing  under  the  Union  Pacific  Railroad  track,  railroad  insurance, 
excavation,  miscellaneous  pipeline  additions  and  realignment,  paving,  security  fencing  and 
adj  ustment  of  final  quantities,  increasing  the  contract  amount  to  $6,4 1 2,5 1 3 ;  and 

WHEREAS,  Modification  No.  15  is  requested  for  a  time  extension  of  664  consecutive 
calendar  days  to  account  for  execution  of  the  Alternate  Bid  Item  (installation  of  second  water 
storage  tank),  a  combination  of  contractor-caused  and  City-caused  delays  related  to  punch  list 
and  other  items,  increasing  the  total  contract  duration  to  1 ,029  consecutive  calendar  days  to  final 
completion  with  no  change  to  the  contract  amount;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  14%  for  this  construction  contract  and  the  contractor  committed  to 
aLBE  participation  of  16.9%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW26308  -  Town  of  Sunol  Fire 
Suppression  System;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  15  to  Water 
Enterprise  CIP  funded  Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System,  with 
Azul  Works,  Inc.,  with  a  time  extension  of  664  consecutive  calendar  days,  for  a  total  contract 
duration  of  1 ,029  consecutive  calendar  days  to  final  completion. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  1 1,  201 7. 


Secretary,  Public  Utilities  Commission 
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Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
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accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www. sfwater.org/index.aspx? paae=1 67. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

H  311  Free  Language  Assistance:  m  ffliBh  /  Ayuda  gratuita  con  el  idioma  /  Beama-man  noMomb 

nepeBOflHHKOB  /  Tro  giup  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  Win  tie  /  'Bd  OH  / 

en"mri  urn  a  a  M"on"»'l6itlTlJL  ft'UfnlmT  1U  /  Libreng  tulong  para  sa  wikang  Tagalog  triviaa 


Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index.aspx?paqe=3447.  Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  April  1 1 , 201 7 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

e)  Water  Pipeline  Assessment 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Clean PowerSF  Update 

b)  Green  Infrastructure  Update 

8.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-391.A&B,  As- 

Needed  Operations  and  Maintenance  Services  for  Hetch  Hetchy  Water 
and  Power  (HHWP),  with  Amec  Foster  Wheeler/Sonika  Joint  Venture  (JV) 

..  .....  q  (CS-391  .A);  and  Black  &  Veatch  Corporation  (CS-391  .B),  to  support 
I  (  u  U  »  j  ongoing  HHWP  operational  responsibilities;  and  authorize  the  General 
Manager  to  negotiate  and  execute  two  professional  services 
amendments,  each  for  an  amount  of  $2,000,000,  for  a  total  not-to- 


(Hale) 

(Moala) 


exceed  agreement  amount  of  $6,000,000  per  agreement,  with  no  change 
to  the  agreement  duration.  (Ritchie) 


b) 

170080 


C) 


170081 


d) 

70082 


e) 

170083 


f) 

170084 


g) 


170085 


Approve  Modification  No.  9  to  Contract  No.  DB-124,  San  Joaquin 
Valley  Communication  System  Upgrade,  with  Communication  Services, 
Inc.,  increasing  the  existing  construction  duration  contingency  of  up 
to  183  consecutive  calendar  days  (approximately  six  months);  and 
authorize  the  General  Manager  to  approve  future  modifications  to  the 
contract  for  a  total  revised  contract  duration  of  up  to  797  consecutive 
calendar  days  (approximately  two  years  and  three  months),  with  no 
change  to  the  contract  amount.  (How) 

Accept  work  performed  by  Cratus,  Inc.,  for  Contract  No.  HH-979,  San 
Joaquin  Pipeline  No.  1  Replacement  at  the  San  Joaquin  Valve  House; 
Approve  Modification  No.  9  (Final),  decreasing  the  contract  amount 
by  $241 ,356,  for  a  total  contract  amount  of  $1 ,694,567,  with  a  time 
reduction  of  39  consecutive  calendar  days,  decreasing  the  total 
contract  duration  to  434  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (How) 

Approve  Modification  No.  3  to  Contract  No.  WW-572R,  Westside  Pump 
Station  (WSS)  Discharge  Pipe  Manifold  Upgrade,  with  Cal  State 
Constructors,  Inc.,  to  replace  damaged  mechanical  and  electrical 
equipment  and  utilities  and  associated  facility  dewatering  during  dry- 
weather  season  at  the  WSS,  increasing  the  contract  duration  by  173 
consecutive  calendar  days  (approximately  six  months),  for  a  total 
contract  duration  of  863  consecutive  calendar  days  (approximately  two 
years  and  four  months).  (How) 

Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  No.  WW-579,  North  Point  Wet  Weather  Facility  (NPF) 
Dewatering  Pump  Replacement  and  Electrical  Upgrade,  with  Anvil 
Builders,  increasing  the  contract  amount  by  $15,570;  and  authorize  the 
General  Manager  to  approve  future  modifications  to  the  contract,  for  a 
total  revised  contract  cost  up  to  $950,295.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-649, 
Paul  Avenue  Sewer  Replacement,  in  the  amount  of  $736,410,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline,  Inc., 
to  replace  the  existing  sewers  on  Paul  Avenue  from  Crane  Street  to  3rd 
Street  in  the  City  of  San  Francisco.  The  proposed  action  constitutes  the 
Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 
Section  31.04(h)  of  the  San  Francisco  Administrative  Code.  (How) 

Approve  Amended  and  Restated  Issuing  and  Paying  Agent 
Agreement  with  U.S.  Bank  National  Association  for  the  $150M  Series  A-1 
Commercial  Paper  Notes  of  the  Wastewater  Commercial  Paper  Program. 

(Sandler) 


REGULAR  CALENDAR 


10. 

170086 


11. 


170087 


12. 

170088 


13. 

17UUS9 


Authorize  the  General  Manager  to  increase  the  Wastewater  Enterprise 
Commercial  Paper  Notes  Program  from  $500,000,000  to  $750,000,000, 

subject  to  Board  of  Supervisors  approval;  and  authorize  the  General  Manager 
to  negotiate  and  enter  into  various  related  agreements  described  in  the 
Resolution,  including  Credit  Facility  Agreements  in  the  principal  amount  not- 
to-exceed  $150  million  with  Bank  of  America,  N.A.,  and  not-to-exceed 
$100  million  with  Sumitomo  Mitsui  Banking  Corporation,  and  approve  a 
form  of  Dealer  Agreement  with  Citigroup  Global  Markets,  Morgan  Stanley  & 

Co.,  U.S.  Bancorp,  Goldman,  Sachs  &  Co.,  and  RBC  Capital  Markets,  LLC. 

(Sandler) 

Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 
execute  the  Second  Amendment  to  the  Agreement  to  Exchange  Interests 
in  Real  Property  dated  November  17,  2010,  between  the  City  and  County  of 
San  Francisco,  acting  through  the  San  Francisco  Public  Utilities  Commission, 
and  the  Midpeninsula  Regional  Open  Space  District,  whereby  the  SFPUC  will 
grant  a  new  20-foot  wide  easement  to  District  for  a  public  trail  on  property 
under  the  SFPUC’s  jurisdiction  in  East  Palo  Alto,  subject  to  Board  of 
Supervisors’  and  Mayoral  approval.  The  SFPUC  property  is  commonly  known 
as  the  Ravenswood  Property  (Assessor’s  Parcels  No.  093-590-030,  093-590- 
050  and  093-590-060).  In  exchange,  the  District  will  quitclaim  all  right,  title  and 
interest  in  an  existing  open  space  easement  on  the  Ravenswood  Property  that 
the  SFPUC  granted  to  District  pursuant  to  the  Exchange  Agreement.  The 
parties  will  not  exchange  any  monetary  consideration.  (Carlin) 

Adopt  a  finding  declaring  that  the  approximately  3,429  square-foot  parcel 

under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission, 
Assessor’s  Parcel  Lot  23,  Block  271 9C,  located  on  Burnett  Avenue  at 
Copper  Alley  in  San  Francisco,  California  is  surplus  to  the  SFPUC’s  utility 
needs;  Approve  the  terms  and  conditions  and  authorize  the  General  Manager 
to  execute  a  Purchase  and  Sale  Agreement  with  George  Birmingham,  to  sell 
both  the  SFPUC  Parcel  and  the  adjacent  8,795  square-foot  parcel  under  the 
jurisdiction  of  the  San  Francisco  Public  Works  Department,  for  a  combined 
sales  price  of  $1,500,000;  Approve  the  terms  and  conditions  and  authorize 
the  General  Manager  to  execute  a  Reimbursement  Agreement;  and 
authorize  a  request  to  the  Board  of  Supervisors  and  the  Mayor  to  approve  the 
Parcel  sale,  subject  to  the  terms  of  the  Purchase  Agreement.  This  action 
constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  CEQA, 
pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

(Carlin) 


Authorize  the  General  Manager  to  execute  a  Memorandum  of 
Understanding  with  the  Treasure  Island  Development  Agency  for  proposed 
new  wastewater  treatment  and  recycled  water  treatment  facilities  to  serve 
Treasure  Island  and  Yerba  Buena  Island,  and  related  actions  and  real  property 
improvements  and  transfers,  subject  to  Board  of  Supervisors’  approval,  as 
required.  (Carlin) 


14. 

170090 

15. 


17  091 


16. 

lima 


Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement 

among  the  Treasure  Island  Development  Authority,  the  San  Francisco  Public 
Utilities  Commission,  the  San  Francisco  Municipal  Transportation  Agency,  and 
San  Francisco  Public  Works,  regarding  the  future  ownership  and  maintenance 
responsibilities  for  public  improvements  to  be  constructed  by  Treasure  Island 
Community  Development  in  the  course  of  development  on  Treasure  Island  and 
Yerba  Buena  Island.  (Carlin) 

Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act  (CEQA); 
Approve  Water  Enterprise  A  &  B  Bond  funded  Project  No.  CUW2730504, 

San  Andreas  Pipeline  No.  2  Replacement ;  and  authorize  the  General 
Manager  or  his  designee  to  implement  the  Project  in  compliance  with  the 
Charter  and  applicable  law,  subject  to  the  approval  of  the  Board  of  Supervisors 
as  required,  including:  (i)  Undertaking  the  process  in  compliance  with  California 
Government  Code  Section  7260  et  seq.,  for  possible  acquisition,  for  a 
combined  purchase  price  not-to-exceed  $1 ,500,000,  of  temporary  interests  in 
real  property  in  the  City  of  San  Bruno,  including:  (1)  Assessor's  Parcel  No.  019- 
170-020  owned  by  San  Mateo  Union  High  School  District;  (2)  Assessor's 
Parcels  No.  020-012-160  and  No.  020-01 2-1 60&  170  owned  by  the  Gap 
Corporation;  (3)  Assessor's  Parcel  No.  019-230-020  owned  by  County  of  San 
Mateo;  and  (4)  Multiple  Assessor's  Parcel  Numbers  for  Peninsula  Place 
Homeowners’  Association;  (ii)  Negotiating  and  executing  Memoranda  of 
Agreement  and/or,  if  required,  Purchase  and  Sale  Agreements  with  Caltrans, 
the  City  of  San  Bruno,  the  U.S.  Department  of  Veteran’s  Administration,  the 
County  of  San  Mateo,  Peninsula  Place  Homeowners’  Association,  the  San 
Mateo  Union  High  School  District,  and  the  Cherry  Hill  Villa  Condominium 
Owners’  Association  regarding  construction,  repair,  replacement,  and  operation 
of  Project  facilities  on  the  Adjacent  Fee  Owners’  respective  properties;  (iii) 
Negotiating  and  obtaining,  as  necessary,  encroachment  permits,  real  estate 
licenses,  consents,  or  other  permits  or  agreements  with  respect  to  Project 
construction  activities  and/or  the  use  or  placement  of  water  system 
improvements  with  owners  or  occupiers  of  property  interests  or  utility  facilities 
or  improvements,  on,  along,  over,  under,  adjacent  to,  or  in  the  vicinity  of  the 
SFPUC’s  pipeline  right-of-way;  (iv)  Undertaking  the  process,  in  compliance  with 
the  Uniform  Relocation  Assistance  and  Real  Property  Acquisition  Policies  Act 
of  1970,  49  CFR  Part  24,  and  all  applicable  laws,  to  provide  assistance  and 
relocation  benefits  to  qualified  San  Francisco  tenants  who  may  be  displaced  by 
the  construction,  including  access  and  staging  activities  on  the  real  property 
owned  by  the  City  and  located  in  the  City  of  San  Bruno;  and  (v)  Working  with 
the  City’s  Director  of  Real  Estate  to  seek  any  necessary  Board  approval  and, 
upon  receipt  of  all  necessary  Board  approvals,  authorize  the  General  Manager 
or  City’s  Director  of  Real  Estate  to  accept  and  execute  the  real  property 
agreements  to  be  authorized  herein.  (How) 

Approve  the  Request  for  Bids  for  Pre-Construction  and  Construction  Services 
and  award  Contract  No.  DB-128R2,  Bay  Corridor  Transmission  and 
Distribution  -  Phase  1 ,  a  Design-Build  Contract  (DBC),  in  the  amount  of 
$15,283,930,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  A&B 
Construction,  to  perform  design  and  construction  of  an  electrical  duct  bank, 
Wastewater  Enterprise’s  Mariposa  dry-weather  force  main,  and  gravity  sewer 


17. 

improvements;  and  authorize  the  General  Manager  to  execute  the  DBC  with 
A&B  Construction  consistent  with  the  requirements  of  Section  6.61(G)  of  the 

San  Francisco  Administrative  Code.  This  action  constitutes  the  Approval  Action 
for  the  project  for  purposes  of  the  California  Environmental  Quality  Act  (CEQA), 
pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

(How) 

Award  Agreement  No.  PR0.0060,  State  Legislative  Representation  and 
Advocacy  Services  to  Edelstein  Gilbert  Robson  &  Smith  (ERGS),  LLC,  to 

171)093 

provide  state  legislative  representation  and  advocacy  services  to  the  San 
Francisco  Public  Utilities  Commission;  and  authorize  the  General  Manager  to 
negotiate  and  execute  a  professional  services  agreement  with  EGRS  for  an 
amount  not-to-exceed  $1,200,000,  and  with  a  duration  of  five  years. 

(Ellis) 

18. 

Award  Agreement  No.  PRO. 0061,  Federal  Legislative  Representation  and 

Advocacy  Services,  to  Daryl  Owen  Associates,  Inc.,  to  provide  federal 
. q  legislative  representation  and  advocacy  services  to  the  San  Francisco  Public 
if  0  U  t?  Utilities  Commission;  Authorize  the  General  Manager  to  negotiate  and  execute 


19. 

a  professional  services  agreement  with  Daryl  Owen  Associates,  Inc.,  for  an 
amount  not  to  exceed  $1,200,000,  and  with  a  duration  of  five  years. 

(Ellis) 

Approve  Amendment  No.  1  to  Agreement  No.  CS-320,  Grant  Agreement 
with  Garden  for  the  Environment  and  its  fiscal  sponsor  the  San  Francisco 

170095 

Parks  Alliance,  to  continue  to  operate  a  public  demonstration  garden  and 
educational  programs  on  San  Francisco  Public  Utilities  Commission  property; 
and  authorize  the  General  Manager  to  execute  this  amendment,  increasing 
the  grant  agreement  by  $380,000,  for  a  total  not-to-exceed  agreement 
amount  of  $930,000,  and  with  a  time  extension  of  two  years,  for  a  total 
agreement  duration  of  seven  years.  (Ritchie) 

20. 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  five-year,  no-fee  revocable  license  with  the  San  Francisco  Parks 

Alliance,  as  Licensee,  as  fiscal  sponsor  of  the  Garden  for  the  Environment,  to 
'  ;  i\  operate  a  public  demonstration  garden  and  provide  environmental  educational 
1  *  programs  on  approximately  21 ,148  square  feet  of  property  under  San 


21. 

Francisco  Public  Utilities  Commission  jurisdiction  at  Seventh  Avenue  and 

Lawton  Street  in  San  Francisco.  The  2017  License  will  replace  existing 

SFPUC  License  No.  4133.  Licensee  will  not  pay  any  rent  for  use  of  License 

Area  and  will  use  SFPUC  Grant  Agreement  CS-320,  as  amended  (CS-320) 
funds  for  GFE’s  continued  operation  of  the  public  demonstration  garden  and 
environmental  education  programs  on  the  License  Area.  (Ritchie) 

Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

22. 

Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 
(d)  (2)  (Ambrose) 

Anticipated  Litigation  as  Plaintiff 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 


§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

29.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

30.  Announcement  following  Closed  Session. 

31 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

32.  Other  New  Business. 

33.  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:33  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  and  Courtney 
Excused:  Caen 

Commissioner  Vietor  arrived  at  1:35  PM. 

3.  Approval  of  the  Minutes  of  April  1 1 , 201 7 

On  Motion  to  approve  the  Minutes  of  April  11,  2017: 

Ayes:  Moran,  Kwon,  and  Courtney 

4.  General  Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  creation  of  the  SFPUC,  Ethics 
Commission  deliberations,  and  Board  of  Supervisors’  meetings. 

Commissioner  Vietor  arrived  at  1:35  PM. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

e)  Water  Pipeline  Assessment 

No  public  comment. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
a)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  Update.  She  indicated  there  are  80,000  accounts  enrolled;  a 
3.3  percent  opt-out  rate;  and  2, 187  SuperGreen  upgrades.  She  stated  May 
enrollment  continues,  and  that  workshops  targeting  Net  Energy  Metering 
customers  are  being  held. 

She  noted  a  meeting  attended  with  the  California  PUC  (CPUC)  Division  of 
Ratepayer  Advocates;  and  discussed  recent  participation  in  a  Senate 
hearing  on  SB618.  Ms.  Hale  previewed  items  scheduled  for  the  May  9,  2017 
meeting. 

Commissioner  Vietor  requested,  through  the  President,  that  a  joint  LAFCo 
meeting  be  calendared.  President  Moran  indicated  a  joint  meeting  or  other 
form  of  communication  to  LAFCo  will  be  considered. 
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Public  Comments 


•  Mr.  Eric  Brooks,  multiple  organizations,  discussed  SB61 8;  PG&E  actions 
at  CPUC;  the  need  for  faster  growth;  and  local  build-out. 

Commissioner  Courtney  stated  meetings  can  allow  for  deep  discussions  and 
expressed  support  for  a  joint  LAFCo  meeting. 

•  Mr  Francisco  DaCosta  discussed  the  history  of  Community  Choice 
Aggregation;  the  Raker  Act  and  hydroelectricity  development  and  use;  and 
infrastructure. 

•  Mr.  Jed  Holtzman,  350  SF,  discussed  the  passage  of  the  Bay  Area  Air 
Quality  Management  District’s  2017  Clean  Air  Plan;  and  expressed  the 
desire  for  faster  growth  and  local  build-out. 

•  Ms.  Melissa  Yu,  Sierra  Club,  expressed  support  for  faster  growth  and  local 
build-out. 

•  Ms.  Lana  Ingle,  350  SF,  noted  her  organization  signs  people  up  for 
SuperGreen  at  events,  and  stated  people  want  faster  growth  and  local 
build-out. 

•  David  expressed  the  desire  for  quick  implementation  of  CleanPowerSF. 

•  Mr.  Bruce  Wolfe,  Haight  Ashbury  Neighborhood  Council,  stated  people 
want  faster  growth  and  full  enrollment. 

•  Mr.  Jason  Fried,  LAFCo,  thanked  staff  for  their  work  on  SB618;  expressed 
support  for  the  LAFCo  MOU;  and  that  he  will  work  with  staff  on  a  joint 
meeting. 

b)  Green  Infrastructure  Update 

Mr.  Tommy  Moala,  Assistant  General  Manager  (AGM)  Wastewater, 
introduced  Ms.  Sarah  Minick,  Program  Manager,  who  presented  on  Green 
Infrastructure  programs  and  projects. 

Ms.  Minick  began  by  reviewing  a  revised  definition  of  Green  Infrastructure. 
She  discussed  the  Urban  Water  Management  Program  Goals,  and  updated 
the  Commission  on  the  San  Francisco  Stormwater  Ordinance  (SMO):  (1) 
Status  after  seven  years  of  implementation;  (2)  SMO  Projects  -149 
approved  and  159  in  review;  (3)  SMO  staff  resources;  and  (4)  SMO 
innovation. 

Ms.  Minick  continued  with  a  review  of:  (1)  Watershed  Stewardship  Grant 
Program;  (2)  Stormwater  Cost  Study;  (3)  Sewer  System  Improvement 
Program  (SSIP)  Green  Infrastructure  Early  Implementation  Projects  (EIP); 

(4)  EIP  Project  Status  Table;  (5)  Collection  System  Plan;  (6)  Level  of  Service 
Goal  -  integrate  green  and  grey  infrastructure  to  manage  stormwater  and 
minimize  flooding;  (7)  Proposed  Gl  Citywide  Strategy  -  projects  and  grants; 
(8)  Green  Infrastructure  Capital  Projects  Challenges;  (9)  Regional 
Stormwater  Capture  and  Reuse  at  schools  and  parks;  (10)  Stormwater 
Management  on  SFPUC  Parcels;  (11)  Creek  daylighting  and  flood  able 
spaces;  (12)  Streetscape  Synergy  Program;  Green  Infrastructure  Grants; 
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(13)  Stormwater  Management  Agreement  Grants;  and  (14)  Stormwater 
training  and  technical  assistance. 

Ms.  Minick  discussed  what  might  happen  if  the  tools  were  deployed.  She 
reviewed  the  Green  Infrastructure  long-term  vision,  noting  by  2032,  500M 
gallons  could  be  removed  using  Green  Infrastructure;  and  by  2025  1  billion 
gallons  could  be  removed  using  Green  Infrastructure. 

Ms.  Minick  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
revised  definition  and  the  lack  of  mention  of  multiple  benefits. 

Vice  President  Kwon  departed  the  room  at  2:26  PM. 

GM  Kelly  provided  additional  comments  in  response  to  Commissioner 
Vietor’s  concern.  He  discussed  the  need  for  additional  city  departments  to  be 
more  involved  with  Green  Infrastructure  projects.  Brief  discussion  ensued. 

GM  Kelly  and  Ms.  Minick  responded  to  questions  from  Commissioner  Vietor 
regarding:  (1)  the  costs  associated  with  the  long-term  visions  that  were 
presented;  (2)  if  there  is  adequate  staffing  to  ensure  timely  stormwater 
design  review;  and  (3)  if  the  Rooftop  Ordinance  is  part  of  the  Green 
Infrastructure  program. 

Commissioner  Courtney  thanked  Ms.  Minick  for  her  report.  He  requested 
that  at  the  next  update  additional  information  be  provided  on  grants  and  how 
they  connect  to  jobs;  and  the  consequences  of  non-compliance. 

Ms.  Minick  responded  to  President  Moran’s  question  regarding  potential 
groundwater  impacts  and  slope  stability  with  Green  Infrastructure  projects. 

Vice  President  Kwon  returned  at  2:42  PM. 

Public  Comments 

•  Mr.  Eric  Brooks,  multiple  organizations,  discussed  the  use  of  composting 
toilets  to  assist  with  reducing  water  in  the  stormwater  system.  He  disused 
the  need  for  a  report  on  Tetra  Tech  on  Treasure  Island. 

•  Ms.  Adele  Framer  arrived  late  and  spoke  to  item  7a,  expressing  a  desire 
for  faster  program  growth. 

8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  CEO,  BAWSCA,  read  a  statement  about  the  future  of 
water  supply  for  residents,  businesses  and  community  agencies  in  Alameda, 

San  Mateo,  and  Santa  Clara  Counties.  She  provided  a  copy  of  her  statement  to 
the  Commission  and  for  the  record. 

Ms.  Sandkulla  responded  to  a  question  from  President  Moran  as  to  whether 
BAWSCA  as  a  whole  has  addressed  the  issue  of  timing  for  development  of 
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additional  water  supplies.  President  Moran  provided  comment  on  Ms. 

Sand ku Ha’s  response.  GM  Kelly  provided  additional  comment. 

No  public  comment. 

Commissioner  Vietor  departed  the  room  at  2:57  PM. 

The  Commission  Secretary  read  the  Consent  Calendar  summary. 

9.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-391.A&B,  As-Needed 

Operations  and  Maintenance  Services  for  Hetch  Hetchv  Water  and  Power 

(HHWP),  with  Amec  Foster  Wheeler/Sonika  Joint  Venture  (JV)  (CS- 

391  .A);  and  Black  &  Veatch  Corporation  (CS-391  .B),  to  support  ongoing 

HHWP  operational  responsibilities;  and  authorize  the  General  Manager  to 

negotiate  and  execute  two  professional  services  amendments,  each  for  an 

amount  of  $2,000,000,  for  a  total  not-to-exceed  agreement  amount  of 

$6,000,000  per  agreement,  with  no  change  to  the  agreement  duration. 

(Resolution  17-0079) 

b)  Approve  Modification  No.  9  to  Contract  No.  DB-124,  San  Joaguin  Valiev 

Communication  System  Upgrade,  with  Communication  Services.  Inc., 

increasing  the  existing  construction  duration  contingency  of  up  to  183 

consecutive  calendar  days;  and  authorize  the  General  Manager  to  approve 

future  modifications  to  the  contract  for  a  total  revised  contract  duration  of 

up  to  797  consecutive  calendar  days,  with  no  change  to  the  contract 

amount.  (Resolution  17-0080) 

c)  Accept  work  performed  by  Cratus,  Inc.,  for  Contract  No.  HH-979,  San 

Joaguin  Pipeline  No.  1  Replacement  at  the  San  Joaguin  Valve  House; 

Approve  Modification  No.  9  (Final),  decreasing  the  contract  amount  by 

$241 .356,  for  a  total  contract  amount  of  $1 ,694,567,  with  a  time  reduction 

of  39  consecutive  calendar  days,  decreasing  the  total  contract  duration  to 

434  consecutive  calendar  days;  and  authorize  final  payment  to  the 

contractor.  (Resolution  17-0081) 

d)  Approve  Modification  No.  3  to  Contract  No.  WW-572R.  Westside  Pump 

Station  (WSS)  Discharge  Pipe  Manifold  Upgrade,  with  Cal  State 

Constructors,  Inc.,  to  replace  damaged  mechanical  and  electrical 

eguipment  and  utilities  and  associated  facility  dewatering  during  dry- 

weather  season  at  the  WSS,  increasing  the  contract  duration  by  173 

consecutive  calendar  days,  for  a  total  contract  duration  of  863  consecutive 

calendar  days.  (Resolution  17-00821 

e)  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  No.  WW-579,  North  Point  Wet  Weather  Facility  Dewatering  Pump 

Replacement  and  Electrical  Upgrade,  with  Anvil  Builders,  increasing  the 

contract  amount  by  $1 5,570;  and  authorize  the  General  Manager  to 

approve  future  modifications  to  the  contract,  for  a  total  revised  contract 
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cost  up  to  $950,295.  (Resolution  17-0083) 


f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-649, 

Paul  Avenue  Sewer  Replacement,  in  the  amount  of  $736,410,  to  the 

lowest,  qualified,  responsible  and  responsive  bidder.  Shaw  Pipeline.  Inc., 

to  replace  the  existing  sewers  on  Paul  Avenue  from  Crane  Street  to  3rd 

Street  in  the  City  of  San  Francisco.  The  proposed  action  constitutes  the 

Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 

Section  31.04(h)  of  the  San  Francisco  Administrative  Code.  (Resolution 

17-0084) 

g)  Approve  Amended  and  Restated  Issuing  and  Paying  Agent  Agreement 

with  U.S.  Bank  National  Association  for  the  $150M  Series  A-1  Commercial 

Paper  Notes  of  the  Wastewater  Commercial  Paper  Program,  (Resolution 

17-0085) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Kwon,  and  Courtney 

No  public  comment. 

Commissioner  Vietor  returned  at  3:00  PM. 

10.  Authorize  the  General  Manager  to  increase  the  Wastewater  Enterprise 

Commercial  Paper  Notes  Program  from  $500,000,000  to  $750,000,000,  subject 

to  Board  of  Supervisors  approval;  and  authorize  the  General  Manager  to 

negotiate  and  enter  into  various  related  agreements  described  in  the 
Resolution,  including  Credit  Facility  Agreements  in  the  principal  amount  not-to- 

exceed  $150  million  with  Bank  of  America,  N.A.,  and  not-to-exceed  $100  million 

with  Sumitomo  Mitsui  Banking  Corporation,  and  approve  a  form  of  Dealer 

Agreement  with  Citigroup  Global  Markets,  Morgan  Stanley  &  Co.,  U.S. 

Bancorp.  Goldman,  Sachs  &  Co.,  and  RBC  Capital  Markets,  LLC.  (Resolution 

17-0086) 

Mr.  Eric  Sandler,  CFO  and  AGM  Business  Services,  introduced  the  item  and 
discussed  the  current  status  of  the  Wastewater  Commercial  Paper  (CP) 
Program;  Wastewater  CP  Program  proposed  $250M  increase;  and  proposed 
agreement  terms. 

CFO  Sandler  reviewed  the  Forms  of  Documents:  (1)  Issuing  and  Paying  Agent 
agreements;  (2)  Reimbursement  Agreement;  (3)  Irrevocable  Letter  of  Credit;  (4) 
Fee  Agreement;  (5)  Dealer  Agreement;  and  (6)  Offering  Memorandum. 

AGM  Sandler  provided  disclosure  and  summarized  the  requested  Commission 
action. 

On  Motion  to  approve  Item  10: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

No  public  comment. 
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11.  Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 

execute  the  Second  Amendment  to  the  Agreement  to  Exchange  Interests  in 

Real  Property  dated  November  17,  2010,  between  the  City  and  County  of  San 

Francisco,  acting  through  the  San  Francisco  Public  Utilities  Commission,  and 

the  Midpeninsula  Regional  Open  Space  District,  whereby  the  SFPUC  will  grant 

a  new  20-foot  wide  easement  to  District  for  a  public  trail  on  property  under  the 

SFPUC’s  jurisdiction  in  East  Palo  Alto,  subject  to  Board  of  Supervisors’  and 

Mayoral  approval.  The  SFPUC  property  is  commonly  known  as  the 
Ravenswood  Property  (Assessor’s  Parcels  No.  093-590-030,  093-590-050  and 

093-590-060).  In  exchange,  the  District  will  quitclaim  all  right,  title  and  interest 

in  an  existing  open  space  easement  on  the  Ravenswood  Property  that  the 

SFPUC  granted  to  District  pursuant  to  the  Exchange  Agreement.  The  parties 

will  not  exchange  any  monetary  consideration.  (Resolution  17-0087) 

Mr.  Michael  Carlin,  Deputy  GM,  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Item  11: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

No  public  comment. 

12.  Adopt  a  finding  declaring  that  the  approximately  3,429  square-foot  parcel  under 

the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission,  Assessor’s 

Parcel  Lot  23,  Block  271 9C,  located  on  Burnett  Avenue  at  Copper  Alley  in  San 

Francisco,  California  is  surplus  to  the  SFPUC’s  utility  needs;  Approve  the  terms 

and  conditions  and  authorize  the  General  Manager  to  execute  a  Purchase  and 

Sale  Agreement  with  George  Birmingham,  to  sell  both  the  SFPUC  Parcel  and 

the  adjacent  8,795  square-foot  parcel  under  the  jurisdiction  of  the  San 
Francisco  Public  Works  Department,  for  a  combined  sales  price  of  $1 ,500,000; 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  Reimbursement  Agreement;  and  authorize  a  request  to  the  Board  of 

Supervisors  and  the  Mayor  to  approve  the  Parcel  sale,  subject  to  the  terms  of 

the  Purchase  Agreement.  This  action  constitutes  the  Approval  Action  for  the 

project  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  17-0088) 

DGM  Carlin  introduced  the  item,  distributed  a  property  map  for  the 
Commission’s  information,  and  requested  approval. 

On  Motion  to  approve  Item  12: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

No  public  comment. 

13.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  the  Treasure  Island  Development  Agency  for  proposed  new  wastewater 

treatment  and  recycled  water  treatment  facilities  to  serve  Treasure  Island  and 

Yerba  Buena  Island,  and  related  actions  and  real  property  improvements  and 

transfers,  subject  to  Board  of  Supervisors’  approval,  as  required.  (Resolution 

17-0089) 

DGM  Carlin  introduced  the  item  and  requested  approval. 
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On  Motion  to  approve  Item  13: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

No  public  comment. 

14.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement 
among  the  Treasure  Island  Development  Authority,  the  San  Francisco  Public 

Utilities  Commission,  the  San  Francisco  Municipal  Transportation  Agency,  and 

San  Francisco  Public  Works,  regarding  the  future  ownership  and  maintenance 

responsibilities  for  public  improvements  to  be  constructed  by  Treasure  Island 

Community  Development  in  the  course  of  development  on  Treasure  Island  and 

Yerba  Buena  Island.  (Resolution  17-0090) 

DGM  Carlin  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Item  14: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

No  public  comment. 

15.  Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act  (CEQA); 

Approve  Water  Enterprise  A  &  B  Bond  funded  Project  No.  CUW2730504,  San 

Andreas  Pipeline  No.  2  Replacement ;  and  authorize  the  General  Manager  or 

his  designee  to  implement  the  Project  in  compliance  with  the  Charter  and 

applicable  law,  subject  to  the  approval  of  the  Board  of  Supervisors  as  reguired, 

including:  (i)  Undertaking  the  process  in  compliance  with  California  Government 

Code  Section  7260  et  seg.,  for  possible  acguisition,  for  a  combined  purchase 

price  not-to-exceed  $1,500,000,  of  temporary  interests  in  real  property  in  the 

City  of  San  Bruno,  including:  (1)  Assessor's  Parcel  No.  019-170-020  owned  by 

San  Mateo  Union  High  School  District:  (2)  Assessor's  Parcels  No.  020-012-160 

and  No.  020-01 2-1 60&  170  owned  by  the  Gap  Corporation:  (3)  Assessor's 

Parcel  No.  019-230-020  owned  by  County  of  San  Mateo:  and  (4)  Multiple 

Assessor's  Parcel  Numbers  for  Peninsula  Place  Homeowners’  Association:  (ii) 

Negotiating  and  executing  Memoranda  of  Agreement  and/or.  if  reguired, 

Purchase  and  Sale  Agreements  with  Caltrans,  the  City  of  San  Bruno,  the  U.S. 

Department  of  Veteran’s  Administration,  the  County  of  San  Mateo,  Peninsula 

Place  Homeowners’  Association,  the  San  Mateo  Union  High  School  District, 

and  the  Cherry  Hill  Villa  Condominium  Owners’  Association  regarding 

construction,  repair,  replacement,  and  operation  of  Project  facilities  on  the 

Adjacent  Fee  Owners’  respective  properties:  (iii)  Negotiating  and  obtaining,  as 

necessary,  encroachment  permits,  real  estate  licenses,  consents,  or  other 

permits  or  agreements  with  respect  to  Project  construction  activities  and/or  the 

use  or  placement  of  water  system  improvements  with  owners  or  occupiers  of 

property  interests  or  utility  facilities  or  improvements,  on,  along,  over,  under, 

adjacent  to,  or  in  the  vicinity  of  the  SFPUC’s  pipeline  right-of-way;  (iv) 
Undertaking  the  process,  in  compliance  with  the  Uniform  Relocation  Assistance 

and  Real  Property  Acguisition  Policies  Act  of  1970,  49  CFR  Part  24,  and  all 

applicable  laws,  to  provide  assistance  and  relocation  benefits  to  Qualified  San 

Francisco  tenants  who  may  be  displaced  by  the  construction,  including  access 

and  staging  activities  on  the  real  property  owned  by  the  City  and  located  in  the 
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City  of  San  Bruno;  and  (v)  Working  with  the  City’s  Director  of  Real  Estate  to 

seek  any  necessary  Board  approval  and,  upon  receipt  of  all  necessary  Board 

approvals,  authorize  the  General  Manager  or  City’s  Director  of  Real  Estate  to 

accept  and  execute  the  real  property  agreements  to  be  authorized  herein. 

(Resolution  17-0091) 

Ms.  Kathy  How,  AGM  Infrastructure,  introduced  the  item  and  requested 
approval. 

On  Motion  to  approve  Item  15: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

No  public  comment. 

16.  Approve  the  Request  for  Bids  for  Pre-Construction  and  Construction  Services 

and  award  Contract  No.  DB-128R2,  Bay  Corridor  Transmission  and  Distribution 

-  Phase  1 ,  a  Design-Build  Contract  (DBC),  in  the  amount  of  $1 5,283,930,  to 

the  lowest,  qualified,  responsible  and  responsive  bidder.  A&B  Construction,  to 

perform  design  and  construction  of  an  electrical  duct  bank.  Wastewater 

Enterprise’s  Mariposa  dry-weather  force  main,  and  gravity  sewer 
improvements;  and  authorize  the  General  Manager  to  execute  the  DBC  with 

A&B  Construction  consistent  with  the  requirements  of  Section  6.61(G)  of  the 

San  Francisco  Administrative  Code.  This  action  constitutes  the  Approval  Action 

for  the  project  for  purposes  of  the  California  Environmental  Quality  Act  (CEQA), 

pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

(Resolution  17-0092) 

AGM  How  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Item  16: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

No  public  comment. 

President  Moran  disclosed  that  he  has  known  the  firm  and  principals  for  years, 
has  not  been  involved  in  the  selection  process,  and  stated  the  relationship 
doesn’t  affect  his  ability  to  do  his  job. 

17.  Award  Agreement  No.  PRO. 0060,  State  Legislative  Representation  and 

Advocacy  Services  to  Edelstein  Gilbert  Robson  &  Smith  (EGRS),  LLC,  to 

provide  state  legislative  representation  and  advocacy  services  to  the  San 

Francisco  Public  Utilities  Commission;  and  authorize  the  General  Manager  to 

negotiate  and  execute  a  professional  services  agreement  with  EGRS  for  an 

amount  not-to-exceed  $1,200,000,  and  with  a  duration  of  five  years. 

(Resolution  17-0093) 

Ms.  Juliet  Ellis,  AGM  External  Affairs  introduced  the  item  and  reviewed  state 
legislative  actions.  She  noted  the  term  of  the  contract  request  is  for  five  years, 
and  requested  Commission  approval. 

On  Motion  to  approve  Item  1 7. 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 
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No  public  comment. 


8.  Award  Agreement  No.  PRQ.0061.  Federal  Legislative  Representation  and 

Advocacy  Services,  to  Daryl  Owen  Associates,  Inc.,  to  provide  federal 

legislative  representation  and  advocacy  services  to  the  San  Francisco  Public 

Utilities  Commission:  Authorize  the  General  Manager  to  negotiate  and  execute 

a  professional  services  agreement  with  Daryl  Owen  Associates.  Inc.,  for  an 

amount  not  to  exceed  $1 .200.000.  and  with  a  duration  of  five  years.  (Resolution 

1 7-0094) 

AGM  Ellis  introduced  the  item  and  reviewed  federal  legislative  actions.  She 
noted  the  term  of  the  contract  request  is  for  five  years,  and  requested 
Commission  approval. 

Ms.  Ellis  responded  to  a  question  from  Commissioner  Vietor  regarding 
additional  work  done  with  the  Mayor’s  office  lobbyist,  Holland  and  Knight. 

On  Motion  to  approve  Item  18: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  current  Administration  and  potential 
impact  on  environmental  issues.  He  stated  federal  lobbying  funds  need  to  be 
spent  on  local  San  Francisco  issues. 

9.  Approve  Amendment  No.  1  to  Agreement  No.  CS-320,  Grant  Agreement  with 

Garden  for  the  Environment  and  its  fiscal  sponsor  the  San  Francisco  Parks 

Alliance,  to  continue  to  operate  a  public  demonstration  garden  and  educational 

programs  on  San  Francisco  Public  Utilities  Commission  property;  and  authorize 

the  General  Manager  to  execute  this  amendment,  increasing  the  grant 

agreement  by  $380,000,  for  a  total  not-to-exceed  agreement  amount  of 

$930,000,  and  with  a  time  extension  of  two  years,  for  a  total  agreement 

duration  of  seven  years,  (Resolution  17-0095) 

Mr.  Steve  Ritchie,  AGM  Water,  introduced  the  item  and  requested  approval. 

Commissioner  Courtney  discussed  his  past  requests  to  continue  the  item.  He 
stated  that  he  supports  the  Alliance.  He  expressed  the  need  for  transparency 
and  accountability;  to  focus  on  workforce;  disappointment  with  conversations 
on  “old  stuff”;  and  the  need  for  a  policy  regarding  standards  and  obligations 
when  providing  grants. 

GM  Kelly  commented  on  the  development  and  implementation  of  a  policy  and 
indicated  he  will  meet  with  Commissioner  Courtney  on  policy  development  and 
implementation. 

On  Motion  to  approve  Item  19: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 
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Public  Comments 


•  Mr.  Francisco  DaCosta  discussed  contracting  requirements  and  work 
performed  by  youth  at  Calaveras,  and  the  need  for  enforcement. 

20.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  five-year,  no-fee  revocable  license  with  the  San  Francisco  Parks 

Alliance,  as  Licensee,  as  fiscal  sponsor  of  the  Garden  for  the  Environment,  to 

operate  a  public  demonstration  garden  and  provide  environmental  educational 

programs  on  approximately  21 ,148  square  feet  of  property  under  San 

Francisco  Public  Utilities  Commission  jurisdiction  at  Seventh  Avenue  and 

Lawton  Street  in  San  Francisco.  The  2017  License  will  replace  existing 

SFPUC  License  No.  4133.  Licensee  will  not  pay  any  rent  for  use  of  License 

Area  and  will  use  SFPUC  Grant  Agreement  CS-320,  as  amended  (CS-320) 

funds  for  GFE’s  continued  operation  of  the  public  demonstration  garden  and 

environmental  education  programs  on  the  License  Area.  (Resolution  17-0096) 

On  Motion  to  approve  Item  20: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

No  public  comment. 

The  Commission  Secretary  read  Closed  Session  items  21  through  28,  stating 
item  29  would  not  be  heard. 

21 .  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

•  Mr.  Francisco  DaCosta  discussed  the  recent  PG&E  blackout,  noting  poor 
communications  with  the  City  regarding  the  incident.  He  discussed  PG&E 
litigation  against  the  City. 

22.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 
The  Commission  entered  Closed  Session  at  3:36  PM. 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 

(d)  (2) 

Anticipated  Litigation  as  Plaintiff 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 
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Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 

effective  6/30/15. 

Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 


25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35. 13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-705-000/Date  Filed:  December  23.  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 


29.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 


The  Commission  exited  Closed  Session  at  4:01  PM. 
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30.  Announcement  following  Closed  Session. 

President  Moran  stated  that  no  action  was  taken  during  Closed  Session. 

31.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  no  to  disclose: 

Ayes:  Moran,  Kwon,  Vietor,  and  Courtney 

32.  Other  New  Business. 

None. 

33.  Adjournment. 

President  Moan  adjourned  the  meeting  at  4:02  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0079 


WHEREAS,  On  June  23,  2015,  this  Commission  awarded  Agreement  Nos.  CS- 
391. A  and  CS-391.B,  As-Needed  Operations  and  Maintenance  Services  for  Hetch  Hetchy 
Water  and  Power  (HHWP),  and  authorized  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  two  professional  services 
agreements,  each  in  the  amount  of  $4,000,000  and  with  a  term  of  five  years,  concluding 
on  July  2020,  with  Amec  Foster  Wheeler/Sonika  Joint  Venture  (JV)  (CS-391.A),  Black 
&  Veatch  Corporation  (CS-391.B);  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  each  agreement  by 
$2,000,000,  for  a  total  not-to-exceed  amount  of  $6,000,000  per  agreement,  in  order  to 
support  ongoing  HHWP  operational  responsibilities;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  established  a 
subconsulting  requirement  of  18%  Local  Business  Enterprise  (LBE)  participation  (of  the 
total  value  of  services  to  be  provided)  for  these  agreements;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  individual  projects; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to 
project-funded  Agreement  Nos.  CS-391.A&B,  As-Needed  Operations  and  Maintenance 
Services  for  HHWP,  with  Amec  Foster  Wheeler/Sonika  JV  (CS-391.A),  Black  &  Veatch 
Corporation  (CS-391.B),  to  support  ongoing  HHWP  operational  responsibilities,  and 
authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  two  professional 
services  amendments,  each  for  an  amount  up  to  $2,000,000,  for  a  total  not-to-exceed 
agreement  amount  of  $6,000,000  per  agreement,  with  no  change  to  the  agreement 
duration. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  April  25,  2017. 

_ (Xhsfin^  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0080 


WHEREAS,  On  June  10,  2014,  per  Resolution  No.  13-0119,  this  Commission  approved 
the  award  of  Hetchy  Capital  Improvement  Projects-funded  Contract  No.  DB-124,  San  Joaquin 
Communication  System  Upgrade,  to  Communication  Services,  Inc.;  and 

WHEREAS,  The  construction  Notice-to- Proceed  date  was  set  for  July  27,  2015;  and 

WHEREAS,  The  original  contract  amount  was  for  $6,990,959  and  the  original 
construction  contract  duration  was  395  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  through  8  were  issued  in  the  amount  of  ($148,523)  with 
a  time  extension  of  219  consecutive  calendar  days  to  address  the  deletion  of  two  (2)  sites,  the 
lease  payment  of  the  Mt.  Allison  site  for  34  months,  reimbursement  to  the  City  for  factory 
acceptance  testing  travel  expenses,  the  lease  of  the  Modesto  site  for  24  months,  the  design  and 
construction  of  power  modifications  at  the  Wamerville  site,  the  addition  of  power  conduits  at 
the  Rock  River  site,  to  address  solar  array  installation  issues  at  the  Throttling  Stationing  No.  2  and 
Red  Mountain  Bar  sites,  and  relocation  of  an  antennae  at  the  Mount  Allison  site.  These  modifications 
increased  the  contract  duration  to  614  consecutive  calendar  days  and  increased  the  contract  amount 
to  $6,842,428;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  the  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved 
by  this  Commission;  and 

WHEREAS,  Modification  No.  9  is  being  requested  for  a  non-compensable  contract 
duration  contingency  extension  of  183  consecutive  calendar  days  to  repair  damaged  antenna  and 
resolve  possible  interference  issues  at  the  Modesto  site  discovered  after  Substantial  Completion; 
relocate  existing  antenna  to  the  new  tower  at  the  Mt.  Allison  site;  and  recalibrate  solar  controllers 
and  battery  charging  stations  at  the  Red  Mountain  Bar  and  Throttling  Station  No.  2  sites, 
increasing  the  contract  duration  to  797  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  6%  for  this  contract  and  Communication  Systems,  Inc.  is  currently 
meeting  the  established  LBE  goal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH 10201  -  Microwave  System; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  of  up  to  183  consecutive  calendar  days  for  Hetchy  Capital  Improvement 
Projects  funded  Contract  No.  DB-124  with  Communication  Services,  Inc.,  increasing  the 
contract  duration  by  183  consecutive  calendar  days,  for  a  total  contract  duration  of  to  797 
consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  (or 
his  designee)  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract 
duration  of  up  to  183  consecutive  calendar  days,  for  a  total  contract  duration  of  up  to  797  consecutive 
calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


(jdtyuvL  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0081 


WHEREAS,  Construction  has  been  completed  for  Hetchy  Capital  Improvement  Projects 
(HCIP)  funded  Contract  No.  HH-979,  San  Joaquin  Pipeline  No.  1  Replacement  at  the  San 
Joaquin  Valve  House,  by  the  contractor,  Cratus,  Inc.;  and 

WHEREAS,  On  October  13,  2015,  by  Resolution  No.  15-0203,  this  Commission 
awarded  Contract  No.  HH-979,  San  Joaquin  Pipeline  No.  1  Replacement  at  the  San  Joaquin 
Valve  House,  in  the  amount  of  $1,781,850,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  Cratus,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice- to-Proceed  date  was  set  for  November  19, 
2015,  with  an  original  schedule  of  200  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  434  consecutive  calendar  days  on  January  26,  2017;  and 

WHEREAS,  Modification  Nos.  1-8  were  issued  in  the  amount  of  $154,073  with  a  time  extension 
of  273  consecutive  calendar  days  to  isolate  San  Joaquin  Pipeline  No.  1  at  Emery  and  Pelican 
Crossovers,  provide  additional  cathodic  protection  work,  address  unforeseen  underground  debris 
removal,  install  the  66”  line  valve  at  Tesla  UV  Valve  House,  remove  the  access  manway,  install 
a  pipe  saddle,  install  waterproofing  materials  to  the  San  Joaquin  Valve  House  walls,  and  provide 
a  construction  office  trailer  for  the  City  Representative.  The  modifications  increased  the  contract 
amount  to  $1,935,923  and  increased  the  contract  duration  to  473  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  9  (Final)  is  being  requested  for  ($241,356)  to  delete 
unused  allowances,  decreasing  the  contract  amount  to  $1,694,567  with  a  time  reduction  of  39 
consecutive  calendar  days,  decreasing  the  total  contract  duration  to  434  consecutive  calendar 
days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  made 
a  good  faith  effort  to  comply  with  its  Local  Business  Enterprise  (LBE)  subcontracting  goal  of 
14%  by  achieving  a  final  LBE  participation  of  21.96%  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH- 100-01,  San  Joaquin  Pipeline 
Rehabilitation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Cratus,  Inc.  for 
HCIP  funded  Contract  No.  HH-979,  San  Joaquin  Pipeline  No.  1  Replacement  at  the  San  Joaquin 
Valve  House,  for  a  total  contract  amount  of  $1,694,567  with  a  total  contract  duration  of  434 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0082 


WHEREAS,  On  June  24,  2014,  by  Resolution  No.  14-0099,  this  Commission  approved 
the  award  of  Wastewater  Treatment  Facilities  Sewer  System  Improvement  Program  funded 
Contract  No.  WW-572R,  Westside  Pump  Station  Discharge  Manifold  Upgrade,  to  Cal  State 
Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  October  15, 
2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,145,047,  and  the  original  contract 
duration  was  690  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-2  were  issued  for  $316,443  to  furnish  and  install 
necessary  electrical  underground  electrical  utilities  and  repair,  restore  and  replace  equipment  and 
materials  damaged  by  the  pump  station  flooding,  increasing  the  contract  amount  to  $4,46 1 ,490; 
and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extension  of  time  to  complete  construction  work  in  excess  of  10%  of  the  original  construction 
duration  be  approved  by  this  Commission;  and 

WHEREAS,  Modification  No.  3  is  being  requested  for  a  time  extension  of  173 
consecutive  calendar  days  to  replace  damaged  mechanical-electrical  equipment  and  associated 
facility  dewatering,  to  furnish  and  install  necessary  electrical  underground  electrical  utilities,  and 
to  repair  contract  furnished  mechanical  equipment,  increasing  the  contract  duration  to  863 
consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  9.12%  for  this  contract  and  Cal  State  Constructors,  Inc.  is  meeting 
this  goal;  and 

WHEREAS,  Funds  for  this  contract  are  available  from  Project  No.  CWWSIPTPOP02, 
Wastewater  Treatment  Facilities  Sewer  System  Improvement  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  3  to  Wastewater 
Treatment  Facilities  Sewer  System  Improvement  Program  funded  Contract  No.  WW-572R, 
Westside  Pump  Station  Discharge  Manifold  Upgrade,  with  Cal  State  Constructors,  Inc.  to 
replace  damaged  mechanical-electrical  equipment  and  associated  facility  dewatering,  to  furnish 
and  install  necessary  electrical  underground  electrical  utilities,  and  to  repair  contract  furnished 
mechanical  equipment  during  dry- weather  season,  increasing  the  contract  duration  by  173 
consecutive  calendar  days,  for  a  total  contract  duration  of  863  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0083 


WHEREAS,  On  September  22,  2015,  by  Resolution  No.  15-0191,  this  Commission  awarded 
Renewal  and  Replacement  (R&R)  Treatment  Facilities  Program  funded  Contract  No.  WW-579,  North 
Point  Wet  Weather  Facility  (NPF)  Dewatering  Pump  Replacement  and  Electrical  Upgrade,  in  the 
amount  of  $849,750,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Anvil  Builders;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  November  30,  2015 
and  Final  Completion  was  achieved  March  10,  2017;  and 

WHEREAS,  The  original  contract  amount  was  for  $849,750  and  the  original  contract  duration 
was  425  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(1)  of  the  Administrative  Code  requires  that  any  cumulative  increase 
in  contract  cost  in  excess  of  10%  of  the  original  price  or  duration  be  approved  by  the  Commission;  and 

WHEREAS,  The  project  needs  additional  contract  price  contingency  to  remove  and  replace 
associated  electrical  equipment  and  the  urgent  repair  of  a  concrete  hatch  located  at  the  intersection  of 
North  Point  Street  and  Embarcadero  Street;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $15,570  is  requested, 
subject  to  the  General  Manager’s  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
subcontracting  goal  of  18%  for  this  contract  and  the  contractor  committed  to  a  LBE  participation  of 
22.95%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF75,  NPF  Dewatering  Pump 
Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  contract  duration 
contingency  for  R&R  Treatment  Facilities  Program-funded  contract  No.  WW-579,  NPF  Dewatering 
Pump  Replacement  and  Electrical  Upgrade,  with  Anvil  Builders  ,  increasing  the  contract  price 
contingency  by  $15,570,  for  a  total  contract  cost  contingency  of  $100,545;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  (or  his 
designee)  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract  price  up  to 
$950,295. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0084 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program 
funded  Contract  No.  WW-649,  Paul  Avenue  Sewer  Replacement  was  advertised  on  February  17, 
2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $768,500  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  Paul  Avenue  from  Crane  Street  to  3rd  Street  in  the  City  of  San 
Francisco;  and 

WHEREAS,  The  contract  duration  is  145  consecutive  calendar  days;  and 

WHEREAS,  On  November  28,  2016,  the  Environmental  Review  Officer  (ERO) 
determined  that  the  Project  is  statutorily  exempt  from  the  California  Environmental  Quality  Act 
(CEQA)  under  Public  Resources  Code  Section  21080.21;  and 

WHEREAS  This  proposed  action  is  the  Approval  Action  as  defined  by  S.F. 
Administrative  Code  Chapter  3 1 ;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  March  16,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  participation  requirement  of  20%  Local  Business 
Enterprise  (LBE)  has  been  established  for  this  contract;  and  the  contractor  committed  to  a  LBE 
participation  of  20.08%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re -bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Wastewater  Enterprise  (WWE),  Renewal  and 
Replacement  (R&R)  Program  Project  No.  CWWRNRCSF4,  Paul  Avenue  Sewer  Replacement; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program  funded  Contract  No.  WW-649,  Paul  Avenue  Sewer  Replacement, 
in  the  amount  of  $736,410,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 
Pipeline,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.:  17-0085 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
Public  Utilities  Commission  (the  “Commission”)  to  issue  indebtedness,  including  revenue  bonds, 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  “Board”),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (the  “Wastewater  Enterprise”);  and 

WHEREAS,  Pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
(“Article  V”),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Pursuant  to  prior  Board  and  Commission  authorizations,  the  Commission 
has  established  a  commercial  paper  program  (the  “CP  Program”)  for  its  Wastewater  Enterprise; 
and 


WHEREAS,  In  connection  with  the  CP  Program  and  the  authorization  of  the 
Commission’s  Commercial  Paper  Notes  (Wastewater,  Proposition  E)  $150,000,000  Series  A-l 
(Tax  Exempt)  (the  “Series  A-l  CP  Notes”),  the  Commission,  pursuant  to  Resolution  No.  17- 
0027  (“Resolution  17-0027”),  adopted  on  February  14,  2017,  entered  into  an  Issuing  and  Paying 
Agent  Agreement,  dated  as  of  March  1,  2017  (the  “Paying  Agent  Agreement”),  by  and  between 
the  Commission  and  U.S.  Bank,  National  Association,  as  issuing  and  paying  agent  (the  “Paying 
Agent”)  and 

WHEREAS,  At  the  time  of  the  execution  of  the  Paying  Agent  Agreement,  the  Paying 
Agent  requested  inclusion  of  an  affirmative  indemnification  provision,  which  had  not  been 
included  in  the  document  approved  by  Resolution  17-0027;  and 

WHEREAS,  The  Commission  finds  it  appropriate  and  necessary  to  execute  an  amended 
and  restated  issuing  and  paying  agent  agreement  (the  “Amended  and  Restated  Paying  Agent 
Agreement”)  with  U.S.  Bank,  National  Association  which  includes  the  requested  affirmative 
indemnification  provision,  which  the  Commission  has  been  advised  is  customary  for  such 
transactions;  and 

WHEREAS,  On  May  17,  2016  the  Environmental  Review  Officer  issued  a  certificate  according 
to  Proposition  E  for  the  $500M  commercial  paper  program;  and 


WHEREAS  The  form  of  the  proposed  Amended  and  Restated  Paying  Agent  Agreement 
has  been  submitted  to  the  Commission  and  filed  with  the  Secretary;  now,  therefore,  be  it 

RESOLVED  By  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1 .  Approval  of  Amended  and  Restated  Paving  Agent  Agreement.  The  proposed 
form  of  the  Amended  and  Restated  Paying  Agent  Agreement  between  the  Commission  and  the 
Paying  Agent,  submitted  to  this  Commission,  is  hereby  approved  and  recommended  to  the 
Director  of  the  City’s  Office  of  Public  Finance  (the  “Director”)  for  approval  pursuant  to  Article 
V  of  the  City’s  Administrative  Code.  The  General  Manager  of  the  Commission  (the  “General 
Manager”)  or  his  or  her  designee  is  authorized  and  directed  to  execute  and  deliver  the  Amended 
and  Restated  Paying  Agent  Agreement,  subject  to  such  additions  thereto  or  changes  therein 
which  the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall 
approve,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  such 
Amended  and  Restated  Paying  Agent  Agreement. 

Section  2.  Further  Actions.  The  General  Manager  or  his  or  her  designee,  and  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 
action  in  furtherance  of  the  of  the  execution  of  the  Amended  and  Restated  Paying  Agent 
Agreement. 

Section  3.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  4.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  execution  of  the  Amended  and  Restated  Paying 
Agent  Agreement,  are  hereby  approved,  confirmed  and  ratified. 

Section  5.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.:  17-0086 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
Public  Utilities  Commission  (the  “Commission”)  to  issue  indebtedness,  including  revenue  bonds, 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  “Board”),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (the  “Wastewater  Enterprise”);  and 

WHEREAS,  Pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
(“Article  V”),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Under  Section  8B.  124  of  the  Charter  of  the  City  (the  “Charter”),  the  Board’s 
authority  to  authorize  an  issuance  of  debt  under  Proposition  E  is  subject  to  its  receipt  of  a 
certification  from  an  independent  engineer  that  (i)  the  projects  to  be  financed  by  such  debt  meet 
utility  standards  and  (ii)  estimated  net  revenue  will  be  sufficient  to  meet  operating,  maintenance, 
debt  service  coverage  and  other  indenture  or  resolution  requirements  (the  “Engineer 
Certification”);  and 

WHEREAS,  The  Board’s  authority  to  authorize  an  issuance  of  debt  under  Proposition  E 
is  also  subject  to  its  receipt  of  a  certification  from  the  San  Francisco  Planning  Department  that 
facilities  financed  with  such  debt  will  comply  with  applicable  requirements  of  the  California 
Environmental  Quality  Act  (together  with  the  Engineer  Certification,  the  “Proposition  E 
Certificates”);  and 

WHEREAS,  The  Commission  has  previously  authorized  pursuant  to  Resolution  No.  06- 
0164,  approved  by  the  Commission  on  September  26,  2006,  and  the  Board  has  previously 
approved  pursuant  to  Ordinance  No.  266-06,  adopted  by  the  Board  on  October  24,  2006,  and 
signed  by  the  Mayor  on  October  31,  2006,  the  establishment  of  a  commercial  paper  program  for 
the  Wastewater  Enterprise  (the  “Wastewater  CP  Program”)  and  the  issuance  of  up  to  $150 
million  in  aggregate  principal  amount  of  commercial  paper  notes  outstanding  at  any  one  time; 
and 


WHEREAS,  The  Commission  has  authorized  pursuant  to  Resolution  No.  11-0197, 
approved  by  the  Commission  on  December  13,  2011,  and  the  Board  has  approved  pursuant  to 
Ordinance  No.  91-12,  adopted  by  the  Board  on  May  1,  2012,  and  signed  by  the  Mayor  on  May 
14,  2012,  an  ordinance  to  authorize,  an  increase  in  the  Wastewater  CP  Program  from  an 
aggregate  principal  amount  not  to  exceed  $150  million  of  commercial  paper  notes  outstanding  at 


any  one  time  to  an  aggregate  principal  amount  not  to  exceed  $300  million  of  commercial  paper 
notes  outstanding  at  any  one  time;  and 

WHEREAS,  The  Commission  has  authorized  pursuant  to  Resolution  No.  14-0139, 
approved  by  the  Commission  on  August  26,  2014,  and  the  Board  has  approved  pursuant  to 
Resolution  No.  378-14,  adopted  by  the  Board  on  September  30,  2014,  and  signed  by  the  Mayor 
on  October  9,  2014,  a  resolution  to  authorize,  an  increase  in  the  Wastewater  CP  Program  from  an 
aggregate  principal  amount  not  to  exceed  $300  million  of  commercial  paper  notes  outstanding  at 
any  one  time  to  an  aggregate  principal  amount  not  to  exceed  $500  million  of  commercial  paper 
notes  outstanding  at  any  one  time;  and 

WHEREAS,  The  Board  has  previously  approved  pursuant  to  Ordinance  No.  111-16, 
adopted  by  the  Board  on  June  14,  2016,  and  signed  by  the  Mayor  on  June  24,  2016  (together 
with  Ordinance  No.  266-06  and  Ordinance  No.  91-12,  the  “Ordinances”),  the  issuance  of  up  to 
$1,112,601,280  (inclusive  of  finance  costs)  in  aggregate  principal  amount  of  Wastewater 
Revenue  Bonds  and  other  forms  of  indebtedness  of  the  Commission;  and 

WHEREAS,  The  Commission  has  determined  that  it  is  desirable  to  provide  $250,000,000 
additional  short-term  financing  of  capital  improvements,  capitalized  interest  and  related  costs  for 
improvements,  betterments  and  additions  to  the  Wastewater  Enterprise  of  the  City  through  the 
increase  in  the  amount  which  may  be  outstanding  at  any  one  time,  increasing  authorization  to 
$750,000,000  from  $500,000,000  of  commercial  paper  notes,  exclusive  of  interest  reserve,  if 
applicable  (the  “CP  Notes”)  or  bank  notes  (the  “Bank  Notes”),  contingent  upon  a  resolution 
proposed  for  consideration  and  approval  by  the  Board  (the  “Anticipated  Resolution”);  and 

WHEREAS,  Pursuant  to  Article  V  and  Ordinance  No.  266-06  the  Commission  is 
authorized  to  negotiate  and  execute  credit  or  liquidity  facilities  to  support  the  CP  Notes  and  any 
additional  agreements  related  thereto;  and 

WHEREAS,  The  Commission  issued  a  request  for  bids  from  qualified  banks  to  provide 
for  one  or  more  letters  of  credit  or  revolving  lines  of  credit  to  secure  the  payment  of  the  CP 
Notes;  and 

WHEREAS,  After  an  evaluation  of  the  responses  to  such  request  for  bids,  the 
Commission  staff  determined  that  the  following  were  most  advantageous  to  the  Commission: 
(i)  a  letter  of  credit  supporting  the  principal  amount  of  $100  million  of  the  CP  Notes  (the 
“Sumitomo  Letter  of  Credit”),  offered  by  Sumitomo  Mitsui  Banking  Corporation,  acting  through 
its  New  York  Branch  (“Sumitomo”),  and  (ii)  a  letter  of  credit  supporting  the  principal  amount  of 
$150  million  of  the  CP  Notes  (the  “Bank  of  America  Letter  of  Credit”  and  together  with  the 
Sumitomo  Letter  of  Credit,  the  “Letters  of  Credit”),  offered  by  Bank  of  America,  N.  A.  (“Bank  of 
America”  and  together  with  Sumitomo,  the  “Banks”);  and 

WHEREAS,  Each  proposed  form  of  the  Reimbursement  Agreement,  which  includes  the 
form  of  the  Sumitomo  Letter  of  Credit  and  the  Bank  of  America  Letter  of  Credit,  as  applicable, 
as  an  appendix  thereto,  and  its  related  Fee  Agreement  (each,  a  “Reimbursement  Agreement”  and 
“Fee  Agreement”,  respectively)  to  be  entered  into  by  the  Commission  and  the  Bank  have  been 


presented  to  the  Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it  in  its  best 
interest  to  enter  into  such  agreements;  and 

WHEREAS,  In  order  to  accommodate  the  use  of  the  Letters  of  Credit,  the  Commission 
finds  it  appropriate  and  in  its  best  interest  to  execute  a  new  issuing  and  paying  agent  agreement 
in  connection  with  each  Letter  of  Credit  (each  a  “Paying  Agent  Agreement”),  each  with  U.S. 
Bank  National  Association,  as  issuing  and  paying  agent  (the  “Paying  Agent”)  for  the  CP  Notes; 
and 


WHEREAS  The  forms  of  the  proposed  Paying  Agent  Agreements  have  also  been 
submitted  to  the  Commission  and  filed  with  the  Secretary;  and 

WHEREAS,  Pursuant  to  Resolutions  No.  06-0164,  No.  11-0197,  No.  14-0139  and 
No.  17-0027  and  the  Ordinances,  and  contingent  upon  adoption  by  the  Board  of  the  Anticipated 
Resolution,  the  Commission  is  authorized  to  take  any  and  all  necessary  action  in  connection  with 
the  issuance  of  the  CP  Notes  and  the  expansion  of  the  Wastewater  CP  Program,  including,  the 
execution  of  one  or  more  commercial  paper  dealer  agreements  entered  into  in  connection  with 
the  sale  and  issuance  of  the  CP  Notes;  and 

WHEREAS,  The  Commission  finds  it  necessary  to  execute  one  or  more  commercial 
paper  dealer  agreements  for  the  CP  Notes  and  to  deliver  an  offering  memorandum  in  connection 
with  the  sale  and  issuance  of  the  CP  Notes;  and 

WHEREAS,  The  proposed  form  of  dealer  agreement  (the  “Dealer  Agreement”)  has  been 
presented  to  the  Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it  in  its  best 
interest  to  enter  into  such  agreement  with  one  or  more  qualified  commercial  paper  dealers;  and 

WHEREAS,  The  proposed  form  of  offering  memorandum  (the  “Offering  Memorandum”) 
has  been  presented  to  the  Commission  and  filed  with  the  Secretary;  and, 

WHEREAS,  on  May  17,  2016,  the  Environmental  Review  Officer  issued  a  Certificate  of 
the  City  and  County  of  San  Francisco  Planning  Department  (pursuant  to  Section  8B.  124(b)  of 
the  Charter  of  the  City)  (the  “Planning  Department  Certificate”)  and  under  Proposition  E, 
granting  authority  for  the  issuance  of  debt  to  the  Board  of  Supervisors.  By  this  certification  the 
ERO  concluded  that  the  projects  to  be  funded  through  the  sale  of  Wastewater  Revenue  Bonds 
and/or  Other  Forms  of  Indebtedness,  including  Commercial  Paper,  either  comply  with  the 
requirements  of  the  California  Environmental  Quality  Act  (CEQA)  or  will  undergo  CEQA 
review  when  they  are  defined;  and 

WHEREAS,  The  Proposition  E  Certificates  meeting  the  Proposition  E  requirements  are, 
or  will  be,  on  file  with  the  Clerk  of  the  Board  in  accordance  with  Proposition  E  prior  to  the 
issuance  of  any  CP  Notes;  now,  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Increase  of  Authorized  Amount  of  CP  Notes.  The  Commission  hereby 
approves  the  $250  million  increase  in  the  Wastewater  CP  Program  to  a  not  to  exceed  amount  of 
$750  million  from  $500  million,  contingent  upon  adoption  by  the  Board  of  the  Anticipated 


Resolution.  The  General  Manager  of  the  Commission  (the  “General  Manager”)  or  his  or  her 
designee  is  authorized  to  issue  up  to  $750  million  of  CP  Notes  in  accordance  with  the  terms 
hereof. 


Section  2.  Approval  of  Reimbursement  Agreements.  Letters  of  Credit  and  Fee 
Agreements.  The  Reimbursement  Agreements,  Letters  of  Credit,  and  Fee  Agreements,  in 
substantially  the  forms  submitted  to  this  Commission,  are  hereby  approved  and  recommended  to 
the  Director  of  the  City’s  Office  of  Public  Finance  (the  “Director”)  for  approval  pursuant  to 
Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  of  the  Commission  (the 
“General  Manager”)  or  his  or  her  designee  is  authorized  and  directed  to  execute  and  deliver  the 
Reimbursement  Agreements  and  Fee  Agreements,  subject  to  such  additions  thereto  or  changes 
therein  which  the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall 
approve,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  each  such 
Reimbursement  Agreement  and  Fee  Agreement. 

Section  3.  Approval  of  Paving  Agent  Agreements.  The  proposed  forms  of  the  Paying 
Agent  Agreements  between  the  Commission  and  the  Paying  Agent,  submitted  to  this 
Commission,  is  hereby  approved  and  recommended  to  the  Director  for  approval  pursuant  to 
Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  or  his  or  her  designee  is 
authorized  and  directed  to  execute  and  deliver  to  Paying  Agent  Agreements,  subject  to  such 
additions  thereto  or  changes  therein  which  the  General  Manager,  upon  consultation  with  the  City 
Attorney  and  Director,  shall  approve,  such  approval  to  be  conclusively  evidenced  by  the 
execution  and  delivery  of  each  such  Paying  Agent  Agreement. 

Section  4.  Limitations.  This  Resolution  shall  be  ineffective  unless  and  until  the 
Anticipated  Resolution  is  adopted  by  the  Board,  and  approved  by  the  Mayor.  Consistent  with 
Ordinance  No.  266-06,  in  no  event  shall  the  CP  Notes  exceed  $750,000,000  in  aggregate 
principal  amount  and  in  no  event  shall  the  interest  rate  or  interest  rates  cause  the  aggregate 
average  interest  cost  to  exceed  12%  per  annum,  and  in  no  event  shall  the  term  of  any  bank 
reimbursement  obligation  exceed  10  years. 

Section  5.  Offering  Memorandum.  Consistent  with  Ordinance  No.  266-06,  the  General 
Manager  or  his  or  her  designee,  in  consultation  with  the  City  Attorney  and  the  Director,  is  hereby 
authorized  and  directed  to  prepare  and  cause  the  distribution  of  an  Offering  Memorandum 
relating  to  the  Wastewater  CP  Program,  in  substantially  the  form  on  file  with  the  Commission, 
subject  to  such  additions  thereto  and  changes  therein,  and  any  amendments  or  supplements 
thereto  from  time  to  time  which  the  General  Manager,  in  consultation  with  the  City  Attorney  and 
the  Director,  shall  approve. 

Section  6.  Approval  of  Dealer  Agreements.  The  Dealer  Agreement,  in  substantially  the 
form  submitted  to  this  Commission,  is  hereby  approved  and  recommended  to  the  Director  for 
approval  pursuant  to  Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  or  his 
or  her  designee  is  authorized  and  directed  to  execute  and  deliver  one  or  more  of  Dealer 
Agreements  in  substantially  said  form,  subject  to  such  additions  thereto  or  changes  therein  which 
the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such 
approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  such  Dealer  Agreements. 


Section  7.  Further  Actions.  The  General  Manager  or  his  or  her  designee,  and  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 
action  in  furtherance  of  the  issuance  of  the  Letters  of  Credit  and  the  marketing  and  sale  of  the  CP 
Notes. 

Section  8.  Extensions  of  Term  of  Letters  of  Credit.  The  General  Manager  is  further 
authorized,  in  consultation  with  the  City  Attorney  and  the  Director,  to  execute  one  or  more 
amendments  to  extend  the  initial  three  or  five-year  term,  as  applicable,  of  each  Letter  of  Credit 
authorized  hereunder  for  an  aggregate  period  not  to  exceed  seven  years  from  the  commencement 
date  of  the  initial  term,  provided  further  that  the  annual  facility  fee  payable  to  Bank  of  America 
shall  not  exceed  $1  million  per  year  and  the  annual  facility  fee  payable  to  Sumitomo  shall  not 
exceed  $1  million,  and  the  amendments  shall  otherwise  comply  with  Section  3  hereof. 

Section  9.  Extensions  of  Term  of  Dealer  Agreement.  The  General  Manager  is  further 
authorized,  in  consultation  with  the  City  Attorney  and  the  Director,  to  execute  one  or  more 
amendments  to  extend  the  term  of  any  Dealer  Agreement  authorized  hereunder  for  a  period  not 
to  exceed  five  years,  with  optional  annual  extensions  not  to  exceed  seven  years  from  the 
commencement  date  of  the  initial  term,  so  long  as  the  total  compensation  to  the  commercial 
paper  dealer(s)  shall  not  exceed  an  aggregate  of  $250,000  per  year. 

Section  10.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  1 1 .  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  issuance  of  the  Letters  of  Credit  for  the  Wastewater 
CP  Program,  are  hereby  approved,  confirmed  and  ratified. 

Section  12.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  April  25,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0087 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  approved  the  Bay 
Division  Pipeline  Reliability  Upgrade-Tunnel  Project  (Tunnel  Project)  through  Resolution 
Number  09-0176  on  October  27,  2009;  and 

WHEREAS  The  Tunnel  Project  required  the  acquisition  of  a  sub-surface  tunnel  easement 
(Tunnel  Easement)  under  lands  owned  by  the  Midpeninsula  Regional  Open  Space  District 
(District)  ),  and  Resolution  09-0176  authorized  the  SFPUC  General  Manager  to  undertake  the 
process,  in  compliance  with  Government  Code  Section  7260  et  seq.,  with  the  San  Francisco 
Charter  and  all  applicable  laws,  for  acquisition  of  interests  in  real  property  including  the  Tunnel 
Easement  on  the  District’s  property,  and  to  work  with  the  Director  of  Real  Estate  to  seek  Board 
of  Supervisors'  approval  of,  and  if  approved,  to  accept  and  execute  final  agreements  to 
consummate  the  acquisition  in  such  form,  approved  by  the  City  Attorney;  and 

WHEREAS,  By  Resolution  Number  491-10  adopted  effective  as  of  October  22,  2010,  the 
Board  of  Supervisors  and  Mayor  approved  an  Agreement  to  Exchange  Interests  in  Real  Property 
(Exchange  Agreement)  to  acquire  the  Tunnel  Easement  in  exchange  for  a  50-foot  wide  open 
space  easement  on  SFPUC  lands  (Open  Space  Easement)  located  in  East  Palo  Alto  known  as  the 
Ravenswood  Property  on  Assessor’s  Parcels  No.  093-590-030,  093-590-050  and  093-590-060 
(SFPUC  Property),  and  the  SFPUC  and  the  District  entered  into  the  Exchange  Agreement  on 
November  17,  2010;  and 

WHEREAS,  On  January  31,  2011,  the  District  and  the  SFPUC  closed  escrow  for  the 
SFPUC’s  acquisition  of  the  Tunnel  Easement  in  exchange  for  conveying  the  Open  Space 
Easement  to  the  District;  and 

WHEREAS,  The  Exchange  Agreement  contemplated  that  the  District  would  study  the 
feasibility  of  a  future  public  trail  located  on  the  SFPUC  Property;  and 

WHEREAS,  The  District  has  conducted  feasibility  studies  and  has  worked  with  SFPUC 
staff  to  identify  a  mutually  acceptable  alignment  for  the  proposed  Trail  Easement  and  negotiate 
the  terms  and  conditions  of  a  Second  Amendment  to  the  Exchange  Agreement  (Exchange 
Agreement  Amendment)  and  a  Public  Trail  Easement  agreement  (Trail  Easement  Agreement),  in 
the  forms  on  file  with  the  Commission  Secretary,  and  now  desires  to  obtain  an  easement  for  a 
20-foot  wide  public  trail  (Trail  Easement)  in  accordance  with  the  Exchange  Agreement 
Amendment  and  the  Trail  Easement  Agreement;  and 

WHEREAS,  The  benefit  and  value  of  the  Tunnel  Easement,  an  essential  link  in  the  Bay 
Tunnel  right  of  way,  exceeded  the  value  of  the  Open  Space  Easement  and  Trail  Easement,  and 
therefore,  the  parties  did  not  contemplate  the  exchange  of  any  monetary  consideration  in  the 
Exchange  Agreement  or  Exchange  Agreement  Amendment;  and 


WHEREAS,  San  Francisco  Charter  Section  8B.  121(a)  grants  this  Commission  the 
exclusive  charge  of  the  real  property  assets  under  the  Commission’s  jurisdiction  and  provides 
that  the  Commission  may  transfer  real  property  interests  declared  to  be  surplus  to  the  needs  of 
any  utility;  and 

WHEREAS,  SFPUC  real  estate  staff,  in  coordination  with  engineering,  watershed,  and 
operations  staff,  negotiated  provisions  in  the  Trail  Easement  Agreement  to  ensure  the 
compatibility  of  the  Trail  Easement  with  SFPUC’s  use  of  its  service  road,  and  determined  that 
given  those  provisions  the  Trail  Easement  interest  was  surplus  to  the  needs  of  any  utility;  and 

WHEREAS,  The  District  completed  its  study  and  obtained  all  regulatory  and  District 
Board  approvals  required  to  exchange  the  Open  Space  Easement  for  the  proposed  Trail 
Easement  as  provided  for  in  District  Board  Resolution  number  16-60;  and 

WHEREAS,  SFPUC  staff  now  seeks  approval  to  enter  into  the  Exchange  Agreement 
Amendment  whereby  the  SFPUC  will  convey  the  Trail  Easement  to  the  District  via  the  Trail 
Easement  Agreement  and  in  exchange,  the  District  will  quitclaim  to  the  City  all  right,  title  and 
interest  in  the  Open  Space  Easement;  and 

WHEREAS,  The  proposed  Second  Amendment  to  Agreement  to  Exchange  Interests  in 
Real  Property  with  Midpeninsula  Regional  Open  Space  District  (District),  whereby  the  SFPUC 
will  grant  a  new  20-foot  wide  easement  to  District  for  a  public  trail  on  property  under  the 
SFPUC’s  jurisdiction  in  East  Palo  Alto,  and  where  the  District  would  quitclaim  all  right,  title  and 
interest  in  an  existing  open  space  easement  on  the  Ravenswood  Property  that  the  SFPUC  granted 
to  District  pursuant  to  the  Exchange  Agreement,  and  that  would  construct  a  new  segment  of  the 
Bay  Trail  connecting  University  Avenue  to  the  Ravenswood  Open  Space  Preserve,  would  result 
in  temporary  and  permanent  environmental  impacts  for  which  mitigation  measures  were 
identified  in  the  November  2016  Initial  Study/Mitigated  Negative  Declaration  (2016  IS/MND) 
prepared  by  the  District  in  connection  with  approval  of  the  Bay  Trail  Connection  at  Ravenswood 
Open  Space  Project;  and 

WHEREAS,  To  implement  the  Bay  Trail  Connection  at  Ravenswood  Open  Space 
Project,  the  project  contractor  and  District  must  implement  the  mitigation  measures  identified  in 
the  2016  IS/MND  and  the  mitigation  measures  adopted  as  conditions  of  approval  in  District 
Resolution  No  16-60  on  November  16,  2016  to  mitigate  impacts  to  a  less  than  significant  level, 
and  some  of  the  mitigation  measures  would  be  implemented  on  SFPUC  property;  and 

WHEREAS,  The  2016  IS/MND  has  been  made  available  for  review  by  this  Commission 
and  the  public  and  is  a  part  of  the  record  of  this  approval  by  this  Commission.  The  SFPUC,  as  a 
responsible  agency  under  CEQA,  has  considered  the  2016  IS/MND  which  cover  the  Bay  Trail 
Connection  at  Ravenswood  Open  Space  Project,  including  the  environmental  effects  of  the  Bay 
Trail  Connection  at  Ravenswood  Open  Space  Project  and  the  mitigation  measures  to  reduce  the 
significant  adverse  environmental  impacts  of  the  project  to  a  less  than  significant  level;  and 

WHEREAS,  The  1994  2016  IS/MND  and  other  materials  that  are  part  of  the  record  of 
this  approval  are  available  for  public  review  at  the  SFPUC  offices.  Real  Estate  Services,  525 
Golden  Gate  Avenue,  10th  Floor,  which  is  the  custodian  of  records  for  the  requested  MOU  and 
construction  permit  approval;  and 


WHEREAS,  No  new  information  has  come  to  light  that  would  affect  the  conclusions  of 
2016  IS/MND;  be  it 

RESOLVED,  That  the  SFPUC  has  reviewed  and  considered  the  2016  IS/MND  and  finds 
that  this  approval  is  within  the  scope  of  the  Second  Amendment  to  Agreement  to  Exchange 
Interests  in  Real  Property  with  Midpeninsula  Regional  Open  Space  District  and  the  mitigation 
measures  evaluated  in  the  2016  IS/MND,  and  that  these  documents  are  adequate  for  its  use  in 
approving  the  Second  Amendment  to  Agreement  to  Exchange  Interests  in  Real  Property  with 
Midpeninsula  Regional  Open  Space  District;  and  be  it 

FURTHER  RESOLVED,  That  since  the  2016  IS/MND  were  finalized,  there  have  been 
no  substantial  changes  in  the  Bay  Trail  Connection  at  Ravenswood  Open  Space  Project  and  no 
substantial  changes  in  the  Bay  Trail  Connection  at  Ravenswood  Open  Space  Project 
circumstances  that  would  require  major  revisions  to  the  2016  IS/MND  due  to  the  involvement  of 
new  significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified 
significant  impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change 
the  conclusions  set  forth  in  the  2016  IS/MND;  and  be  it 

FURTHER  RESOLVED,  That  the  District  has  already  adopted  the  mitigation  measures 
recommended  in  the  2016  IS/MND,  and  has  authority  to  implement  the  mitigation  measures  or 
to  seek  any  required  approvals  for  the  mitigation  measures,  and  the  SFPUC  has  no  direct 
authority  or  responsibility  to  implement  the  mitigation  measures;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  the  Second  Amendment  to  Agreement, 
and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Exchange  Agreement  Amendment  and  the  Easement  A  Agreement;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  has  determined  that  competitive  bidding 
of  the  grant  of  a  Trail  Easement  is  impractical,  because  the  easement  area  is  not  capable  of 
independent  development  and  will  be  exchanged  for  another  real  property  interest  previously 
acquired  by  the  SFPUC  from  the  same  party;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  has  determined  that  the  Trail  Easement 
under  the  terms  and  conditions  of  the  Easement  Agreement  is  surplus  to  the  needs  of  any  of  the 
utilities  under  the  Commission’s  jurisdiction,  and  hereby  authorizes  and  directs  the  SFPUC's 
General  Manager  or  Director  of  Property  to  execute  the  Exchange  Agreement  Amendment  and 
the  Easement  Agreement,  subject  to  the  approval  of  the  Board  of  Supervisors  and  Mayor;  and  be 
it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  Director  of 
Property  or  the  SFPUC  General  Manager  to  enter  into  any  amendments  or  modifications  to  the 
Exchange  Agreement  Amendment  and  the  Easement  Agreement,  including  without  limitation, 
the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in 
the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City; 
are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Agreement  or  this 


resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter;  and  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  SFPUC  General  Manager 
to  execute  and  deliver  the  Easement  Agreement  conveying  the  Trail  Easement  to  Buyer  and  to 
accept  the  quitclaim  of  the  Open  Space  Easement;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  General  Manager  of  the 
SFPUC  to  take  any  and  all  other  steps  they,  in  consultation  with  the  City  Attorney,  deem 
necessary  and  advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  25,  201 7. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0088 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  two  steep  adjacent 
undeveloped  parcels  in  San  Francisco.  The  first  parcel  is  the  approximately  3,429  square-foot 
parcel  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  located 
on  Burnett  Avenue  at  Copper  Alley,  Assessor’s  Parcel  Lot  23,  Block  2719C  (SFPUC  Parcel). 
The  second  parcel  (SFPW  Parcel)  is  under  the  jurisdiction  of  the  San  Francisco  Public  Works 
Department  (Public  Works)  and  was  formerly  a  portion  of  Old  Burnett  Avenue,  before  Burnett 
Avenue  was  improved  and  realigned  in  the  early  1980s  to  become  the  current  Burnett  Avenue. 
The  SFPW  Parcel  consists  of  an  approximately  8,795  square-foot  chevron-shaped  strip;  and 

WHEREAS,  George  Birmingham  (Buyer)  owns  real  property  located  adjacent  to  the 
SFPW  Parcel  (Buyer's  Adjoining  Property  or  Lot  36),  which  lacks  access  to  an  open  public 
street;  and 

WHEREAS,  A  homeowner’s  association  (HOA)  owns  the  property  (Burnett  Terrace 
Parcel)  to  the  west  of  Buyer’s  Adjoining  Parcel;  and 

WHEREAS,  The  City  owns  additional  property  under  the  jurisdiction  of  SFPW 
(Additional  SFPW  Parcel)  bordering  the  SFPW  Parcel  on  its  west  side.  In  1981,  the  HOA  or  its 
predecessor-in-interest  constructed  a  driveway  (HOA  Driveway)  on  the  Additional  SFPW 
Parcel,  encroaching  slightly  on  the  SFPW  Parcel.  The  driveway  created  a  means  of  ingress  and 
egress  for  the  Burnett  Terrace  Parcel  residents  between  the  Burnett  Terrace  Parcel  and  the  open 
public  street,  the  current  Burnett  Avenue;  and 

WHEREAS,  The  HOA  Driveway  was  built  pursuant  to  a  revocable  encroachment  permit 
for  non-exclusive  use,  which  Public  Works  issued  to  the  HOA  or  its  predecessor-in-interest  in 
1981; and 

WHEREAS,  In  an  effort  to  gain  access  to  Buyer’s  Adjoining  Parcel,  which  for  practical 
purposes  is  landlocked  in  part  by  the  SFPW  Parcel  and  the  HOA  Driveway,  Buyer  commenced 
an  action  against  City  in  San  Francisco  Superior  Court  and  the  HOA  on  or  about  September  9, 
2015  (Action);  and 

WHEREAS,  To  settle  the  Action,  Buyer,  City  and  the  HOA  have  entered  into  a 
Settlement  Agreement  and  Mutual  Release  (Settlement  Agreement),  a  copy  of  which  is  on  fde 
with  the  Commission  Secretary,  which  provides,  among  other  things,  for  Buyer  and  City  to  enter 
into  an  Agreement  for  the  Purchase  and  Sale  of  Real  Estate  (Purchase  Agreement),  in 
substantially  the  form  attached  as  an  exhibit  to  the  Settlement  Agreement,  for  Buyer’s  purchase 
of  both  the  SFPUC  Parcel  and  the  SFPW  Parcel  for  a  combined  price  of  $1,500,000  and  a 
Reimbursement  Agreement  providing  for  Buyer's  reimbursement  to  City  for  certain  costs  for  the 


processes  necessary  to  sell  the  parcels,  including  a  street  vacation,  SFPUC  sale  resolution,  and 
the  rezoning  of  parcels  from  P  to  underlying  RM- 1 ;  and 

WHEREAS,  Under  the  terms  of  the  Settlement  Agreement  and  proposed  Purchase 
Agreement,  staff  of  the  SFPUC  and  Public  Works  will  undertake  the  necessary  due  diligence, 
applications,  and  processes  to  seek  approvals  for  the  vacation  of  the  SFPW  Parcel  as  a  public 
street,  the  rezoning  of  both  City  Parcels  from  P  to  RM-1,  and  the  sale  of  the  parcels  to  Buyer,  but 
the  City  departments,  officials,  and  legislative  bodies  retain  full  discretion  to  approve,  reject,  or 
modify  the  requested  legislative  actions;  and 

WHEREAS,  Buyer  has  requested  that  City  convey  the  SFPUC  Parcel  to  Buyer  so  that 
Buyer  may  use  the  SFPUC  Parcel  in  part  for  a  driveway  to  provide  ingress  and  egress  between 
Buyer’s  Adjoining  Property  and  current  Burnett  Avenue;  and 

WHEREAS,  Buyer  has  agreed  to  the  terms  and  conditions  of  the  Purchase  Agreement; 
and 


WHEREAS,  Competitive  bidding  for  the  sale  of  the  SFPUC  Parcel  would  be  impractical, 
given  that  the  SFPUC  Parcel  is  the  subject  of  litigation  and  further  given  its  small  size  and  steep 
slope.  The  public  interest  or  necessity  demands,  or  will  not  be  inconvenienced  by,  the  sale  of  the 
SFPUC  Parcel  to  Buyer,  because  such  sale  will  eliminate  the  landlocked  nature  of  Buyer’s 
Adjoining  Property,  in  the  event  Buyer  desires  to  develop  Buyer’s  Adjoining  Property  for 
residential  purposes,  thus  serving  the  public  interest  in  increasing  the  supply  of  housing  in  the 
City.  The  SFPUC  recommends  the  sale  to  Buyer  based  on  the  2015  appraised  value  to  resolve 
the  dispute  and  avoid  litigating  the  Action;  and 

WHEREAS,  On  April  6,  2017  the  Planning  Department  determined  that  this  proposed 
sale  of  surplus  property  is  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under 
Section  15312,  Class  12  (Surplus  Government  Property  Sales;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  SFPUC  Parcel  is  surplus  to  the 
SFPUC’s  utility  needs  and  authorizes  the  General  Manager  of  the  SFPUC  and/or  City’s  Director 
of  Property  to  seek  approval  of  the  Purchase  Agreement  by  City’s  Board  of  Supervisors  and  the 
Mayor,  and  upon  such  approval,  to  execute  the  Purchase  Agreement  in  substantially  the  same 
form  presented  to  this  Commission;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  Purchase  Agreement  and 
the  Reimbursement  Agreement;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Purchase  Agreement;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC’s  General  Manager  to  execute  the  Purchase  Agreement,  subject  to  the  approval  of  the 
Board  of  Supervisors  and  Mayor;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC’s  General  Manager  to  execute  the  Reimbursement  Agreement;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  the  Director  of  Property  to  enter  into  any  amendments  or  modifications  to  the 
Purchase  Agreement,  including  without  limitation,  the  exhibits,  that  the  General  Manager  or 
Director  of  Property  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of 
the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or 
advisable  to  effectuate  the  purposes  and  intent  of  the  Purchase  Agreement  or  this  Resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  the  Reimbursement  Agreement, 
including  without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation 
with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the 
obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and 
intent  of  the  Reimbursement  Agreement  or  this  resolution;  and  are  in  compliance  with  all 
applicable  laws,  including  the  City  Charter,  and  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  SFPUC  General  Manager 
to  execute  and  deliver  a  quitclaim  deed  conveying  the  SFPUC  Parcel  to  Buyer;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  General  Manager  of  the 
SFPUC  to  take  any  and  all  other  steps  they,  in  consultation  with  the  City  Attorney,  deem 
necessary  and  advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  25,  2017. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0089 


WHEREAS,  It  is  the  intent  of  this  Memorandum  of  Understanding  (MOU)  to  record  the 
parties’  understanding  as  to:  the  SFPUC’s  development  of  new  wastewater  treatment  facilities 
necessary  for  treatment  and  discharge  of  sanitary  sewage  (WWTF),  including  production  of 
recycled  water  (RWTF)  (collectively,  the  WWTP  Project)  on  Treasure  Island;  the  necessary  real 
property  improvements  to  the  WWTP  Project  site;  TIDA’s  transfers  to  the  SFPUC  of  fee  and 
easement  interests  for  the  WWTP  Project  construction  and  operation;  SFPUC’s  right  to 
continued  use  of  existing  or  comparable  property  to  support  existing  contracted  utility  services  or 
future  public  utility  operations;  and  the  transfer  of  an  additional  parcel  of  4-6  acres  contiguous  to 
the  WWTF  site,  as  contemplated  in  the  Infrastructure  Plan  included  in  TIDA’s  Disposition  and 
Development  Agreement  associated  with  planned  development  of  Treasure  Island/Yerba  Buena 
Island  (TI/YBI);  and 

WHEREAS,  Under  this  MOU,  the  Treasure  Island  Development  Authority  (TIDA)  must 
ensure  various  actions  are  completed  as  condition  precedent  for  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  begin  construction  of  the  WWTP  Project,  including  but  not 
limited  to,  site  preparation,  conveyance  of  property  to  the  SFPUC,  and  any  necessary  site 
remediation;  and 

WHEREAS,  TIDA  will  continue  to  be  responsible  as  the  sanitary  sewer  collection  and 
treatment  service  provider  on  Treasure  Island  and  Yerba  Buena  Island  (TI/YBI),  by  continuing  to 
contract  for  such  services,  for  both  new  and  existing  service  connections  until  SFPUC's 
completion  of  the  new  WWTF,  and  acceptance  of  related  infrastructure  as  may  be  required  by 
the  City,  under  the  jurisdiction  of  the  SFPUC;  and 

WHEREAS,  New  service  connections  must  enter  into  an  agreement  with  TIDA  to  obtain 
sanitary  sewage  collection  and  treatment  service  for  the  subdivision,  subject  to  possible  transfer 
of  service  to  SFPUC  in  the  future  on  terms  consistent  with  SFPUC's  rules,  regulations,  rates,  fees 
and  charges;  and 

WHEREAS,  TIDA  will  continue  to  be  the  service  provider  for  any  customers  whose 
flows  are  conveyed  to  the  WWTF  in  whole  or  in  part  by  currently  existing  legacy  infrastructure; 
and 

WHEREAS,  Under  separate  agreement,  the  Navy  must  remediate  environmental 
conditions  arising  out  of  its  operation  of  Naval  Station  Treasure  Island  (NSTI)  to  levels 
appropriate  for  the  land  uses  set  forth  in  the  development  plan  for  Treasure  Island  before  land 
can  be  transferred  to  TIDA;  and 

WHEREAS,  Land  transferred  from  the  Navy  to  TIDA  will  also  include  appropriate 
Comprehensive  Environmental  Response,  Compensation,  and  Liability  Act  (“CERCLA”) 
covenants  and  warranties,  including  callback  provisions  requiring  Navy  remediation  should 
previously  unidentified  contamination  resulting  from  Navy  use  of  the  property  be  identified  at  a 
later  date;  and 


WHEREAS,  On  June  7,  201 1,  the  Board  of  Supervisors,  in  compliance  with  the 
California  Environmental  Quality  Act  (CEQA),  adopted  Resolution  No.  246- 1 1 ,  including  the 
CEQA  Findings,  the  Mitigation  and  Monitoring  Reporting  Program  (MMRP)  and  a  Statement  of 
Overriding  Considerations  for  the  Treasure  Island-Yerba  Buena  Island  Project  and  approved  the 
Project,  which  includes  the  WWTP  Project.  Therefore,  CEQA  review  for  the  WWTP  as 
proposed  is  complete.  Additional  CEQA  review  and  if  necessary  preparation  of  the  appropriate 
CEQA  document  will  be  complete  prior  to  this  Commission’s  approval  of  the  WWTP  Project 
construction,  including  specific  processes  and  equipment,  any  modifications  to  related  facilities 
such  as  the  existing  outfall,  or  approval  of  a  development  plan  for  the  Additional  Parcel;  and 

WHEREAS,  The  City’s  budget  decisions  are  subject  to  the  discretion  of  the  Mayor  and 
the  Board  of  Supervisors,  and  the  City  has  no  obligation  to  make  appropriations  for  the 
obligations  of  the  parties  contemplated  in  this  MOU  in  lieu  of  appropriations  for  new  or  other 
agreements;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his  designee,  to 
negotiate  and  execute  a  MOU  by  and  between  the  SFPUC  and  TIDA  regarding  the  SFPUC’s 
development  of  the  WWTP  Project  to  serve  TI/YBI,  and  TIDA’s  obligations  concerning  the 
related  real  property  improvements,  and  property  transfers  to  the  SFPUC,  in  substantially  the 
form  of  the  MOU  on  file  with  the  Commission  Secretary,  subject  to  Board  of  Supervisors 
approval,  as  required. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0090 


WHEREAS,  Former  Naval  Station  Treasure  Island  (“NSTI”)  is  a  former  military  base 
located  in  the  City  and  County  of  San  Francisco  (the  “City”)  consisting  of  approximately  550 
acres  on  Treasure  Island  and  Yerba  Buena  Island;  and 

WHEREAS,  NSTI  was  selected  for  closure  and  disposition  by  the  Base  Realignment  and 
Closure  Commission  in  1993,  acting  under  Public  Law  101-510,  and  its  subsequent  amendments, 
and  the  NSTI  ceased  operations  in  1997;  and 

WHEREAS,  Under  the  Treasure  Island  Conversion  Act  of  1997  (AB  699),  which 
amended  Section  33492.5  of  the  California  Health  and  Safety  Code  and  added  Section  2.1  to 
Chapter  1333  of  the  Statutes  of  1968,  the  State  Legislature  (i)  granted  to  the  Board  of 
Supervisors  the  authority  to  designate  the  Treasure  Island  Development  Authority  ("TIDA")  as  a 
redevelopment  agency  under  California  Community  Redevelopment  Law  with  authority  over 
NSTI;  and  (ii)  with  respect  to  those  portions  of  NSTI  that  are  subject  to  the  public  trust  for 
commerce,  navigation  and  fisheries  (the  "Public  Trust"),  vested  in  TIDA  the  authority  to 
administer  the  Public  Trust  as  to  such  property;  and 

WHEREAS,  In  June  2011,  the  City,  TIDA  and  Treasure  Island  Community 
Development,  LLC  (“TICD”),  entered  into  a  Disposition  and  Development  Agreement  (the 
“DDA”)  between  TIDA  and  TICD,  and  a  Development  Agreement  (the  “DA”)  between  the  City 
and  TICD;  and 

WHEREAS,  The  DDA  details  a  phased  program  for  the  development  of  Treasure  Island 
and  Yerba  Buena  Island  including  an  Infrastructure  Plan,  Exhibit  FF  to  the  DDA,  which 
describes  the  future  infrastructure  to  be  constructed  by  TICD  as  part  of  the  development  project; 
and 

WHEREAS,  On  December  21,  2016,  the  Director  of  Public  Works,  via  Public  Works 
Order  No.  185562,  adopted  Subdivision  Regulations  for  Treasure  Island  and  Yerba  Buena 
Islands;  and 

WHEREAS,  In  the  course  of  completing  the  Treasure  Island  and  Yerba  Buena  Island 
Subdivision  Regulations,  TIDA,  SFDPW,  the  SFPUC,  and  SFMTA  (collectively,  the  “Parties”) 
developed  a  Memorandum  of  Agreement  (the  “Public  Improvement  MOA”)  identifying  the 
anticipated  ownership,  maintenance,  and  financial  responsibilities  of  the  Parties  and  TICD, 
directly  or  through  a  future  Home  Owners’  Association  (“HOA”),  for  the  Public  Improvements 
to  constructed  under  the  Project;  and 

WHEREAS,  It  is  understood  and  anticipated  that  future  project  approvals  -  including,  but 
not  necessarily  limited  to.  Final  Subdivision  Map  approvals.  Public  Improvement  Agreements, 
and  Major  Encroachment  Permits  -  will  further  specify  or  clarify  the  responsibilities  of  TICD  or 
the  Parties;  and 

WHEREAS,  The  Parties  have  prepared  a  MOA  reflecting  the  Parties’  mutual 
understanding  of  public  improvement  responsibilities  and  consistent  with  the  provisions  of  the 
DDA,  ICA,  Infrastructure  Plan,  and  TI/YBI  Subdivision  Regulations;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his  designee,  to 
negotiate  and  execute  a  Memorandum  of  Agreement  by  and  among  the  SFPUC,  SFMTA, 
SFDPW  and  TIDA  regarding  the  Ownership  and  Maintenance  of  Public  Improvements  on 
Treasure  Island  and  Yerba  Buena  Island,  in  substantially  the  form  of  the  draft  MOA  on  file  with 
the  Commission  Secretary,  with  such  modifications  or  amendments  that  the  General  Manager 
determines,  in  consultation  with  the  City  Attorney,  do  not  materially  increase  the  liability  or 
obligations  of  the  SFPUC,  or  materially  decrease  the  benefits  to  the  SFPUC. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  utilities  commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0091 


WHEREAS,  Following  the  rupture  of  a  portion  of  San  Andreas  Pipeline  No.  2  in  San 
Bruno,  California  in  July  2015,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff 
developed  a  project  description  for  Project  No.  CUW2730504,  San  Andreas  Pipeline  Number  2 
Replacement  Project  (Project)  in  the  City  of  San  Bruno,  California;  and 

WHEREAS,  The  objective  of  the  Project  is  to  replace  approximately  7,500  linear  feet  of 
54-inch  lockbar  steel  pipe  at  four  separate  locations  within  the  City  of  San  Bruno;  and 

WHEREAS,  SFPUC  staff  have  determined  that  the  Project  construction,  implementation, 
operation,  or  maintenance  will  possibly  require  the  SFPUC  to  acquire,  pursuant  to  Government 
Code  Section  7260  et  seq.  statutory  procedures,  temporary  interests  in  real  property  in:  (1) 
Assessor's  Parcel  No.  019-170-020  owned  by  San  Mateo  Union  High  School  District;  (2) 
Assessor's  Parcels  No.  020-012-160  and  No.  020-01 2- 160&  170  owned  by  the  Gap  Corporation; 
(3)  Assessor's  Parcel  No.  019-230-020  owned  by  County  of  San  Mateo;  and  (4)  Multiple 
Assessor's  Parcel  Numbers  for  Peninsula  Place  Homeowners’  Association;  and 

WHEREAS,  The  San  Francisco  Planning  Department  previously  prepared  an 
Environmental  Impact  Report  for  the  Peninsula  Pipelines  Seismic  Upgrade  Project  (PPSU)  in 
accordance  with  provisions  of  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  The  San  Francisco  Planning  Commission  certified  the  final  EIR  (FEIR)  for 
the  PPSU  on  October  17,  2013  by  Motion  No.  19004;  and 

WHEREAS,  On  October  22,  2013  the  SFPUC,  by  Resolution  No.  13-0161  adopted 
CEQA  findings,  a  Mitigation,  Monitoring,  and  Reporting  Program,  and  a  Statement  of 
Overriding  Considerations  and  approved  the  PPSU  project;  and 

WHEREAS,  On  March  4,  2014,  the  Board  of  Supervisors,  by  Resolution  No.66-14 
approved  funding  for  the  PPSU  project  and  adopted  CEQA  findings,  a  Mitigation,  Monitoring, 
and  Reporting  Program,  and  a  Statement  of  Overriding  Considerations;  and 

WHEREAS,  On  April  12,  2017,  the  San  Francisco  Planning  Department  issued 
Addendum  No.  1  to  the  FEIR  for  the  PPSU  project  (PPSU  FEIR),  finding  that  proposed 
modifications  to  the  PPSU  project  will  not  cause  new  significant  impacts  not  identified  in  the 
FEIR,  will  not  increase  the  severity  of  significant  impacts  identified  in  the  FEIR,  and  will  not 
require  new  mitigation  measures  to  reduce  significant  impacts.  Addendum  No.  1,  among  other 
considerations,  identifies  and  discusses  recommended  modifications  to  two  mitigation  measures 
previously  adopted  in  the  PPSU  FEIR  -  Mitigation  Measure  LU-la,  which  provides  for  public 
notification  to  interested  parties  a  week  before  construction  activities,  and  Mitigation  Measure 
LU-lb,  which  provides  a  14-day  advance  notice  to  residents,  tenants  and  property  owners  whose 


homes  are  potentially  subject  to  significant  and  unavoidable  noise  impacts.  Addendum  No.  1 
concludes  that  the  modifications,  which  would  add  the  areas  within  the  proposed  project 
modification  to  areas  requiring  these  notices,  would  not  result  in  new  or  more  severe  impacts; 
and 


WHEREAS,  The  Project  files,  including  the  PPSU  FEIR,  SFPUC  Resolution  No.  13- 
0161,  Board  of  Supervisors’  Resolution  No.  66-14,  and  Addendum  No.  1  to  the  PPSU  FEIR 
have  been  made  available  to  the  SFPUC  and  the  public  and  those  files  are  part  of  the  record 
before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  PPSU  FEIR,  Addendum  No.  1  thereto,  the  findings  contained  in  SFPUC  Resolution  No.  13- 
0161,  the  findings  contained  in  Board  of  Supervisors  Resolution  No.  66-14,  and  all  written  and 
oral  information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies, 
SFPUC  and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  PPSU  FEIR  and 
Addendum  No.  1  prepared  for  the  Project,  as  well  as  the  record  as  a  whole,  and  finds  that  the 
FEIR  and  Addendum  No.  1  thereto  are  adequate  for  its  use  as  the  decision-making  body  for 
approval  of  the  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  incorporates  the  CEQA  findings 
contained  in  SFPUC  Resolution  No.  13-0161  and  in  Board  of  Supervisors  Resolution  No.  66-14, 
including  the  Mitigation  Monitoring  and  Reporting  Program  and  the  Statement  of  Overriding 
Considerations  by  reference  thereto  as  though  set  forth  in  this  Resolution.  The  Commission 
additionally  adopts  the  modifications  to  Mitigation  Measures  LU-la  and  LU-lb  as  set  forth  in 
Addendum  No.  1,  and  further  finds  that  (1)  because  the  proposed  modifications  to  the  Project 
described  in  the  Addendum  do  not  cause  new  significant  impacts  not  identified  in  the  PPSU 
FEIR,  no  new  mitigation  measures  are  necessary  to  reduce  significant  impacts;  (2)  no  new 
information  has  become  available  and  no  changes  in  circumstances  have  occurred  showing  the 
project  would  cause  new  significant  environmental  impacts  or  increase  the  severity  of  previously 
identified  significant  impacts;  and  (3)  as  a  result  no  supplemental  environmental  review  is 
required  beyond  the  environmental  review  previously  conducted  for  the  PPSU  project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  SFPUC  General  Manager, 
or  his  designee,  to  undertake  the  process,  in  compliance  with  California  Government  Code 
Section  7260  et  seq.,  with  the  San  Francisco  Charter  and  all  applicable  laws,  for  possible 
acquisition  by  agreement  or  court  determination,  for  a  combined  purchase  price  estimated  not  to 
exceed  $1,500,000,  of  temporary  and  permanent  interests  in  real  property  in  (1)  Assessor's  Parcel 
No.  019-170-020  owned  by  the  San  Mateo  Union  High  School  District;  (2)  Assessor's  Parcels 
No.  020-012-160  and  No.  020-01 2- 160&  170  owned  by  the  Gap  Corporation;  (3)  Assessor's 
Parcel  No.  019-230-020  owned  by  the  County  of  San  Mateo;  and  (4)  multiple  Assessor's  Parcel 
Numbers  for  Peninsula  Place  Homeowners’  Association;  and  to  work  with  the  City’s  Director  of 
Real  Estate  to  seek  Board  of  Supervisors  approval  to  the  extent  required  by  the  Charter,  and 
upon  receipt  of  any  required  approval,  authorize  the  SFPUC  General  Manager  or  City’s  Director 
of  Real  Estate  to  accept  and  execute  final  agreements,  and  any  other  related  documents  necessary 


to  consummate  the  transactions  contemplated  therein,  in  such  form,  approved  by  the  City 
Attorney;  and  be  it 

FURTHER  RESOLVED,  The  Project  requires  that  the  General  Manager,  or  his  designee, 
be  authorized  to  (i)  obtain,  consistent  with  SFPUC  existing  fee  or  easement  interests,  where 
applicable,  any  necessary  permits,  licenses,  and  Memoranda  of  Agreement;  and  (ii)  initiate 
encroachment  removal  efforts,  consents  from,  and/or  other  agreements  with,  Caltrans,  the  City 
of  San  Bruno,  the  U.S.  Department  of  Veteran’s  Administration,  the  County  of  San  Mateo,  the 
Peninsula  Place  Homeowners’  Association,  the  San  Mateo  Union  High  School  District,  and  the 
Cherry  Hill  Villa  Condominium  Owners’  Association,  relating  to  proposed  Project  construction 
activities  and  the  relocation  of  existing  utilities  owned  or  operated  by  these  entities  within  or 
adjacent  to  the  Project  area.  To  the  extent  that  the  terms  and  conditions  of  the  required  permits, 
instruments,  or  agreements  require  SFPUC  to  indemnify  other  parties,  those  indemnity 
obligations  are  subject  to  review  and  approval  by  the  San  Francisco  Risk  Manager.  The 
Commission  Resolution  authorizes  the  General  Manager,  in  consultation  with  the  City  Attorney, 
to  agree  to  other  such  terms  and  conditions  (e.g.  maintenance,  repair,  and  responsibility  for 
relocation  of  utilities  or  improvements)  that  are  in  the  public  interest,  are  consistent  with  the 
SFPUC's  existing  rights,  and  in  the  judgment  of  the  General  Manager,  are  reasonable  and 
appropriate  for  the  scope  and  duration  of  the  requested  use;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  (i)  exercise  any  City  or  SFPUC  right  under  any  deed,  easement,  lease,  permit,  or 
license  as  required  or  advisable  in  connection  with  the  Project,  and  (ii)  negotiate  and  execute 
with  owners  or  occupiers  of  property  interests  or  utility  facilities  or  improvements,  on,  along, 
over,  under,  adjacent  to,  or  in  the  vicinity  of  the  SFPUC’s  right-of-way  new  or  amended 
easements,  leases,  permits,  licenses,  encroachment  removal,  or  other  Project  related  agreements 
(each,  a  “Use  Instrument”)  with  respect  to  uses  and  structures,  fences,  and  other  above-ground  or 
subterranean  improvements.  The  General  Manager’s  authority  so  granted  includes  the  authority, 
if  necessary  for  the  Project,  to  enter  into,  amend,  or  exercise  rights  under  adjacent  to,  or  in  the 
vicinity  of  the  SFPUC  pipeline  right-of-way,  including  Use  Instruments  required  to 
accommodate  Project  construction  activities  or  schedule,  or  to  implement  Project  mitigation 
measures,  but  excluding  the  authority  to  dispose  of  any  SFPUC  real  property  interest.  Any  such 
new  or  amended  Use  Instrument  will  be  in  a  form  that  the  General  Manager  determines  is  in  the 
public  interest  and  is  acceptable,  necessary,  and  advisable  to  effectuate  the  purposes  and  intent  of 
this  Commission  resolution,  and  in  compliance  with  the  Charter  and  all  applicable  laws,  and 
approved  as  the  form  by  the  City  attorney;  and  be  it 

FURTHER  RESOLVED,  The  General  Manager  or  his  designee  is  authorized  to  work 
with  the  Director  of  Real  Estate  to  seek  Board  approval,  to  the  extent  required,  and  if  approved, 
for  the  General  Manager  or  the  City’s  Director  of  Real  Estate  to  accept  and  execute  the  real 
property  agreements  and  Use  Instruments  authorized  herein;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  enter 
into  any  subsequent  additions,  amendments,  or  other  modifications  to  the  real  property 
acquisition  agreements  and  related  documents,  as  described  herein,  that  the  General  Manager,  in 
consultation  with  the  SFPUC  Real  Estate  Director  and  the  City  Attorney,  determines  are  in  the 


best  interests  of  the  SFPUC  and  the  City,  do  not  materially  decrease  the  benefits  to  the  SFPUC  or 
the  City,  and  do  not  materially  increase  the  obligations  or  liabilities  of  the  SFPUC  or  the  City, 
such  determinations  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  any  additions, 
amendments,  or  other  modifications;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Project  No. 
CUW2730504,  San  Andreas  Pipeline  No.  2  Replacement  Project  and  authorizes  staff  to  proceed 
with  actions  necessary  to  implement  the  Project. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0092 


WHEREAS,  Power  Enterprise  Program  funded  and  Sewer  System  Improvement  Program 
funded  Contract  No.  DB-128R2,  Bay  Corridor  Transmission  and  Distribution  -  Phase  1,  was  re¬ 
advertised  on  March  14,  2017;  and 

WHEREAS,  The  procurement  of  the  services  of  a  qualified  firm  to  provide  specialized 
design-build  services  is  necessary  to  supplement  San  Francisco  Public  Utilities  Commission 
(SFPUC)  staff;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $18,000,000  for  this  design-build  contract  work 
to  install  electrical  duct  banks,  replace  a  dry-weather  force  main,  including  gravity  sewer 
improvements  and  perform  associated  design  and  construction  management  services;  and 

WHEREAS,  The  contract  duration  is  458  consecutive  calendar  days;  and 

WHEREAS,  On  February  1,  2017,  the  Planning  Department  determined  that  the  Bay 
Corridor  Transmission  and  Distribution  Project  is  categorically  exempt  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15303  (Class  3  New  Construction  or 
Conversion  of  Small  Structures),  and  on  February  2,  2017,  the  Planning  Department  determined 
that  the  Mariposa  Dry-weather  Pump  Station  and  Force  Main  Improvement  Project  is 
categorically  exempt  under  the  general  rule  that  CEQA  applies  only  to  projects  that  have  the 
potential  for  causing  a  significant  effect  on  the  environment  (CEQA  Guidelines  Section 
15061(b)(3));  and 

WHEREAS,  Three  bids  were  received  on  March  23,  2017;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  A  &  B  Construction  as  the  lowest,  qualified,  responsible  and  responsive 
bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  15%  for  construction  work  and  20%  for  design  work  for  this  contract,  and  the 
contractor  committed  to  a  LBE  subcontracting  participation  of  20%  for  design  work  and  21.5% 
for  construction  work  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH870  -  Distribution  Services  Retail 
Customers  and  Project  No.  CWWSIPCSPS03,  Mariposa  Dry-Weather  Pump  Station  and  Force 
Main  Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Request  for  Bids  for  Pre- 
Construction  and  Construction  Services,  and  awards  Power  Enterprise  Program  funded  and 
Sewer  System  Improvement  Program  funded  Contract  No.  DB-128R2,  Bay  Corridor 
Transmission  and  Distribution  -  Phase  1  in  the  amount  of  $15,283,930,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder  A  &  B  Construction,  and  authorizes  the  General  Manager  to 
execute  a  DBC  with  A  &  B  Construction,  consistent  with  the  requirements  of  Section  6.61(G)  of 
the  San  Francisco  Administrative  Code. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 

_ /Mmui  viiW _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0093 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  benefited 
greatly  from  professional  services  agreements  with  a  state-registered  lobbying  firm  for 
legislative  representation  and  advocacy  services;  and 

WHEREAS,  A  state-registered  lobbying  firm  working  on  behalf  of  the  SFPUC  may 
represent  the  interests  of  SFPUC  and  its  ratepayers  before  the  California  State  Legislature,  the 
governor’s  administration,  state  regulatory  agencies,  industry  coalitions,  and  other  organizations 
as  necessary;  and 

WHEREAS,  The  SFPUC  continually  has  issues  of  importance  pending  before  state 
legislative,  administrative,  and  regulatory  bodies  in  the  subject  areas  of  water,  energy, 
wastewater,  and  infrastructure;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  state-registered 
lobbying  firm  to  provide  specialized  state  legislative  representation  and  advocacy  services  to 
supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,200,000;  and 

WHEREAS,  The  Request  for  Proposals  was  advertised  on  January  24,  2017;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2017  and  end  in  June  2022  and  the 
duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  determination  that  Edelstein  Gilbert  Robson  &  Smith,  LLC  is  sole 
responsive,  responsible,  and  qualified  proposer;  and 

WHEREAS,  Pursuant  to  Section  14B.8  of  the  San  Francisco  Administrative  Code,  the 
Local  Business  Enterprise  subconsulting  provisions  of  Chapter  14B  have  been  waived  for  this 
agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  the  Board  of  Supervisors-approved  budget  under  the  index  code  designation 
SFPUC  Bureaus,  External  Affairs,  Governmental  Affairs,  Labor,  and  Professional  &  Specialized 
Services;  (PR0.0060-State  Legislative  Representation  and  Advocacy  Services),  $1,200,000; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Edelstein  Gilbert 
Robson  &  Smith,  LLC  and  awards  Agreement  No.  PR0.0060,  State  Legislative  Representation 
and  Advocacy  Services,  for  the  provision  of  state  legislative  representation  and  advocacy 
services  to  the  SFPUC;  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and 
execute  a  professional  services  agreement  with  Edelstein  Gilbert  Robson  &  Smith,  LLC  for  an 
amount  not-to-exceed  $  1 ,200,000  and  with  a  duration  of  five  years,  or,  in  the  event  negotiations 
are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional 
services  agreement  with  the  next  highest  ranked  proposer. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0094 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  benefited 
greatly  from  professional  services  agreements  with  a  lobbying  firm  for  federal  legislative 
representation  and  advocacy  services;  and 

WHEREAS,  A  lobbying  firm  working  on  behalf  of  the  SFPUC  may  represent  the 
interests  of  SFPUC  and  its  ratepayers  before  the  U.S.  Congress,  the  Federal  Administration, 
federal  regulatory  agencies,  industry  coalitions,  and  other  organizations  as  necessary;  and 

WHEREAS,  The  SFPUC  continually  has  issues  of  importance  pending  before  federal 
legislative,  administrative,  and  regulatory  bodies  in  the  subject  areas  of  water,  energy, 
wastewater,  and  infrastructure;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  consultant  to  provide 
specialized  federal  legislative  representation  and  advocacy  services  to  supplement  SFPUC  staff; 
and 

WHEREAS,  The  estimated  cost  of  services  is  $1,200,000;  and 

WHEREAS,  The  Request  for  Proposals  was  advertised  on  January  24,  2017;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2017  and  end  in  June  2022  and  the 
duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  determination  that  Daryl  Owen 
Associates,  Inc.  is  the  highest  ranked  firm;  and 

WHEREAS,  Pursuant  to  Section  14B.8  of  the  San  Francisco  Administrative  Code,  the 
Local  Business  Enterprise  subconsulting  provisions  of  Chapter  14B  have  been  waived  for  this 
agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  the  Board  of  Supervisors-approved  budget  under  the  index  code  designation 
SFPUC  Bureaus,  External  Affairs,  Governmental  Affairs,  Labor,  and  Professional  &  Specialized 
Services;  (PRO.0061-  Federal  Legislative  Representation  and  Advocacy  Services),  $1,200,000; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Daryl  Owen 
Associates,  Inc.;  awards  Agreement  No.  PR0.0061  Federal  Legislative  Representation  and 
Advocacy  Services,  for  the  provision  of  federal  legislative  representation  and  advocacy  services 
to  the  SFPUC;  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  a 
professional  services  agreement  with  Daryl  Owen  Associates,  Inc.  for  an  amount  not-to-exceed 
$1,200,000  and  with  a  duration  of  five  years,  or,  in  the  event  negotiations  are  not  successful  or 
City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services  agreement 
with  the  next  highest  ranked  proposer. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0095 


WHEREAS,  On  June  1 1,  2013,  this  Commission  awarded  Agreement  No.  CS-320,  Grant 
Agreement  with  Garden  for  the  Environment  and  San  Francisco  Parks  Alliance,  and  authorized 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate 
and  execute  a  grant  agreement  in  the  amount  of  $550,000  and  with  a  term  of  five  years,  with  the 
Garden  for  the  Environment,  and  its  fiscal  sponsor,  San  Francisco  Parks  Alliance;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $380,000  and  with  a  two-year  time 
extension,  for  a  total  not-to-exceed  agreement  amount  of  $930,000  and  a  total  agreement 
duration  of  seven  years,  in  order  to  accommodate  expanded  demonstration  garden  maintenance 
and  to  continue  to  provide  conservation  and  pollution  prevention  workshops  and  training  for 
adults  and  school  children;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Water  Enterprise  Water 
Conservation  operating  budget  (470703),  Water  Enterprise  Water  Resources  index  code  505021, 
and  the  Wastewater  Enterprise  Collection  System  Division  operating  budget  (921030)  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-320,  Grant  Agreement  with  Garden  for  the  Environment  and  San  Francisco  Parks 
Alliance,  to  provide  expanded  garden  maintenance  and  continue  to  provide  educational 
programming;  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment 
increasing  the  agreement  by  $380,000,  for  a  total  not-to-exceed  agreement  amount  of  $930,000, 
and  with  a  time  extension  of  two  years,  for  a  total  agreement  duration  of  seven  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  25,  2017. 


Secretary,  Public  utilities  commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0096 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  promotes  water 
efficient  landscaping  and  public  education  to  meet  water  conservation  goals;  and 

WHEREAS,  The  City  and  County  of  San  Francisco,  under  the  SFPUC’s  jurisdiction, 
owns  approximately  21,148  square  feet  of  property  at  Seventh  Avenue  and  Lawton  Street  in  San 
Francisco  (License  Area);  and 

WHEREAS,  The  Garden  for  the  Environment  (GFE)  is  an  unincorporated  organization 
that  has  used  the  License  Area  under  prior  no-fee  SFPUC  revocable  licenses  since  in  or  about 
2008  to  teach  the  San  Francisco  public  about  organic  gardening,  sustainable  food  production, 
pollution  prevention  and  low  water-use  landscaping  in  urban  settings;  and 

WHEREAS,  Pursuant  to  SFPUC  Resolution  08-0219,  the  SFPUC  first  issued  a  revocable 
license  dated  May  31,  2008  for  GFE’s  use  of  the  License  Area,  pursuant  to  SFPUC  Resolution 
12-0113,  the  SFPUC  issued  a  second  revocable  license  to  the  Haight  Asbury  Neighborhood 
Council  (HANC),  as  GFE’s  fiscal  sponsor,  for  GFE’s  continued  use  of  the  License  Area,  and 
pursuant  to  SFPUC  Resolution  13-0089,  the  SFPUC  next  issued  a  revocable  license  dated  July  1, 
2013  to  reflect  GFE’s  change  in  fiscal  sponsorship  from  HANC  to  the  San  Francisco  Parks 
Alliance;  and 

WHEREAS,  The  SFPUC  has  not  charged  any  use  fee  under  the  prior  licenses  for  GFE’s 
use  of  the  License  Area;  and 

WHEREAS,  The  SFPUC  continues  to  provide  funding  under  SFPUC  Grant  No.  CS-320, 
as  amended  (CS-320),  to  the  San  Francisco  Parks  Alliance  as  GFE’s  fiscal  sponsor,  for  GFE 
staffing  and  programs  on  the  License  Area;  and 

WHEREAS,  The  SFPUC  now  seeks  to  issue  a  new  no-fee  revocable  license  (2017 
License)  to  the  San  Francisco  Parks  Alliance  (Licensee)  to  make  the  license  term  match  the  new 
June  30,  2022  expiration  date  of  grant  funding  under  CS-320;  and 

WHEREAS,  Licensee’s  and  GFE’s  activities  under  the  License  are  consistent  with  the 
SFPUC’s  January  2011  Community  Benefits  Policy  (CBP),  which  seeks  to  promote,  among 
other  things,  educational  programming,  community  health  and  environmental  justice;  and 

WHEREAS,  The  CBP  builds  upon  the  SFPUC’s  Environmental  Justice  Policy,  which 
seeks  to  prevent,  mitigate  and  lessen  disproportionate  environmental  impacts  of  SFPUC’s 
activities  on  communities;  and 


WHEREAS,  On  May  20.  2013,  the  Planning  Department  determined  that  this  action  is 
exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  CEQA  Guidelines 
Section  15301,  Class  1.  Existing  Facilities;  and 

WHEREAS,  The  SFPUC  adopted  the  2015  Real  Estate  Guidelines  on  January  13,  2015, 
which  provide  that  the  SFPUC  may  issue  a  rent-free  revocable  license  to  a  non-profit 
organization  with  a  charitable  purpose  if  the  license  benefits  the  SFPUC’ s  primary  utility 
purpose;  and 

WHEREAS,  Licensee  is  a  non-profit  organization  with  a  charitable  purpose;  and 

WHEREAS,  The  2017  License  serves  the  SFPUC’ s  primary  utility  purpose  by  promoting 
water  conservation  goals;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  2017  License  serves  the 
SFPUC’ s  primary  utility  purpose,  and  is  issued  to  a  non-profit  organization  with  a  charitable 
purpose  under  Section  5.3.2  of  the  2015  Real  Estate  Guidelines,  and  will  be  issued  with  no  use 
fee;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  2017  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  2017  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  make 
such  modifications  and  enter  into  such  amendments  to  the  2017  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City  or  materially  diminish  the  benefits  to  the  City;  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  2017  License  and  the  Grant  Agreement  of  this 
resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  25,  2017. 

0(1/ 071/L/L  V Jv  6  s  c?  V _ 

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  May  9,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
httD://sanfrancisco.granicus.com/ViewPublisher.Dhp?view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47- Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  sen/ices,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.ora/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 


311  Free  Language  Assistance:  feftun  a  ts&filj  /  Ayuda  gratuita  con  el  idioma  /  BecnjiaTHas  no  mo  mi, 
nepeBOflHHKOB  /  Trggiiip  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  “  £.  ?j0-|  / 

Enwaa  yi"Ofi"»"TeiEl'UlC>  fl’tifnlmF  "m  /  Libreng tulong para  sa  wikang Tagalog  timaa 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 


CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.org/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  April  25,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 

the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Citizens’  Advisory  Committee  Resolution  in  Support  of  the  Water  Enterprise 
Environmental  Stewardship  Policy 

e)  Draft  CleanPowerSF  Growth  Plan 

f)  Schedule  of  Rates  &  Charges  for  Non-Municipal,  Residential,  Commercial 
Electric  Service 

g)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business 

a)  Recognition  of  the  San  Joaquin  County  Office  of  Education,  the  Building  and 
Construction  Trades,  the  Tuolumne  County  Collaborative,  and  SFPUC  staff 
in  developing  a  training  for  regional  residents,  with  an  emphasis  on  women, 
for  careers  in  the  construction  industry,  and  also  congratulating  the  Women 
Cohort  Graduates  of  this  successfully  implemented  training  program. 


(Courtney) 


7.  Recognition  of  SFPUC  Retirees 

b)  Ruben  Vasquez  for  his  28  Years  of  Distinguished  Service 

c)  Paul  Karawanny  for  his  29  Years  of  Distinguished  Service 


(Sandler) 


8.  Report  of  the  General  Manager 

a)  Quarterly  Budget  Status  Report 

b)  Update  on  State  Revolving  Loans  and  Grants 


(Sandler) 

(Sandler) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 


upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a)  Approve  Project  No.  CWWSIPCSSR09,  Drumm  and  Jackson  Streets 
Sewer  System  Improvements;  Authorize  the  General  Manager  to 
implement  the  Project  in  conjunction  with  implementing  Project  No. 
CWWSIPCSPS02,  Force  Main  Rehabilitation  at  Embarcadero  and 
Jackson  Streets,  and  in  compliance  with  the  Charter  and  applicable  law, 
including  authorizing  the  General  Manager:  (i)  to  negotiate  and  execute  a 
new  or  amended  Memorandum  of  Understanding,  an  encroachment 
permit,  and/or  other  form  of  agreement  with  the  Port  of  San  Francisco  to 
170097  obtain  necessary  access  to  Port  property  for  implementation  of  the 
Projects;  and  (ii)  to  negotiate  and  execute  a  Permit  to  Enter  and  Use 
Property  with  Port  tenant  Ferry  Building  Associates,  LLC,  to  obtain  access 
to  Seawall  Lot  351  for  construction  and  staging  purposes.  This  action 
constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  CEQA, 
pursuant  to  Section  31 .16  of  the  San  Francisco  Administrative  Code,  for 
the  Drumm  and  Jackson  Sewer  System  Improvements  Project. 

(How) 


b)  Accept  work  completed  by  Big  Valley  Electric  for  Contract  No.  HH-977R, 
O’Shaughnessy  Dam  Drum  Gate  Automation,  for  a  total  contract 
amount  of  $769,082,  and  with  a  total  contract  duration  of  263  consecutive 
calendar  days  (approximately  nine  months);  and  authorize  final  payment 
1 7  U  U  9  0  to  the  contractor.  (How) 


c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-988R, 
Kirkwood  Penstock  Short  Term  Risk  Reduction  Measures,  in  the  amount 
of  $1,277,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Big  Valley  Electric,  to  provide  short  term  risk  reduction  measures  to 
170099  Kirkwood  Penstock,  including  the  installation  of  a  Foundation  Monitoring 
Warning  System  to  detect  potential  slope  movement,  repair  of  an  existing 
reinforced  concrete  saddle,  repair  and  maintenance  to  the  existing  slope 
drainage  system,  and  procurement  of  materials  that  could  be  used  for 
emergency  repairs,  including  large  diameter  pipe  couplings  and  rolled 
steel  plates.  This  action  constitutes  the  Approval  Action  for  the  project  for 
the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco 
Administrative  Code.  (How) 


d)  Accept  work  performed  by  Empire  Engineering  &  Construction,  Inc.,  for 
Contract  No.  WD-2503R,  8-Inch  Ductile  Iron  Main  Installation  in  Jackson, 
1 7  0 1  0  0  Washington,  Sacramento,  and  Davis  Streets;  Approve  Modification  No.  3 
(Final),  decreasing  the  contract  by  $98,265  for  a  total  contract  amount  of 
$3,249,268;  and  authorize  final  payment  to  the  contractor.  (How) 


REGULAR  CALENDAR 


10. 

170101 


11. 

170104 

12. 


170103 


13. 

170104 

14. 

170105 


15. 


170105 


Public  Hearing:  Discussion  and  possible  action  to  adopt  revised  SFPUC 
Rules  &  Regulations  Governing  Electric  Service.  The  revised  version  of  the 
Rules  replaces  in  its  entirety  both  the  original  version  approved  by  the 
Commission  in  February  2010  and  amendments  approved  in  November  2015. 

(Hale) 

Discussion  and  possible  action  to  adopt  a  new  target  of  50%  renewable 
energy  by  the  end  of  2020  for  the  CleanPowerSF  Green  (default)  product. 

(Hale) 

Approve  Amendment  No.  3  to  the  Memorandum  of  Understanding 

between  the  San  Francisco  Public  Utilities  Commission  and  the  San 
Francisco  Local  Agency  Formation  Commission;  and  authorize  the  General 
Manager  to  execute  this  amendment,  with  a  term  extension  of  two  years, 
for  a  total  MOU  term  of  1 1  years,  subject  to  Board  of  Supervisors  approval 
under  Charter  Section  9.1 18.  This  amendment  would  extend  the  duties 
performed  by  SF  LAFCo  to  monitor  and  advise  the  SFPUC  and  San  Francisco 
Board  of  Supervisors  regarding  the  progress  of  CleanPowerSF  development 
and  implementation.  (Hale) 

Adopt  FYE  2018  Wholesale  Water  Rate  Schedule,  as  applied  to  meter 
readings  on  or  after  July  1 , 2017.  This  rate  schedule  reflects  the  terms  of  the 
2009  Water  Supply  Agreement  between  the  City  and  County  of  San  Francisco 
and  the  Wholesale  Customers,  which  was  approved  on  April  28,  2009  by 
Commission  Resolution  No.  09-0069.  (Sandler) 

Approve  Board  of  Supervisors/add-back-funded  Agreement  Nos.  CS- 
1022[G].A  and  B,  Sidewalk  Garden  Project  Grant,  with  Climate  Action  Now! 
(CAN!),  and  its  fiscal  sponsor  the  San  Francisco  Parks  Alliance  (CS- 
1022[G].A),  and  Friends  of  the  Urban  Forest  (CS-1022[G].B);  and  approve 
Amendment  No.  1  to  continue  providing  program  and  project  management 
services  for  the  Sidewalk  Garden  Project;  and  authorize  the  General  Manager 
to  execute  these  amendments,  increasing  the  agreements  by  $340,000 
cumulatively  for  Fiscal  Years  16-17,  and  17-18,  for  a  total  not-to-exceed 
agreement  amount  of  $640,000  for  both  contracts,  and  with  a  time  extension 
up  to  three  years  and  six  months,  for  a  total  agreement  duration  of  five  years 
per  agreement.  (Ellis) 

Approve  Amendment  No.  1  to  Agreement  Nos.  CS-392[G].A-C,  K-8 

Outdoor  Education  Grant  agreement  with  three  local  community-based 
nonprofit  organizations:  Climate  Action  Now!  (CAN!)  and  its  fiscal  sponsor  the 
San  Francisco  Parks  Alliance  (CS-392[G].A);  Community  Grows,  and  its 
fiscal  sponsor  the  Tides  Center  (CS-392[G].B);  and  Education  Outside  (CS- 
392[G].C),  to  provide  outdoor  education  services  to  8,000  elementary  students 
grades  K-8  in  the  San  Francisco  Unified  School  District;  and  authorize  the 
General  Manager  to  execute  this  amendment,  extending  each  agreement 
duration  up  to  one  year,  for  a  total  duration  of  four  years.  (Ellis) 


16. 

170107 

17. 

17010$ 

18. 

170109 

19. 

17011 


20. 

21. 


Approve  the  selection  of  GHD,  AGS,  Inc.,  Joint  Venture;  Award  Agreement 
No.  PR0.0055,  Southeast  Outfall  Islais  Creek  Crossing  Replacement,  to 
provide  engineering  design  and  construction  support  services  to  replace  a 
segment  of  the  Southeast  Outfall;  and  authorize  the  General  Manager  to 
negotiate  and  execute  a  professional  services  agreement  with  GHD-AGS  JV 
for  an  amount  not  to  exceed  $3,000,000,  and  with  a  duration  of  five  years. 

(How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2776,  San 
Francisco  Westside  Recycled  Water  Treatment  Facility  at  Oceanside  Plant,  in 
the  amount  of  $87,597,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  S.J.  Amoroso  Construction  Co.,  Inc.,  to  construct  a  new 
recycled  water  treatment  facility  and  transmission  pump  station  at  the 
Oceanside  Plant.  (How) 

Authorize  the  General  Manager  to  negotiate  and  enter  into  a  contract  for  an 
amount  not-to-exceed  $15,577,000  with  the  sole  qualified,  responsible,  and 
responsive  bidder,  A.  Ruiz  Construction  Co.  &  Assoc.,  Inc.,  as  permitted  under 
San  Francisco  Administrative  Code  Section  6.23(c)(2);  and  upon  successful 
negotiations,  approve  the  plans  and  specifications  and  award  Contract  No. 
WD-2820R,  San  Francisco  Local  Water  As-Needed  Paving  (FY16-19),  to 
restore  pavement  for  excavations  in  street  and  sidewalks.  (How) 

Approve  the  selection  of  MWH  Constructors/Webcor  Builders  Joint  Venture 
(JV);  Award  Contract  No.  WW-647R,  Southeast  Water  Pollution  Control  Plant 
(SEP)  Biosolids  Digester  Facilities  Construction  Manager/General  Contractor 
i  agreement  (CM/GC),  and  authorize  the  General  Manager  to  negotiate  and 
execute  a  CM/GC  agreement  with  MWH  Constructors/Webcor  Builders  JV, 
consistent  with  the  requirements  of  Section  6.68(b)(2)  of  the  San  Francisco 
Administrative  Code,  for  the  proposed  new  Biosolids  Digester  Facilities  at  the 
SEP,  for  an  amount  not  to  exceed  $6,069,749  for  pre-construction 
services,  and  if  the  Commission  approves  the  Project,  for  an  amount  not  to 
exceed  $932,715,777  for  construction  services,  for  a  total  contract  amount 
of  up  to  $938,785,526.  This  action  authorizes  the  General  Manager  to  issue  a 
Notice  to  Proceed  for  pre-construction  services,  but  construction  services  will 
not  be  authorized  under  this  agreement  unless  and  until  the  Final 
Environmental  Impact  Report  (FEIR)  is  certified,  and  this  Commission  has 
reviewed  and  considered  the  FEIR,  adopted  California  Environmental  Quality 
Act  findings  and  a  Mitigation  and  Monitoring  Reporting  Program,  and  approves 
the  proposed  Project.  (How) 

Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 
(d)  (2)  (Ambrose) 

Anticipated  Litigation  as  Plaintiff 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 


27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

29.  Announcement  following  Closed  Session. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

31 .  Other  New  Business. 

32.  Adjournment. 
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NOTICE  OF  PUBLIC  HEARING  Tuesday,  May  9,  201 7  -  1 :30  PM,  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA 
94102,  at  a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION;  and  if  necessary,  Tuesday,  May  23,  2017  -  1:30  PM,  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA 
94102,  at  a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION:  Public  Hearing,  discussion,  and  possible  action  to  adopt 
revised  SFPUC  Rules  &  Regulations  Governing  Electric  Service.  The 
detailed  agenda  and  related  files  will  be  available  at  least  72  hours  before 
the  scheduled  meetings  at  the  SFPUC  website  www.sfwater.org,  or  by 
calling  (415)  554-3165. 
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Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:39  PM. 

2.  Roll  Call 

Present:  Moran,  Caen,  Vietor,  and  Courtney 
Excused:  Kwon 

3.  Approval  of  the  Minutes  of  April  25,  2017 

On  Motion  to  approve  the  Minutes  of  April  25,  2017: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

4.  General  Public  Comments 

•  Mr.  Francisco  DaCosta  spoke  to  the  draft  EIR  for  the  Sewer  System 
Improvement  Project.  He  expressed  the  need  for  community  benefits 
and  for  workshops  in  the  Southeast  Sector. 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  discussed  Plan  Bay  Area 
2040  and  key  features  forecasted  in  the  Plan.  He  stated  the  SFPUC 
should  weigh-in  on  the  Plan  before  the  June  1st  deadline. 

•  Mr.  David  Pi  I  pel  discussed  his  tenure  of  appearing  before  the 
Commission.  He  stated  the  SFPUC  has  a  model  process  for  handling 
CEQA  issues. 

•  Mr.  Eric  Brooks,  multiple  organizations,  concurred  with  Mr.  Drekmeier’s 
comments  and  discussed  the  Plan. 

Commissioner  Vietor  requested  that  the  Plan  Bay  Area  2040,  as  it  pertains 
to  the  SFPUC,  be  agenized  for  discussion. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Citizens’  Advisory  Committee  (CAC)  Resolution  in  Support  of  the  Water 

Enterprise  Environmental  Stewardship  Policy 

e)  Draft  CleanPowerSF  Growth  Plan 

f)  Schedule  of  Rates  &  Charges  for  Non-Municipal,  Residential. 

Commercial  Electric  Service 

g)  Water  Supply  Conditions  Update 

Public  Comments 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  spoke  to  item  5d.  He 
thanked  the  CAC  for  their  resolution  and  agreed  with  annual 
reporting. 

•  Ms.  Suki  Kott,  CAC  Water  Subcommittee,  spoke  to  item  5d.  She 
discussed  the  Environmental  Stewardship  Program  and  stated  the 
CAC  recommends  the  annual  reporting  continue. 

•  Mr.  Eric  Brooks,  multiple  organizations,  spoke  to  item  5e.  He  stated 
the  CleanPowerSF  objectives  cannot  be  met  unless  all  customers 
are  enrolled.  He  requested  faster  growth  and  local  build-out.  He 
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requested  a  clause  be  added  to  the  resolution  in  item  1 1  requesting 
that  the  50%  objective  be  completed  as  soon  as  possible. 

•  Ms.  Martha  Hawthorne,  SEIU  1021,  Climate  Justice  Committee, 
spoke  to  item  5e.  She  requested  faster  program  growth  for  more 
union  jobs.  She  discussed  the  need  for  the  creation  of  a  local  call 
center. 

•  Ms.  Melissa  Yu,  Sierra  Club,  spoke  to  item  5e.  She  requested  faster 
program  growth,  increased  staffing,  additional  program  funding,  and 
local  build-out. 

•  Ms.  Adele  Framer,  350  SF,  spoke  to  item  5e.  She  discussed  Climate 
Change,  requested  faster  program  growth,  and  discussed  the  need 
for  a  more  aggressive  promotion  of  SuperGreen. 

•  Mr.  Jed  Holtzman,  350  SF,  spoke  to  item  5e.  He  discussed  the  draft 
Growth  Plan  and  requested  faster  program  growth. 

•  Mr.  Brian  (inaudible),  350  SF,  spoke  to  item  5e.  He  discussed  the 
need  for  faster  program  growth  and  local  build-out. 

•  Ms.  Christie  DePappas,  League  of  Conservation  Voters,  spoke  to 
item  5e.  She  requested  a  more  aggressive  roll-out  and  local  build¬ 
out.  She  discussed  her  opinion  of  marketing  mistakes  with  roll-out. 

6.  Other  Commission  Business 

a)  Recognition  of  the  San  Joaquin  County  Office  of  Education,  the  Building 

and  Construction  Trades,  the  Tuolumne  County  Collaborative,  and 

SFPUC  staff  in  developing  a  training  for  regional  residents,  with  an 

emphasis  on  women,  for  careers  in  the  construction  industry,  and  also 

congratulating  the  Women  Cohort  Graduates  of  this  successfully 

implemented  training  program. 

Commissioner  Courtney  thanked  the  honorees  for  their  attendance.  He 
discussed  the  need  for  training  programs,  and  introduced  sponsors  and 
Collaborative  participants. 

Commissioner  Courtney  introduced  Mr.  Masood  Ordikhani,  who  thanked 
the  Commission  for  the  recognition.  He  also  thanked  GM  Kelly,  Assistant 
General  Manager  (AGM)  How,  and  staff  for  their  work  in  support  of  the 
program.  He  introduced  Ms.  Stephanie  Foster,  program  graduate,  who 
spoke  on  behalf  of  the  cohort. 

Ms.  Foster  thanked  the  Commission  for  the  opportunity.  She  discussed 
the  impact  of  the  program  and  noted  the  certifications  she  was  able  to 
obtain  as  a  result  of  being  a  program  participant,  and  described  the 
career  path  that  has  opened. 

Mr.  Dave  Gorgas,  Laborers,  Local  1 130,  offered  his  thoughts  and 
praises  about  the  program;  and  expressed  his  full  support  of  the 
program,  the  graduates,  and  the  jobs  that  are  created.  He  offered  and 
thanks  to  all  who  make  the  program  happen. 

Ms.  Chau  Tran,  Project  Leader,  San  Joaquin  Office  of  Education, 
thanked  everyone  involved  for  their  support  and  contributions. 
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Mr.  Tim  Parkan,  SFPUC  Project  Manager,  discussed  the  project  and 
collaborative  work  with  other  organizations.  He  discussed  the  work 
performed  by  the  graduates,  noting  their  success.  He  thanked  everyone 
for  their  support. 

Commissioner  Courtney  recognized  the  SFUC  staff  for  their  work. 

The  Commission  presented  the  cohort  and  program  supporters  with 
ceremonial  resolutions  in  appreciation  for  their  work. 

No  public  comment. 

7.  Recognition  of  SFPUC  Retirees 

Mr.  Ken  Salmon,  Director,  SFPUC  IT  Services,  introduced  the  retirees  and 
provided  highlights  of  their  distinguished  careers. 

b)  Ruben  Vasquez  for  his  28  Years  of  Distinguished  Service 

Mr.  Vasquez  thanked  the  Commission  for  the  recognition.  He  discussed 
his  professional  relationship  with  President  Moran,  Commissioner  Caen 
and  GM  Kelly.  He  thanked  the  Commission  for  the  recognition. 

c)  Paul  Karawannv  for  his  29  Years  of  Distinguished  Service 

Mr.  Karawanny  thanked  the  Commission  for  the  recognition.  He 
discussed  memories  of  his  career. 

The  Commission  presented  Mr.  Vasquez  and  Mr.  Karawanny  with 
Certificates  of  Appreciation. 

Public  Comments 

•  Mr.  Pilpel  congratulated  the  retirees  and  thanked  them  for  their 
service. 

8.  Report  of  the  General  Manager 

a)  Quarterly  Budget  Status  Report 

Mr.  Charles  Perl,  Deputy  CFO,  provided  the  Quarterly  (Q3)  Budget 
Status  Report.  He  reviewed  observations:  (1)  Water,  Wastewater,  and 
CleanPowerSF  higher  revenues;  Power  lower  revenues;  (2)  FY  2017 
Water  budgetary  variances  -  increased  water  sales  revenues  and  uses 
and  cost  savings  (sources  and  uses);  (3)  FY  2017  Wastewater 
budgetary  variances  -  increased  wastewater  revenues  and  uses  and 
cost  savings  (sources  and  uses);  (4)  FY  2017  Power  budgetary 
variances  -  reduced  power  sales  revenues  offset  by  cost  savings 
(sources  and  uses);  (5)  FY  2017  CleanPowerSF  budgetary  variances  - 
sales  revenues  on  target,  uses  cost  savings  (sources  and  uses).  Mr.  Perl 
reviewed  key  financial  ratios  (fund  balance  reserves  and  debt  service 
coverage  reserve). 

Public  Comments 

•  Mr.  Eric  Brooks,  multiple  organizations,  discussed  requirements  of 
proposed  AB79. 
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b)  Update  on  State  Revolving  Loans  and  Grants 

Mr.  Perl  provided  an  update  on  State  Revolving  Fund  loans  and  noted 
the  low  interest  rate  acquired.  He  stated  more  information  will  be 
provided  when  the  item  is  presented  for  approval.  He  thanked  everyone 
involved  for  their  work. 

No  public  comment 

The  Commission  Secretary  read  the  Consent  Calendar. 

9.  Consent  Calendar 

a)  Approve  Project  No.  CWWSIPCSSR09,  Drumm  and  Jackson  Streets 

Sewer  System  Improvements;  Authorize  the  General  Manager  to 

implement  the  Project  in  conjunction  with  implementing  Project  No. 

CWWSIPCSPS02.  Force  Main  Rehabilitation  at  Embarcadero  and 

Jackson  Streets,  and  in  compliance  with  the  Charter  and  applicable 

law,  including  authorizing  the  General  Manager:  (i)  to  negotiate  and 

execute  a  new  or  amended  Memorandum  of  Understanding,  an 

encroachment  permit,  and/or  other  form  of  agreement  with  the  Port  of 

San  Francisco  to  obtain  necessary  access  to  Port  property  for 

implementation  of  the  Projects;  and  (ii)  to  negotiate  and  execute  a 

Permit  to  Enter  and  Use  Property  with  Port  tenant  Ferry  Building 

Associates,  LLC,  to  obtain  access  to  Seawall  Lot  351  for  construction 

and  staging  purposes.  This  action  constitutes  the  Approval  Action  for 

the  project  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .16  of  the 

San  Francisco  Administrative  Code,  for  the  Drumm  and  Jackson 

Sewer  System  Improvements  Project.  (Resolution  17-0097) 

b)  Accept  work  completed  by  Big  Valley  Electric  for  Contract  No.  HH- 

977R,  O’Shauqhnessv  Dam  Drum  Gate  Automation,  for  a  total 

contract  amount  of  $769,082,  and  with  a  total  contract  duration  of  263 

consecutive  calendar  days;  and  authorize  final  payment  to  the 

contractor.  (Resolution  17-0098) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH- 

988R,  Kirkwood  Penstock  Short  Term  Risk  Reduction  Measures,  in 

the  amount  of  $1 ,277,000,  to  the  lowest,  qualified,  responsible  and 

responsive  bidder,  Big  Valley  Electric,  to  provide  short  term  risk 

reduction  measures  to  Kirkwood  Penstock,  including  the  installation  of 

a  Foundation  Monitoring  Warning  System  to  detect  potential  slope 

movement,  repair  of  an  existing  reinforced  concrete  saddle,  repair  and 

maintenance  to  the  existing  slope  drainage  system,  and  procurement 

of  materials  that  could  be  used  for  emergency  repairs,  including  large 

diameter  pipe  couplings  and  rolled  steel  plates.  This  action  constitutes 

the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant 

to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

(Resolution  17-0099) 

d)  Accept  work  performed  by  Empire  Engineering  &  Construction,  Inc., 

for  Contract  No.  WD-2503R,  8-Inch  Ductile  Iron  Main  Installation  in 
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Jackson,  Washington,  Sacramento,  and  Davis  Streets;  Approve 

Modification  No.  3  (Final),  decreasing  the  contract  by  $98,265  for  a 

total  contract  amount  of  $3,249,268;  and  authorize  final  payment  to 

the  contractor.  (Resolution  17-0100) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

No  public  comment. 

10.  Public  Hearing:  Discussion  and  possible  action  to  adopt  revised  SFPUC 
Rules  &  Regulations  Governing  Electric  Service.  The  revised  version  of  the 

Rules  replaces  in  its  entirety  both  the  original  version  approved  by  the 

Commission  in  February  2010  and  amendments  approved  in  November 

2015.  (Resolution  17-0101) 

Ms.  Barbara  Hale,  AGM,  Power,  reviewed  the  item,  discussed  the 
proposed  rule  revisions,  and  requested  approval. 

On  Motion  to  approve  item  10: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

No  public  comment. 

11.  Discussion  and  possible  action  to  adopt  a  new  target  of  50%  renewable 

energy  by  the  end  of  2020  for  the  CleanPowerSF  Green  (default)  product. 

(Resolution  17-0102) 

Ms.  Hale  noted  that  the  item  builds  off  of  the  Growth  Plan  presented  in  item 
5e.  AGM  Hale  stated  the  CleanPowerSF  program  has  completed  its  first 
year  of  operation.  She  thanked  the  Commission,  GM,  stakeholders, 

SFPUC,  and  City  staff  for  their  guidance  and  support. 

Ms.  Hale  provided  a  bhef  program  update,  noting  there  are  currently 
76,000  accounts;  a  3.2%  opt-out  rate;  and  2,193  SuperGreen  upgrades. 
She  noted  May  1st  enrollment  has  begun  and  service  will  soon  begin. 

AGM  Hale  discussed  the  plan  for  program  enrollment  and  growth,  from  a 
$38M  per  year  revenue  stream  to  a  $258M  per  year  revenue  stream.  She 
noted  the  Growth  Plan  outlines  the  best  plan  for  expansion  while  staying 
true  to  program  goals;  and  that  the  Plan  recommends  adopting  a  goal  of 
citywide  enrollment  by  FYE  2019.  She  indicated  they  will  try  to  go  faster, 
but  pace  will  depend  on  price  and  availability  of  renewable  energy  in  the 
market.  She  discussed  the  process  for  obtaining  power  supply,  and  goals 
and  opportunities  for  job  creation.  She  indicated  the  Growth  Plan 
encourages  increased  staff  to  ensure  high-quality  customer  service,  as  well 
as  initiatives  to  ensure  low-income  customer  participation.  She  stated  the 
program  will  acquire  the  energy  needed  to  expand  over  the  next  year,  and 
reiterated  the  exact  scale  of  growth  will  depend  on  available  energy  in  the 
market.  She  noted  the  RFP  will  be  available  in  July,  at  which  time  they  will 
be  able  to  see  what  the  market  shows  before  committing  to  a  specific 
growth  schedule. 
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GM  Kelly  emphasized  that  the  market  will  determine  program  growth  based 
on  available  renewables  and  cost  to  ensure  competitiveness. 

AGM  Hale  discussed  the  RFP  and  process.  Ms.  Hale  reviewed  a  chart 
which  illustrated  the  supply  portfolio  structure.  GM  Kelly  noted  flexibility  is 
needed.  Brief  discussion  ensued. 

AGM  Hale  responded  to  a  question  from  Commissioner  Vietor  regarding 
the  enrollment  target  contained  in  the  resolution.  After  discussion, 
Commissioner  Vietor  moved  an  amendment  to  the  resolution’s  resolved 
clause  (as  underlined),  to  read:  RESOLVED  That  the  Commission  hereby 
modifies  the  San  Francisco  Public  Utilities  Commission’s  CleanPowerSF 
Program  to  increase  the  target  renewable  energy  content  of  the  Green 
(default)  product  from  35%  to  50%  by  the  end  of  2020,  or  sooner  if 
possible,  and  enroll  100%  of  elidible  San  Francisco  customers  by  July 

2019,  or  sooner  if  possible. 

On  Motion  to  approve  amendment: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

Public  Comment  on  amendment 

•  Mr.  Jason  Fried,  LAFCo,  stated  the  resolution  can  be  kept  as  presented 
and  be  modified  in  the  future,  if  necessary. 

•  Mr.  Eric  Brooks,  multiple  organizations,  expressed  support  for  the 
amendment. 

At  the  request  of  Mr.  Brooks,  Commissioner  Vietor  re-read  the  amendment. 

On  Motion  to  approve  item  11  as  amended: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

Public  Comments 

•  Mr.  Jason  Fried,  LAFCo,  discussed  the  draft  Growth  Plan,  customer 
service  and  billing  programs  and  systems,  and  provided  comment  on 
growth  timeline. 

Mr.  Fried  responded  to  a  question  from  Commissioner  Courtney  regarding 
the  program’s  call  center  staffing. 

GM  Kelly  stated  a  staffing  plan  is  being  developed  to  address  program 
needs,  and  that  the  program  will  be  staffed  accordingly. 

•  Mr.  Eric  Brooks,  multiple  organizations,  discussed  bringing  on  resources 
and  staffing.  He  took  issue  with  the  GM’s  comments  and  stated  the 
program  needs  to  be  aggressive. 

•  Mr.  Jed  Holtzman,  350  SF,  thanked  staff  for  their  work,  and  thanked 
Commissioner  Vietor  for  the  amendment.  He  noted  the  introduction  of 
SB100.  He  discussed  program  growth. 
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President  Moran  expressed  support  for  the  item  and  concern  with  energy 
purchase  risk.  He  noted  the  SFPUC  needs  to  be  smart,  and  that  a 
productive  asset  is  needed. 

12.  Approve  Amendment  No.  3  to  the  Memorandum  of  Understanding 
between  the  San  Francisco  Public  Utilities  Commission  and  the  San 

Francisco  Local  Agency  Formation  Commission;  and  authorize  the 

General  Manager  to  execute  this  amendment,  with  a  term  extension  of 

two  years,  for  a  total  MOU  term  of  1 1  years,  subject  to  Board  of 
Supervisors  approval  under  Charter  Section  9.1 18.  This  amendment  would 

extend  the  duties  performed  by  SF  LAFCo  to  monitor  and  advise  the 

SFPUC  and  San  Francisco  Board  of  Supervisors  regarding  the  progress 

of  CleanPowerSF  development  and  implementation.  (Resolution  17-0103) 

On  Motion  to  approve  item  12: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

No  public  comment. 

13.  Adopt  FYE  2018  Wholesale  Water  Rate  Schedule,  as  applied  to  meter 
readings  on  or  after  July  1 , 2017.  This  rate  schedule  reflects  the  terms  of 

the  2009  Water  Supply  Agreement  between  the  City  and  County  of  San 

Francisco  and  the  Wholesale  Customers,  which  was  approved  on  April  28, 

2009  by  Commission  Resolution  No.  09-0069.  (Resolution  17-0104) 

Mr.  Perl  introduced  the  item  and  requested  approval.  He  responded  to  a 
question  from  President  Moran  regarding  projection  of  retail  demand. 

On  Motion  to  approve  item  13: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

Public  Comments 

•  Ms.  Christina  Tang,  BAWSCA,  expressed  support  for  the  item. 
Commissioner  Caen  departed  the  room  at  3:30  PM. 

14.  Approve  Board  of  Supervisors/add-back-funded  Agreement  Nos.  CS- 
1022fG1.A  and  B.  Sidewalk  Garden  Project  Grant,  with  Climate  Action  Now! 

(CAN!),  and  its  fiscal  sponsor  the  San  Francisco  Parks  Alliance  (CS- 

1 022[G1.A),  and  Friends  of  the  Urban  Forest  (CS-1022fG1.B);  and  approve 

Amendment  No.  1  to  continue  providing  program  and  project  management 

services  for  the  Sidewalk  Garden  Project;  and  authorize  the  General 

Manager  to  execute  these  amendments,  increasing  the  agreements  by 

$340,000  cumulatively  for  Fiscal  Years  1 6-1 7,  and  17-18,  for  a  total  not-to- 

exceed  agreement  amount  of  $640,000  for  both  contracts,  and  with  a  time 

extension  up  to  three  years  and  six  months,  for  a  total  agreement  duration 

of  five  years  per  agreement.  (Resolution  17-0105) 

On  Motion  to  approve  item  14: 

Ayes:  Moran,  Vietor,  and  Courtney 
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•  Mr.  Karla  Nagy,  Friends  of  the  Urban  Forest  (FUF),  thanked  the 
Commission  for  their  support. 

•  Mr.  Dan  Flanagan,  FUF,  thanked  the  Commission  for  their  support. 

•  Mr  Markos  Major,  Climate  Action  Now!,  thanked  staff  for  their  work  and 
the  Commission  for  their  support. 

President  Moran  commented  that  Vice  President  Kwon  sent  him  a  note 
expressing  his  support  for  the  item. 

15.  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-392rGl.A-C,  K-8 
Outdoor  Education  Grant  agreement  with  three  local  community-based 

nonprofit  organizations:  Climate  Action  Now!  (CAN!)  and  its  fiscal  sponsor 

the  San  Francisco  Parks  Alliance  (CS-392rGl.A);  Community  Grows. 

and  its  fiscal  sponsor  the  Tides  Center  (CS-392[G1.B);  and  Education 

Outside  (CS-392[G1.C),  to  provide  outdoor  education  services  to  8,000 

elementary  students  grades  K-8  in  the  San  Francisco  Unified  School 

District;  and  authorize  the  General  Manager  to  execute  this  amendment. 

extending  each  agreement  duration  up  to  one  year,  for  a  total  duration  of 

four  years.  (Resolution  17-0106) 

On  Motion  to  approve  item  15: 

Ayes:  Moran,  Vietor,  and  Courtney 

Public  Comments 

•  Mr  Markos  Major,  Climate  Action  Now!,  thanked  James  Lick  Middle 
School  and  the  Commission  for  their  support. 

16.  Approve  the  selection  of  GHD,  AGS,  Inc.,  Joint  Venture;  Award  Agreement 

No.  PRO. 0055,  Southeast  Outfall  Islais  Creek  Crossing  Replacement,  to 

provide  engineering  design  and  construction  support  services  to  replace  a 

segment  of  the  Southeast  Outfall:  and  authorize  the  General  Manager  to 

negotiate  and  execute  a  professional  services  agreement  with  GHD-AGS 

JV  for  an  amount  not  to  exceed  $3,000,000,  and  with  a  duration  of  five 

years.  (Resolution  17-0107) 

AGM  How  introduced  the  item  and  requested  support. 

On  Motion  to  approve  item  16: 

Ayes:  Moran,  Vietor,  and  Courtney 

No  public  comment. 

17.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2776, 

San  Francisco  Westside  Recycled  Water  Treatment  Facility  at  Oceanside 

Plant,  in  the  amount  of  $87,597,000,  to  the  lowest.  Qualified,  responsible 

and  responsive  bidder,  S.J.  Amoroso  Construction  Co.,  Inc.,  to  construct  a 

new  recycled  water  treatment  facility  and  transmission  pump  station  at  the 

Oceanside  Plant.  (Resolution  17-0108) 

AGM  How  introduced  the  item  and  requested  approval. 
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On  Motion  to  approve  item  17: 

Ayes:  Moran,  Vietor,  and  Courtney 

No  public  comment. 

Commissioner  Caen  returned  to  the  room  at  3:36  PM. 

18.  Authorize  the  General  Manager  to  negotiate  and  enter  into  a  contract  for  an 

amount  not-to-exceed  $15,577,000  with  the  sole  qualified,  responsible,  and 

responsive  bidder,  A.  Ruiz  Construction  Co.  &  Assoc.,  Inc.,  as  permitted 

under  San  Francisco  Administrative  Code  Section  6.23(c)(2);  and  upon 

successful  negotiations,  approve  the  plans  and  specifications  and  award 

Contract  No.  WD-2820R,  San  Francisco  Local  Water  As-Needed  Paving 

(FY16-19),  to  restore  pavement  for  excavations  in  street  and  sidewalks. 

(Resolution  17-0109) 

AGM  How  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  18: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

No  public  comment. 

19.  Approve  the  selection  of  MWH  Constructors/Webcor  Builders  Joint  Venture 

(JV);  Award  Contract  No.  WW-647R,  Southeast  Water  Pollution  Control 

Plant  (SEP)  Biosolids  Digester  Facilities  Construction  Manaqer/General 

Contractor  agreement  (CM/GC),  and  authorize  the  General  Manager  to 

negotiate  and  execute  a  CM/GC  agreement  with  MWH 
Constructors/Webcor  Builders  JV,  consistent  with  the  reguirements  of 

Section  6.68(b)(2)  of  the  San  Francisco  Administrative  Code,  for  the 

proposed  new  Biosolids  Digester  Facilities  at  the  SEP,  for  an  amount  not  to 

exceed  $6,069,749  for  pre-construction  services,  and  if  the  Commission 

approves  the  Project,  for  an  amount  not  to  exceed  $932,715,777  for 

construction  services,  for  a  total  contract  amount  of  up  to  $938,785,526. 

This  action  authorizes  the  General  Manager  to  issue  a  Notice  to  Proceed 

for  pre-construction  services,  but  construction  services  will  not  be 
authorized  under  this  agreement  unless  and  until  the  Final  Environmental 

Impact  Report  (FEIR)  is  certified,  and  this  Commission  has  reviewed  and 

considered  the  FEIR,  adopted  California  Environmental  Quality  Act  findings 

and  a  Mitigation  and  Monitoring  Reporting  Program,  and  approves  the 

proposed  Project.  (Resolution  17-01 10) 

AGM  How  introduced  the  item  and  the  bid  process,  and  requested 
approval. 

On  Motion  to  approve  item  19: 

Ayes:  Moran,  Caen,  Vietor,  and  Courtney 

Public  Comments 

•  Mr.  Michael  Theriault,  SF  Buildings  Trades,  expressed  support  for  the 
project. 
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•  Ms.  Holli  Their,  The  Their  Group,  stated  she  is  part  of  the  JV  team.  She 
expressed  excitement  for  the  project  and  support  for  the  item.  She 
thanked  the  Commission  for  their  support  ofLBE  programs. 

•  Mr.  Rodney  Hampton,  Jr.,  SECEP,  stated  the  southeast  community  is 
grateful  for  the  project.  He  expressed  support  for  the  item. 

President  Moran  stated  there  would  be  no  Closed  Session. 

20.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 

21.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the 

matters  listed  below  as  Conference  with  Legal  Counsel. 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section 

76.10  (d)  (2) 

Anticipated  Litigation  as  Plaintiff 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section 

67.10  (dim 
Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 

effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 


24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10  (d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23.  2014 


25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10  (d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 
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26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10  (d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section 

67.10(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and 

the  City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23.  2014 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10 

(a) 

29.  Announcement  following  Closed  Session. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed 

Session. 

31.  Other  New  Business. 

None. 

32.  Adjournment. 

President  Moran  adjourned  the  meeting  at  3:45  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0097 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have 
developed  a  project  description  for  Project  No.  CWWSIPCSSR09,  Drumm  and  Jackson 
Streets  Sewer  Improvements  (Drumm  and  Jackson  Sewer  Project);  and 

WHEREAS,  The  objectives  of  the  Drumm  and  Jackson  Sewer  Project  are  to 
rehabilitate  800  linear  feet  of  the  Drumm  Street  Box  Sewer  and  200  linear  feet  of  the  Jackson 
Street  Box  Sewer  to  improve  the  reliability  of  the  assets  and  help  meet  requirements  to  maximize 
use  of  the  collection  system  for  storage,  and  maximize  flows  to  the  wastewater  treatment  plant; 
and 


WHEREAS,  On  April  24,  2012,  by  Resolution  No.  12-0065  this  Commission  approved 
the  North  Shore  to  Channel  Force  Main  Project  (NSCFM  Project),  which  provides  a  redundant 
force  main  to  the  portion  of  the  North  Shore  Force  Main  (NSFM)  that  was  most  susceptible  to 
failure;  and 

WHEREAS,  On  June  12,  2012,  SFPUC  declared  an  emergency  to  repair  leaks  detected 
in  the  NSFM;  on  July  23,  2013  by  Resolution  No.  266-13,  the  Board  of  Supervisors  approved  the 
declaration  of  emergency  and  an  emergency  contract  to  perform  the  repairs;  and  in  2013, 
SFPUC's  contractor  completed  the  work,  except  for  approximately  240  linear  feet  of  the  NSFM 
which  could  not  be  completed  due  to  limited  shutdown  time;  and 

WHEREAS,  On  July  12,  2016,  by  Resolution  No.  16-0139,  this  Commission  accepted 
the  completion  of  the  North  Shore  to  Channel  Force  Main  Project  (NSCFM  Project)  and  a 
redundant  force  main,  the  North  Shore  to  Channel  Force  Main,  was  completed  to  divert  combined 
sewage  flows,  thereby  making  it  possible  to  complete  rehabilitation  of  the  remaining  240  LF  of 
the  NSFM  Project  (such  segment,  referred  to  herein  as  the  Force  Main  Project);  and 

WHEREAS,  The  Drumm  and  Jackson  Sewer  Project  and  the  Force  Main  Project 
(together,  the  "Projects")  address  adjacent  sections  of  sewer  alignment;  and 

WHEREAS,  The  Projects  include  work  located  within  the  jurisdiction  of  the  San 
Francisco  Port  Commission  (Port),  and  SFPUC  staff  seek  authority  for  the  General  Manager  of 
the  SFPUC  (General  Manager)  to  negotiate  and  enter  into  a  Memorandum  of  Understanding 
(MOU),  an  encroachment  permit,  and/or  other  agreements  with  the  Port,  addressing  such  matters 
as  plan  review,  coordination  of  schedules,  inspections,  minimizing  disruption  to  Port  tenants, 
licensees  and  events,  indemnification  of  the  Port,  contractor  insurance  requirements,  and  the 
contractor’s  use  of  Seawall  Lot  351  (SWL  351)  and  other  Port  property  in  the  vicinity  of  the 
Projects  for  staging  and  construction  purposes;  and 

WHEREAS,  SFPUC  staff  seek  authority  for  the  General  Manager  to  negotiate  and 
enter  into  a  Permit  to  Enter  and  Use  Property,  with  the  Port’s  tenant,  Ferry  Building  Associates, 
LLC,  through  its  manager.  Equity  Office  Partners,  to  obtain  access  to  SWL  35 1  for  construction 
and  staging  purposes;  and 


WHEREAS,  The  SFPUC  has  determined  to  implement  the  Force  Main  Project  and  the 
adjacent  Drumm  and  Jackson  Sewer  Project  as  a  single  construction  project;  and 

WHEREAS,  On  November  10,  2016,  the  Planning  Department  determined  that  the 
Drumm  and  Jackson  Sewer  System  Improvements  Project  is  exempt  from  the  California 
Environmental  Quality  Act  (CEQA)  under  CEQA  Guidelines  Section  15301  (Class  1,  Existing 
Facilities);  and 

WHEREAS,  A  Mitigated  Negative  Declaration  (MND)  was  prepared  for  the  NSCFM 
Project  which  includes  the  Force  Main  Project;  and 

WHEREAS,  The  Final  MND  (FMND)  for  the  NSCFM  was  approved  by  the 
Environmental  Review  Officer  on  April  2,  2012;  and 

WHEREAS,  On  April  24,  2012,  the  SFPUC,  by  Resolution  No.  12-0065  ,  the 
Commission  approved  the  NSCFM  Project,  including  the  remaining  240  LF  of  the  NSFM  that 
will  be  repaired  in  conjunction  with  the  Drumm  and  Jackson  Streets  Sewer  Improvements 
Project,  and  adopted  CEQA  findings  and  a  Mitigation,  Monitoring  and  Reporting  Program  as 
required  by  CEQA;  and 

WHEREAS,  The  Project  files,  including  the  FMND  and  SFPUC  Resolution  No.  12- 
0065  have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part 
of  the  record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained 
in  the  FMND,  the  findings  contained  in  SFPUC  Resolution  No.  12-0065,  and  all  written  and 
oral  information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies, 
SFPUC  and  other  experts  and  the  administrative  files  for  the  project;  now,  therefore  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FMND  for  the 
NSCFM  Project  and  the  categorical  exemption  for  the  Drumm  and  Jackson  Streets  Sewer 
System  Improvements  Project,  and  the  record  as  a  whole,  and  finds  that  the  FMND  and  the 
categorical  exemption  are  adequate  for  its  use  as  the  decision-making  body  for  the  approval 
action  taken  herein  and  incorporates  the  CEQA  findings  contained  in  Resolution  No.  12-0065  by 
this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it  further 

RESOLVED,  This  Commission  further  finds  that  since  the  FMND  was  finalized,  there 
have  been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances 
that  would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conslusions  set 
forth  in  the  FMND;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Project  Number 
CWWSIPCSSR09,  the  Drumm  and  Jackson  Streets  Sewer  Improvements,  and  authorizes  staff 
to  proceed  with  the  following  necessary  actions;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General 
Manager,  or  his  designee,  to  negotiate  and  execute  an  MOU,  an  encroachment  permit,  and/or 
other  appropriate  form  of  agreement,  with  the  Port  to  memorialize  the  installation  of  the  new 
sewer  facilities  for  the  Projects  within  the  Port’s  jurisdiction,  address  construction-related 
issues  such  as  plan  review,  coordination  of  schedules,  contractor  insurance  requirements, 
minimizing  disruption  to  Port  tenants,  licensees  and  events,  SFPUC’s  commitment  to  repair 
and  restore  property  damaged  by  project  construction  activities,  and  SFPUC’s  indemnity 
obligations  (subject  to  the  City’s  Risk  Manager’s  approval),  in  such  form  as  the  General 
Manager,  in  consultation  with  the  City  Attorney,  determines  is  in  the  public  interest  and  is 
acceptable,  necessary  and  advisable  to  effectuate  the  purposes  and  intent  of  this  Resolution, 
and  in  compliance  with  the  Charter  and  all  applicable  laws,  and  approved  as  to  form  by  the 
City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  or  his 
designee,  in  consultation  with  and  on  a  form  approved  by  the  City  Attorney,  to  negotiate  and 
execute  the  SWL  351  Permit  to  Enter  and  Use  Property,  with  the  Port’s  tenant  at  SWL  351, 
Ferry  Building  Associates,  LLC,  for  SFPUC’s  access  to  SWL  351  for  construction  and  staging 
purposes,  for  total  rent,  when  combined  with  the  fees,  if  any,  payable  under  the  Port 
agreements,  not  to  exceed  $600,000;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  or  his 
designee  to  enter  into  any  subsequent  additions,  amendments,  or  other  modifications  to  the 
MOU,  permits,  and  other  real  property  agreements  or  amendments  thereto  as  described 
herein,  that  the  General  Manager  in  consultation  with  the  SFPUC  Real  Estate  Director  and  the 
City  Attorney  determines  are  in  the  best  interests  of  the  SFPUC  and  the  City,  and  do  not 
materially  increase  the  obligations  or  liabilities  of,  or  materially  diminish  the  benefits  to,  the 
SFPUC  or  the  City,  such  determination  to  be  conclusively  evidenced  by  the  execution  and 
delivery  of  any  such  additions,  amendments  or  other  modifications. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  201 7. 

y-  6  /•  i :  /i  .  / ..  i _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0098 


WHEREAS,  Construction  has  been  completed  for  Hetchy  Capital  Improvement  Projects 
funded  Contract  No.  HH-977R,  O’Shaughnessy  Dam  Drum  Gate  Automation,  by  the  contractor. 
Big  Valley  Electric;  and 

WHEREAS,  On  March  8,  2016,  by  Resolution  No.  16-0039,  this  Commission  awarded 
Contract  No.  HH-977R,  O’Shaughnessy  Dam  Drum  Gate  Automation  in  the  amount  of 
$720,000.00,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Big  Valley  Electric,  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  May  24,  2016, 
with  an  original  schedule  of  295  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  263  consecutive  calendar  days  on  February  10,  2017;  and 

WHEREAS,  Modification  Nos.  1-4  were  issued  for  $49,082  to  address  various 
modifications  to  the  bid  items;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor 
complied  with  the  established  Local  Business  Enterprise  (LBE)  subcontracting  goal  of  5%  by 
achieving  a  final  LBE  participation  of  5.36%  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH- 102-06,  O’Shaughnessy  Dam 
Outlet  Works;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Big  Valley 
Electric  for  Hetch  Hetchy  Capital  Improvement  Projects  funded  Contract  No.  HH-977R, 
O’Shaughnessy  Dam  Drum  Gate  Automation,  for  a  total  contract  amount  of  $769,082  with  a 
total  contract  duration  of  263  consecutive  calendar  days,  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  2017. 

_ .\u/UUl _ L _ 

Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0099 


WHEREAS,  Hetchy  Capital  Improvement  Projects  funded  Contract  No.  HH-988R, 
Kirkwood  Penstock  Short  Term  Risk  Reduction  Measures,  was  advertised  on  February  14,  2017; 
and 

WHEREAS,  The  Engineer’s  Estimate  is  $1,220,000  for  this  construction  contract  work  to 
install  a  Foundation  Monitoring  Warning  System  to  detect  and  monitor  ongoing  potential  creep 
slope  movement;  repair  an  existing  reinforced  concrete  saddle  damaged  by  previous  slope 
movement;  perform  repairs  and  maintenance  to  the  existing  slope  drainage  system,  and  procure 
materials  that  could  be  used  for  emergency  repairs  to  the  penstock,  including  large  diameter  pipe 
couplings  and  rolled  steel  plates  that  typically  take  months  to  procure;  and 

WHEREAS,  On  May  13,  2016,  the  Planning  Department  determined  that  the  project  is 
categorically  exempt  under  CEQA  Section  15301,  Class  1  (Existing  Facilities);  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  March  16,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Big  Valley  Electric  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  participation  requirement  of  20%  Local  Business 
Enterprise  (LBE)  participation  has  been  established  for  this  contract,  and  the  contractor 
committed  to  a  LBE  participation  of  45.91%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH101-13,  Kirkwood  Penstock; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Hetchy  Capital  Improvement  Projects  funded  Contract  No.  HH-988R,  Kirkwood 
Penstock  Short  Term  Risk  Reduction  Measures,  in  the  amount  of  $1,277,000,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder.  Big  Valley  Electric. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0100 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program  funded  Contract  No.  WD-2503R,  8-Inch  Ductile  Iron  Pipe  Main  Installation  in  Jackson, 
Washington,  Sacramento,  and  Davis  Streets,  by  the  contractor,  Empire  Engineering  & 
Construction,  Inc.;  and 

WHEREAS,  On  May  14,  2013,  by  Resolution  No.  13-0065,  this  Commission  awarded 
Contract  No.  WD-2503R,  8-Inch  Ductile  Iron  Pipe  Main  Installation  in  Jackson,  Washington, 
Sacramento,  and  Davis  Streets,  in  the  amount  of  $2,139,389  to  the  lowest,  qualified  responsible 
and  responsive  bidder.  Empire  Engineering  &  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  August  19, 
2013,  with  an  original  schedule  of  300  consecutive  calendar  days  and  the  contract  work  was 
completed  with  an  additional  746  days  in  1,046  consecutive  calendar  days  on  June  30,  2016;  and 

WHEREAS,  Modification  No.  1  was  authorized  by  Resolution  No.  15-0029,  and  issued 
for  $904,554  for  additional  ductile  iron  pipe  main  installation  and  paving  in  Drumm  Street; 
increasing  the  total  revised  contract  amount  to  $3,043,943  with  a  time  extension  of  621 
consecutive  calendar  days  for  a  total  revised  contract  duration  of  921  consecutive  calendar  days; 
and 


WHEREAS,  Modification  No.  2  was  authorized  by  Resolution  No.  16-0068,  and  issued 
for  $303,590  for  additional  work  performed  due  to  unforeseen  conditions  and  to  provide  an 
allowance  for  future  additional  unforeseen  conditions,  increasing  the  total  revised  contract 
amount  to  $3,347,533  with  time  extension  of  125  consecutive  calendar  days  for  a  total  revised 
contract  duration  of  1,046  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  for  $(98,265)  to  reimburse 
excavation  permit  fees;  delete  partial  paving  scope  in  Davis,  Sacramento,  and  Drumm  streets;  adjust 
the  final  quantities;  and  pay  the  contractor  for  approved  force  account  work,  decreasing  the  contract 
amount  by  $98,265  for  a  total  revised  contract  amount  of  $3,249,268  and  with  no  change  to  the 
total  contract  duration  of  1,046  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  has 
made  a  good  faith  effort  to  comply  with  Local  Business  Enterprise  (LBE)  subcontractor 
participation  requirement  of  16%  by  achieving  a  final  LBE  participation  of  14.1%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR34,  WD-2503R  Jackson, 
Washington,  Sacramento;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Empire 
Engineering  &  Construction,  Inc.  for  Local  Water  Conveyance/Distribution  Program  funded 
Contract  No.  WD-2503R,  8-Inch  Ductile  Iron  Pipe  Main  Installation  in  Jackson,  Washington, 
Sacramento,  and  Davis  Streets,  for  a  total  contract  amount  of  $3,249,268  with  a  total  contract 
duration  of  1,046  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  2017. 

_ JUiMi  lii  tA _ 

Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0101 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  provides 
electric  service  to  municipal  and  retail  customers;  and 

WHEREAS,  The  SFPUC  will  be  serving  additional  retail  loads  at  Hunters  Point 
Shipyard,  Treasure  Island,  Candlestick  Point  and  other  redevelopment  areas  in  the  City  and 
County  of  San  Francisco;  and 

WHEREAS,  It  is  common  electric  industry  practice  to  adopt  Rules  and  Regulations 
Governing  Electric  Service  to  define  the  relationship  between  the  utility  and  its  customers  by 
addressing  such  matters  as  characteristics  of  service,  costs  allocation  for  distribution  and  service 
lines  extensions,  deposits,  billing,  and  service  discontinuance;  and 

WHEREAS,  The  revised  version  of  the  SFPUC  Rules  &  Regulations  Governing  Electric 
Service  replaces  in  its  entirety  both  the  original  version  approved  by  the  Commission  in  February 
2010  and  amendments  approved  in  November  2015;  and 

WHEREAS,  The  revised  SFPUC  Rules  &  Regulations  Governing  Electric  Service  delete 
extraneous  provisions,  clarify  the  meaning  of  other  provisions,  incorporate  the  November  2015 
amendments,  and  approve  some  form  agreements  for  SFPUC  to  use  in  the  future;  and 

WHEREAS,  Notice  of  a  public  hearing  on  May  9,  2017  for  Commission  consideration  of 
the  revised  Rules  &  Regulations  Governing  Electric  Service  was  given  at  least  ten  days  prior  to 
the  meeting,  as  required  by  Charter  Section  4. 104(a)(1);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  adopts  the  Rules  &  Regulations  Governing 
Electric  Service  on  file  with  the  Commission  Secretary,  effective  May  9,  2017;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  modify 
and  adopt  further  policies  and  technical  guidelines  that  are  consistent  with  the  attached  Rules  & 
Regulations  Governing  Electric  Service;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
modify  the  Appendices  and  add  additional  Appendices  as  needed  to  implement  these  Rules  and 
Regulations. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  201 7. 

_ Q(Jjt)U'UL  \Jhmk _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0102 


WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  CCA  program  in 
2004  (Ordinance  86-04)  and  has  implemented  the  program,  called  CleanPowerSF,  through  the 
work  of  the  SFPUC  in  consultation  with  the  San  Francisco  Local  Agency  Formation 
Commission  (Ordinances  146-07,  147-07,  and  232-09);  and 

WHEREAS,  In  2002,  the  Board  of  Supervisors  passed  the  “Greenhouse  Gas  Emissions 
Reduction”  Resolution  (158-02),  updated  in  2008  (Ordinance  81-08,  San  Francisco  Environment 
Code  §  902),  committing  San  Francisco  to  reduce  citywide  GHG  emissions  on  a  stepped-down 
schedule  to  80%  below  1990  levels  by  the  year  2050  and  San  Francisco’s  CleanPowerSF 
program  can  be  a  key  contributor  to  achieving  those  goals;  and 

WHEREAS,  In  2002,  the  State  of  California  established  the  California  Renewable 
Portfolio  Standard  (RPS)  under  Senate  Bill  1078,  accelerated  in  2006  under  Senate  Bill  107  and 
expanded  in  201 1  under  Senate  Bill  2  and  in  2015  under  Senate  Bill  350  (Public  Utilities  Code  § 
399.1 1-32),  mandating  that  33%  of  electricity  sold  to  consumers  must  be  generated  by  eligible 
renewable  resources  by  2020  and  50%  by  2030;  and 

WHEREAS,  The  complimentary  objectives  of  the  CleanPowerSF  program  are  to  (1) 
provide  electricity  and  related  services  at  affordable  and  competitive  rates  while  promoting  long¬ 
term  rate  stability,  energy  security  and  reliability  for  San  Francisco;  (2)  reduce,  and  eventually 
eliminate,  the  greenhouse  gas  emissions  associated  with  the  use  of  electricity  in  San  Francisco; 
(3)  support,  to  the  greatest  extent  possible  and  affordable,  the  development  of  new  clean  energy 
infrastructure  and  new  employment  opportunities  for  San  Franciscans;  and  (4)  provide  long-term 
rate  and  financial  stability  to  CleanPowerSF  and  its  customers;  and 

WHEREAS,  On  May  9,  2017,  SFPUC  staff  provided  the  Commission  with  the 
CleanPowerSF  Growth  Plan  which  recommends  accelerating  the  completion  of  Citywide 
enrollment  to  Fiscal  Year  End  2019;  and 

WHEREAS,  Staff  recommends  that  CleanPowerSF  provide  regular  reports  to  the 
Commission,  on  at  least  an  annual  basis,  to  demonstrate  the  Program’s  progress  toward 
achieving  its  goals  in  the  areas  of  renewable  energy  content,  local  energy  savings  and 
production,  environmental  benefits,  economic  and  social  benefits  and  financial  performance;  and 

WHEREAS,  Staff  recommends  that  the  CleanPowerSF  Business  Practice  Policies  be 
reviewed  periodically  and  updated  as  appropriate;  now,  therefore,  be  it 


RESOLVED,  That  the  Commission  hereby  modifies  the  San  Francisco  Public  Utilities 
Commission’s  CleanPowerSF  Program  to  increase  the  target  renewable  energy  content  of  the 
Green  (default)  product  from  35%  to  50%  by  the  end  of  2020,  or  sooner  if  possible,  and  enroll 
100%  of  eligible  San  Francisco  customers  by  July  2019,  or  sooner  if  possible. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  201 7. 

_ ^  ■  1  ■  ■  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  17-0103 


WHEREAS,  On  April  17,  2009,  this  Commission  authorized  the  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  an  Memorandum  of 
Understanding  (MOU)  with  the  San  Francisco  Local  Agency  Formation  Commission  (SF 
LAFCo)  to  allocate  Power  Enterprise  Funds  for  reimbursement  for  SF  LAFCo  services  related 
to  the  Community  Choice  Aggregation  (CCA)  Program,  called  CleanPowerSF,  from  Fiscal 
Year  2008-09  through  2010-11;  and 

WHEREAS,  On  April  24,  2009,  the  SFPUC  and  the  SF  LAFCo  Commissions  jointly 
adopted  the  MOU  from  Fiscal  Year  2008-09  through  2010-1 1;  and 

WHEREAS,  The  term  of  the  initial  MOU  between  the  SFPUC  and  the  SF  LAFCo 
expired  at  the  end  of  Fiscal  Year  2010-11,  prior  to  the  conclusion  of  SF  LAFCO’s  CCA  Program 
responsibilities  and  obligations;  and 

WHEREAS,  Amendment  No.  1,  for  the  MOU  extended  the  collaborative  working 
relationship  between  the  SFPUC  and  the  SF  LAFCo  through  FY  2014-2015;  and 

WHEREAS,  Amendment  No.  2,  for  the  MOU  extended  the  collaborative  working 
relationship  between  the  SFPUC  and  the  SF  LAFCo  through  Fiscal  Year  2016-2017;  and 

WHEREAS,  Amendment  No.  3,  for  the  MOU  is  being  requested  to  extend  the 
collaborative  working  relationship  between  the  SFPUC  and  the  SF  LAFCo  through 
Fiscal  Year  2018-2019;  and 

WHEREAS,  Funds  identified  in  the  MOU  between  the  SFPUC  and  SF  LAFCo  will 
continue  to  be  available  from  Project  No.  519782  -  CCA  Project  LAFCO-HHP,  subject  to 
budget  and  appropriation  procedures;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  the  Power 
Enterprise,  CCA  Project-funded  MOU  between  the  SFPUC  and  the  SF  LAFCo;  and  authorizes 
the  General  Manager  of  the  SFPUC  to  execute  this  amendment,  with  a  term  extension  of  two 
years,  for  a  total  agreement  duration  of  1 1  years  through  Fiscal  Year  2018-2019,  subject  to  Board 
of  Supervisors  approval  pursuant  to  Charter  Section  9. 1 18. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  May  9,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Resolution  No.  _ 17-0104 


WHEREAS,  The  Commission  approved  the  2009  Water  Supply  Agreement  (WSA)  in 
Resolution  No.  09-0069  on  April  28,  2009  with  an  effective  date  of  July  1,  2009;  and 

WHEREAS,  As  required  by  WSA  section  6.03,  notice  of  a  proposed  adjustment  to 
wholesale  water  rates  for  the  FYE  2018  was  sent  to  all  wholesale  customers  on  April  5th,  2017, 
and  a  public  hearing  was  held  on  May  9,  2017  to  review  proposed  changes  to  Schedule  W-25 
Wholesale  Use  With  Long  Term  Contract  which  is  on  file  with  the  Secretary  of  the  Commission, 
and  incorporated  in  this  resolution  by  reference;  and 

WHEREAS,  On  April  28,  2009,  In  Resolution  No.  09-0069,  this  Commission  approved  the 
2009  Water  Supply  Agreement  after  reviewing  the  Final  Program  Environmental  Impact  Report 
for  the  Water  System  Improvement  Program,  and  adopted  and  incorporated  by  reference  the 
California  Environmental  Quality  Act  (CEQA)  findings  contained  in  SFPUC  Resolution  No.  08- 
0200  dated  October  30,  2008.  The  proposed  rate  schedule  reflects  the  terms  of  the  2009  Water 
Supply  Agreement;  and 

WHEREAS,  On  April  25,  2017,  the  Planning  Department  determined  that  the  proposed 
adjustment  to  wholesale  water  rates  is  statutorily  exempt  from  CEQA  under  Public  Resources 
Code  Section  201080(b)(8)  and  Section  15273  of  the  CEQA  Guidelines;  now,  therefore,  be  it 

RESOLVED,  This  Commission  determines  that  no  change  in  the  monthly  service  charge 
for  the  Wholesale  Customers  is  required  as  enumerated  in  said  Schedule  W-25,  and  these  charges 
shall  remain  in  place  until  replaced  or  amended;  and  be  it 

FURTHER  RESOLVED,  This  Commission  determines  that  no  change  in  the  volumetric 
rate  for  the  Wholesale  Customers  is  required  as  enumerated  in  said  Schedule  W-25  which  shall  be 
uniform  to  the  nearest  dollar  on  service  charges,  and  establishes  a  $4.10  per  100  cubic  feet  charge 
for  water  delivered  based  on  one-month’s  meter  readings,  for  all  water  delivered  to  the  Wholesale 
Customers,  and  this  rate  shall  remain  in  place  until  replaced  or  amended;  and  be  it 

FURTHER  RESOLVED,  This  Commission  hereby  adopts  an  Untreated  Wholesale  Water 
Rate  Discount  Factor,  effective  July  1,  2017,  as  enumerated  in  said  Schedule  W-25  which  shall  be 
uniform  to  the  nearest  dollar  on  service  charges,  and  establishes  a  $0.43  per  100  cubic  feet  rate 
discount  factor,  for  all  untreated  water  delivered  to  the  Coastside  County  Water  District,  and  this 
rate  shall  remain  in  place  until  replaced  or  amended. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  2017 


Secretary,  Public  Utilities  Commission 


SCHEDULE  W-25  WHOLESALE  USE  WITH  LONG  TERM  CONTRACT 


For  service  to  municipalities,  water  districts  and  others  who,  under  long-term  contracts,  purchase 
water  for  resale: 

FIRST:  A  monthly  service  charge  based  on  the  type  and  size  of  the  meter: 


Meter  Size 

Disc/ 

Compound 

Meters 

Crest  Meters 

Magnetic 

Meters 

Turbine 

Meters 

5/8  in 

$11.00 

3/4  in 

$18.00 

1  in 

$30.00 

1-1/2  in 

$43.00 

2  in 

$79.00 

3  in 

$158.00 

4  in 

$318.00 

$353.00 

$577.00 

6  in 

$476.00 

$685.00 

$1,256.00 

8  in 

$635.00 

$1,335.00 

$2,265.00 

$1,875.00 

10  in 

$793.00 

$1 ,732.00 

$3,391.00 

12  in 

$953.00 

$1,840.00 

$5,159.00 

16  in 

$1,270.00 

$5,628.00 

$7,215.00 

18  in 

$6,133.00 

20  in 

$6,349.00 

The  service  charge  for  a  battery  of  meters  installed  on  one  service  in  lieu  of  one  meter  or  for  a 
special  type  of  meter  shall  be  based  on  the  size  of  single  or  multiple  standard  type  meter  of 
equivalent  capacity. 

Second:  A  charge  for  water  delivered  based  on  one-month’s  meter  readings: 

$1 ,785.96  per  acre-foot  or  $4. 1 0  per  1 00  cubic-feet 

Third:  An  untreated  wholesale  water  rate  discount  factor  for  Wholesale  Customers  receiving 
untreated  water,  based  on  one-month’s  meter  readings: 


($187.30)  per  acre-foot 


or 


($0.43)  per  100  cubic-feet 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0105 


WHEREAS,  On  March  28,  2016,  following  a  competitive  Request  for  Proposals  process. 
Climate  Action  Now!  (CAN!)  and  Friends  of  the  Urban  Forest,  were  awarded  Sidewalk  Garden 
Project  Grant  Agreement  Nos.  CS-1022[G].A  and  B,  respectively,  in  the  amounts  of  $115,000 
(CS-1022[G].A)  and  $185,000  (CS-1022[G].B),  and  each  with  a  duration  of  one  year,  six  months 
and  an  option  to  renew  up  to  two  additional  terms;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  the  Agreement  No.  CS- 
1022[G].A  by  $80,000  from  Fiscal  Year  (FY)  16/17  budgeted  funds,  and  Agreement  No.  CS- 
1022[G]B  by  $1 10,000  from  FY  16/17  budgeted  funds,  and  $150,000  from  FY  17/18  budgeted 
funds  for  a  total  of  $340,000  cumulatively,  for  total  cumulative  not-to-exceed  agreements  in  the 
amount  of  $640,000,  and  with  a  time  extension  up  to  three  years  and  six  months,  for  a  total 
agreement  duration  of  five  years  per  agreement,  in  order  to  continue  the  program  work  and 
engage  additional  residents  to  allow  for  the  removal  of  an  additional  19,000  square  feet  of 
impervious  surface  and  the  planting  of  stormwater  friendly  sidewalk  gardens;  and 

WHEREAS,  Sidewalk  improvements  require  issuance  of  a  Sidewalk  Landscaping  Permit 
by  San  Francisco  Public  Works;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Sidewalk  Garden  grants 
(PWW10201  and  PWW 10208);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Board  of  Supervisor/  add-back- 
funded  Agreement  Nos.  CS-1022[G].A  and  B,  Sidewalk  Garden  Project  Grant,  with  CAN!,  and 
its  fiscal  sponsor  the  San  Francisco  Parks  Alliance  (CS-1022[G].A),  and  Friends  of  the 
Urban  Forest  (CS-1022[G].B);  and  approves  Amendment  No.  1  to  continue  providing  program 
and  project  management  services  for  the  Sidewalk  Garden  Project;  and  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  the  grant  agreements  with 
this  amendment,  increasing  the  agreements  by  $340,000  cumulatively,  for  a  total  not-to-exceed 
agreement  amount  of  $640,000  for  both  agreements,  and  with  a  time  extension  up  to  three  years 
and  six  months,  for  a  total  agreement  duration  of  five  years  per  agreement. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  201 7. 


LXM)VltL  Jjd/rzl 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO.:  17-0106 

WHEREAS,  San  Francisco  voters  have  approved  a  total  of  nearly  $14  million  in  bond 
funding  since  2003  for  the  design  and  construction  of  green  schoolyards;  and 

WHEREAS,  This  public  funding  is  being  used  to  complete  the  development  of  green 
schoolyards  at  84  K-12  public  schools  throughout  San  Francisco;  and 

WHEREAS,  Outdoor  classroom  programming,  teacher  training,  and  other  support 
services  are  needed  to  reap  the  full  educational  and  conservation  benefits  of  the  San  Francisco 
Unified  School  District’s  (SFUSD’s)  new  green  schoolyards;  and 

WHEREAS,  Environmental  education  in  an  outdoor  classroom  setting  is  closely  aligned 
with  the  San  Francisco  Public  Utilities  Commission's  (SFPUC’s)  educational  benchmarks  and 
goals  regarding  water  conservation,  pollution  prevention,  energy  use  reduction,  and  the 
sustainable  provision  of  water,  power,  and  sewer  service;  and 

WHEREAS,  The  SFPUC  wishes  to  invest  in  environmental  education  programming  that 
can  reach  as  many  students  as  possible,  in  order  to  help  create  the  next  generation  of 
environmental  stewards  that  will  care  for  our  natural  resources  and  infrastructure;  and 

WHEREAS,  On  May  12,  2015,  this  Commission  awarded  Agreement  Nos.  CS- 
392[G].A-C,  K-8  Outdoor  Education  Grants,  to  Climate  Action  Now!,  and  its  fiscal  sponsor 
the  San  Francisco  Parks  Alliance  (CS-392[G].A),  Community  Grows,  and  its  fiscal  sponsor 
the  Tides  Center  (CS-392[G].B),  and  Education  Outside  (CS-392[G].C),  to  provide  outdoor 
education  services  to  8,000  elementary  students  in  grades  K-8  within  the  San  Francisco  Unified 
School  District;  and  authorized  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute 
these  grant  agreements  in  the  amount  of  $30,000  (CS-392[G].A),  $30,000  (CS-392[G].B),  and 
$200,000  (CS-392[G].C),  each  with  a  duration  of  one  year,  and  with  an  option  to  renew  up  to 
two  additional  years,  for  a  total  cumulative  not-to-exceed  grant  amount  of  $780,000  and  with  a 
not-to-exceed  duration  of  three  years;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  duration  of  each 
agreement  by  one  year,  for  a  total  duration  of  four  years  per  agreement,  in  order  to  continue  the 
program  work  and  engage  additional  students;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Ecoliteracy  add-back 
funding  (PUW51812,  PWW10208,  and  PUH50701);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  add-back/Board  of 
Supervisor-funded  Agreement  Nos.  CS-392[G].A-C,  K-8  Outdoor  Education  Grants,  to  Climate 
Action  Now!,  and  its  fiscal  sponsor  the  San  Francisco  Parks  Alliance  (CS-392[G].A), 
Community  Grows,  and  its  fiscal  sponsor  the  Tides  Center  (CS-392[G].B),  and  Education 
Outside  (CS-392[G].C),  in  order  to  continue  providing  outdoor  education  services  to  K-8 
students  within  the  SFUSD;  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this 
amendment  extending  each  agreement  duration  up  to  one  year,  for  a  total  duration  of  four  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  201 7 


_ JMyuui  J'UiJzL, 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0107 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  seeks  to  retain  the 
services  of  a  qualified  consultant  to  provide  professional  engineering  services  to  support  the 
design  of  a  replacement  for  the  portion  of  the  Southeast  Outfall  that  crosses  Islais  Creek  from  the 
Southeast  Water  Pollution  Control  Plant;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  design  consultant  firm  to 
provide  specialized  professional  services  to  supplement  SFPUC  staff,  in  order  to  design  the 
replacement  for  the  Islais  Creek  Crossing  portion  of  the  Southeast  Outfall;  and 

WHEREAS,  The  estimated  not-to-exceed  cost  of  services  is  $3,000,000;  and 

WHEREAS,  The  Request  for  Proposals  was  advertised  on  January  24,  2017;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June,  2017  and  end  in  June,  2022,  and 
the  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  The  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  determination  that  GHD/AGS,  Joint  Venture  (JV)  is  the  sole  responsive, 
responsible,  and  qualified  proposer;  and 

WHEREAS,  The  CMD  has  established  a  subconsulting  requirement  of  11%  Local 
Business  Enterprise  (LBE)  participation  for  this  agreement  and  GHD/AGS  JV  has  committed  to 
12.7%  LBE  participation;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  re-advertising  and  re-selecting 
consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager’s  sole 
discretion,  result  in  re-advertising  and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CWWFAC04  —  SEP  Southeast  Outfall  and  CWWRNROI02  —  SEP 
Final  Effluent  Force  Main;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  GHD/AGS  JV; 
awards  Wastewater  Enterprise’s  Capital  Improvement  Program-funded  Agreement  No. 
PR0.0055,  Southeast  Outfall  Islais  Creek  Crossing  Replacement,  to  provide  engineering  design 
and  construction  support  services  for  the  replacement  of  the  portion  of  the  Southeast  Outfall  that 
crosses  Islais  Creek;  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute 
a  professional  services  agreement  with  GHD/AGS  JV  for  an  amount  not  to  exceed  $3,000,000, 
and  with  a  duration  of  five  years,  or,  in  the  event  negotiations  are  not  successful  or  City 
requirements  are  not  satisfied,  to  re-advertise  and  re-select  consultants  at  the  discretion  of  the 
City. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  2017. 

_ /  *  - .  -  /  r-  ,  ( _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0108 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  developed  a 
project  description  under  the  Water  System  Improvement  Program  (WSIP)  for  meeting  water 
supply  demands,  otherwise  known  as  Project  No.  CUW30201,  San  Francisco  Westside  Recycled 
Water  Project  (Project),  in  the  City  and  County  of  San  Francisco  (City);  and 

WHEREAS,  The  Project  is  a  water  supply  project  approved  by  the  SFPUC  as  part  of  the 
WSIP;  and 

WHEREAS,  The  Project  objectives  are  to  construct  a  new  recycled  water  treatment 
facility,  pump  station,  underground  reservoir,  and  associated  pipelines  and  that  will  produce  and 
deliver  up  to  two  million  gallons  per  day  of  recycled  water  for  irrigation,  lake  fill,  and  other  non- 
potable  uses,  to  diversify  the  SFPUC’ s  water  supply  portfolio,  and  increase  the  use  of  local  water 
supply  sources;  and 

WHEREAS,  WSIP  funded  Contract  No.  WD-2776,  San  Francisco  Westside  Recycled 
Water  Treatment  Facility  at  the  Oceanside  Plant,  was  advertised  on  December  29,  2016;  and 

WHEREAS,  The  Engineer’s  Estimate  is  between  $70,000,000  and  $80,000,000  for  this 
construction  contract  work  to  construct  a  new  recycled  water  treatment  facility,  transmission 
pump  station,  and  other  associated  work  for  to  provide  a  fully  functional  treatment  and  pumping 
system;  and 

WHEREAS,  The  contract  duration  is  1230  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  March  23,  2017;  and 

WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff  reviewed  the  bids 
for  qualifications,  responsibility,  and  responsiveness,  and  this  review  resulted  in  the 
establishment  of  S.J.  Amoroso  Construction  Co.,  Inc.  as  the  lowest,  qualified,  responsible,  and 
responsive  bidder;  and 

WHEREAS,  The  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  16%  for  this  contract  and  the  contractor  committed  to  a  LBE  participation  of 
17.64%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion 
of  the  City;  and 


WHEREAS,  Funds  are  available  from  Water  Enterprise  Project  No.  CUW30201, 
Recycled  Water  Project;  and 

WHEREAS,  SFPUC  Finance  will  be  requesting  approval  of  a  Clean  Water  State 
Revolving  Fund  loan  to  finance  all  eligible  costs  for  this  WSIP  project;  and 

WHEREAS,  On  September  3,  2015,  the  Planning  Commission  certified  the  Final 
Environmental  Impact  Report  (FEIR)  for  the  Project,  by  Motion  No.  M- 19442,  as  required  by 
the  California  Environmental  Quality  Act  (CEQA)  and  adopted  CEQA  findings,  including  a 
Statement  of  Overriding  Considerations  and  a  Mitigation  Monitoring  and  Reporting  Program. 
The  Planning  Commission  also  found  the  project  consistent  with  the  General  Plan,  and  approved 
a  local  coastal  zone  permit,  by  its  Motion  M- 19443.  The  FEIR  prepared  for  the  Project  is  tiered 
from  the  Water  System  Improvement  Program  Environmental  Impact  Report  (PEIR)  for  which 
this  Commission  adopted  findings  in  Resolution  No.  08-200  dated  October  30,  2008,  as 
authorized  and  in  accordance  with  CEQA  and  CEQA  Guidelines;  and 

WHEREAS,  The  Project  files  including  FEIR,  PEIR,  and  SFPUC  Resolution  No.  15- 
0187  have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part 
of  the  record  before  this  Commission;  and 

WHEREAS,  On  September  8,  2015,  this  Commission,  reviewed  and  considered  the  FEIR 
and  the  record  as  a  whole  for  Planning  Commission  File  No.  2008.009 IE  and  by  Resolution  15- 
0187:  (1)  approved  the  Project;  and  (2)  adopted  CEQA  Findings,  including  a  statement  of 
overriding  considerations,  and  a  Mitigation  Monitoring  and  Reporting  Program  required  by 
CEQA;  and  (3)  authorized  the  General  Manager  of  the  SFPUC  to  implement  the  Project,  in 
compliance  with  the  Charter  and  applicable  law,  and  subject  to  subsequent  Commission  action 
and  Board  of  Supervisors  approval,  where  required;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  findings  contained  in  Resolution  No.  15-0187,  all  written  and  oral  communication 
provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC  and  other 
experts  and  the  administrative  files  for  the  Project:  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  find  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the 
action  taken  herein  to  award  the  construction  contract  WD-2776  and  incorporates  the  CEQA 
Findings  contained  in  Resolution  No.  15-0187,  including  the  Statement  of  Overriding 
Considerations,  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  be  it  further 

RESOLVED,  This  Commission  further  finds  that  since  the  FEIR  was  finalized,  there 
have  been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances  that 
would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  FEIR;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  WSIP  funded  Contract  No.  WD-2776,  Westside  Recycled  Water 
Treatment  Facility,  in  the  amount  of  $87,597,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  SJ.  Amoroso  Construction  Co.,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  2017. 

_ (Jf/Cb  )l/l  ii — J  cL - 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0109 


WHEREAS,  Water  Enterprise,  Local  Conveyance/Distribution  System  Program  funded 
Contract  No.  WD-2820R,  San  Francisco  Local  Water  As-Needed  Paving  (FY  16-19),  was 
advertised  on  March  6,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $14,000,000  for  this  construction  contract  work 
to  restore  pavement  for  excavations,  on  an  as-needed  basis,  at  streets  and  sidewalks  to  be 
determined  throughout  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  1,095  consecutive  calendar  days;  and 

WHEREAS,  On  November  30,  2013,  the  Environmental  Review  Officer  determined  that 
approval  of  as-needed  contracts  or  other  funding  mechanisms  for  the  repair  or  replacement  of 
linear  assets  do  not  fall  within  the  definition  of  a  “project”  under  California  Environmental 
Quality  Act  Guidelines  Section  15378(b)(4)  related  to  the  creation  of  government  funding 
mechanisms  which  do  not  involve  commitment  to  any  specific  project  which  may  result  in  a 
potentially  significant  impact  on  the  environment.  No  task  order  will  be  issued  for  construction 
until  it  is  determined  whether  preparation  of  a  CEQA  document  is  required  and  if  so,  the 
appropriate  environmental  document  is  approved  by  Planning  and  the  task  order  approver  has 
reviewed  and  considered  the  document  prior  to  project  approval;  and 

WHEREAS,  One  (1)  bid  was  received  and  opened  publicly  on  April  6,  2017;  and 

WHEREAS,  Pursuant  to  the  San  Francisco  Administrative  Code  Section  6.23(c)(2),  San 
Francisco  Public  Utilities  Commission  (SFPUC)  staff  conducted  an  analysis  of  the  level  of 
contractor  outreach  and  a  review  of  the  scope  of  work  in  the  contract  documents,  in  order  to 
determine  whether  modifications  to  either  would  likely  result  in  a  larger  bidding  pool  with 
substantially  lower  bids  were  the  contract  to  be  re-advertised;  and 

WHEREAS,  SFPUC  staff  has  determined  that  the  bidding  pool  is  not  likely  to  benefit 
from  modification,  re-advertising,  or  re-bidding;  and 

WHEREAS,  Negotiations  between  SFPUC  staff  and  the  sole  qualified,  responsible  and 
responsive  bidder  A.  Ruiz  Construction  Co.  &  Assoc.,  are  ongoing;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  reviewed  the  bid  for 
qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences,  and  this  review 
resulted  in  the  establishment  of  A.  Ruiz  Construction  Co.  &  Assoc.,  Inc.  as  the  lowest,  qualified, 
responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  8%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
8.54%  with  its  bid  submittal;  and 


WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PRB1,  As-Needed  Paving 
FY  16-19;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  negotiate 
and  enter  into  contract  for  an  amount  not  to  exceed  $15,577,000  with  the  sole  qualified, 
responsible  and  responsive  bidder,  or  if  negotiations  are  not  successful,  with  another  qualified 
contractor,  for  Water  Enterprise,  Local  Conveyance/Distribution  System  Program  funded 
Contract  No.  WD-2820R,  San  Francisco  Local  Water  As-Needed  Paving  (FY  16-19);  and  be  it 

FURTHER  RESOLVED,  That  upon  completion  of  negotiations  with  the  contractor,  this 
Commission  hereby  approves  the  plans  and  specifications  and  awards  Water  Enterprise  Local 
Conveyance/  Distribution  System  Program  funded  Contract  No.  WD-2820R,  San  Francisco 
Local  Water  As-Needed  Paving  (FY  16-19),  in  an  amount  not  to  exceed  $15,577,000,  to  the  sole 
lowest,  qualified,  responsible  and  responsive  bidder,  A.  Ruiz  Construction  Co.  &  Assoc.,  Inc.  or 
to  another  qualified  contractor  with  whom  the  SFPUC  negotiated  a  contract  for  an  amount  not- 
to-exceed  $15,577,000. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  201 7. 

_ t  Aw /Ulo  L  Co  zL _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0110 


WHEREAS,  In  June  2016,  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
General  Manager  determined  that  the  Construction  Manager/General  Contractor  (CM/GC) 
project  delivery  method  was  necessary  and  appropriate  to  achieve  cost  savings  and  time 
efficiencies  and  that  it  is  in  the  public’s  best  interest  to  successfully  complete  the  proposed 
Biosolids  Digester  Facilities  Project;  and 

WHEREAS,  Sewer  System  Improvement  Program  funded  Request  for  Qualifications  / 
Request  for  Proposals  (RFQ/RFP)  for  Pre-Construction  and  Construction  Services  (CM/GC)  for 
WW-647R,  Southeast  Water  Pollution  Control  Plant  Biosolids  Digester  Facilities  was  advertised 
on  January  6,  2017,  and  two  (2)  proposals  were  received  on  March  13,  2017  from 
Flatiron/Dragados  Joint  Venture  and  MWH  Constructors/Webcor  Builders  Joint  Venture  (JV); 
and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  convened  a 
selection  panel  that  thoroughly  reviewed  and  scored  the  proposals,  and  on  March  24,  2017, 
conducted  and  scored  the  oral  interview  in  accordance  with  the  criteria  stated  in  the  RFQ/RFP; 
and 

WHEREAS,  Based  upon  the  scoring  of  proposals  and  interviews  by  the  selection  panel, 
and  results  of  the  cost  criteria  calculation,  SFPUC  staff  determined  the  MWH 
Constructors/Webcor  Builders  JV  to  be  the  highest  ranking  team  providing  the  best  value  to  the 
SFPUC;  and 

WHEREAS,  A  Draft  Environmental  Impact  Report  (DEIR)  is  in  preparation  by  the 
Planning  Department,  Case  No.  2015-000644ENV,  under  the  California  Environmental  Quality 
Act  (CEQA)  and  will  be  published  in  early  May,  2017,  and  the  Planning  Commission  is 
anticipated  to  decide  upon  the  Final  Environmental  Impact  Report  (FEIR)  certification  in  March, 
2018.  No  construction  services  will  be  authorized  under  this  agreement  unless  and  until  this 
Commission  reviews  and  considers  the  certified  FEIR,  adopts  CEQA  findings  and  a  Mitigation 
and  Monitoring  Reporting  Program  (MMRP),  approves  the  Project  and  authorizes  the  same;  and 

WHEREAS,  SFPUC  staff  recommends  awarding  Contract  No.  WW-647R,  Southeast 
Water  Pollution  Control  Plant  Biosolids  Digester  Facilities,  CM/GC  agreement,  to  MWH 
Constructors/Webcor  Builders  JV,  and  authorizing  the  General  Manager  to  negotiate  and 
execute  the  agreement,  and  upon  certification  of  the  agreement,  to  issue  Notice-to-Proceed 
(NTP)  for  pre-construction  services.  The  CM/GC  agreement  is  for  an  amount  not  to  exceed 
$6,069,749  for  pre-construction  services,  and  if  the  Commission  approves  the  Project,  for  an 
amount  not  to  exceed  $932,715,777  for  construction  services,  for  a  total  contract  amount  of  up  to 
$938,785,526;  and 

WHEREAS,  The  total  estimated  contract  duration  if  the  proposed  Project  is  approved  is 
2,534  consecutive  calendar  days  from  NTP  to  construction  completion;  and 

WHEREAS,  SFPUC  and  Contract  Monitoring  Division  (CMD)  staff  review  of  the 
proposals  for  qualifications,  responsibility,  responsiveness  and  application  resulted  in  the 
determination  that  MWH  Constructors/Webcor  Builders  JV  was  the  highest-ranked,  qualified, 
responsible  and  responsive  bidder;  and 


WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  12%  for  this  contract,  and  the  contractor  has  committed  to  meet  or  exceed  this 
requirement;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  highest-ranked,  responsible  and  responsive  bidder,  or  re-advertisement  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  Funds  in  the  amount  of  $6,069,749  for  pre-construction  services  are 
available  from  CWWSIPDP  Biosolids  Digester  Project;  and 

WHEREAS,  Upon  completion  of  environmental  review  under  the  California 
Environmental  Quality  Act  (CEQA)  and  certification  of  the  FEIR  for  the  proposed  Project,  if 
this  Commission  determines  to  approve  the  Project,  then  a  request  will  be  submitted  to  the 
Commission  to  authorize  the  remaining  funding  from  CWWSIPDP,  Biosolids  Digester  Project  in 
the  amount  up  to  $932,715,777  and  to  authorize  the  SFPUC  to  proceed  with  the  construction 
phase.  The  action  authorized  by  this  Resolution  shall  not  be  considered  approval  of  the  proposed 
Project;  and 

WHEREAS,  SFPUC  Finance  may  request  approval  of  a  Clean  Water  State  Revolving 
Fund  loan  and/or  a  Water  Infrastructure  Finance  and  Innovation  Act  (WIFIA)  loan  to  finance  all 
eligible  costs  for  this  SSIP  project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  MWH 
Constructors/Webcor  Builders  JV;  awards  Sewer  System  Improvement  Program  (SSIP)  funded 
Contract  No.  WW-647R,  Southeast  Water  Pollution  Control  Plant  Biosolids  Digester  Facilities 
Construction  Manager/General  Contractor  agreement  (CM/GC),  and  authorizes  the  General 
Manager  to  negotiate  and  execute  a  CM/GC  agreement  with  MWH  Constructors/Webcor 
Builders  JV,  consistent  with  the  requirements  of  Section  6.68(b)(2)  of  the  San  Francisco 
Administrative  Code,  for  the  proposed  new  Biosolids  Digester  Facilities  at  the  SEP  (Project),  for 
an  amount  not  to  exceed  $6,069,749  for  pre-construction  services,  and  if  the  Commission 
approves  the  Project,  for  an  amount  not  to  exceed  $932,715,777  for  construction  services,  for  a 
total  contract  amount  of  up  to  $938,785,526;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  is  authorized  to  issue  a  Notice  to  Proceed 
for  pre-construction  services  and  is  directed  to  return  to  the  Commission  to  seek  authorization  for 
the  construction  phase  for  the  proposed  Project,  and  the  remaining  funding  from  CWWSIPDP  - 
Biosolids  Digester  Project  in  the  amount  of  $932,715,777  for  the  construction  phase,  after 
certification  of  the  Final  Environmental  Impact  Report  (FEIR),  prepared  under  the  California 
Environmental  Quality  Act  (CEQA).  After  review  and  consideration  of  the  FEIR,  this 
Commission  may  approve  the  Project,  approve  the  Project  with  modifications,  approve  an 
alternative  to  the  Project,  or  reject  the  Project.  The  CM/GC  agreement  reserves  the  SFPUC’ s 
rights,  among  other  things,  to  modify  the  Project  to  mitigate  any  significant  environmental 
impacts  or  terminate  the  agreement  if  the  Commission  elects  not  to  proceed  with  the  Project. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  9,  2017. 


_ ; _ L _ 

Secretary ,  Public  Utilities  Commission 


San  Francisco 
W.-'i: 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  May  23,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  71  -Haight  Noriega.  For  information  about  MUNI  accessible  sen/ices  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.org/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 


3.  Approval  of  the  Minutes  of  May  9,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 


5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

e)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 


6.  Other  Commission  Business  (Moran) 

a)  Recognition  of  Deputy  City  Attorney  Noreen  Ambrose 


7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

b)  Water  Enterprise  CIP  Quarterly  Report 

c)  Water  System  Improvement  Program  Quarterly  Reports: 
Local  and  Regional 

d)  Quarterly  Audit  and  Performance  Review  Reports 

•  Rebate  and  Incentives  Audit:  GoSolarSF  Program 

•  FY  2015-16,  City  and  County  of  San  Francisco  Basic 
Financial  Statements  and  Single  Audit  Report 

•  FY  2015-16,  Wholesale  Revenue  Requirement: 
Statement  of  Changes  in  Balancing  Account 

e)  Plan  Bay  Area  2040  Update 


(Hale) 

(How) 

(How) 

(Sandler) 


(Ritchie) 


8.  BAWSCA  Update 


(Sandkulla) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  1$h  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 


which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 


b) 


C'l 

1—1 

cz> 


C) 


d) 


e) 


if.) 


Approve  an  increase  in  the  construction  duration  contingency  for 
Contract  No.  HH-981,  Mountain  Tunnel  Access  &  Adit  Improvement 
Project,  of  up  to  210  consecutive  calendar  days  (approximately  seven 
months);  and  authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract,  for  a  total  revised  contract  duration  of  up  to 
649  consecutive  calendar  days  (approximately  one  year  and  nine 
months),  with  no  change  to  the  contract  cost.  The  requested  increase  in  the 
construction  duration  contingency  is  needed  to  complete  additional  road 
repairs  damaged  during  the  recent  winter  rainstorms  and  allow  additional 
time  to  review,  negotiate,  and  process  the  related  potential  change  orders. 

(How) 

Approve  an  increase  in  the  existing  construction  contract  duration 
contingency  of  up  to  180  consecutive  calendar  days  (approximately  six 
months)  for  Contract  HH-986,  2017  Mountain  Tunnel  Interim  Repair 
Project,  with  Sierra  Mountain  Construction,  Inc.;  and  authorize  the 
General  Manager  to  approve  future  modifications  to  this  contract,  for  a 
total  revised  contract  duration  of  up  to  436  consecutive  calendar  days 
(approximately  one  year  and  two  months),  with  no  change  to  the  contract 
cost.  The  requested  increase  in  the  construction  duration  contingency  is 
needed  to  allow  additional  time  to  review,  negotiate,  and  process  change 
orders  related  to  additional  repairs  made  to  the  Mountain  Tunnel  during 
the  56-day  outage  beyond  those  specified  in  the  contract.  (How) 

Approve  an  increase  to  the  existing  construction  contract  cost 
contingency  in  the  amount  of  up  to  $1,500,000  and  an  increase  to  the 
existing  contract  duration  contingency  of  up  to  548  consecutive 
calendar  days  (approximately  one  year,  six  months),  for  Contract  No. 
WD-2686,  Auxiliary  Water  Supply  System  Pumping  Station  No.  1 
Improvements  (2014);  and  Authorize  the  General  Manager  to  approve 
future  contract  modifications  for  a  total  revised  contract  amount  up  to 
$10,731,700,  and  a  total  contract  duration  of  up  to  1,258  consecutive 
calendar  days.  (How) 

Accept  work  performed  by  Cal  State  Constructors,  Inc.,  for  Contract  No. 
WW-580,  Oceanside  Water  Control  Plant,  W2  and  W3  Water  System 
Improvements,  for  a  total  contract  amount  of  $1 ,539,61 1 ,  and  with  a 
total  contract  duration  of  630  consecutive  calendar  days 

(approximately  one  year  and  nine  months),  and  authorize  final  payment  to 
the  Contractor.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW- 

629,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation 
No.  1 ,  in  the  amount  of  $7,404,605,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Shaw  Pipeline,  Inc.,  to  replace  existing  sewers  and 
street  pavement  at  various  locations  in  the  City  and  County  of  San 
Francisco.  This  proposed  action  constitutes  the  Approval  Action  for  the 
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project  for  purposes  of  the  California  Environmental  Quality  Act  (CEQA), 
pursuant  to  Section  31 .04(h)  of  the  San  Francisco  Administrative  Code. 

(How) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW- 

636,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation 
No.  4,  in  the  amount  of  $5,062,012,  to  the  lowest,  qualified,  responsible 
<£>  and  responsive  bidder,  D’Arcy  &  Harty  Construction,  Inc.,  to  replace  the 
existing  sewers  and  street  pavement  on  the  subject  streets  in  the  City  and 
^  County  of  San  Francisco.  This  proposed  action  constitutes  the  Approval 
Action  for  the  project  for  purposes  of  the  California  Environmental  Quality 
Act,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco  Administrative 
Code.  (How) 

g)  Approve  execution  of  an  attestation  of  veracity  for  the  San  Francisco 

Public  Utilities  Commission  2016  Power  Source  Disclosure  (PSD) 
Report  and  submission  of  that  Report  to  the  California  Energy 
Commission.  The  SFPUC  is  required  by  State  law  to  annually  disclose 
the  sources  of  electricity  generation  used  to  serve  the  SFPUC’s  end-use 
electric  customers  through  the  preparation  of  the  PSD  Report  and  Power 
Content  Label.  The  2016  PSD  Report  discloses  that  the  electricity  sources 
used  to  serve  the  SFPUC’s  end-use  electric  customers  were  99.2% 
greenhouse-gas  free  hydroelectric  generation  from  the  Hetch  Hetchy 
system  and  0.8%  eligible  renewable  energy  resources  under  California’s 
Renewable  Portfolio  Standard.  This  PSD  report  covers  the  SFPUC’s 
operations  as  a  publicly-owned  electric  utility.  (Hale) 

h)  Approve  execution  of  an  attestation  of  veracity  for  CleanPowerSF’s 
2016  Power  Source  Disclosure  Report  and  submission  of  that  Report 
to  the  California  Energy  Commission.  CleanPowerSF  is  required  by 
State  law  to  annually  disclose  the  sources  of  electricity  generation  used  to 

i'-  serve  its  end-use  electric  customers  through  the  preparation  of  the  PSD 
^  Report  and  Power  Content  Label.  During  the  2016  calendar  year, 

CleanPowerSF  successfully  delivered  a  substantial  portion  of  its  electric 
energy  supply  from  renewable  energy  sources  under  California’s 
Renewable  Portfolio  Standard.  For  Green  customers,  the  percentage  of 
supply  attributable  to  renewable  energy  sources  was  40%;  for  SuperGreen 
customers,  renewable  energy  resources  comprised  100%  of  the  supply 
portfolio.  (Hale) 

REGULAR  CALENDAR 


Approve  Amendment  No.  2  to  Agreement  No.  CS-246,  Technical  Support 
Services,  with  Utility  System  Efficiencies,  Inc.,  to  maintain  Hetch  Hetchy  Water 
and  Power’s  access  to  regulatory  support  services;  and  authorize  the  General 
Manager  to  execute  this  amendment,  increasing  the  agreement  by 
$3,000,000,  for  a  total  not-to-exceed  agreement  amount  of  $5,000,000,  and 
with  a  time  extension  of  two  years,  for  a  total  agreement  duration  of  seven 
years,  six  months,  and  18  days.  (Ritchie) 


170123  _  1701^2^  •  170121  ^  170120 


1 1 .  Approve  the  selection  of  RES  System  3,  LLC,  as  the  lowest,  qualified, 

responsible  and  responsive  bidder;  Award  Contract  No.  DB-127R,  Warnerville 
Substation  Rehabilitation,  a  Design-Build  Agreement  for  design,  construction, 
and  commissioning  a  complete  substation  refurbishment  that  will  improve  the 
reliability  of  existing  power  transmission  to  customers.  Authorize  the  General 
Manager  to  execute  a  DBA  with  RES  System  3,  LLC.,  consistent  with  the 
requirements  of  Section  6.61(g)  of  the  San  Francisco  Administrative  Code,  for 
a  total  amount  not  to  exceed  $21,639,991.  This  action  constitutes  the 
Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to  Section 
31 .04(h)  of  the  San  Francisco  Administrative  Code.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2818, 

Sunol  Valley  Water  Treatment  Plant  SCADA  Server  Room,  in  the  amount  of 
$1,011,171  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Integra 
Construction  Services,  Inc.,  to  relocate  the  Sunol  Valley  Water  Treatment  Plant 
Supervisory,  Control,  and  Data  Acquisition  server  room,  install  an  air 
conditioning  system,  and  install  fire  suppression  equipment.  This  proposed 
action  constitutes  the  Approval  Action  for  the  project  for  purposes  of  the 
California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San 
Francisco  Administrative  Code.  (How) 

Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  a  Memorandum  of  Agreement  with  the  United  States 
Department  of  Agriculture,  Forest  Service,  Stanislaus  National  Forest,  for 
an  amount  not  to  exceed  $806,919,  and  with  a  duration  of  five  years,  to 

provide  watershed  protection  for  the  approved  standby  water  sources  within  the 
Stanislaus  National  Forest.  (Ritchie) 

Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 
execute  a  new  20-year  lease  to  Crystal  Springs  Golf  Partners,  LP,  to  use 
approximately  199  acres  of  SFPUC  Parcel  31  in  the  Peninsula  Watershed  in 
Burlingame,  California,  for  use  as  an  18-hole  golf  course  and  driving  range  for 
an  annual  rent  equal  to  the  greater  of  Percentage  Rent  or  Base  Rent, 
initially  $1  million,  plus  $2.25  million  in  tenant  capital  improvement 
commitments,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter 
Section  9.1 18.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 
purposes  of  CEQA,  pursuant  to  Section  31.04(h)  of  the  San  Francisco 
Administrative  Code.  (Carlin) 

1 5.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

1 6.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 

■dr-  (d)(1)  (Ambrose) 

cT  Unlitiqated  Claim 

Adam  Holm,  dba  Pseudo  Studio  v.  CCSF 

City  Attorney  Claim  No.:  17-01948  /  Date  Filed  February  21, 2017 

Material  Terms:  Proposed  Settlement  Amount  of  $33,202.60  with  release  of 

claim 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 

^  (d)(1)  (Ambrose) 

t-H 

®  Unlitiqated  Claim 

h  Everlane,  Inc.  v.  CCSF 

City  Attorney  Claim  No.:  17-01696  /  Date  Filed  January  26,  2017 

Material  Terms:  Proposed  Settlement  Amount  of  $1 17,726.22  with  release  of 

claim 


1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Ambrose) 

Existing  Litigation 

Matt  Pear  et  al  v  City  and  County  of  San  Francisco,  Court  of  Appeals,  Sixth 

Appellate  District 

Date  Filed:  July  5,  2012 

City  Attorney  File  No.:  130094 

20.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  California  Government 

Code  Section  54956.8  and  San  Francisco  Administrative  Code  Section  67.8  (a) 
(2)  (Carlin) 

Property: 

3.9  acres  of  property,  designated  as  SFPUC  Parcel  144,  Santa  Clara,  CA,  with 
Cedar  Fair,  LLP 

Persons  Negotiating: 

Michael  Carlin  on  behalf  of  SFPUC 

Mary  Murphy  and  Duff  Milkie  on  behalf  of  Cedar  Fair,  LP  as  Tenant 
Karen  Tiedemann  on  behalf  of  the  City  of  Santa  Clara 

Under  Negotiation: 

Price  and  Terms  of  Payment 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 


Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-704-000/Date  Filed:  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 
City  and  County  of  San  Francisco 


Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 


26.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

27.  Announcement  following  Closed  Session. 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

29.  Other  New  Business. 


30.  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:33  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  Vietor  and  Courtney 
Commissioner  Caen  arrived  at  1:45  PM. 

3.  Approval  of  the  Minutes  of  May  9,  2017 

On  Motion  to  approve  the  Minutes  of  May  9,  2017: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

4.  General  Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  former  1800  Oakdale  Greenhouses; 
the  role  and  use  of  the  Contractor  Assistance  Center;  and  asked  what 
mechanisms  are  being  used  to  address  career  jobs. 

•  Ms.  Fan  Wen,  Station  Manager,  Millbrae  Radio,  Inc.,  discussed  the  mission 
of  KQEM  Radio  and  the  importance  of  the  station  to  the  Chinese  American 
Community. 

•  Mr.  Booker  Wade,  General  Manager,  KMPT  TV,  discussed  the  Station’s 
programming  and  their  application  to  place  an  antenna  at  Crystal  Springs. 
He  noted  they  have  not  been  responsive  with  staff  requests  for  documents. 
He  requested  that  they  be  allowed  to  use  a  temporary  broadcast  van  on  the 
watershed. 

Commissioner  Caen  arrived  at  1:45  PM. 

•  Mr.  Eric  Huang,  President,  KQEA  LP  FM,  discussed  the  station’s  request  to 
place  the  van  with  antenna  at  Crystal  Springs. 

President  Moran  informed  the  last  three  speakers  that  the  Commission  cannot 
take  action.  He  asked  the  General  Manager  (GM)  to  make  sure  staff  is  as 
flexible  as  possible  given  constraints  and  requirements  that  must  be  met. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

e)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

President  Moran  noted  the  average  construction  change  order  is  running  at 
about  25%  of  the  original  contract  amount.  He  requested  a  memo  detailing 
the  reasons  and  how  that  can  be  improved. 

No  public  comment. 
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6.  Other  Commission  Business 

Commissioner  Courtney  thanked  the  Commission  for  the  workforce  presentation 
at  the  last  meeting.  He  noted  it  is  part  of  the  Commission’s  responsibility  and 
that  practices  must  meet  policies.  He  discussed  the  need  for  discussions 
regarding  entry  level  positions  and  that  career  paths  need  to  be  created. 

a)  Recognition  of  Deputy  City  Attorney  Noreen  Ambrose 

GM  Kelly  provided  comments  detailing  Ms.  Ambrose’s  distinguished  career 
with  the  City  and  County  of  San  Francisco  and  her  tenure  with  the  SFPUC. 

Commissioner  Caen  thanked  Ms.  Ambrose  for  her  work  and  conceded  that 
she  appreciated  Ms.  Ambrose  telling  her  what  to  do. 

President  Moran  provided  his  thoughts  on  Ms.  Ambrose’s  career.  He 
thanked  her  for  her  steady  way  and  dedication  and  commitment  to  the 
SFPUC  and  the  City. 

Ms.  Ambrose  thanked  the  Commission  and  staff  for  the  recognition.  She 
discussed  her  career  and  the  challenges  the  SFPUC  provided.  She  thanked 
the  City  Attorney  colleagues  who  have  assisted  her  with  her  work. 

Public  Comments 

•  Mr.  Francisco  DaCosta  thanked  Ms.  Ambrose  for  her  work  with  the 
Bayview  Community  and  wished  her  the  best. 

•  Mr.  Michael  Housh  congratulated  Ms.  Ambrose  on  her  retirement. 

•  Mr.  Jason  Fried,  on  behalf  of  LAFCo,  thanked  Ms.  Ambrose  for  her  work, 
especially  with  CCA. 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  update:  (1)  Enrollment  -  81,000  customers;  3.2%  opt-out 
rate;  and  2,567  SuperGreen  upgrades  (3.4%);  (2)  Growth  Plan  -  working 
with  the  CFO  to  prepare  RFP  for  3rd  party  financial  program  support;  drafting 
RFOs;  Staffing  -  finalizing  hiring  plan;  and  (3)  Regulatory  -  active  with  four 
cases  before  the  California  PUC  (allocation  mechanism,  bond  case  review, 
PGE  general  rate  case,  and  integrated  resource  planning). 

Public  Comments 

•  Mr.  Jed  Holtzman,  350  SF,  congratulated  Ms.  Ambrose  on  her  retirement. 
He  noted  the  SuperGreen  upgrade  rate  surpassing  the  opt-out  rate. 

•  Jason  Fried,  thanked  staff  for  their  excellent  work.  He  provided  positive 
comment  on  the  SuperGreen  Upgrade  rate. 

b)  Water  Enterprise  CIP  Quarterly  Report 

Mr.  Dan  Wade,  Director  of  Water  Capital  Projects  and  Programs,  provided  a 
quarterly  Water  Enterprise  CIP  Quarterly  Report.  He  addressed  variances  in 
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the  quarterly  report,  and  noted  highlights  of  the  reporting  period:  (1)  San 
Francisco  Water  Pipeline  Replacement  Program;  (2)  Peninsula  Pipeline 
Seismic  Upgrade  Project  Phase  3;  (3)  San  Francisco  Ground  Water  Phase 
2;  (4)  San  Andreas  Pipeline  Phase  2;  (5)  Crystal  Springs  Pipeline  Phase  2; 
and  (6)  Sunol  Long  Term  Improvements.  He  discussed  the  Alameda  Creek 
Watershed  Center,  noting  that  Native  burial  sites  that  have  been  discovered 
at  the  site,  and  that  staff  are  working  with  the  tribe. 

Mr.  Wade  responded  to  a  question  from  Commissioner  Caen  regarding  who 
is  the  “boss”  as  related  to  water  pipelines.  GM  Kelly  provided  additional 
response  as  to  coordination  efforts  with  other  departments.  Commissioner 
Caen  expressed  concern  that  goals  are  not  being  met. 

Mr.  Wade  responded  to  a  question  from  President  Moran  regarding  the 
Sunol  Yard  and  Watershed  Center  Project  budget  increase  from  $50M  to 
$87M.  Mr.  Steve  Ritchie,  Assistant  General  Manager  (AGM)  Water,  provided 
additional  comment. 

Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  remains  found  at  the  Alameda 
Creek  Watershed  Center.  He  thanked  the  GM  and  staff  for  their  work  on 
the  sensitive  issue. 

c)  Water  System  Improvement  Program  (WSIP)  Quarterly  Reports:  Local  and 

Regional 

Mr.  Wade  gave  a  WSIP  Quarterly  Report  noting  variances.  He  indicated 
regional  projects  are  93.7%  complete;  Local  Projects  are  99.9%  complete; 
and  the  overall  WSIP  is  94.3 %  complete.  He  provided  a  Project  Labor 
Agreement  update  and  discussed  dynamic  partnerships  and  initiatives.  Mr. 
Wade  continued  with  review  of  the  following  projects:  (1)  Alameda  Creek 
Recapture  Project;  (2)  Calaveras  Dam  replacement;  (3)  Alameda  Creek 
Diversion  Dam  Fish  Passage  Facilities;  and  (4)  Regional  Groundwater 
Storage  and  Recovery  Phase  2. 

In  response  to  a  question  from  Commissioner  Caen,  Mr.  Wade  stated  WSIP 
will  be  completed  at  the  end  of  2019. 

No  public  comment. 

d)  Quarterly  Audit  and  Performance  Review  Reports 

•  Rebate  and  Incentives  Audit:  GoSolarSF  Program 

•  FY  2015-16.  City  and  County  of  San  Francisco  Basic  Financial 

Statements  and  Single  Audit  Report 

•  FY  2015-16,  Wholesale  Revenue  Reguirement:  Statement  of  Changes 

in  Balancing  Account 

Ms.  Nancy  Horn,  Director,  Assurance  and  Internal  Controls,  provided  a 
quarterly  audit  and  performance  review  report.  She  indicated  42  audits 
and  assessments  have  been  completed  YTD.  She  noted  three  audits 
that  will  begin  in  the  fourth  quarter.  Ms.  Horn  reviewed  the  three  audits 


SFPUC  Minutes 
May  23,  2017 


Page  4 


completed  in  the  third  quarter;  Highlighted  the  GoSolarSF  Rebate  and 
Initiative  Audit;  and  provided  a  current  outlook  of  audits  completing  in  the 
fourth  quarter;  and  those  in  progress  and  reviewed  prior  years,  open 
audits,  and  recommendations. 

Public  Comments 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  discussed  the  compliance  audit  and 
stated  BAWSCA  is  working  with  staff  to  resolve  issues. 

e)  Plan  Bay  Area  2040  Update 

Mr.  Ritchie  began  with  a  review  of  the  purpose  of  the  Plan  Bay  Area,  noting  it 
is  updated  every  four  years.  He  discussed  the  use  of  growth  projections  in 
urban  water  management  planning.  Mr.  Ritchie  reviewed  a  chart  with  a 
comparison  of  San  Francisco  growth  and  demand  projections  (actual  201 5; 
projected  2035,  and  2040).  He  discussed  the  water  supply  analysis  in  the 
draft  Environmental  Impact  Review  (EIR)  and  discussed  the  comment  period 
for  the  EIR.  Brief  discussion  ensued  on  the  comment  period  and  growth  and 
demand  projects. 

Public  Comment 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  noted  population’s  role  in  the 
quality  of  life  and  resource  issues.  He  expressed  concern  with  the  Plan 
population  projections  and  stated  the  Plan  needs  to  focus  on  demand  not 
just  supply. 

•  Ms.  Nicole  Sandkulla,  BAWSCA,  noted  they  reviewed  ABAG’s  draft 
preferred  scenario  and  sent  a  letter  stating  economic  and  housing 
projections  in  West  Bay  Corridor  were  higher  than  indicated  in  the  2013 
plan.  She  noted  BAWSCA  staff  is  working  closely  with  SFPUC  as 
comments  are  developed. 

•  Ms.  Denise  Louie  stated  biodiversity  has  to  come  first  and  be  the  main 
topic.  She  stated  population  and  growth  numbers  need  to  be  controlled. 

Commissioner  Vietor  noted  the  importance  of  keeping  track  of  the  Plan.  She 
expressed  interest  in  BAWSCA’s  projections  and  concern  for  projected 
growth.  She  requested  the  Commission  receive  regular  updates. 

President  Moran  asked  that  stated  staff  provide  updates  as  the  Plan 
proceeds  through  the  comment  period  and  adoption. 

AGM  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding 
the  frequency  of  the  updating  of  the  Urban  Watershed  Management  Plan. 
Brief  discussion  ensued. 

AGM  Ritchie  provided  an  update  on  East  Palo  Alto’s  supply  problem.  He 
stated  that  the  Mountain  View  City  Council  will  consider  an  agreement  to 
provide  East  Palo  Alto  with  1M  gallons-per-day  individual  supply  guarantee, 
in  addition  to  their  current  allotment,  in  exchange  for  a  $5M  one-time 
payment  to  Mountain  View  so  they  can  meet  their  minimum  purchase 
requirement. 
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8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  discussed  the  agreement  between  East  Palo 
Alto  and  Mountain  View  and  provided  a  written  statement  for  the  record. 

No  public  comment. 

9.  Consent  Calendar 

a)  Approve  an  increase  in  the  construction  duration  contingency  for  Contract 

No.  HH-981 ,  Mountain  Tunnel  Access  &  Adit  Improvement  Project,  of  up  to 

210  consecutive  calendar  days;  and  authorize  the  General  Manager  to 

approve  future  modifications  to  the  contract,  for  a  total  revised  contract 

duration  of  up  to  649  consecutive  calendar  days,  with  no  change  to  the 

contract  cost.  The  requested  increase  in  the  construction  duration 
contingency  is  needed  to  complete  additional  road  repairs  damaged  during 

the  recent  winter  rainstorms  and  allow  additional  time  to  review,  negotiate. 

and  process  the  related  potential  change  orders.  (Resolution  17-0111) 

b)  Approve  an  increase  in  the  existing  construction  contract  duration 
contingency  of  up  to  180  consecutive  calendar  days  for  Contract  HH-986, 

2017  Mountain  Tunnel  Interim  Repair  Project,  with  Sierra  Mountain 

Construction.  Inc.;  and  authorize  the  General  Manager  to  approve  future 

modifications  to  this  contract,  for  a  total  revised  contract  duration  of  up  to 

436  consecutive  calendar  days,  with  no  change  to  the  contract  cost.  The 

reguested  increase  in  the  construction  duration  contingency  is  needed  to 

allow  additional  time  to  review,  negotiate,  and  process  change  orders 

related  to  additional  repairs  made  to  the  Mountain  Tunnel  during  the  56- 

dav  outage  beyond  those  specified  in  the  contract.  (Resolution  17-01121 

c)  Approve  an  increase  to  the  existing  construction  contract  cost  contingency 

in  the  amount  of  up  to  $1 ,500,000  and  an  increase  to  the  existing  contract 

duration  contingency  of  up  to  548  consecutive  calendar  days,  for  Contract 

No.  WD-2686,  Auxiliary  Water  Supply  System  Pumping  Station  No.  1 

Improvements  (2014);  and  Authorize  the  General  Manager  to  approve 

future  contract  modifications  for  a  total  revised  contract  amount  up  to 

$1 0,731 ,700,  and  a  total  contract  duration  of  up  to  1 ,258  consecutive 

calendar  days.  (Resolution  17-0113) 

d)  Accept  work  performed  by  Cal  State  Constructors,  Inc.,  for  Contract  No. 

WW-580,  Oceanside  Water  Control  Plant.  W2  and  W3  Water  System 

Improvements,  for  a  total  contract  amount  of  $1 ,539,61 1 ,  and  with  a  total 

contract  duration  of  630  consecutive  calendar  days,  and  authorize  final 

payment  to  the  Contractor.  (Resolution  17-0114) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-629, 

Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  1 , 

in  the  amount  of  $7,404,605,  to  the  lowest.  Qualified,  responsible  and 

responsive  bidder.  Shaw  Pipeline,  Inc.,  to  replace  existing  sewers  and 

street  pavement  at  various  locations  in  the  City  and  County  of  San 

Francisco.  This  proposed  action  constitutes  the  Approval  Action  for  the 
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project  for  purposes  of  the  California  Environmental  Quality  Act,  pursuant  to 

Section  31.04(h)  of  the  San  Francisco  Administrative  Code.  (Resolution  17- 

0115) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-636, 

Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4, 

in  the  amount  of  $5,062,012,  to  the  lowest,  qualified,  responsible  and 

responsive  bidder.  D’Arcv  &  Hartv  Construction,  Inc.,  to  replace  the 

existing  sewers  and  street  pavement  on  the  subject  streets  in  the  City  and 

County  of  San  Francisco.  This  proposed  action  constitutes  the  Approval 

Action  for  the  project  for  purposes  of  the  California  Environmental  Quality 

Act,  pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative 

Code.  (Resolution  17-0116) 

g)  Approve  execution  of  an  attestation  of  veracity  for  the  San  Francisco 
Public  Utilities  Commission  2016  Power  Source  Disclosure  (PSD)  Report 

and  submission  of  that  Report  to  the  California  Energy  Commission.  The 

SFPUC  is  reguired  by  State  law  to  annually  disclose  the  sources  of 

electricity  generation  used  to  serve  the  SFPUC’s  end-use  electric 
customers  through  the  preparation  of  the  PSD  Report  and  Power  Content 

Label.  The  2016  PSD  Report  discloses  that  the  electricity  sources  used  to 

serve  the  SFPUC’s  end-use  electric  customers  were  99.2%  greenhouse- 

gas  free  hydroelectric  generation  from  the  Hetch  Hetchv  system  and  0.8% 

eligible  renewable  energy  resources  under  California’s  Renewable 

Portfolio  Standard.  This  PSD  report  covers  the  SFPUC’s  operations  as  a 

publicly-owned  electric  utility.  (Resolution  17-0118) 

h)  Approve  execution  of  an  attestation  of  veracity  for  CleanPowerSF’s  2016 

Power  Source  Disclosure  Report  and  submission  of  that  Report  to  the 

California  Energy  Commission.  CleanPowerSF  is  reguired  by  State  law  to 

annually  disclose  the  sources  of  electricity  generation  used  to  serve  its 

end-use  electric  customers  through  the  preparation  of  the  PSD  Report  and 

Power  Content  Label.  During  the  2016  calendar  year,  CleanPowerSF 

successfully  delivered  a  substantial  portion  of  its  electric  energy  supply 

from  renewable  energy  sources  under  California’s  Renewable  Portfolio 

Standard.  For  Green  customers,  the  percentage  of  supply  attributable  to 

renewable  energy  sources  was  40%;  for  SuperGreen  customers. 

renewable  energy  resources  comprised  100%  of  the  supply  portfolio. 

(Resolution  17-0117) 

President  Moran  requested  that  item  9g  be  removed. 

On  Motion  to  approve  items  9a  through  9f  and  9  h: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

President  Moran  expressed  confusion  with  the  Power  Content  Label  as  it 
does  not  include  information  on  Solar  Energy  or  Biomass  and  Biowaste, 
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which  is  detailed  at  the  bottom  of  the  page.  AGM  Hale  stated  she  was 
unsure  why  they  were  not  included  and  will  report  back. 

On  Motion  to  approve  items  9g: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

10.  Approve  Amendment  No.  2  to  Agreement  No.  CS-246,  Technical  Support 
Services,  with  Utility  System  Efficiencies.  Inc.,  to  maintain  Hetch  Hetchy  Water 

and  Power’s  access  to  regulatory  support  services;  and  authorize  the  General 

Manager  to  execute  this  amendment,  increasing  the  agreement  by  $3,000,000, 

for  a  total  not-to-exceed  agreement  amount  of  $5,000,000,  and  with  a  time 

extension  of  two  years,  for  a  total  agreement  duration  of  seven  years,  six 

months,  and  18  days.  (Resolution  17-0119) 

Mr.  Ritchie  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Item  10: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

11.  Approve  the  selection  of  RES  System  3,  LLC,  as  the  lowest,  Qualified, 
responsible  and  responsive  bidder;  Award  Contract  No.  DB-127R,  Warnerville 

Substation  Rehabilitation,  a  Design-Build  Agreement  for  design,  construction. 

and  commissioning  a  complete  substation  refurbishment  that  will  improve  the 

reliability  of  existing  power  transmission  to  customers.  Authorize  the  General 

Manager  to  execute  a  DBA  with  RES  System  3,  LLC..  consistent  with  the 

reguirements  of  Section  6.61(g)  of  the  San  Francisco  Administrative  Code,  for  a 

total  amount  not  to  exceed  $21 ,639,991 .  This  action  constitutes  the  Approval 

Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of 

the  San  Francisco  Administrative  Code.  (Resolution  17-0120) 

Mr.  Wade  introduced  the  item  and  requested  approval. 

Mr.  Wade  responded  to  a  question  from  President  Moran  regarding  completing 
the  work  given  issues  regarding  low-voltage  lines. 

Commissioner  Vietor  left  the  room  at  3:23  PM. 

On  Motion  to  approve  Item  1 1: 

Ayes:  Moran,  Kwon,  Caen,  and  Courtney 

No  public  comment. 

12.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2818,  Sunol 

Valiev  Water  Treatment  Plant  SCADA  Server  Room,  in  the  amount  of 
$1,011,171  to  the  lowest,  Qualified,  responsible  and  responsive  bidder.  Integra 

Construction  Services,  Inc.,  to  relocate  the  Sunol  Valley  Water  Treatment  Plant 

Supervisory,  Control,  and  Data  Acguisition  server  room,  install  an  air 
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conditioning  system,  and  install  fire  suppression  equipment.  This  proposed 

action  constitutes  the  Approval  Action  for  the  project  for  purposes  of  the 

California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  17-0121) 

Mr.  Wade  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Item  12: 

Ayes:  Moran,  Kwon,  Caen,  and  Courtney 

No  public  comment. 

13.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 

San  Francisco,  a  Memorandum  of  Agreement  with  the  United  States 
Department  of  Agriculture.  Forest  Service,  Stanislaus  National  Forest,  for  an 

amount  not  to  exceed  $806.919,  and  with  a  duration  of  five  years,  to  provide 

watershed  protection  for  the  approved  standby  water  sources  within  the 

Stanislaus  National  Forest.  (Resolution  17-0122) 

AGM  Ritchie  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Item  13: 

Ayes:  Moran,  Kwon,  Caen,  and  Courtney 

No  public  comment. 

14.  Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 

execute  a  new  20-vear  lease  to  Crystal  Springs  Golf  Partners.  LP,  to  use 

approximately  199  acres  of  SFPUC  Parcel  31  in  the  Peninsula  Watershed  in 

Burlingame.  California,  for  use  as  an  18-hole  golf  course  and  driving  range  for 

an  annual  rent  equal  to  the  greater  of  Percentage  Rent  or  Base  Rent,  initially 

$1  million,  plus  $2.25  million  in  tenant  capital  improvement  commitments. 

subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18. 

This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of 

CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco  Administrative  Code. 

(Resolution  17-0123) 

On  Motion  to  approve  Item  14: 

Ayes:  Moran,  Kwon,  Caen,  and  Courtney 

No  public  comment. 

The  Commission  Secretary  read  Closed  Session  items  17,  18,  and  20.  She 
stated  item  19  would  be  rescheduled  and  items  21  through  26  would  not  be 
heard. 

Commissioner  Vietor  returned  to  the  room  at  3:36  PM. 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 


SFPUC  Minutes 
May  23,  2017 


Page  9 


16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 
The  Commission  entered  Closed  Session  at  3:38  PM: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  76.10 

(d)  (1) 

Unlitiqated  Claim 

Adam  Holm,  dba  Pseudo  Studio  v.  CCSF 

City  Attorney  Claim  No.:  17-01948  /  Date  Filed  February  21, 2017 

Material  Terms:  Proposed  Settlement  Amount  of  $33,202.60  with  release  of 

claim 

(Resolution  17-0124) 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 

(did) 

Unlitiqated  Claim 
Everlane,  Inc,  v.  CCSF 

City  Attorney  Claim  No.:  1 7-01 696  /  Date  Filed  January  26,  2017 
Material  Terms:  Proposed  Settlement  Amount  of  $1 17,726.22  with  release  of 

claim 

(Resolution  17-0125) 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation 

Matt  Pear  et  al  v  City  and  County  of  San  Francisco,  Court  of  Appeals,  Sixth 
Appellate  District 

Date  Filed:  July  5,  2012  /  City  Attorney  File  No.:  130094 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.8  and  San  Francisco  Administrative  Code  Section  67.8  (a)  (2) 

Property: 

3.9  acres  of  property,  designated  as  SFPUC  Parcel  144,  Santa  Clara.  CA,  with 

Cedar  Fair,  LLP 
Persons  Negotiating: 

Michael  Carlin  on  behalf  of  SFPUC 

Mary  Murphy  and  Duff  Milkie  on  behalf  of  Cedar  Fair,  LP  as  Tenant 

Karen  Tiedemann  on  behalf  of  the  City  of  Santa  Clara 

Under  Negotiation: 

Price  and  Terms  of  Payment 
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21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 

effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23.  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67,10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23.  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23.  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 
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Case  No.:  ER1 5-735-000/Date  Filed:  December  23.  2014 


26.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  3:56  PM. 

27.  Announcement  following  Closed  Session. 

President  Moran  stated  that  settlements  were  reached  on  items  1 7  and  18  and 
no  other  action  was  taken. 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

29.  Other  New  Business. 

After  discussion,  the  Commission  agreed  to  a  10:00  AM  June  23,  2017  Special 
Meeting.  President  noted  that  the  June  27th  meeting  will  be  cancelled  due  to 
lack  of  quorum. 

Commissioner  Caen  requested  an  update  on  the  Watershed  Trail  extension. 

GM  Kelly  responded  to  a  question  from  Commissioner  Caen  regarding  when 
the  Groundwater  item  will  be  before  the  Board  of  Supervisors. 

30.  Adjournment. 

President  Moran  adjourned  the  meeting  at  3:59  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0111 


WHEREAS,  On  December  8,  2015,  by  Resolution  No.  15-0249,  this  Commission 
approved  the  award  of  Hetch  Hetchy  Water  &  Power  (HHWP)  funded  Contract  No.  HH-981, 
Mountain  Tunnel  Access  &  Adit  Improvement,  to  Shimmick  Construction  Company,  Inc.;  and 

WHEREAS,  The  contract  Notice-to-Proceed  date  was  February  12,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,286,500,  and  the  original  contract 
duration  was  439  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  require  that  any  cumulative 
increases  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  to  complete 
construction  work  be  approved  by  this  Commission;  and 

WHEREAS,  The  original  approved  10%  contract  contingency  and  the  additional  contract 
contingency  approved  by  this  Commission  on  September  13,  2016,  per  Resolution  No.  16-0176 
for  $428,650,  increased  the  total  contingency  amount  to  $857,300;  and 

WHEREAS,  The  approved  contract  contingency  and  the  additional  contract  contingency 
approved  by  this  Commission  on  December  13,  2016,  per  Resolution  No.  16-0243  for  $980,000, 
increased  the  total  contingency  amount  to  $1,837,300;  and 

WHEREAS,  Change  orders  for  cost  approved  to  date  for  this  construction  contract 
amount  to  $262,400,  pending  change  orders  amount  to  $0,  potential  change  orders  amount  to 
$868,500,  and  trends  amount  to  $180,000;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  of  up  to  210  consecutive 
calendar  days  is  requested  to  complete  additional  road  repairs  damaged  during  the  recent  winter 
rainstorms  and  allow  additional  time  to  review,  negotiate,  and  process  the  related  potential 
change  orders,  subject  to  the  General  Manager’s  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  8%  for  this  contract,  and  the  contractor  committed  to  a  LBE 
participation  of  17.38%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH-102.19  Mountain  Tunnel  Access 
&  Adit  Improvement  Project,  and  Project  No.  CUH- 102.21  Mountain  Tunnel  Improvements; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  contract  duration 
contingency  of  up  to  210  consecutive  calendar  days  for  Hetch  Hetchy  Water  &  Power,  HHWP 
funded  Construction  Contract  No.  HH-981,  Mountain  Tunnel  Access  &  Adit  Improvement 
Project,  for  a  total  contract  duration  contingency  of  up  to  649  consecutive  calendar  days;  and  be 
it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  of  up  to  649  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  201 7. 

_ _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0112 


WHEREAS,  On  June  28,  2016,  per  Resolution  No.  16-0124,  this  Commission  approved 
the  award  of  Hetch  Hetchy  Water  &  Power  Contract  No.  HH-986,  2017  Mountain  Tunnel 
Interim  Repair,  to  Sierra  Mountain  Construction,  Inc.;  and 

WHEREAS,  The  construction  Notice-to-Proceed  date  was  set  for  August  29,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,960,260  and  the  original 
construction  contract  duration  was  256  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  the  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved 
by  this  Commission;  and 

WHEREAS,  The  original  10%  contract  contingency  and  the  additional  contract 
contingency  approved  by  this  Commission  on  February  14,  2017,  per  Resolution  No.  17-0025  for 
$1,000,000,  increased  the  total  contingency  amount  to  $1,496,026;  and 

WHEREAS,  Modification  Nos.  1  and  2  were  issued  for  a  total  amount  of  $144,542  to 
address  the  increased  volume  of  sediment  that  was  removed  from  the  Early  Intake  Adit  of 
Mountain  Tunnel  and  to  repair  the  Priest  Reservoir  paved  access  road,  for  a  total  revised 
contract  amount  of  $5,104,802;  and 

WHEREAS,  Pending  Modification  No.  3  was  requested  to  allow  the  contractor  to  use 
preexisting  San  Francisco  Public  Utilities  Commission  (SFPUC)  Statewide  National  Pollution 
Discharge  Elimination  System  (NPDES)  Permit  for  Drinking  Water  Discharges  to  Waters  of  the 
United  States  (Order  No.  R2-2014-0194  DWQ,  General  Order  No.  CAG140001).  Under  the 
existing  SFPUC  NPDES  Permit,  the  Contractor  was  allowed  to  move  forward  installing,  testing, 
and  use  of  their  water  treatment  system  for  the  discharge  of  tunnel  construction  water  and 
seepage  during  the  56-day  shutdown;  and 

WHEREAS,  Change  orders  for  costs  approved  to  date  for  this  construction  contract 
amount  to  $144,542,  pending  change  orders  amount  to  $0,  potential  change  orders  amount  to 
$807,002,  and  trends  amount  to  $0;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  of  up  to  180  consecutive 
calendar  days  is  requested  to  allow  additional  time  to  review,  negotiate,  and  process  change 
orders  related  to  additional  repairs  made  to  the  Mountain  Tunnel  during  the  56-day  outage 
beyond  those  specified  in  the  contract,  subject  to  the  General  Manager’s  subsequent 
authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  8%  for  this  contract  and  the  contractor  committed  to  a  LBE 
participation  of  1 1%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH 10220  -  Mountain  Tunnel 
Inspection  and  Repair;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  of  up  to  180  consecutive  calendar  days  for  Hetch  Hetchy  Water  &  Power 
Contract  No.  HH-986  with  Sierra  Mountain  Construction,  Inc.,  for  a  total  contract  duration  of  up 
to  436  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  of  up  to  436  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  201 7. 

— 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0113 


WHEREAS,  On  August  12,  2014,  per  Resolution  No.  14-0124,  this  Commission 
approved  the  award  of  Earthquake  Safety  &  Emergency  Response  Bond  Program  funded 
Contract  No.  WD-2686,  Auxiliary  Water  Supply  System  Pumping  Station  No.  1  Improvements 
(2014),  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  October  20,  2014; 
and 

WHEREAS,  The  original  contract  amount  was  for  $7,847,000,  and  the  original  contract 
duration  was  580  consecutive  calendar  days;  and 

WHEREAS,  Sections  6.22(H)(1)  and  6.22(H)(2)  of  the  Administrative  Code  require  that 
any  cumulative  increase  in  contract  price  or  contract  duration  in  excess  of  10%  of  the  original 
contract  price  or  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Change  orders  approved  to  date  for  this  construction  contract  amount  to 
$1,315,805,  pending  change  orders  amount  to  $85,586,  potential  change  orders  amount  to 
$235,583,  and  trends  amount  to  $1,247,726;  and 

WHEREAS,  These  change  orders  and  trends,  if  converted  to  approved  change  orders, 
would  exceed  the  approved  construction  cost  and  duration  contingencies;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  up  to 
$1,500,000  and  an  increase  in  duration  contingency  of  up  to  548  consecutive  calendar  days  are 
requested,  subject  to  the  subsequent  authorization  of  modifications  by  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  originally  established  a  Local  Business 
Enterprise  subcontracting  requirement  of  16%  for  this  construction  contract,  and  the  contractor 
committed  to  a  LBE  subcontracting  participation  of  19.22%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  CUWAWSAW05  -  Pump  Station  No.l; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $1,500,000  and  approves  an  increase  in  the  contract  duration 
contingency  of  548  consecutive  calendar  days  for  the  Earthquake  Safety  &  Emergency  Response 
Bond  Program  funded  Contract  WD-2686,  Auxiliary  Water  Supply  System  Pumping  Station  No. 
1  Improvements  (2014),  for  a  total  cost  contingency  amount  of  $2,884,700  and  a  total  contract 
duration  contingency  of  678  consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  up  to 
$10,73 1,700  and  a  total  contract  duration  up  to  1,258  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0114 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE)  Capital 
Improvement  Program  (CIP)  funded  Contract  No.  WW-580,  Oceanside  Water  Control  Plant,  W2 
and  W3  Water  System  Improvements,  by  the  contractor,  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  On  April  28,  2015,  by  Resolution  No.  15-0097,  this  Commission  awarded 
Contract  No.  WW-580,  Oceanside  Water  Control  Plant,  W2  and  W3  Water  System 
Improvements,  in  the  amount  of  $1,494,047,  to  the  lowest,  qualified  responsible  and  responsive 
bidder.  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice  to  Proceed  date  was  set  for  June  17,  2015, 
with  an  original  schedule  of  450  consecutive  calendar  days  and  the  contract  work  was  completed 
in  630  consecutive  calendar  days  on  March  8,  2017;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $3,706  to  furnish  and  install  W3  water 
filter  disconnect  switches  and  additional  fiber  optic  interface  equipment,  increasing  the  contract 
amount  to  $1,487,753,  and  increasing  the  contract  duration  by  14  consecutive  calendar;  and 

WHEREAS,  On  February  14,  2017,  by  Resolution  No.  17-0023,  this  Commission 
authorized  an  increase  of  contract  duration  contingency  by  135  consecutive  calendar  days  for  a 
total  contract  duration  contingency  of  180  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $41,858  to  integrate  Distributed  Control 
System,  furnish  and  install  pressure  regulators,  and  furnish  and  install  W3  filter  screen  with 
nozzles,  increasing  the  contract  amount  to  $1,539,611,  and  increasing  the  contract  duration  by 
166  consecutive  calendar  days  for  a  total,  revised  contract  duration  of  630  consecutive  calendar 
days;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  met  the 
established  18%  Local  Business  Enterprise  subcontractor  participation  goals;  and 

WHEREAS,  Funds  are  available  from  WWE  Capital  Improvement  Program,  Project  No. 
CENMSCIC47,  WWE  Mechanical/Electrical  Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Cal  State 
Constructors,  Inc.  for  WWE  CIP  funded  Contract  No.  WW-580,  Oceanside  Water  Control  Plant, 
W2  and  W3  Water  System  Improvements,  for  a  total  contract  amount  of  $1,539,61 1,  and  with  a 
total  contract  duration  of  630  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  201 7. 

_ QtuTUli^ _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0115 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program 
and  Public  Works  (PW)  Street  Resurfacing  Program  funded  Contract  No.  WW-629,  Various 
Locations  Sewer  Replacement  and  Pavement  Renovation  No.  1  was  advertised  on  February  3, 
2017; and 

WHEREAS,  The  Engineer’s  Estimate  is  $8,1 12,172  for  this  construction  contract  work  to 
replace  existing  sewers  and  street  pavement  at  various  locations  in  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  540  consecutive  calendar  days;  and 

WHEREAS,  On  March  3,  2017,  the  Planning  Department  concurred  with  the 
determination  of  the  Bureau  of  Environmental  Management  that  the  project  is  exempt  from  the 
California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15302,  Class  2  (Replacement 
or  Reconstruction);  and 

WHEREAS  This  proposed  action  is  the  Approval  Action  as  defined  by  S.F. 
Administrative  Code  Chapter  3 1 ;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  April  6,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
24.07%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  WWE  R&R  Project  No.  CWWRNRCSG3, 
Various  Locations  Sewer  Replacement  No.  1  and  PW  Project  No.  CPWTRN1695,  Various 
Locations  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  and  Public 
Works  (PW)  Street  Resurfacing  Program  funded  Contract  No.  WW-629,  Various  Locations 
Sewer  Replacement  and  Pavement  Renovation  No.  1,  in  the  amount  of  $7,404,605,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0116 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program 
and  Public  Works  (PW)  Street  Resurfacing  Program  funded  Contract  No.  WW-636,  Various 
Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4,  was  advertised  on  March  8, 
2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $5,500,000  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  on  the  subject  streets  in  the  City  of  San 
Francisco;  and 

WHEREAS,  The  contract  duration  is  consecutive  calendar  days;  and 

WHEREAS,  On  March  3,  2017,  the  Planning  Department  determined  that  the  proposed 
project  is  exempt  from  the  California  Environmental  Quality  Act  Guidelines  Section  15302, 
Class  2  (Replacement  or  Reconstruction);  and 

WHEREAS  This  proposed  action  is  the  Approval  Action  as  defined  by  S.F. 
Administrative  Code  Chapter  31;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  April  13,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  D’ Arcy  &  Harty  Construction, 
Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  20%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  WWE  R&R  Project  No.  CWWRNRCSG6, 
Various  Locations  Sewer  Replacement  No.  4  and  PW  Project  No.  CPWHUT1729,  Various 
Locations  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  R&R  Program  and  PW  Street  Resurfacing  Program  funded  Contract  No.  WW- 
636,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4,  in  the  amount  of 
$5,062,012,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D’Arcy  &  Harty 
Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0117 


WHEREAS,  State  law  (Public  Utilities  Code  Sections  398.4  and  398.5)  requires  “retail 
suppliers  of  electricity  products”  to  disclose  to  their  customers  annually  the  electricity 
sources  for  their  sales  to  those  customers;  and 

WHEREAS,  CleanPowerSF  is  required  to  report  this  information  together  with 
supporting  documentation  to  the  California  Energy  Commission  (CEC)  in  the  form  of  a 
Power  Source  Disclosure  (PSD)  Report;  and 

WHEREAS,  The  PSD  Report  and  annual  Green-e  Energy  audit  of  power  sources 
show  that  for  calendar  year  2016,  CleanPowerSF  met  its  Green  customers’  needs  with 
electricity  sources  that  were  40%  eligible  renewable  energy  resources  under  California’s 
Renewable  Portfolio  Standard,  38%  hydroelectric  generation,  and  22%  natural  gas  resources. 
CleanPowerSF  met  its  SuperGreen  customers’  needs  with  electricity  sources  that  were  100% 
eligible  renewable  energy  resources  under  California’s  Renewable  Portfolio  Standard;  and 

WHEREAS,  CleanPowerSF  staff  plans  to  submit  the  PSD  Report  for  2016,  in  verified 
form,  to  the  CEC  on  or  before  June  1,  2017;  and 

WHEREAS,  CEC  regulations  allow  the  Commission  to  approve  submission  of  an 
attestation  of  veracity  in  lieu  of  having  the  report  independently  verified;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  developed  the 
PSD  Report  consistent  with  the  CEC’s  regulations  performing  a  detailed  review  of  all  power 
purchases  completed  for  the  2016  calendar  year;  including  an  inventory  of  all  renewable  energy 
transfers  within  CleanPowerSF’ s  WREGIS  account,  transaction  records,  and  a  requisite  audit 
for  CleanPowerSF’ s  voluntary  SuperGreen,  100%  renewable  energy  program;  and 

WHEREAS,  The  Director  of  CleanPowerSF,  as  the  designee  of  the  Assistant  General 
Manager  for  Power,  has  signed  an  attestation  of  the  veracity  of  the  PSD  Report,  now  therefore; 
be  it 

RESOLVED,  That  the  Commission  approves  the  submission  of  the  attached 
attestation  of  veracity  for  the  Power  Source  Disclosure  Report  for  Calendar  Year  2016 
attached  to  this  Resolution. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  201 7. 


Secretary,  Public  Utilities  Commission 


PROPOSED  ANNUAL  REPORT  TO  THE 
CALIFORNIA 
ENERGY  COMMISSION: 

Power  Source  Disclosure  Program 
For  Year  ending:  12/31/2016 


GENERAL  INSTRUCTIONS 


Company  Name 


CleanPowerSF 


Fill  out  the  schedules  that  apply  to  your  company’s  filing  requirements. 
Please  print,  sign  the  attestation,  scan  and  e-mail  or  mail  the  attestation  to 
the  address  shown  below. 


California  Energy  Commission 
1516  9th  St.  MS-45 
Sacramento,  CA  95814 
e-mail:  <kevin.chou@energy.ca.gov> 


If  you  have  questions,  contact  Kevin  Chou  at  (916)  653-1628  or 
<kevin.chou@energy.ca.gov>. 


NOTE:  Information  submitted  in  this  report  is  not 
automatically  held  confidential.  If  your  company  wishes  the 
information  you  submit  to  be  held  in  confidence,  it  will  be 
necessary  to  submit  an  application  for  confidentiality. 


dsn:  CleanPowerSF_PSD_Annual_Report_2016_042517.xlsx 


PROPOSED  ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION:  Power  Source  Disclosure  Program 

June  2017 

For  the  Year  Ending  December  31 ,  201 6 
SCHEDULE  1:  RETAIL  SALES 

_ Applicable  to:  Load  Serving  Entities _ 


INSTRUCTIONS:  Enter  information  about  power  procurements  supporting  all  electricity  products  for  which  your  company  is  filing  the  Annual  Report.  If  you  need  additional  rows, 
add  them  from  the  INSERT  menu.  Please  list  all  purchases  (Specified  and  Unspecified  purchases)  as  line  items  under  the  Facility  Name  heading.  If  a  procurement  was  for  unbundled 
RECs  and  include  the  term  "REC  Only"  in  parentheses  after  the  facility  name  in  the  Facility  Name  column,  and  categorize  the  power  as  the  fuel  type  of  the  generating  facility  from 
which  the  unbundled  REC  was  derived.  If  procured  power  was  from  a  transaction  that  expressly  transferred  energy  only  and  not  the  RECs  associated  with  that  energy,  identify  the 
power  as  "Unspecified  Power"  in  the  Fuel  Type  column.  If  the  power  was  purchased  from  a  power  pool  or  wholesaler  that  will  be  filing  an  Annual  Report  with  the  Energy 
Commission  (schedules  3  and  4),  identify  the  name  of  the  pool  /  wholesaler  under  "Facility  Name. 


" - 


Facility  Name  No. 

Fuel  Type 

Location 
(State  or 
Province) 

WREGIS 
GU  ID 

EIA  ID 

FERC  QF  ID 

Gross  MWh  MWh  Resold  or 
Procured  Self-Consumed 

Net  MWh 
Procured 

Shiloh  1  Wind  Project  -  Shiloh  1  Wind  Project  LLC 

Wind 

CA 

W231 

34804 

34804 

Ridgetop  Energy.  LLC  -  Ridgetop  Energy,  LLC  (1) 

Wind 

CA 

W406 

7626 

7626 

Cameron  Ridge,  LLC  (III)  -  Cameron  Ridge  LLC  (III) 

Wind 

CA 

W407 

9301 

9301 

Altwind  1  -  Altwind  1 

Wind 

CA 

W516 

921 

921 

Altwind  2  -  Altwind  2 

Wind 

CA 

W514 

1226 

1226 

Altwind  3  -  Altwind  3 

Wind 

CA 

W749 

85 

85 

San  Gorgonio  Altwind  -  San  Gorgonio  Altwind 

Wind 

CA 

W4960 

247 

247 

San  Gorgonio  East  -  San  Gorgonio  East 

Wind 

CA 

W4764 

1148 

1148 

Victory  Garden  #  1  (Tehachapi)  -  Wind  Stream  Operations,  LLC  (V G  #  1) 

Wind 

CA 

W499 

289 

289 

Victory  Garden#  2  (Tehachapi)  -  Wind  Stream  Operations,  LLC  (VG#  2) 

Wind 

CA 

W500 

319 

319 

Victory  Garden#  3  (Tehachapi)  -  Wind  Stream  Operations,  LLC  (VG#  3) 

Wind 

CA 

W501 

202 

202 

Golden  Hills  A  -  Golden  Hills  A 

Wnd 

CA 

W4800 

60049 

35469 

35469 

Rocky  Reach  Hydro  Project 

Hydro 

WA 

W1320 

3883 

47901 

47901 

Delta  Energy  Center 

Natural  Gas 

CA 

55333 

48118 

48118 

Holm  Unit  1 

HPH1 

Hydro 

CA 

380 

37895 

37895 

225,551  | 


PROPOSED  ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION:  Power 
June  2017 

for  the  year  ending  December  31,2016 
SCHEDULE  2:  ANNUAL  POWER  CONTENT  LABEL  CALCULATION 
Applicable  to:  Load  Serving  Entities 


INSTRUCTIONS:  Total  specific  purchases  (by  fuel  type)  and  enter  these  numbers  in 
the  first  column.  Null  power  purchases  should  be  included  with  Unspecified  Power. 
REC  only  purchases  should  be  included  as  part  of  the  fuel  type  they  represent.  The 
remainder  of  this  schedule  will  be  automatically  populated  with  net  generic  purchase 
and  total  retail  sales  information  from  Schedule  1 .  Any  difference  between  total  net 
purchases  and  total  retail  sales  will  be  applied  pro-rata  to  each  non-renewable  fuel 
type.  The  pro-rata  calculations  will  then  be  divided  by  total  retail  sales  to  calculate  fuel 
mix  percentages. 


Net  Purchases 
(MWh) 

Percent  of  Total 
Retail  Sales  (MWh) 

Specific  Purchases 

Renewable 

91,637 

41% 

Biomass  &  Biowaste 

0% 

Geothermal 

0% 

Eligible  hydroelectric 

0% 

Solar 

0% 

Wind 

91 ,637 

41% 

Coal 

- 

0% 

Large  hydroelectric 

85,796 

38% 

Natural  Gas 

48,119 

21% 

Nuclear 

0% 

Other 

0% 

Total  Specific  Purchases 

225,552 

100% 

Unspecified  Power  (MWh) 
Total 

Total  Retail  Sales  (MWh) 


-  |  0% 

225,552  |  100% 

225,551  | 


] 

] 


COMMENTS: 


0 
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ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 
Power  Source  Disclosure  Program 
June  2017 

for  the  year  ending  December  31, 2016 

ATTESTATION  FORM 

Applicable  to;  All  participants  in  the  Power  Source  Disclosure  Program 


I,  Michael  Hyams,  Director,  CleanPowerSF,  declare  under  penalty  of  perjury,  that 
the  statements  contained  in  PSDP  Schedule  1  and  PSDP  Schedule  2  are  true  and 
correct  and  that  I,  as  an  authorized  agent  of  CleanPowerSF,  have  authority  to 
submit  this  report  on  the  company's  behalf.  I  further  declare  that  the  megawatt- 
hours  claimed  as  specific  purchases  as  shown  in  these  Schedules  were,  to  the 
best  of  my  knqwfecQe,  sold  once  and  only  once  to  retail  consumers. 


Signed: 


Executed  at:  San  Francisco,  CA 


dsn:  CleanPowerSF  PSD  AnnuaLReport . 201 6^.04251 7,xlsx 


2016  CleanPowerSF  Power  Content  Label 


POWER  CONTENT  LABEL  | 


ENERGY 

RESOURCES 

2016 

GREEN 

Power  Mix 

2016 

SUPERGREEN 

Power  Mix 

Eligible  Renewable 

40% 

100% 

--  Biomass  &  Biowaste 

0% 

0% 

--  Geothermal 

0% 

0% 

--  Eligible  Hydroelectric 

0% 

0% 

--  Solar  Electric 

0% 

0% 

-  Wind 

40% 

100% 

Coal 

0% 

0% 

Large  Hydroelectric 

38% 

0% 

Natural  Gas 

22% 

0% 

Nuclear 

0% 

0% 

Other 

0% 

0% 

Unspecified  Sources  of  Power 

0% 

0% 

TOTAL 

100% 

100% 

PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0118 


WHEREAS,  State  law  (Public  Utilities  Code  Sections  398.4  and  398.5)  requires  “retail 
Suppliers  of  electricity  products”  to  disclose  to  their  end  use  customers  annually  the 
electricity  sources  for  their  sales  to  those  customers;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required  to 
report  this  information  together  with  supporting  documentation  to  the  California  Energy 
Commission  (CEC)  in  the  form  of  a  Power  Source  Disclosure  (PSD)  Report;  and 

WHEREAS,  The  PSD  Report  shows  that  for  calendar  year  2016,  the  SFPUC  met  the  end 
use  customers’  needs  of  its  publicly-owned  utility  operations  with  electricity  sources  that  were 
99.2%  hydroelectric  generation  from  the  Hetch  Hetchy  system  and  0.8%  eligible  renewable 
energy  resources  under  California’s  Renewable  Portfolio  Standard;  and 

WHEREAS,  SFPUC  staff  plans  to  submit  the  PSD  Report  for  2016,  in  verified  form,  to 
the  CEC  on  or  before  June  1,  2017;  and 

WHEREAS,  CEC  regulations  allow  the  Commission  to  approve  submission  of  an 
attestation  of  veracity  in  lieu  of  having  the  report  independently  verified;  and 

WHEREAS,  SFPUC  staff  developed  the  PSD  Report  consistent  with  the  CEC’s 
regulations  using  metered  generation,  use,  and  sales  data  used  for  preparing  and  verifying 
the  SFPUC’ s  scheduling,  billing,  and  settlement  activities,  which  is  the  same  data  used  in 
other  public  reports  and  regulatory  compliance  filings;  and 

WHEREAS,  The  Acting  Manager  of  Regulatory  and  Legislative  Affairs  for  the  SFPUC 
Power  Enterprise,  as  the  designee  of  the  Assistant  General  Manager  for  Power,  has  signed  an 
attestation  of  the  veracity  of  the  PSD  Report;  now,  therefore;  be  it 

RESOLVED,  That  the  Commission  approves  the  submission  of  the  attached 
attestation  of  veracity  for  the  Power  Source  Disclosure  Report  for  Calendar  Year  2016 
attached  to  this  Resolution. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  201 7. 


Secretary,  Public  Utilities  Commission 


PROPOSED  ANNUAL  REPORT  TO  THE 
CALIFORNIA 
ENERGY  COMMISSION: 

Power  Source  Disclosure  Program 
For  Year  ending:  12/31/2016 


GENERAL  INSTRUCTIONS 


Company  Name 


|San  Francisco  Public  Utilities  Commission 


Fill  out  the  schedules  that  apply  to  your  company’s  filing  requirements. 
Please  print,  sign  the  attestation,  scan  and  e-mail  or  mail  the  attestation  to 
the  address  shown  below. 


California  Energy  Commission 
1516  9th  St.  MS-45 
Sacramento,  CA  95814 
e-mail:  <kevin.chou@energy.ca.gov> 


If  you  have  questions,  contact  Kevin  Chou  at  (916)  653-1628  or 
<kevin.chou@energy.ca.gov>. 


NOTE:  Information  submitted  in  this  report  is  not 
automatically  held  confidential.  If  your  company  wishes  the 
information  you  submit  to  be  held  in  confidence,  it  will  be 
necessary  to  submit  an  application  for  confidentiality. 
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PROPOSED  ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION:  Power 
June  2017 

for  the  year  ending  December  31,  2016 
SCHEDULE  2:  ANNUAL  POWER  CONTENT  LABEL  CALCULATION 
Applicable  to:  Load  Serving  Entities 


INSTRUCTIONS:  Total  specific  purchases  (by  fuel  type)  and  enter  these  numbers  in 
the  first  column.  Null  power  purchases  should  be  included  with  Unspecified  Power. 
REC  only  purchases  should  be  included  as  part  of  the  fuel  type  they  represent.  The 
remainder  of  this  schedule  will  be  automatically  populated  with  net  generic  purchase 
and  total  retail  sales  information  from  Schedule  1 .  Any  difference  between  total  net 
purchases  and  total  retail  sales  will  be  applied  pro-rata  to  each  non-renewable  fuel 
type.  The  pro-rata  calculations  will  then  be  divided  by  total  retail  sales  to  calculate  fuel 
mix  percentages. 


Unspecified  Power  (MWh) 


Total 


Total  Retail  Sales  (MWh) 


Net  Purchases 
(MWh) 

Percent  of  Total 
Retail  Sales  (MWh) 

Specific  Purchases 

Renewable 

7,830 

1% 

Biomass  &  Biowaste 

0% 

Geothermal 

0% 

Eligible  hydroelectric 

0% 

Solar 

0% 

Wind 

7,830 

1% 

Coal 

0% 

Large  hydroelectric 

946,658 

99% 

Natural  Gas 

0% 

Nuclear 

0% 

Other 

0% 

Total  Specific  Purchases 

954,488 

100% 

I 


954,488  | 


954,488  | 


0% 


COMMENTS: 


0 
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PROPOSED  ANNUAL  REPORT  TO  THE  CALIFORNIA  ENERGY  COMMISSION: 
Power  Source  Disclosure  Program 
June  2017 

for  the  year  ending  December  31,  2016 

ATTESTATION  FORM 

Applicable  to:  All  participants  in  the  Power  Source  Disclosure  Program 


I,  (print  name  and  title) _ James  Hendry _ j  declare 

under  penalty  of  perjury,  that  the  statements  contained  in  Schedules  _ 1 

and  2 _  are  true  and  correct  and  that  I,  as  an  authorized  agent  of  San 

Francisco  Public  Utilities  Commission,  have  authority  to  submit  this  report  on 
the  company's  behalf.  I  further  declare  that  the  megawatt-hours  claimed  as 
specific  purchases  as  shown  in  these  Schedules  were,  to  the  best  of  my 
knowledge,  sold  once  and  only  once  to  retail  consumers. 


Signed:  Isl  James  Hendry 

Dated:  05/02/17 _ 


CONTACT  INFORMATION 


[James  Hendry 


J 


=]San  Francisco  Public  Utilities  Commission 

■525  Golden  Gate  Ave.  FL7  I 


■San  Francisco.  CA  94102 


1(415)  554-1854 


|ihendrv@sfwater.or~ 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0119 


WHEREAS,  On  December  11,  2012,  this  Commission  awarded  Agreement  No.  CS-246, 
Technical  Support  Services,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement  in  the 
amount  of  $2,000,000  and  with  a  term  of  four  years,  six  months,  18  days,  concluding  on  June  30, 
2017,  with  Utility  System  Efficiencies,  Inc.  (USE);  and 

WHEREAS,  Amendment  No.  1  was  requested  to  extend  the  agreement  term  by  one  year, 
to  June  30,  2018,  in  order  to  ensure  the  availability  of  USE  consulting  support  during  Hetch 
Hetchy  Water  and  Power’s  (HHWP’s)  next  Western  Electricity  Coordinating  Council  (WECC) 
Compliance  Audit;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  increase  the  not-to-exceed 
agreement  amount  by  $3,000,000  and  to  extend  the  agreement  term  by  two  years  to  June  30, 
2020,  for  a  total  not-to-exceed  agreement  amount  of  $5,000,000  and  a  total  not-to-exceed 
agreement  duration  of  seven  years,  six  months,  and  18  days,  in  order  to  maintain  access  for 
Hetch  Hetchy  Water  and  Power  to  regulatory  support  services;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8  of  the  San  Francisco  Administrative  Code,  the 
San  Francisco  Contract  Monitoring  Division  (CMD)  has  waived  the  Local  Business  Enterprise 
subcontracting  requirement  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  from  current  and  future 
appropriations  to  HHWP  programmatic  project  PUH504  WECC/NERC  Compliance;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  project- 
funded  Agreement  No.  CS-246,  Technical  Support  Services,  with  USE,  to  maintain  access  to 
regulatory  support  services,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this 
amendment,  increasing  the  agreement  amount  by  $3,000,000,  for  a  total  not-to-exceed  agreement 
amount  of  $5,000,000,  and  with  a  time  extension  of  two  years,  for  a  total  agreement  duration  of 
seven  years,  six  months,  and  1 8  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  201 7. 


/jMAjUL  -dskndl . _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0120 


WHEREAS,  Hetchy  Capital  Improvement  Projects  (HCIP)  funded  Contract  No.  DB- 
127R,  Warnerville  Substation  Rehabilitation  Project,  was  advertised  on  JanuarylO,  2017;  and 

WHEREAS,  The  procurement  of  the  services  of  a  qualified  firm  to  provide  specialized 
design  build  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  cost  of  the  design-build  agreement  shall  not  exceed  $21,639,991  over 
the  life  of  the  contract  and 

WHEREAS,  The  contract  duration  is  714  Calendar  Days  from  NTP  to  completion;  and 

WHEREAS,  On  March  31,  2016,  the  Planning  Department  determined  that  the  project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  Section 
15301(b)  Existing  Facilities,  Class  1;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  April  24,  2017;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  resulted  in  the  establishment  of  RES- 
System  3,  LLC  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  requirement  of  12% 
participation  for  design  work  and  5%  for  construction  work  for  this  contract,  and  the  contractor 
committed  to  a  LBE  participation  of  13.51%  for  design  work  and  5.66%  for  construction  work 
with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  HCIP  Project  No.  CUH101-15  -  Warnerville 
Substation  Rehabilitation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  RES  System  3, 
LLC;  awards  HCIP  funded  Contract  No.  DB-127R,  Wamerville  Substation  Rehabilitation 
Project,  in  the  amount  up  to  $21,639,991,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  RES  System  3,  LLC,  and  authorizes  the  General  Manager  to  execute  a  design-build 
agreement  with  RES  System  3,  LLC,  consistent  with  the  requirements  of  Section  6.61(G)  of  the 
San  Francisco  Administrative  Code. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  2107. 


_ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0121 


WHEREAS,  Contract  No.  WD-2818,  Sunol  Valley  Water  Treatment  Plant  SCADA  Server 
Room  was  advertised  on  February  10,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $1,000,000  for  this  construction  contract  work  to 
relocate  the  Sunol  Valley  Water  Treatment  Plant  (SVWTP)  Supervisory,  Control,  and  Data  Acquisition 
(SCADA)  Server  Room;  and 

WHEREAS,  The  contract  duration  is  243  consecutive  calendar  days  to  final  completion;  and 

WHEREAS,  On  October  24,  2016,  the  Planning  Department  determined  that  the  project  is 
categorically  exempt  under  California  Environmental  Quality  Act  Guidelines  Section  15301,  Class 
1 1  (Accessory  Structures);  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  March  30,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract  Monitoring 
Division  (CMD)  reviewed  the  bids  for  qualifications,  responsibility,  responsiveness  and  application  of 
bid  preferences,  and  this  review  resulted  in  the  establishment  of  Integra  Construction  Services,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontractor  participation 
requirement  of  20%  for  this  contract,  and  Integra  Construction  committed  to  27%  LBE  participation 
with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance  with  the 
Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at  the  time  of  the 
award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the  bidder  to  obtain  a 
compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the  next  lowest,  responsible 
and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW2720207,  SVWTP  SCADA  Server 
Room;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and  awards 
Water  Enterprise  bond  funded  Contract  No.  WD-2818,  Sunol  Valley  Water  Treatment  Plant  SCADA 
Server  Room,  in  the  amount  of  $1,011,171,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Integra  Construction  Services,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  2017. 


'Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0122 


WHEREAS,  Cherry  Reservoir  Watershed,  Cherry  Reservoir,  and  Cherry  Creek  above  the 
to  SFPUC’s  Lower  Cherry  Diversion  Dam  are  approved  standby  water  sources  for  the  San 
Francisco  Regional  Water  System  (SFRWS),  and  the  Cherry  Creek  watershed  is  located  entirely 
on  lands  within  the  Stanislaus  National  Forest  (SNF);  and 

WHEREAS,  While  water  from  the  Cherry  Creek  watershed  is  normally  used  for 
generation  of  power  and  to  meet  Raker  Act  flow  release  obligations  to  the  Modesto  and  Turlock 
Irrigation  Districts,  during  droughts  the  Lower  Cherry  Aqueduct  can  be  used  to  transport  water 
to  the  Mountain  Tunnel  for  delivery  to  the  Bay  Area;  and 

WHEREAS,  Water  from  the  Cherry  Creek  watershed  used  for  domestic  purposes  must  be 
treated  at  the  Sunol  Valley  Water  Treatment  Plant,  and  in  order  to  maintain  the  existing  high 
quality  of  this  resource  Hetch  Hetchy  Water  and  Power  works  with  STF  as  the  landowner  to 
undertake  activities  to  protect  water  quality  within  the  watershed;  and 

WHEREAS,  The  SFPUC  and  the  SNF  have  a  long  history  of  cooperation  with  the 
common  goals  of  protecting  water  quality  and  stewardship  of  environmental  resources,  enabling 
the  SFPUC  to  secure  essential  facilities  and  meet  system  reliability  needs;  and 

WHEREAS,  This  agreement  will  provide  funding  to  improve  and  maintain  water  quality 
through  patrolling,  public  education,  stock  management,  campsite  restoration,  garbage  removal, 
and  basic  law  enforcement  within  the  Cherry  Creek  Watershed;  and 

WHEREAS,  The  estimated  cost  of  services  provided  by  SNF  is  $806,919;  and 

WHEREAS,  Services  are  anticipated  to  begin  on  July  1,  2017  and  end  on  June  30,  2022; 
the  total  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  The  Agreement  will  be  funded  from  future  appropriations  to  Hetch  Hetchy 
Water  and  Power’s  Operating  Budget,  and  future  funding  requests  will  be  submitted  and 
approved  based  upon  the  City  and  County  of  San  Francisco’s  budget  cycle;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Agreement  with  the  United 
States  Department  of  Agriculture,  U.S.  Forest  Service,  Stanislaus  National  Forest,  for  an  amount 
not  to  exceed  $806,919,  and  with  a  total  duration  of  five  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  23,  201 7. 

_ i/UVi-L.  ■  l  _  -7/ _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0123 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
consisting  of  approximately  199  acres  of  SFPUC  Parcel  31  in  the  Peninsula  Watershed  in 
Burlingame,  California  (Premises);  and 

WHEREAS,  In  1996,  the  SFPUC  awarded  a  20-year  lease  (Original  Lease)  to  Crystal 
Springs  Golf  Partners,  LP  (Tenant)  as  the  successful  bidder  in  a  competitive  bidding  process,  for 
the  operation  of  an  18-hole  regulation  length  municipal  golf  course  and  driving  range  on  the 
Premises;  and 

WHEREAS,  The  Original  Lease  expired  on  March  31,  2017,  and  Tenant  desires  to  obtain 
a  new  lease  to  continue  operating  the  municipal  golf  course  and  driving  range  at  the  Premises; 
and 

WHEREAS,  Since  the  Original  Lease’s  inception  in  1996,  the  golf  course  market  has 
softened  due  to  falling  customer  demand  and  an  oversupply  of  new  golf  courses  both  nationally 
and  in  the  Bay  Area,  and  in  2003,  in  response  to  these  conditions,  the  SFPUC  amended  the 
Original  Lease  to  provide  a  rent  reduction  to  Tenant;  and 

WHEREAS,  In  2011,  Tenant  approached  SFPUC  staff  with  a  request  for  an  additional 
rent  reduction  and  a  lease  term  extension  in  response  to  a  further  softening  of  customer  demand 
and  worsening  financial  performance  caused  by  the  Great  Recession;  and 

WHEREAS,  The  SFPUC  did  not  act  on  Tenant’s  2011  request  at  the  time,  but  staff 
agreed  to  consider  the  request  after  consulting  with  experts  in  the  golf  course  industry;  and 

WHEREAS,  To  inform  the  SFPUC’s  economic  decisions  regarding  the  Premises,  SFPUC 
staff  relied  on  the  advice  of  consultants  including  Economic  &  Planning  Systems,  Inc.  (EPS),  an 
economic  consulting  firm,  and  Pro  Forma  Advisors  LLC  (Pro  Forma  Advisors),  a  firm  which 
specializes  in  market  analysis,  financial  feasibility,  economic  impact  studies  and  appraisals  for 
large-scale  real  estate  developments,  including  golf  courses;  and 

WHEREAS,  The  SFPUC’s  consultants  found  that  after  sharp  declines  in  overall 
economic  performance  of  golf  courses  over  the  past  10  to  15  years  due  to  a  20%  decline  in  the 
number  of  golfers,  the  Bay  Area  golf  market  has  stabilized  over  the  past  three  years.  The 
SFPUC’s  consultants  further  found  that  the  financial  performance  of  Bay  Area  golf  courses 
remains  relatively  flat,  and  the  mid-to-long-term  outlook  for  the  regional  golf  market  is  highly 
uncertain;  and 

WHEREAS,  The  high  fixed  cost  nature  of  the  golf  course  business,  coupled  with  the 
required  capital  investment  and  the  high  uncertainty  of  future  demand  for  golf  translates  to  very 
high  risk  for  investors  in  the  golf  industry;  and 


WHEREAS,  To  minimize  this  risk,  the  SFPUC  is  seeking  a  lease  rather  than  a  fixed 
management  fee  arrangement  with  a  golf  course  operator  whereby  the  operator  would  retain  all 
operating  revenues  and  costs  and  pay  a  percentage  of  gross  revenue  to  the  SFPUC  with  a 
minimum  base  rent,  requiring  the  operator  to  fund  any  operating  shortfalls;  and 

WHEREAS,  Golf  course  operators  prefer  a  contract  fee  model,  whereby  property  owners 
retain  operating  revenues  and  costs  and  pay  the  operator  a  fee,  requiring  the  property  owner  to 
fund  any  operating  shortfalls;  and 

WHEREAS,  In  2014,  SFPUC  staff  asked  EPS  to  evaluate  the  likelihood  of  a  successful 
request  for  proposals  (RFP)  process  for  a  new  golf  course  lease  to  replace  the  Original  Lease 
upon  expiration;  and 

WHEREAS,  EPS’s  analysis  of  recent  RFP  releases  confirm  that  golf  course  operators 
prefer  a  contract  fee  structure  in  order  to  reduce  financial  risk,  suggesting  that  a  RFP  for  a  lease 
participation  structure  would  not  likely  result  in  better  deal  terms  for  the  SFPUC.  Recent 
attempts  by  public  agencies  to  lease  courses  have  resulted  in  few  or  no  bids,  and  proposed  terms 
have  included  substantially  reduced  rent  or  rent  credits  for  rapid  recovery  of  any  invested  capital. 
For  example,  the  County  of  Los  Angeles  received  no  bids  on  the  Marshall  Canyon  golf  course, 
the  City  of  Portland  received  no  qualified  bids  for  the  Heron  Lake  golf  course,  and  the  Los 
Angeles  Department  of  Airports  received  only  one  bid  for  the  Westchester  golf  course  from  its 
incumbent  operator;  and 

WHEREAS,  EPS  concluded  that  given  the  ongoing  soft  economic  conditions  of  the  golf 
course  industry,  the  continuing  capital  investment  needs  at  the  Golf  Course,  and  the  likelihood  of 
low  tenant  interest  in  responding  to  an  RFP  by  the  SFPUC  due  to  golf  operators’  preference  for  a 
management  fee  arrangement  rather  than  a  lease  structure,  especially  a  lease  requiring  tenant- 
funded  capital  investments,  there  is  a  substantial  risk  that  the  SFPUC’ s  issuance  of  an  RFP  will 
yield  disadvantageous  rent  terms  to  the  SFPUC  or  a  golf  course  tenant  that  does  not  suit  the 
SFPUC’ s  needs;  and 

WHEREAS,  Based  on  the  advice  of  the  SFPUC’s  consultants,  SFPUC  staff  concluded 
that  it  is  impractical  to  competitively  bid  the  new  lease  opportunity  and  instead  negotiated  with 
Tenant  proposed  terms  and  conditions  of  a  new  20-year  lease  in  the  form  attached  to  this 
Resolution  as  Exhibit  A  and  incorporated  herein  (New  Long-Term  Lease);  and 

WHEREAS,  The  SFPUC  and  Tenant  negotiated  in  good  faith  for  over  a  year  to  finalize 
the  terms  and  conditions  of  the  proposed  New  Long-Term  Lease,  and  although  lease  negotiations 
are  completed,  due  to  no  fault  of  Tenant  there  was  insufficient  time  to  seek  the  necessary  City 
approvals  of  the  proposed  New  Long-Term  Lease  prior  to  the  expiration  of  the  Original  Lease; 
and 

WHEREAS,  the  SFPUC  and  Tenant  entered  into  a  new  month-to-month  lease  so  that 
Tenant  can  continue  to  operate  the  golf  course  while  seeking  City  approval  of  the  proposed  New 
Long-Term  Lease;  and 

WHEREAS,  The  New  Long-Term  Lease  fair  market  rent  structure  was  determined  using 
a  comprehensive  financial  model  developed  by  SFPUC  staff  (SFPUC  Model)  that  determined  the 
percentage  rent  and  base  rent  structure  based  on  an  expected  internal  rate  of  return  (IRR)  on 
Tenant’s  required  investment;  and 


WHEREAS,  The  SFPUC  consulted  with  leading  industry  experts  to  validate  the  proposed 
fair  market  rent  structure  throughout  the  negotiations  with  Tenant;  and 

WHEREAS,  Under  Professional  Services  Contract  CS-287,  Century  Urban,  a  SFPUC 
sub-consultant  specializing  in  economic  and  feasibility  analysis  and  asset  management,  validated 
the  SFPUC  Model;  and 

WHEREAS,  Pro  Forma  Advisors  vetted  the  proposed  fair  market  rent  structure  reflected 
in  the  SFPUC  Model,  and  in  its  view,  concluded  that  given  the  current  and  anticipated  market 
conditions,  and  expected  operating  performance  at  Crystal  Springs,  the  proposed  rent  structure  is 
well  within  the  range  of  current  fair  market  rental  terms;  and 

WHEREAS,  Pro  Forma  Advisors  cited  the  annual  Financing  and  Investment  Survey  from 
the  Society  of  Golf  Course  Appraisers,  an  organization  dedicated  to  the  advancement  of  the  golf 
course  consulting  and  valuation  profession,  that  showed  that  the  expected  IRR  for  golf  courses 
ranges  from  10  percent  to  22  percent,  averaging  14  percent;  and 

WHEREAS,  Given  the  above,  SFPUC  staff  determined  that  the  projected  IRR  of  13.95 
percent  under  the  SFPUC  Model  for  Crystal  Springs  is  consistent  with  current  industry 
investment  criteria;  and 

WHEREAS,  SFPUC  staff  have  consulted  with  the  Director  of  Property,  who  concurs  that 
the  proposed  rent  structure  reflects  fair  market  rent;  and  given  that  such  proposed  rent  is  less  than 
$45  per  square  foot,  and  the  rent  structure  has  been  validated  by  an  independent,  qualified  golf 
course  appraiser,  Administrative  Code  Section  23.30  does  not  require  a  formal  appraisal;  and 

WHEREAS,  Any  capital  improvements  proposed  by  Tenant  will  be  subject  to  prior 
SFPUC  approval,  and  the  New  Long-Term  Lease  expressly  acknowledges  that  the  SFPUC  may 
not  consider  the  proposed  improvements  before  completion  of  all  environmental  review  required 
by  law,  and 

WHEREAS,  the  new  lease  would  entail  minor  alterations  to  existing  facilities,  no  new 
ground  disturbance,  and  no  vegetation  removal  with  the  exception  of  dead,  previously-planted 
trees;  and  any  subsequent  capital  improvements  would  be  subject  to  subsequent  approvals  by 
SFPUC's  Natural  Resources  Land  Mangement  Division  (NRLMD)  and  to  the  provisions  of  the 
Peninsula  Watershed  Management  Plan  (SFPUC  1998),  and  contingent  on  future  reviews  by  the 
Bureau  of  Environmental  Management  and  the  Planning  Department,  and  the  proposed  lease  is 
exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  CEQA  Guidelines 
Section  15301,  Class  l(Existing  Facilities);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  the  proposed  New  Long-Term  Lease; 
and  be  it 

FURTHER  RESOLVED,  That  based  on  the  advice  of  the  SFPUC’s  consultants,  this 
Commission  finds  that  it  would  be  impractical  to  competitively  bid  the  opportunity  for  a  new 
golf  course  lease  at  the  Premises;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  New  Long-Term  Lease;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  the  City’s  Director  of  Property  to  seek  approval  by  the  Board  of  Supervisors  and 
Mayor  of  the  New  Long-Term  Lease  under  Charter  section  9.118  and,  upon  such  approval,  to 
execute  the  New  Long-Term  Lease  in  substantially  the  form  of  attached  Exhibit  A;  and  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  the  Board  of  Supervisors  and  Mayor, 
this  Commission  authorizes  the  SFPUC  General  Manager  and  the  City's  Director  of  Property  to 
enter  into  any  amendments  or  modifications  to  this  New  Long-Term  Lease,  including  without 
limitation,  the  exhibits,  they  or  the  City  Attorney  believe  are  in  the  best  interest  of  the  City;  do 
not  materially  increase  the  obligations  or  liabilities  of  the  City  or  materially  diminish  the  benefits 
to  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  this  resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  May  23,  201 7. 

_ /jJkxttfi  SiutL^ _ 

Secretary,  Public  Utilities  Commission 
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Edwin  M.  Lee 
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AGENDA 

Tuesday,  June  13,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.oro 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.comA/iewPublisher.Dhp7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  71 -Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  htto://www.sfwater.org/index.aspx?paQe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paae=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  May  23,  2017 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (Moran) 

a)  Adoption  of  a  Resolution  in  support  of  the  nomination  of 

170126  Anson  B.  Moran  as  a  Board  Member  for  the  Association 
of  California  Water  Agencies,  Region  5 


7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update  (Hale) 

b)  Hetch  Hetchy  Water  &  Power  Capital  Improvement  Program 

(CIP)  Quarterly  Report  (How) 

c)  Wastewater  Enterprise  CIP  Quarterly  Report  (How) 

d)  Sewer  System  Improvement  Program  Update  (How) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13?h  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Approve  Amendment  No.  1  to  Agreement  CS-1060,  San  Francisco  Public 
170121  Utilities  Commission  Executive  Search  Services  with  The  Hawkins 

Company,  to  conduct  executive  searches  and  oversee  completion  of  a 
compensation  survey  for  the  General  Manager  position;  and  authorize  the 


General  Manager  to  execute  this  amendment,  increasing  the  agreement 
up  to  $99,000,  for  a  total  not-to-exceed  agreement  amount  of  $136,000, 
and  with  a  time  extension  of  six  months,  for  a  total  agreement  duration  of 
one  year  and  six  months.  (Carlin) 


170128 


170129 


b)  Approve  the  assignment  and  assumption  of  Agreement  No.  CS-127.A, 

As-Needed  Building  Commissioning;  and  authorize  the  General  Manager  to 
execute  an  Assignment  and  Assumption  Agreement  for  the  existing 
Agreement  No.  CS-127.A,  from  EnerNOC,  Inc.,  to  Enpowered  Solutions, 
LLC.  (How) 

c)  Approve  the  assignment  and  assumption  of  Agreement  No.  CS-193.C, 

As-Needed  Energy  Efficiency  Services;  and  authorize  the  General 
Manager  to  execute  an  Assignment  and  Assumption  Agreement  for  the 
existing  Agreement  No.  CS-193.C,  from  EnerNOC,  Inc.,  to  Enpowered 
Solutions,  LLC.  (How) 


d)  Approve  Amendment  No.  2  to  Agreement  No.  CS-224.A,  System 
Integration  and  Support  Services  -  Related  to  Project  Controls,  with  MLok 
Consulting,  Inc.,  to  provide  the  SFPUC  with  continued  specialized  system 
1 1 0 1  o  0  integration  and  support  services  to  implement  and  improve  the  delivery  of  its 
capital  improvement  programs  and  capital  projects  for  all  Enterprises;  and 
authorize  the  General  Manager  to  execute  this  amendment,  increasing 
the  agreement  up  to  $750,000,  for  a  total  not-to-exceed  agreement 
amount  of  $6,100,000,  with  no  change  to  the  contract  duration. 

(How) 


170131 


e)  Approve  Amendment  No.  1  to  Agreement  No.  CS-324A,  Security 
Consulting  and  Design  Services,  with  CH2M  Hill  Engineers,  Inc.;  and 
authorize  the  General  Manager  to  negotiate  and  execute  this  amendment 
extending  the  term  up  to  one  year,  for  a  total  agreement  duration  of  four 
years,  with  no  change  to  the  contract  amount.  (How) 


f)  Approve  an  increase  in  the  construction  contract  cost  contingency  of 
I?  i  ,  o  $2,494,000,  and  an  increase  to  the  existing  duration  contingency  of  32 

1  i  U 1 3  2  consecutive  calendar  days  for  Contract  No.  HH-983,  Cherry  Dam  Outlet 

Works  Rehabilitation;  and  Authorize  the  General  Manager  to  approve 
future  modifications  to  the  contract  for  a  total  revised  contract  amount  of 
up  to  $5,863,740,  and  a  total  contract  duration  of  up  to  670  consecutive 
calendar  days.  This  action  constitutes  the  Approval  Action  for  the  project  for 
the  purposes  of  CEQA,  pursuant  to  Section  31.04(h)  of  the  San  Francisco 
Administrative  Code.  (How) 


9) 

170133 


Accept  the  work  performed  by  Azul  Works,  Inc.,  for  Contract  No.  WD- 
2705,  Town  of  Sunol  Fire  Suppression  System,  for  a  total  contract  amount 
of  $6,568,503,  and  with  a  total  contract  duration  of  1,029  consecutive 
calendar  days  (approximately  two  years  and  10  months);  and  authorize 
final  payment  to  the  contractor.  (How) 


170134 


h)  Approve  an  increase  in  the  construction  contract  duration  contingency 
for  Contract  No.  WD-2746,  Auxiliary  Water  Supply  System  New  Cisterns 
E,  of  up  to  200  consecutive  calendar  days  (approximately  seven  months); 


and  authorize  the  General  Manager  to  approve  future  modifications  to 
the  contract,  for  a  total  revised  contract  duration  of  up  to  700  consecutive 
calendar  days  (approximately  one  year  and  1 1  months),  with  no  change  to 
the  contract  amount.  (How) 


170135 


i)  Accept  work  performed  by  Anvil  Builders,  Inc.,  for  Contract  No.  WW-579, 
North  Point  Facility  Dewatering  Pump  Replacement  and  Electrical  Upgrade, 
for  a  total  contract  amount  of  $950,295,  and  with  a  total  contract 
duration  of  467  consecutive  calendar  days  (approximately  one  year  and 
three  months);  and  authorize  final  payment  to  the  contractor. 

(How) 


170136 


j)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-599R, 
Southeast  Water  Pollution  Control  Plant  (SEP)  Cryogenic  Oxygen  Plant 
Demolition  and  Liquid  Oxygen  System  Upgrades,  in  the  amount  of 
$6,547,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal 
State  Constructors,  Inc.,  to  demolish  the  existing  cryogenic  oxygen  plant  at 
SEP  and  to  construct  a  new  liquid  oxygen  system  consisting  of  four  vertical 
storage  tanks,  vaporizers  and  an  unloading  station.  This  action  constitutes 
the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 
Section  31.04(h)  of  the  San  Francisco  Administrative  Code.  (How) 


k)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
17  01  qQ  execute  a  five-year  revocable  license  to  the  City  of  Redwood  City,  to 

1  (  U 1  o  o  use  approximately  1 80  linear  feet  of  SFPUC  Parcel  Numbers  340-A  and 
339-B  in  Redwood  City,  California,  to  install  and  maintain  an  underground 
12-inch  ductile  iron  pipe,  for  no  annual  use  fee.  (Carlin) 


I)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  five-year  revocable  license  to  Sequoia  Union  Unified  School 
District  to  use  approximately  50,000  square  feet  of  SFPUC  Parcel  Nos. 
328-B,  328-C  and  328-D,  adjacent  to  Woodside  High  School  at  199 
Churchill  Avenue,  Woodside,  California,  to  install  and  maintain  of  an 
underground  10-inch  diameter  plastic  fire  service  pipeline  and  to  operate 
and  maintain  existing  landscaping  and  irrigation  facilities,  for  no  annual  use 
fee.  (Carlin) 


170136 


m)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2832, 
Sunol  Nursery,  in  the  amount  of  $2,194,000,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  JDB  and  Sons  Construction,  Inc.,  to 
install  a  temporary  native  plant  nursery.  (How) 


REGULAR  CALENDAR 


9.  Approve  Amendment  No.  1  to  Agreement  No.  CS-197,  San  Mateo 
170140  Thommint  Seeds  Planting,  with  Creekside  Center  for  Earth  Observation,  LLC; 

and  authorize  the  General  Manager  to  execute  this  amendment,  increasing 
the  agreement  by  $24,000,  for  a  total  not-to-exceed  agreement  amount  of 
$120,000,  and  with  a  time  extension  up  to  three  years,  six  months,  for  a 
total  agreement  duration  of  nine  years,  six  months.  (Ritchie) 


10. 

170141 


11. 

170142 

12. 

170143 

13. 

170144 

14. 

170145 


15. 

16. 


Approve  an  increase  in  the  construction  contract  duration  contingency 
up  to  270  consecutive  calendar  days  (approximately  nine  months),  for 
Contract  No.  WW-556,  Southeast  Water  Pollution  Control  Plant  (SEP) 
Chemical  System  Relocation  and  Facility  Upgrades;  and  authorize  the  General 
Manager,  or  his  designee,  to  approve  future  modifications  to  the  contract  for 
a  total  revised  contract  duration  of  up  to  1 ,290  consecutive  calendar  days 
(approximately  three  years  and  six  months).  The  requested  increase  in  the 
contract  duration  contingency  is  needed  due  to  the  recent  failures  with  the 
Distributed  Control  System  that  require  modifications  to  the  SEP  Building  200 
Aeration  Control  and  Sodium  Hypochlorite  delivery  systems  for  repair. 

(How) 

Approve  the  Water  Supply  Assessment  for  the  proposed  3333  California 
Street  Project,  pursuant  to  the  State  of  California  Water  Code  Section  10910 
etseq.  and  CEQA  Section  21151.9  and  CEQA  Guidelines  Section  15155. 

(Ritchie) 

Approve  the  Railroad  Maintenance  Agreement  for  intersection 
improvements  at  Mission  Bay  Drive  and  7th  Street;  Adopt  findings  under  the 
CEQA;  Approve  the  terms  and  conditions  of  and  authorize  the  General 
Manager  to  execute  the  Railroad  Maintenance  Agreement  with  the  Peninsula 
Corridor  Joint  Powers  Board,  allowing  the  SFPUC  to  maintain  a  storm  drain 
within  a  JPB  easement.  (Carlin) 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  seek 
Board  of  Supervisors  approval  and  execute  a  seven-year  license,  with  three 
additional  renewal  periods  of  five  years  each,  between  American  Towers 
LLC  and  the  SFPUC,  for  the  use  a  portion  of  San  Bruno  Mountain  Tower  3, 
located  at  Tower  Facility,  300  Radio  Road,  in  Daly  City,  California,  for  the 
installation,  maintenance,  and  operation  of  SFPUC  microwave  communications 
antennas,  radio  communication,  and  other  general  telecommunications 
equipment,  at  an  initial  annual  rent  of  $22,800,  with  four  percent  annual  rent 
increases.  (Carlin) 

Adopt  a  finding  declaring  that  the  improved  property  at  7484  Sheridan 
Road  in  Sunol,  unincorporated  Alameda  County,  California,  is  surplus  to 

the  San  Francisco  Public  Utilities  Commission’s  current  and  future  utility  needs; 
Authorize  the  General  Manager  to  negotiate  and  execute  an  Agreement  to 
sell  the  Property  for  $3,550,000  to  Timothy  Su  and  Lan  Fong  Chen,  husband 
and  wife;  Authorize  a  request  to  the  Board  of  Supervisors  and  the  Mayor  to 
approve  the  Property  sale,  subject  to  the  terms  of  the  Agreement. 

(Carlin) 

Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 
(d)(1)  (Milstein) 

Existing  Litigation 

Matt  Pear  et  al  v  City  and  County  of  San  Francisco,  on  remand 
Santa  Clara  Superior  Court  Case  No.:  1 12CV227801 
City  Attorney  File  No.:  130094/ Date  Filed  July  5,  2012 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Milstein) 

Anticipated  Litigation  as  Plaintiff 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Milstein) 

Anticipated  Litigation  as  Defendant 

20.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco 
Administrative  Code  Section  67.10(b)  Public  Employee  Performance  Evaluation 
and  terms  of  Employment  for  Harlan  L.  Kelly,  Jr.,  as  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission. 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/1 5. 

Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 


Case  No.:  ER  15-703-000/Date  Filed  December  23,  2014 


23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-704-000/Date  Filed:  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

26.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

(Carroll) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

27.  Announcement  following  Closed  Session. 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

29.  Other  New  Business. 

30.  Adjournment. 


San  Francisco 
Water 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


Minutes 

Tuesday,  June  13,  2017 

(Approved  July  11, 2017) 


1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:37  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 
Commissioner  Caen  arrived  at  1:42  PM. 

Commissioner  Courtney  arrived  at  1:45  PM. 

3.  Approval  of  the  Minutes  of  May  23,  201 7 

On  Motion  to  approve  the  Minutes  of  May  23,  2017: 

Ayes:  Moran,  Kwon,  and  Vietor 

4.  General  Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  the  move  of  the  Contract  Assistance 
Center.  He  expressed  the  need  for  work  and  training  for  inner-city  youth. 

Commissioner  Caen  arrived  at  1:42  PM. 

•  Mr.  Al  Norman  discussed  the  Oxygen  Plant  and  the  Contractor  Assistance 
Center. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Other  Commission  Business 

Commissioner  Caen  questioned  why  the  SFPUC  is  blending  groundwater  into 
the  system  when  water  is  being  spilled  from  Hetch  Hetchy,  and  she  requested 
more  information  as  to  why  blending  is  necessary. 

Commissioner  Courtney  arrived  at  1:45  PM. 

Public  Comments 

•  Mr.  Francisco  DaCosta  discussed  groundwater  and  expressed  the  need  for 
common  sense. 

General  Manager  (GM)  Kelly  provided  additional  response  to  Commissioner 
Caen’s  concern,  stating  no  blending  has  yet  occurred.  He  noted  efforts  needed 
to  diversify  water  supply. 

a)  Adoption  of  a  Resolution  in  support  of  the  nomination  of  Anson  B.  Moran  as 

a  Board  Member  for  the  Association  of  California  Water  Agencies  (ACWA), 

Region  5  (Resolution  17-0126) 

President  Moran  indicated  his  desire  to  remain  as  a  Board  Member  for  the 
ACWA  Region  5,  and  requested  Commission  approval  of  his  nomination. 
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On  Motion  to  approve  the  nomination  of  Anson  B.  Moran  as  a  Board  Member 
for  the  ACWA  Region  5: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

President  Moran  requested  a  presentation  regarding  the  blending  of 
groundwater  be  scheduled  for  the  July  1 1th  meeting. 

Commissioner  Vietor  requested  the  presentation  include  the  possibility  of 
allocating  blended  water  into  non-potable  sources,  and  information  regarding 
what  happens  to  wholesale  customers,  with  regard  to  blended  water. 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update  (Hale) 

Ms.  Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  update:  (1)  Enrollment:  81,000  sites  enrolled;  Opt-out  rate  is 
at  3.3%;  SuperGreen  upgrades  at  3.4%;  and  there  is  a  waitlist  of  173,  with 
47%  of  those  requesting  SuperGreen  upgrades;  (2)  LAFCo:  SFPUC  staff 
presented  the  Growth  Plan  to  LAFCo,  and  received  positive  feedback;  GM 
sought  Board  approval  for  the  amended  MOU  with  LAFCo,  but  the  item  did 
not  pass  out  of  committee.  Staff  will  report  back  if  there  is  further  action;  (3) 
Outreach  and  Communications:  A  State-required  rate  comparison  mailer  will 
soon  go  out  (draft  under  review  at  the  CPUC);  A  meeting  was  held  with 
stakeholders  on  communications  and  outreach  efforts,  with  key  takeaways: 
increase  social  media  presence;  provide  more  detail  on  outreach  budget ; 
and  increase  collaboration  with  Department  of  Environment;  (4)  Regulatory 
Activity:  SFPUC  remains  active  on  cases  filed  with  the  CPUC;  Protest  filed 
regarding  procurement  allocation  mechanism  application  (PCI A 
replacement);  and  working  on  CCA  Bond  case. 

Public  Comments 

•  Mr.  Francisco  DaCosta  stated  the  SFPUC  should  utilize  their  land  for 
farming  energy. 

•  Mr.  Jason  Fried,  LAFCo,  thanked  the  GM  and  staff  for  their  work.  He 
discussed  LAFCo’s  commitment  to  CleanPowerSF. 

b)  Hetch  Hetchv  Water  &  Power  (HHWP)  Capital  Improvement  Program  (CIP) 

Quarterly  Report 

Mr.  Dan  Wade,  Director,  Water  Capital  Projects  and  Programs,  provided  a 
HHWP  CIP  Quarterly  report.  He  began  with  a  discussion  of  the  report 
variances:  (1)  San  Joaquin  Pipeline  Rehabilitation;  (2)  Lower  Cherry 
Aqueduct;  and  (3)  Powerhouse  Projects:  Holm  Unit  2;  Warrenville 
Substation;  Microwave  System  Project;  Cherry  Dam  Works  Outlet 
Rehabilitation;  and  Mountain  Tunnel  inspection  and  repair. 

Mr.  Wade  continued  with  a  review  of  Mountain  Tunnel  highlights:  (1) 
Mountain  Tunnel  Inspection  and  Repairs;  (2)  Mountain  Tunnel  Adit  and 
Access;  and  (3)  Mountain  Tunnel  alternatives. 
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Mr.  Wade  provided  brief  updates  on:  (1)  Mountain  Tunnel  inspection  and 
repairs;  (2)  Tunnel  lining  and  defect  and  repair;  (3)  Mountain  Tunnel  Adit  and 
Access  improvements;  (4)  Mountain  Tunnel  Interim  Repairs  Phase  2;  (5) 
Moccasin  facilities  new  construction;  (6)  Cherry  Dam  Outlet  Works 
Rehabilitation  Project;  (7)  Holm  and  Kirkwood  Powerhouse  oil  containment 
and  upgrade;  and  (8)  Moccasin  Penstock  rehabilitation. 

Mr.  Wade  responded  to  a  question  from  Commissioner  Caen  regarding  the 
possibility  of  the  need  to  build  a  new  tunnel. 

Public  Comments 

•  Mr.  Francisco  DaCosta  commended  Mr  Wade  for  his  work.  He  asked 
that  the  City  Attorney  look  at  prior  assessment  by  Jacobs  and  other 
companies.  He  discussed  the  project  and  tunnel  shut-down. 

c)  Wastewater  Enterprise  CIP  Quarterly  Report 

Ms.  Karen  Kubick,  Capital  Program  Director,  Sewer  System  Improvement 
Program  (SSIP),  discussed  project  variances:  (1)  Southeast  Power  Feed  and 
Power  Switch  upgrades;  (2)  Marin  Street  Sewer  Replacement  Project;  and 
(3)  Griffith  Pump  Station  improvements. 

d)  Sewer  System  Improvement  Program  Update 

Ms.  Kubick  provided  a  SSIP  Program  update:  (1)  Program  Status;  (2) 
Biosolids  Digester  Facilities  Project;  (3)  Southeast  Plant  (SEP)  New 
Headworks  Facility  Project;  (4)  Other  Phase  I  Projects;  (5)  Current 
construction  projects:  SEP,  and  OSP  (SEP  primary  and  secondary  clarifier 
upgrades;  SEP  521/522  disinfection  upgrades;  and  Westside  Pump  Station 
reliability  improvements);  (6)  Current  construction  projects:  EIPs  (Chinatown 
Living  Alley;  Holloway  Green  Street;  and  Mission  and  Valencia  Streets 
Green  Gateway);  (7)  Achievements:  SEP  Campus  Plan;  Expansion  of  WWE 
Commercial  Paper  Program;  and  awards;  (8)  SSIP  Phase  1  jobs  report;  (9) 
Stakeholder  outreach  to-date;  and  (10)  Review  of  past  topics  and  upcoming 
topics. 

In  response  to  a  question  from  Commissioner  Vietor  regarding  modeling  for 
green  infrastructure  and  the  availability  of  data  regarding  what  is  and  isn’t 
working,  GM  Kelly  indicated  information  will  be  included  with  the  upcoming 
Collection  System  Plan  update. 

In  response  to  a  question  from  Commissioner  Caen,  Ms.  Kubick  stated  the 
baseline  project  is  on  schedule. 

No  public  comment. 

8.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  CS-1060.  San  Francisco  Public 

Utilities  Commission  Executive  Search  Services  with  The  Hawkins 

Company,  to  conduct  executive  searches  and  oversee  completion  of  a 

compensation  survey  for  the  General  Manager  position;  and  authorize  the 
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General  Manager  to  execute  this  amendment,  increasing  the  agreement  up 

to  $99,000,  for  a  total  not-to-exceed  agreement  amount  of  $136,000,  and 

with  a  time  extension  of  six  months,  for  a  total  agreement  duration  of  one 

year  and  six  months.  (Resolution  17-0127) 

b)  Approve  the  assignment  and  assumption  of  Agreement  No.  CS-127.A,  As- 

Needed  Building  Commissioning;  and  authorize  the  General  Manager  to 

execute  an  Assignment  and  Assumption  Agreement  for  the  existing 

Agreement  No.  CS-127.A,  from  EnerNOC,  Inc.,  to  Enpowered  Solutions, 

LLC.  (Resolution  17-0128) 

c)  Approve  the  assignment  and  assumption  of  Agreement  No.  CS-193.C,  As- 

Needed  Energy  Efficiency  Services;  and  authorize  the  General  Manager  to 

execute  an  Assignment  and  Assumption  Agreement  for  the  existing 

Agreement  No.  CS-193.C,  from  EnerNOC,  Inc.,  to  Enpowered  Solutions, 

LLC.  (Resolution  17-0129) 

d)  Approve  Amendment  No.  2  to  Agreement  No.  CS-224.A,  System  Integration 

and  Support  Services  -  Related  to  Project  Controls,  with  MLok  Consulting. 

Inc.,  to  provide  the  SFPUC  with  continued  specialized  system  integration 

and  support  services  to  implement  and  improve  the  delivery  of  its  capital 

improvement  programs  and  capital  projects  for  all  Enterprises;  and 
authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 

agreement  up  to  $750,000,  for  a  total  not-to-exceed  agreement  amount  of 

$6,100,000,  with  no  change  to  the  contract  duration.  (Resolution  17-0130) 

e)  Approve  Amendment  No.  1  to  Agreement  No.  CS-324A,  Security  Consulting 

and  Design  Services,  with  CH2M  Hill  Engineers,  Inc.;  and  authorize  the 

General  Manager  to  negotiate  and  execute  this  amendment  extending  the 

term  up  to  one  year,  for  a  total  agreement  duration  of  four  years,  with  no 

change  to  the  contract  amount.  (Resolution  17-0131) 

f)  Approve  an  increase  in  the  construction  contract  cost  contingency  of 

$2.494,000,  and  an  increase  to  the  existing  duration  contingency  of  32 

consecutive  calendar  days  for  Contract  No.  HH-983,  Cherry  Dam  Outlet 

Works  Rehabilitation;  and  Authorize  the  General  Manager  to  approve  future 

modifications  to  the  contract  for  a  total  revised  contract  amount  of  up  to 

$5,863,740,  and  a  total  contract  duration  of  up  to  670  consecutive  calendar 

days.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 

purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco 

Administrative  Code.  (Resolution  17-0132) 

g)  Accept  the  work  performed  by  Azul  Works,  Inc.,  for  Contract  No.  WD-2705, 

Town  of  Sunol  Fire  Suppression  System,  for  a  total  contract  amount  of 

$6,568,503,  and  with  a  total  contract  duration  of  1 ,029  consecutive  calendar 

days;  and  authorize  final  payment  to  the  contractor.  (Resolution  17-0133) 

h)  Approve  an  increase  in  the  construction  contract  duration  contingency  for 

Contract  No.  WD-2746,  Auxiliary  Water  Supply  System  New  Cisterns  E,  of 

up  to  200  consecutive  calendar  days;  and  authorize  the  General  Manager  to 
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approve  future  modifications  to  the  contract,  for  a  total  revised  contract 

duration  of  up  to  700  consecutive  calendar  days,  with  no  change  to  the 

contract  amount.  (Resolution  17-0134) 

i)  Accept  work  performed  by  Anvil  Builders,  Inc.,  for  Contract  No.  VWV-579, 

North  Point  Facility  Dewatering  Pump  Replacement  and  Electrical  Upgrade, 

for  a  total  contract  amount  of  $950,295,  and  with  a  total  contract  duration  of 

467  consecutive  calendar  days;  and  authorize  final  payment  to  the 

contractor.  (Resolution  17-0135) 

j)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-599R, 

Southeast  Water  Pollution  Control  Plant  (SEP)  Cryogenic  Oxygen  Plant 

Demolition  and  Liquid  Oxygen  System  Upgrades,  in  the  amount  of 
$6,547,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Cal 

State  Constructors,  Inc.,  to  demolish  the  existing  cryogenic  oxygen  plant  at 

SEP  and  to  construct  a  new  liquid  oxygen  system  consisting  of  four  vertical 

storage  tanks,  vaporizers  and  an  unloading  station.  This  action  constitutes 

the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 

Section  31.04(h)  of  the  San  Francisco  Administrative  Code.  (Resolution  17- 


k)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  five-year  revocable  license  to  the  City  of  Redwood  City,  to  use 

approximately  1 80  linear  feet  of  SFPUC  Parcel  Numbers  340-A  and  339-B 

in  Redwood  City,  California,  to  install  and  maintain  an  underground  12-inch 

ductile  iron  pipe,  for  no  annual  use  fee.  (Resolution  17-0139) 

l)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  five-year  revocable  license  to  Seguoia  Union  Unified  School 

District  to  use  approximately  50,000  sguare  feet  of  SFPUC  Parcel  Nos.  328- 

B,  328-C  and  328-D,  adjacent  to  Woodside  High  School  at  199  Churchill 

Avenue,  Woodside,  California,  to  install  and  maintain  of  an  underground  10- 

inch  diameter  plastic  fire  service  pipeline  and  to  operate  and  maintain 
existing  landscaping  and  irrigation  facilities,  for  no  annual  use  fee. 
(Resolution  17-0137) 

m)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2832, 

Sunol  Nursery,  in  the  amount  of  $2,194,000,  to  the  lowest,  Qualified, 

responsible  and  responsive  bidder.  JDB  and  Sons  Construction,  Inc.,  to 

install  a  temporary  native  plant  nursery.  (Resolution  17-0138) 

President  Moran  requested  that  item  8k  be  removed. 

On  Motion  to  approve  items  8a  through  8j;  and  81  and  8m: 

Ayes:  Moran,  Kwon,  Caen,  Courtney  and  Vietor 

Commissioner  Courtney  departed  the  room  at  2:21  PM. 

President  Moran  noted  the  SFPUC  policy  regarding  the  approval  of 
encroachments  that  cross  SFPUC  right-of-way,  noting  the  policy  doesn’t 
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address  encroachments  along  the  right-of-way.  He  noted  there  is  some 
encroachment  along  the  right-of-way  with  the  approval  request,  and  asked 
staff  if  the  SFPUC  is  losing  anything,  and  why  approval  is  a  good  idea. 

Mr.  Michael  Carlin,  Deputy  General  Manager  (DGM),  provided  explanation 
of  the  project,  discussed  the  project  review,  and  stated  that  future  SFPUC 
needs  and  any  encroachment  will  not  impair  the  ability  to  install  another 
pipeline,  if  necessary.  He  emphasized  the  five-year  license  is  revocable. 

No  public  comment. 

On  Motion  to  approve  Consent  Calendar  items  8k: 

Ayes:  Moran,  Kwon,  Caen,  and  Vietor 

President  Moran  stated  the  Commission  would  enter  Closed  Session  prior  to 
hearing  the  regular  calendar  items.  The  Commission  Secretary  read  Closed 
Session  items  17  through  20,  and  stated  items  21  through  26  would  not  be 
heard. 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  Caen  and  Vietor 

The  Commission  entered  Closed  Session  at  2:39  PM. 

Commissioner  Courtney  returned  to  the  meeting  at  2:44  PM. 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 

(d)  (1) 

Existing  Litigation 

Matt  Pear  et  al  v  City  and  County  of  San  Francisco,  on  remand 

Santa  Clara  Superior  Court  Case  No.:  112CV227801 

City  Attorney  File  No.:  130094 /Date  Filed  July  5.  2012 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (3)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Anticipated  Litigation  as  Plaintiff 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Anticipated  Litigation  as  Defendant 


SFPUC  Minutes 
June  13,  2017 


20.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco 
Administrative  Code  Section  67.10(b)  Public  Employee  Performance  Evaluation 

and  terms  of  Employment  for  Harlan  L.  Kelly,  Jr.,  as  General  Manager  of  the 

San  Francisco  Public  Utilities  Commission. 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 
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Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

26.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

Commissioner  Vietor  was  excused  from  the  meeting  at  3:34  PM. 

The  Commission  exited  Closed  Session  at  3:40  PM. 

Commissioner  Courtney  was  excused  from  the  meeting  at  3:40  PM. 

27.  Announcement  following  Closed  Session. 

President  Moran  announced  that  no  action  was  taken  during  Closed  Session. 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Kwon,  and  Caen 

9.  Approve  Amendment  No.  1  to  Agreement  No.  CS-197,  San  Mateo  Thornmint 

Seeds  Planting,  with  Creekside  Center  for  Earth  Observation,  LLC:  and 

authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 

agreement  by  $24,000,  for  a  total  not-to-exceed  agreement  amount  of 

$120,000,  and  with  a  time  extension  up  to  three  years,  six  months,  for  a  total 

agreement  duration  of  nine  years,  six  months.  (Resolution  17-0140) 

Mr.  Steve  Ritchie,  AGM  Water,  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  9: 

Ayes:  Moran,  Kwon,  and  Caen 

No  public  comment. 

10.  Approve  an  increase  in  the  construction  contract  duration  contingency  up  to 

270  consecutive  calendar  days  (approximately  nine  months),  for  Contract  No. 

WW-556,  Southeast  Water  Pollution  Control  Plant  (SEP)  Chemical  System 

Relocation  and  Facility  Upgrades:  and  authorize  the  General  Manager,  or  his 

designee,  to  approve  future  modifications  to  the  contract  for  a  total  revised 

contract  duration  of  up  to  1 ,290  consecutive  calendar  days.  The  reguested 

increase  in  the  contract  duration  contingency  is  needed  due  to  the  recent 

failures  with  the  Distributed  Control  System  that  reguire  modifications  to  the 

SEP  Building  200  Aeration  Control  and  Sodium  Hypochlorite  delivery  systems 

for  repair.  (Resolution  17-0141) 

Ms.  Kathy  How,  AGM  Infrastructure,  introduced  the  item  and  requested 
approval. 
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On  Motion  to  approve  item  10: 

Ayes :  Moran,  Kwon,  and  Caen 

No  public  comment. 

1 1 .  Approve  the  Water  Supply  Assessment  for  the  proposed  3333  California  Street 

Project,  pursuant  to  the  State  of  California  Water  Code  Section  1 091 0  et  sea. 

and  CEQA  Section  21 151 .9  and  CEQA  Guidelines  Section  1 51 55.  (Resolution 

17-0142) 

Mr.  Ritchie  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  11: 

Ayes:  Moran,  Kwon,  and  Caen 

No  public  comment. 

12.  Approve  the  Railroad  Maintenance  Agreement  for  intersection  improvements  at 

Mission  Bay  Drive  and  7th  Street;  Adopt  findings  under  the  CEQA;  Approve  the 

terms  and  conditions  of  and  authorize  the  General  Manager  to  execute  the 

Railroad  Maintenance  Agreement  with  the  Peninsula  Corridor  Joint  Powers 

Board,  allowing  the  SFPUC  to  maintain  a  storm  drain  within  a  JPB  easement. 

(Resolution  17-0143) 

Mr.  Carlin  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  12: 

Ayes:  Moran,  Kwon,  and  Caen 

No  public  comment. 

13.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  seek 

Board  of  Supervisors  approval  and  execute  a  seven-year  license,  with  three 

additional  renewal  periods  of  five  years  each,  between  American  Towers  LLC 

and  the  SFPUC.  for  the  use  a  portion  of  San  Bruno  Mountain  Tower  3.  located 

at  Tower  Facility,  300  Radio  Road,  in  Daly  City,  California,  for  the  installation, 

maintenance,  and  operation  of  SFPUC  microwave  communications  antennas. 

radio  communication,  and  other  general  telecommunications  equipment,  at  an 

initial  annual  rent  of  $22,800,  with  four  percent  annual  rent  increases. 

(Resolution  17-0144) 

Mr.  Carlin  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  13: 

Ayes:  Moran,  Kwon,  and  Caen 
No  public  comment. 

14.  Adopt  a  finding  declaring  that  the  improved  property  at  7484  Sheridan  Road  in 

Sunol,  unincorporated  Alameda  County,  California,  is  surplus  to  the  San 

Francisco  Public  Utilities  Commission’s  current  and  future  utility  needs; 

Authorize  the  General  Manager  to  negotiate  and  execute  an  Agreement  to  sell 

the  Property  for  $3,550,000  to  Timothy  Su  and  Lan  Fong  Chen,  husband  and 
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wife;  Authorize  a  request  to  the  Board  of  Supervisors  and  the  Mayor  to  approve 

the  Property  sale,  subject  to  the  terms  of  the  Agreement.  (Resolution  17-0145) 

Mr.  Carlin  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  13: 

Ayes:  Moran,  Kwon,  and  Caen 

No  public  comment. 

Other  New  Business. 

President  Moran  announced  there  will  be  a  special  meeting  at  10:00  AM  on 
June  23,  2017,  City  Hall  Room  208,  to  consider  approval  of  the  Alameda  Creek 
Recapture  Project.  He  also  indicated  the  regular  meeting  of  June  27,  2017  has 
been  cancelled. 

30.  Adjournment. 

President  Moran  adjourned  the  meeting  at  3:46  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  17-0126 _ 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  encourages  and 
supports  the  participation  of  the  SFPUC  in  the  affairs  of  the  Association  of  California  Water 
Agencies  (ACWA);  and 

WHEREAS,  Commissioner  Anson  Moran  was  duly  elected  as  a  Board  Member  to  the 
ACWA  Region  5  in  2011,  2013  and  2015;  and 

WHEREAS,  Commissioner  Anson  Moran  has  indicated  a  desire  to  continue  to  serve  as  a 
Board  Member  for  ACWA  Region  5;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  places  its  full  and  unreserved  support  in  the 
nomination  of  Anson  Moran  to  continue  as  a  Board  Member  for  ACWA  Region  5;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  acknowledges  that  the  expenses 
attendant  with  the  service  of  Board  Member  in  ACWA  Region  5  shall  not  be  borne  by  ACWA. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


OUvjuia.  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0127 


WHEREAS,  Pursuant  to  Resolution  No.  09-0017,  this  Commission  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a 
professional  services  agreement.  Agreement  No.  CS-1060,  SFPUC  Executive  Search  Services 
with  The  Hawkins  Company,  for  an  amount  of  $37,000  and  with  a  term  of  one  year,  concluding 
on  August  31,  2017,  in  order  to  conduct  recruitment  to  fill  the  Wastewater  Enterprise  Operations 
Manager  position;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $99,000  and  a  time  extension  of 
six  months,  increasing  the  total  not-to-exceed  agreement  amount  to  $136,000  and  the  total 
agreement  duration  to  one  year,  six  months,  in  order  to  expand  recruitment  efforts  to  backfill 
high  level  managerial  positions  for  the  Water  and  Power  Enterprises,  and  to  complete  a 
compensation  survey  for  the  General  Manager  position;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  Local  Business  Enterprise  subconsulting  requirements  have  been 
waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Power  Enterprise,  Water 
Enterprise,  Wastewater  Enterprise,  and  General  Manager  operating  budgets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
CS-1060,  SFPUC  Executive  Search  Services,  with  The  Hawkins  Company  to  conduct  additional 
executive  searches  in  order  to  backfdl  key  managerial  positions,  and  to  oversee  completion  of 
the  compensation  survey  for  the  General  Manager  position;  and  authorizes  the  General  Manager 
of  the  SFPUC  to  execute  this  amendment  increasing  the  agreement  by  $99,000,  for  a  total  not-to- 
exceed  agreement  amount  of  $136,000,  and  with  a  time  extension  of  six  months,  for  a  total 
agreement  duration  of  one  year  and  six  months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017 

_ A1W  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0128 


WHEREAS,  On  February  8,  2011,  per  Resolution  No.  11-0029,  this  Commission 
awarded  Agreement  No.  CS-127.A,  As-Needed  Building  Commissioning,  and  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and 
execute  a  professional  services  agreement  in  the  amount  of  $3,000,000  and  with  a  term  of  seven 
years,  with  EnerNOC,  Inc.  (hereinafter  “Assignor”),  to  assist  the  SFPUC  with  building  energy 
systems  and  building  envelope  commissioning  oversight  to  all  City-owned  new  construction 
and  major  renovations;  and 

WHEREAS,  On  March  24,  2015,  per  Resolution  No.  15-0078,  this  Commission 
approved  Amendment  No.  1  to  Agreement  No.  CS-127.A,  As-Needed  Building 
Commissioning,  increasing  the  agreement  by  $4,000,000,  and  extending  the  agreement  by  two 
years,  for  a  total  not-to-exceed  agreement  amount  of  $7,000,000  and  a  total  duration  of  nine 
years,  in  order  to  continue  the  provision  of  building  energy  systems  and  building  envelope 
commissioning  oversight  to  all  City-owned  new  construction  and  major  renovations;  and 

WHEREAS,  On  March  7,  2017,  Assignor  signed  an  Asset  Purchase  Agreement  with 
Enpowered  Solutions,  LLC  (hereinafter  “Assignee”),  resulting  in  Assignee  assuming  all 
obligations  and  liabilities  of  the  Assignor  under  Agreement  No.  CS-127.A,  As-Needed  Building 
Commissioning;  and 

WHEREAS,  Assignor  is  currently  performing  services  that  are  needed  to  assist  the 
SFPUC  Power  Enterprise  with  building  commissioning,  monitoring,  and  performance 
optimization  services  to  comply  with  the  U.S.  Green  Building  Council  requirements;  and 

WHEREAS,  The  project  team  has  concluded  that  Assignee,  which  meets  the  minimum 
qualifications  as  set  forth  in  the  original  Request  for  Proposals,  is  the  only  consultant  that  can 
readily  perform  these  services  without  causing  severe  disruption  to  the  continued  operation  of 
the  SFPUC  Power  Enterprise;  moreover,  background  resources  required  to  complete  these 
services  would  be  lost  if  the  City  was  required  to  competitively  procure  the  contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  CS-127.A  Agreement  remain  in  full 
force  and  effect;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  assignment  and  assumption  of 
Agreement  No.  CS-127.A,  As-Needed  Building  Commissioning,  and  authorizes  the  General 
Manager  of  the  SFPUC  to  negotiate  and  execute  an  Assignment  and  Assumption  Agreement 
with  Enemoc,  Inc.  and  Enpowered  Solutions,  LLC,  in  a  form  approved  by  the  City  Attorney. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0129 


WHEREAS,  On  December  10,  2013,  per  Resolution  No.  13-0177,  this  Commission 
awarded  Agreement  No.  CS-193.C,  As-Needed  Energy  Efficiency  Services,  and  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and 
execute  a  professional  services  agreement  in  the  amount  of  $2,375,000  and  with  a  term  of  five 
years,  with  EnerNOC,  Inc.,  to  assist  the  SFPUC  Power  Enterprise  with  specialized  energy 
efficiency  services  for  the  implementation  of  energy  efficiency  projects  and  programs;  and 

WHEREAS,  On  March  7,  2017,  EnerNOC,  Inc.  (hereinafter  “Assignor”)  signed  an 
Asset  Purchase  Agreement  with  Enpowered  Solutions,  LLC  (hereinafter  “Assignee”),  resulting 
in  Assignee  assuming  all  obligations  and  liabilities  of  the  Assignor  under  Agreement  No.  CS- 
193.C,  As-Needed  Energy  Efficiency  Services;  and 

WHEREAS,  Assignor  is  currently  performing  specialized  energy  efficiency  services  that 
are  needed  to  assist  the  SFPUC  Power  Enterprise  with  implementation  of  energy  efficiency 
projects  and  programs;  and 

WHEREAS,  The  project  team  has  concluded  that  Assignee,  which  meets  the  minimum 
qualifications  set  forth  in  the  original  Request  for  Proposals,  is  the  only  consultant  that  can 
readily  perform  these  services  without  causing  severe  disruption  to  the  continued  operation  of 
the  SFPUC  Power  Enterprise;  moreover,  background  resources  required  to  complete  these 
services  would  be  lost  if  the  City  was  required  to  competitively  procure  the  contract  again;  and 

WHEREAS,  All  the  terms  and  conditions  of  the  CS-193.C  Agreement  remain  in  full 
force  and  effect;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  assignment  and  assumption  of 
Agreement  No.  CS-193.C,  As-Needed  Energy  Efficiency  Services,  and  authorizes  the  General 
Manager  of  the  SFPUC  to  negotiate  and  execute  an  Assignment  and  Assumption  Agreement, 
with  Enemoc,  Inc.  and  Enpowered  Solutions,  LLC,  in  a  form  approved  by  the  City  Attorney. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0130 


WHEREAS,  On  March  27,  2012,  per  Resolution  12-0051,  this  Commission  awarded 
Agreement  No.  CS-224.A,  System  Integration  and  Support  Services  -  Related  to  Project 
Controls,  and  authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  to  negotiate  and  execute  a  professional  services  agreement  in  the  amount  of  $4,500,000 
and  with  a  term  of  six  years,  concluding  on  April,  23,  2018,  with  MLok  Consulting,  Inc., 
(MLok);  and 

WHEREAS,  Amendment  No.  1  was  issued  pursuant  to  Resolution  No.  09-0017  for 
$850,000,  increasing  the  total  not-to-exceed  agreement  amount  to  $5,350,000,  in  order  to 
continue  providing  the  SFPUC  with  continued  specialized  system  integration  and  support 
services  to  implement  and  improve  the  delivery  of  its  CIPs  and  Capital  Projects  for  all 
enterprises,  with  no  change  to  the  agreement  duration;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  $750,000,  increasing  the  total  not- 
to-exceed  agreement  amount  to  $6,100,000,  in  order  to  continue  providing  the  SFPUC  with 
specialized  system  integration  and  support  services  and  to  assist  with  existing  systems  as  the 
SFPUC  transitions  into  the  implementation  of  the  new  PeopleSoft  Financials  and  Supply  Chain 
Management  System;  and 

WHEREAS,  A  Contract  Monitoring  Division  subconsulting  requirement  of  17%  Local 
Business  Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  this  agreement  and  the  consultant  has  committed  to  meet  that  requirement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  various  SFPUC  CIPs  and 
projects  including  the  Sewer  System  Improvement  Program  and  Hetchy  Capital  Improvements 
projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.2  to  Agreement 
No.  CS-224.A,  System  Integration  and  Support  Services  -  Related  to  Project  Controls,  with 
MLok  Consulting,  Inc.  to  provide  the  SFPUC  with  continued  specialized  system  integration  and 
support  services  in  order  to  implement  and  improve  the  delivery  of  its  CIPs  and  Capital  Projects 
for  all  Enterprises;  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment 
increasing  the  agreement  up  to  $750,000,  for  a  total  not-to-exceed  agreement  amount  of 
$6,100,000,  with  no  change  to  the  contract  duration. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 

/Jhmnfc  'MmL _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0131 


WHEREAS,  On  May  13,  2014,  pursuant  to  the  General  Manager’s  delegated  authority, 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  awarded  Agreement  No.  CS-324A, 
Security  Consulting  and  Design  Services,  and  executed  a  professional  services  agreement  in  the 
amount  of  $2,000,000,  and  with  a  term  of  three  years,  concluding  on  June  1,  2017,  with  CH2M 
Hill  Engineers,  Inc.;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  by  one 
year,  in  order  to  provide  technical  security  systems  implementation,  design  integration  support, 
and  construction  management  services  during  construction  for  uncompleted  projects;  and 

WHEREAS,  CH2MHill  Engineers,  Inc.  (CS-324A)  has  committed  to  Local  Business 
Enterprise  subconsultant  participation  of  30.0%;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  each  individual  project;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  project- 
funded  Agreement  No.  CS-324A,  Security  Consulting  and  Design  Services,  with  CH2M  Hill 
Engineers,  Inc.,  and  authorizes  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  this 
amendment,  with  a  time  extension  up  to  one  year,  for  a  total  agreement  duration  of  four  years, 
with  no  change  to  the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0132 


WHEREAS,  On  March  8,  2016,  per  Resolution  No.  16-0040,  this  Commission  approved 
the  award  of  Hetch  Hetchy  Water  &  Power  funded  Contract  No.  HH-983,  Cherry  Dam  Outlet 
Works  Rehabilitation,  to  Anvil  Builders,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  June  22,  2016; 
and 

WHEREAS,  The  original  contract  amount  was  for  $3,063,400,  and  the  original  contract 
duration  was  580  consecutive  calendar  days;  and 

WHEREAS,  Sections  6.22(h)(1)  and  6.22(h)(20  of  the  Administrative  Code  require  that 
any  cumulative  increase  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract 
price  or  duration  be  approved  by  this  Commission;  and 

WHEREAS,  The  project  needs  additional  contract  price  and  duration  contingency  to 
inspect  and  repair  to  two  84-inch  butterfly  valves,  maintain  in-stream  flow  release  and  other 
associated  work  while  Cherry  Lake  is  lowered  in  the  fall  of  2017;  and 

WHEREAS,  The  proposed  project  constitutes  an  emergency  and  is  statutorily  exempt 
under  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15269,  a,  b,  and  c.; 
and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $2,494,000 
and  an  increase  in  duration  contingency  of  32  consecutive  calendar  days  are  requested,  subject  to 
the  General  Manager’s  subsequent  authorization  of  modifications,  as  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  goal  of  10%  for  this  contract,  and  the  contractor  committed  to  a  LBE 
participation  of  10.36%  with  its  bid  submittal,  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH-102  Hetchy  Water  -  Joint 
Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  an  increase  in  the  to  the  existing  contract 
cost  contingency  in  the  amount  of  $2,494,000  and  an  increase  in  duration  contingency  of  32 
consecutive  calendar  days  for  the  Hetch  Hetchy  Water  &  Power  funded  Contract  No.  HH-983, 
Cherry  Dam  Outlet  Works  Rehabilitation,  for  a  total  cost  contingency  amount  of  $2,800,340  and 
a  total  contract  duration  contingency  of  90  consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to 
the  contract  amount  up  to  $5,863,740  and  the  contract  duration  up  to  670  consecutive  calendar 
days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 

(Usmjl  yJfaA. _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0133 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Capital 
Improvement  Program  (CIP)  Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System, 
by  the  contractor,  Azul  Works,  Inc.;  and 

WHEREAS,  On  January  14,  2014,  by  Resolution  No.  14-0003,  this  Commission  awarded 
Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression  System,  in  the  amount  of  $5,702,680, 
to  the  adjusted  lowest,  qualified  responsible  and  responsive  bidder,  Azul  Works,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  May  30,  2014, 
with  an  original  schedule  of  365  consecutive  calendar  days;  and 

WHEREAS,  On  June  24,  2014,  by  Resolution  No.  14-0104,  this  Commission  approved 
the  alternate  bid  item  (second  water  storage  tank)  for  $764,700;  and 

WHEREAS,  On  April  1 1,  2017,  by  Resolution  No.  17-0077,  this  Commission  authorized 
an  increase  of  contract  duration  by  664  consecutive  calendar  days  for  a  total  contract  duration  of 
1029  consecutive  calendar  days  to  Final  Completion;  and 

WHEREAS,  Modifications  Nos.  1  to  16  were  issued  for  $865,823  for  execution  of  the 
Alternate  Bid  Item  (installation  of  second  water  storage  tank),  work  associated  with  the 
installation  of  railroad  undercrossing  casing  under  Union  Pacific  Railroad  track,  railroad 
insurance,  excavation,  miscellaneous  pipeline  additions  and  realignment,  paving,  security 
fencing,  and  adjustment  of  final  quantities,  increasing  the  total  contract  amount  to  $6,568,503, 
with  a  time  extension  of  664  consecutive  calendar  days  to  complete  all  work,  extending  the  total 
contract  duration  to  1029  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  exceeded 
the  established  14%  Local  Business  Enterprise  subcontractor  participation  goal;  and 

WHEREAS,  Funds  are  available  from  Water  Enterprise,  CIP  Project  No.  CUW26308, 
Town  of  Sunol  Fire  Suppression  System;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Azul  Works,  Inc. 
for  Water  Enterprise,  CIP  funded  Contract  No.  WD-2705,  Town  of  Sunol  Fire  Suppression 
System,  for  a  total  contract  amount  of  $6,568,503,  and  with  a  total  contract  duration  of  1029 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0134 


WHEREAS,  On  July  14,  2015,  by  Resolution  No.  15-0155,  this  Commission  approved 
the  award  of  Earthquake  Safety  &  Emergency  Response  Bond  Program  funded  Contract  No. 
WD-2746,  Auxiliary  Water  Supply  System  New  Cisterns  E,  to  Azul  Works,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to- Proceed  date  was  October  5,  2015;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,316,950  and  the  original  contract 
duration  was  455  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
this  Commission;  and 

WHEREAS,  An  increase  in  duration  contingency  of  200  consecutive  calendar  days  is 
requested,  subject  to  the  General  Manager’s  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  requirement  of  15%  for  this  contract  and  the  contractor  committed  to 
a  LBE  participation  of  29.5%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW07,  New  Cisterns;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  contract  duration 
contingency  of  up  to  200  consecutive  calendar  days  for  the  Earthquake  Safety  &  Emergency 
Response  Bond  Program  funded  Contract  WD-2746  Auxiliary  Water  Supply  System  New 
Cisterns  E  for  a  total  contract  duration  contingency  of  245  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  total  contract  duration 
up  to  700  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 

_ _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0135 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Treatment  Facilities  Program  funded  Contract  No.  WW-579, 
North  Point  Facility  Dewatering  Pump  Replacement  and  Electrical  Upgrade,  by  the  contractor. 
Anvil  Builders,  Inc.;  and 

WHEREAS,  On  September  22,  2015,  by  Resolution  No.  15-0191,  this  Commission 
awarded  Contract  No.  WW-579,  North  Point  Facility  Dewatering  Pump  Replacement  and 
Electrical  Upgrade,  in  the  amount  of  $849,750,  to  the  lowest,  qualified  responsible  and 
responsive  bidder.  Anvil  Builders,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  November  30, 
2015,  with  an  original  schedule  of  425  consecutive  calendar  days  and  the  contract  work  was 
completed  in  467  consecutive  calendar  days  on  March  10,  2017;  and 

WHEREAS,  The  original  contract  amount  was  for  $849,750  and  the  original  contract 
duration  was  425  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  to  replace  the  existing  deteriorated  concrete 
hatch  at  the  intersection  of  North  Point  Street  and  The  Embarcadero,  increasing  the  contract 
amount  by  $84,975  to  a  revised  amount  of  $934,725  and  extending  the  contract  duration  by  42 
consecutive  calendar  days  to  a  revised  duration  of  467  consecutive  calendar  days;  and 

WHEREAS,  On  April  25,  2017,  by  Resolution  No.  17-0023,  this  Commission  authorized 
an  increase  to  cost  contingency  of  $15,570  to  allow  for  removal  and  replacement  of  associated 
electrical  equipment;  and 

WHEREAS,  Modification  No.  2  was  issued  to  furnish  and  install  associated  electrical 
equipment  for  dewatering  pumps,  increasing  the  contract  amount  by  $15,570  to  a  revised 
contract  amount  of  $950,295;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  has  met 
the  subcontracting  goal  of  18%  Local  Business  Enterprise  subcontractor  participation  established 
for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF75,  NPF  Dewatering 
Pump  Replacement;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Anvil  Builders, 
Inc.  for  WWE,  R&R  Treatment  Facilities  Program  funded  Contract  No.  WW-579,  North  Point 
Facility  Dewatering  Pump  Replacement  and  Electrical  Upgrade,  for  a  total  contract  amount  of 
$950,295,  and  with  a  total  contract  duration  of  467  consecutive  calendar  days;  and  authorizes 
final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0136 


WHEREAS,  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSIP)  funded  Contract  No.  WW-599R  Southeast  Water  Pollution  Control  Plant  Cryogenic 
Oxygen  Plant  Demolition  and  Liquid  Oxygen  System  Upgrades  was  advertised  on  March  31, 
2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $6,000,000  for  this  construction  contract  work  to 
demolish  the  existing  cryogenic  oxygen  plant  at  the  Southeast  Water  Pollution  Control  Plant  and 
to  construct  a  new  liquid  oxygen  system  consisting  of  four  vertical  storage  tanks,  vaporizers  and 
an  unloading  station;  and 

WHEREAS,  The  contract  duration  is  540  consecutive  calendar  days;  and 

WHEREAS,  On  August  1 1,  2016  the  Planning  Department  determined  that  the  Project 
was  determined  to  be  categorically  exempt  from  the  California  Environmental  Quality  Act 
(CEQA)  under  CEQA  Guidelines  Section  15301,  Class  1  (Existing  Facilities);  and 

WHEREAS  This  proposed  action  is  the  Approval  Action  as  defined  by  S.F. 
Administrative  Code  Chapter  3 1 ;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  May  4,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  Contract 
Monitoring  Division  (CMD)  staff  reviewed  the  bids  for  qualifications,  responsibility, 
responsiveness  and  application  of  bid  preferences  and  this  review  resulted  in  the  establishment  of 
Cal  State  Constructors,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and  Cal  State  Constructors,  Inc.,  has 
committed  to  22.59%  LBE  participation;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion 
of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPSE1 1,  SEP  Oxygen 
Generation  Plant  0 1 ;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  SSIP  funded  Contract  No.  Contract  No.  WW-599R  Southeast  Water  Pollution 
Control  Plant  Cryogenic  Oxygen  Plant  Demolition  and  Liquid  Oxygen  System  Upgrades,  in  the 
amount  of  $6,547,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Cal  State 
Constructors,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 

_ /■•  7  .  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0137 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
commonly  known  as  SFPUC  Parcel  Nos.  328-B,  328-C,  and  328-D  adjacent  to  199  Churchill 
Avenue  in  Woodside,  California  (Premises);  and 

WHEREAS,  The  Sequoia  Union  High  School  District  (School  District)  desires  to  obtain 
a  license  (License)  to  install  and  maintain  an  underground  10-inch  diameter  plastic  fire  service 
pipeline  (District  Pipeline)  serving  Woodside  High  School  and  to  operate  and  maintain  existing 
landscaping  and  irrigation  on  the  Premises  (Improvements);  and 

WHEREAS,  The  SFPUC  desires  to  issue  the  License  to  the  School  District;  and 

WHEREAS,  The  SFPUC  adopted  the  2015  Real  Estate  Guidelines  on  January  13,  2015, 
which  provide  that  the  SFPUC  may  issue  a  revocable  license  with  no  use  fee  to  a  public  agency 
if  the  license  serves  the  SFPUC’ s  primary  utility  purpose;  and 

WHEREAS,  The  School  District  is  a  public  agency  under  Section  5.3.1  of  the  2015  Real 
Estate  Guidelines;  and 

WHEREAS,  The  License  benefits  the  SFPUC’s  primary  utility  purposes  by  eliminating 
maintenance  costs  for  the  Premises;  and 

WHEREAS,  On  February  15,  2017,  the  School  District  determined  that  its  proposed  plan 
is  categorically  exempt  from  CEQA  and  on  February  27,  2017,  the  School  District  issued  an 
Notice  of  Exemption  (NOE);  and 

WHEREAS,  SFPUC  reviewed  the  Project  description  at  its  Natural  Resources  Land 
Management  Division  Project  Review  Meeting  on  December  2,  2016,  and  the  School  District 
agreed  to  the  SFPUC’s  modification  of  the  proposal  for  consistency  with  SFPUC  ROW  policies. 
SFPUC  has  determined  that  SFPUC's  issuance  of  a  revocable  license  to  carry  out  the  portion  of 
the  work  that  requires  the  use  of  SFPUC  ROW  is  within  the  scope  of  the  School  District’s  CEQA 
approval,  and  that  these  documents  are  adequate  for  SFPUC's  use  in  approving  the  revocable 
license  for  the  Project.  The  minor  changes  in  Project  design  made  at  the  request  of  SFPUC  are 
insignificant  to  the  project  and  have  no  potential  to  result  in  significant  environmental  effects; 
and 


WHEREAS,  The  Minutes  of  the  School  District's  meeting  approving  the  action  and  the 
NOE  and  other  materials  that  are  part  of  the  record  of  this  approval  are  available  for  review  by 
this  Commission  and  the  public  at  the  SFPUC  offices.  Real  Estate  Services  Division,  525  Golden 
Gate  Avenue,  10th  Floor,  San  Francisco,  CA,  which  is  the  custodian  of  records  for  the  revocable 
license  approval;  and 


WHEREAS,  Since  the  School  District  filed  the  NOE  and  approved  the  Project,  there 
have  been  no  substantial  changes  in  the  Project  or  changes  in  Project  circumstances  that  would 
result  in  new  significant  environmental  effects,  and  there  is  no  new  information  of  substantial 
importance  that  would  change  the  conclusions  set  forth  in  the  NOE;  now,  therefore,  be  it 

RESOLVED,  that  since  the  NOE  was  issued  there  have  been  no  substantial  changes  in 
the  project  and  no  substantial  changes  in  project  circumstances  that  would  require  revisions  to 
the  School  District’s  NOE,  and  there  is  no  new  information  of  substantial  importance  that  would 
change  the  conclusion  set  forth  in  the  NOE;  and  be  it 

FURTHER  RESOLVED,  The  School  District  did  not  adopt  mitigation  measures  for  the 
Project.  SFPUC  has  no  direct  authority  or  responsibility  with  respect  to  the  Project  other  than 
Project  Sponsor's  request  and  the  SFPUC  authorization  to  approve  the  revocable  license  and  to 
enable  the  Project  Sponsor's  through  approval  of  the  revocable  license  to  carry  out  the  proposed 
improvements  on  SFPUC's  ROW  at  Woodside  High  School;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  finds  that  the  License  serves  the 
SFPUC’s  primary  utility  purpose  and  is  issued  to  a  public  agency  under  Section  5.31.1  of  the 
2015  Real  Estate  Guidelines,  and  will  be  issued  with  no  use  fee;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License  and  directs  the  SFPUC  General  Manager  to  execute  the  License;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  13,  2017. 


ij 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0138 


WHEREAS,  Water  Enterprise  10-Year  Capital  Improvement  Program  (CIP)  Program 
funded  Contract  No.  WD-2832,  Sunol  Nursery  was  advertised  on  April  13,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $2,200,000  for  this  construction  contract  work  to 
install  a  temporary  native  plant  nursery;  and 

WHEREAS,  The  contract  duration  is  135  consecutive  calendar  days;  and 
WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  May  1 1,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  JDB  and  Sons  Construction, 
Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  15%  for  this  contract,  and  JDB  and  Sons  Construction,  Inc.  has  committed  to 
LBE  participation  of  18.53%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  A  Mitigated  Negative  Declaration  (MND)  was  prepared  for  this  nursery 
project;  and 

WHEREAS,  On  December  2,  2015,  the  Environmental  Review  Officer  adopted  a  Final 
Mitigated  Negative  Declaration  (FMND)  for  the  Sunol  Long  Term  Improvements  Project,  which 
includes  the  Temporary  Sunol  Nursery  Project  under  case  number  2012.0054E.  On  December 
27,  2016,  the  Planning  Department  reviewed  minor  modifications  to  the  proposed  nursery  project 
and  determined  that  any  resulting  impacts  and  mitigation  measures  under  the  California 
Environmental  Quality  Act  (CEQA)  were  encompassed  in  the  adopted  FMND  for  the  Sunol 
Long  Term  Improvements  Project;  and 

WHEREAS,  On  December  8,  2015  this  Commission,  by  Resolution  No.  15-0264 
approved  the  Sunol  Long  Term  Improvements  Project  and  adopted  CEQA  findings  and  the 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  required  by  CEQA;  and 

WHEREAS,  The  Sunol  Long  Term  Improvements  Project  files,  including  the  FMND  and 
SFPUC  Resolution  No.  15-0264  have  been  made  available  for  review  by  the  SFPUC  and  the 
public,  and  those  files  are  part  of  the  record  before  this  Commission;  and 


WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FMND,  the  findings  contained  in  SFPUC  Resolution  No.  15-0264,  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  including  the  public,  relevant  public  agencies, 
SFPUC  and  other  experts  and  the  administrative  files  for  the  project;  and 

WHEREAS,  funds  are  available  from  Project  No.  CUW2752101,  Native  Plant  Nursery; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  FMND  and  record 
as  a  whole,  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision  -  making  body  for  the 
approval  of  the  Temporary  Sunol  Nursery  Project  taken  herein  and  incorporates  the  CEQA 
findings  contained  in  Resolution  No.  15-0264  by  this  reference  thereto  as  though  set  forth  in  this 
Resolution;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  further  finds  that  since  the  FMND  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FMND;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  Enterprise  10-Year  CIP  Program  funded  Contract  No.  WD- 
2832,  Sunol  Nursery,  in  the  amount  of  $2,194,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  JDB  and  Sons  Construction,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


JMml  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0139 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  commonly 
known  as  SFPUC  Parcel  Numbers  340-A,  339-B,  and  holds  a  permitfor  SFPUC  Parcel  Number 
339-C,  where  Licensee  owns  the  fee  interest  in  Redwood  City,  California  (together,  the 
Premises);  and 

WHEREAS,  The  City  of  Redwood  City  (Licensee)  desires  to  obtain  a  license  (License) 
to  re-route  and  reconfigure  the  existing  Carson  Tank  Outlet  by  removing  an  existing  12-inch  cast 
iron  pipe  and  installing  and  maintaining  an  underground  12-inch  ductile  iron  pipe  on  the 
Premises;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  License  with  Licensee;  and 

WHEREAS,  The  License  will  allow  a  one-time  exception  to  the  SFPUC  policy 
prohibiting  parallel  utility  installations  in  order  to  allow  Licensee  to  correct  a  condition  that  has 
impacted  reservoir  storage;  and 

WHEREAS,  The  SFPUC  adopted  the  2015  Real  Estate  Guidelines  on  January  13,  2015, 
which  provide  that  the  SFPUC  may  issue  a  revocable  license  with  no  use  fee  to  a  public  agency 
if  the  license  benefits  the  SFPUC’ s  primary  utility  purpose;  and 

WHEREAS,  Licensee  is  a  public  agency  under  Section  5.3.1  of  the  2015  Real  Estate 
Guidelines;  and 

WHEREAS,  As  a  Responsible  Agency  under  CEQA,  the  SFPUC  finds  that: 

1.  Redwood  City  filed  a  Notice  of  Exemption  (NOE)  on  May  17,  2013  stating  that 
the  project  is  both  categorically  and  statutorily  exempt  from  CEQA.  SFPUC  has 
determined  that  SFPUC’ s  issuance  of  a  revocable  license  to  carry  out  the  portion 
of  the  work  that  requires  the  use  of  SFPUC  ROW  is  within  the  scope  of  Redwood 
City’s  CEQA  approval,  and  that  these  documents  are  adequate  for  SFPUC’ s  use 
in  approving  the  revocable  license  for  the  Project.  The  Minutes  of  the  District’s 
meeting  approving  the  action  and  the  NOE  and  other  materials  that  are  part  of  the 
record  of  this  approval  are  available  for  public  review  at  the  SFPUC  offices, 

Real  Estate  Services  Division,  525  Golden  Gate  Avenue,  8th  Floor,  San 
Francisco,  CA,  which  is  the  custodian  of  records  for  the  revocable  license 
approval; 

2.  Since  Redwood  City  filed  the  NOE  and  approved  the  Project,  there  have  been  no 
substantial  changes  in  the  Project  or  changes  in  Project  circumstances  that  would 
result  in  new  significant  environmental  effects  or  an  increase  in  the  severity  of 
previously  identified  significant  impacts,  and  there  is  no  new  information  of 
substantial  importance  that  would  change  the  conclusions  set  forth  in  the  NOE; 
and 

3.  SFPUC  has  no  direct  authority  or  responsibility  with  respect  to  the  Project  other 
than  Project  Sponsor’s  request  and  the  SFPUC  authorization  to  approve  the 
revocable  license  and  to  enable  the  Project  Sponsor’s  through  approval  of  the 
revocable  license  to  carry  out  the  proposed  improvements  on  SFPUC’s  ROW; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  finds  that  the  License  serves  the  SFPUC’s 
primary  utility  purpose,  and  is  issued  to  a  public  agency  under  Section  4.2.1  of  the  2015  Real 
Estate  Guidelines,  and  will  be  issued  with  no  use  fee;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0140 


WHEREAS,  On  February  3,  2012,  this  Commission  awarded  Agreement  No.  CS-197, 
San  Mateo  Thornmint  Seeds  Planting,  and  authorized  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services  agreement 
in  the  amount  of  $96,000,  and  with  a  term  of  6  years,  concluding  on  January  10,  2018,  with 
Creekside  Center  for  Earth  Observation  (CCEO);  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $24,000  and  with  a  time  extension 
of  3  years,  6  months  increasing  the  total  not-to-exceed  agreement  amount  to  $120,000  and  the 
total  agreement  duration  to  9  years,  6  months  in  order  to  complete  San  Mateo  Thornmint  seed 
planting,  establishment,  and  monitoring;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  Local  Business  Enterprise  subconsulting  requirements  have  been 
waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW25713  - 
Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-197,  San  Mateo  Thornmint  Seeds  Planting,  with  CCEO,  for  the  implementation  of  San 
Mateo  thornmint  seed  planting  and  establishment,  and  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  the  amendment  increasing  the  agreement  by  $24,000,  for  a  total  not-to-exceed 
agreement  amount  of  $120,000,  and  with  a  time  extension  of  three  years,  six  months  for  a  total 
agreement  duration  of  nine  years,  six  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  147-0141 


WHEREAS,  On  January  28,  2014,  by  Resolution  No.  14-0025,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Wastewater  Capital  Improvement 
Program  (CIP)  funded  Contract  No.  WW-556,  Southeast  Water  Pollution  Control  Plant 
Chemical  System  Relocation  and  Facility  Upgrades,  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  March  18, 
2014;  and 

WHEREAS,  The  original  contract  amount  was  for  $14,025,000  and  the  original  contract 
duration  was  600  consecutive  calendar  days;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  up  to  180  consecutive 
calendar  days  was  approved  (Resolution  16-0030  dated  February  9,  2016)  to  account  for 
necessary  design  changes  related  to  SEP  200  Aeration  Deck  and  electrical  work  at  SEP  925, 
changes  in  the  Operating  Location  Code/ Asset  ID  and  Loop  numbers,  and  lengthy  submittal 
review  period  regarding  SEP  012  Fixed  gas  monitoring  system,  increasing  the  contract  duration 
up  to  840  consecutive  calendar  days;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  up  to  180  consecutive 
calendar  days  was  approved  (Resolution  16-0167  dated  August  9,  2016)  to  upgrade  the  control 
system  and  change  of  programming  and  wiring  schematic,  increasing  the  contract  duration  up  to 
1,020  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-12  were  issued  to  modify  cathodic  protection  for 
torque  down  piles,  spray  water  system,  magnetic  flowmeters,  catch  basin  and  drain  line,  and  gas 
sampling  panels,  to  repair  dechlorination  mixer  drives,  add  Lower  Explosive  Limit  sensors, 
valve  selector  switch  and  controls,  and  knife  gate  repair  kit,  and  to  modify  gas  detection  system, 
exhaust  fan,  sump  pump  controls  and  electrical  conduits,  increasing  the  contract  duration  by  420 
consecutive  calendar  days,  for  a  total  contract  duration  of  1,020  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  this 
Commission;  and 

WHEREAS,  The  project  has  encountered  recent  failures  with  the  Distributed  Control 
System  and  modifications  to  the  SEP  Building  200  Aeration  Control  System  and  Sodium 
Hypochlorite  delivery  system  are  necessary  for  repair;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  of  up  to  270  consecutive 
calendar  days  is  being  requested,  subject  to  the  General  Manager’s  subsequent  authorization  of 
modifications,  if  appropriate;  andWHEREAS,  The  Contract  Monitoring  Division  established  a 
Local  Business  Enterprise  (LBE)  subcontracting  goal  of  13%  for  this  construction  contract,  and 
the  contractor  committed  to  a  LBE  participation  of  18.21%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC37  -  WWE  Facility 
Reliability  Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  up  to  270  consecutive  calendar  days  for  WWE,  CIP  funded  Contract  No. 
WW-556,  Southeast  Water  Pollution  Control  Plant  Chemical  System  Relocation  and  Facility 
Upgrades;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the  total 
contract  duration  for  up  to  1,290  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0142 


WHEREAS,  Under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  required 
to  prepare  and  approve  a  Water  Supply  Assessment  (WSA)  for  the  3333  California  Street 
Project’s  cumulative  water  demands;  and 

WHEREAS,  A  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  the  CEQA  environmental 
review  process;  and 

WHEREAS,  As  an  informational  document,  approval  of  the  WSA  is  not  a  project  under 
CEQA  and  is  not  an  approval  of  the  3333  California  Street  Project;  and 

WHEREAS,  A  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS,  The  SFPUC  staff  prepared  a  WSA  for  the  3333  California  Street  Project, 
which  concluded  that  the  SFPUC  has  adequate  water  supplies  to  meet  the  Project’s  water 
demands  through  2040;  now,  therefore,  be  it 

RESOLVED,  This  Commission  approves  the  Water  Supply  Assessment  for  the  3333 
California  Street  Project,  pursuant  to  the  State  of  California  Water  Code  10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0143 


WHEREAS,  The  Peninsula  Corridor  Joint  Powers  Board  (JPB)  holds  an  easement  for 
railroad  purposes  in  and  immediately  adjacent  to  Mission  Bay  Drive  near  7th  Street  (JPB 
Easement  Area)  to  operate  Caltrain;  and 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  will  review  offers  of  public 
improvements  (Offers  of  Improvements)  for  storm  drain,  pedestrian  and  road  surface 
improvements,  and  traffic  controls  (Street  Improvements)  in  the  JPB  Easement  Area;  and 

WHEREAS,  Following  Board  of  Supervisors  acceptance  of  the  Offers  of  Improvements, 
the  SFPUC  will  own  and  maintain  a  storm  drain  in  the  JPB  Easement  Area;  and 

WHEREAS,  JPB  will  continue  to  operate  Caltrain  in  the  JPB  Easement  Area  following 
San  Francisco  Board  of  Supervisors  acceptance  of  the  Offers  of  Improvements;  and 

WHEREAS,  City  and  County  of  San  Francisco  (City)  and  JPB  desire  to  enter  into  a 
railroad  maintenance  agreement  (Railroad  Maintenance  Agreement)  whereby  JPB  consents  to 
the  Street  Improvements  within  the  JPB  Easement  Area  and  agrees  to  allow  the  City  to  maintain 
the  Street  Improvements;  and 

WHEREAS,  The  storm  drain  that  would  be  maintained  by  the  SFPUC  already  exists  and 
the  Agreement  consists  only  of  future  maintenance  activities  which  are  not  likely  to  result  in  a 
physical  change  in  the  environment,  this  Agreement  does  not  constitute  a  project  under  the 
California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378.  If  future  maintenance 
would  require  actions  that  would  result  in  a  physical  change  in  the  environment,  environmental 
review  would  be  conducted  according  to  the  CEQA  Guidelines;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
Railroad  Maintenance  Agreement  and  authorizes  the  SFPUC  General  Manager  to  execute  the 
Railroad  Maintenance  Agreement,  in  substantially  the  same  form  presented  to  this  Commission; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  enter 
into  any  amendments  or  modifications  to  the  Railroad  Maintenance  Agreement;  including 
without  limitation,  modification,  addition,  or  deletion  of  exhibits  and  to  enter  into  any  related 
documents,  instruments,  memoranda,  or  other  agreements  reasonably  necessary  to  consummate 
the  transaction  contemplated  in  the  Railroad  Maintenance  Agreement,  that  the  General  Manager 
determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interests  of  the  City;  do  not 
materially  increase  the  liabilities  or  obligations  of  the  City  or  materially  diminish  the  benefits  to 
the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Railroad 
Maintenance  Agreement  or  this  Resolution;  and  comply  with  all  applicable  laws,  including  the 
City  Charter;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  and/or 
the  City  Director  of  Property  to  take  steps  they,  in  consultation  with  the  City  Attorney,  deem 
necessary  and  advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  13,  2017. 

_ , _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0144 


WHEREAS,  American  Towers  LLC  owns  certain  real  property  consisting  of  Tower  3, 
located  at  Tower  Facility:  300  Radio  Road,  in  Daly  City,  California  (Premises);  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  wishes  to  connect 
its  in-City  Microwave  Network  to  the  Peninsula  and  complete  the  path  to  Moccasin  and 
encompass  critical  facilities  in  between;  and 

WHEREAS,  The  expanded  Microwave  Network  will  enhance  the  coverage  and 
reliability  of  SFPUC’ s  data  and  voice  communications,  including  Supervisory  Control  And  Data 
Acquisition  (SCADA)  and  Security,  and  provide  a  redundant  path  to  mission  critical  SFPUC 
facilities;  and 

WHEREAS,  The  Premises,  located  on  San  Bruno  Mountain  in  Daly  City,  are  uniquely 
situated  as  a  Microwave  Repeater  between  SFPUC’s  existing  sites  at  525  Golden  Gate  Ave  and 
Harry  Tracy  Water  Treatment  Plant;  and 

WHEREAS,  The  SFPUC  desires  to  obtain  a  license  to  install,  maintain,  and  operate 
SFPUC  microwave  communications  antennas,  radio  communication,  and  other  general 
telecommunications  equipment  on  the  Premises  for  a  term  of  seven  (7)  years  with  three  (3) 
additional  renewal  periods  of  five  (5)  years  each,  at  an  initial  annual  rent  of  $22,800  with  four 
percent  annual  increases;  and 

WHEREAS,  American  Towers  LLC  desires  to  enter  into  the  License,  allowing  the 
SFPUC  to  use  the  Premises  for  the  installation,  maintenance,  and  operation  of  SFPUC 
microwave  communications  antennas,  radio  communication,  and  other  general 
telecommunications  equipment;  and 

WHEREAS,  Entering  into  this  License  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378;  now,  therefore,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License  following  approval  by  resolution  of  the  Board 
of  Supervisors  and  the  Mayor  under  Charter  section  9. 1 18(b);  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  to  enter  into  future  amendments  to  this  License  to 
expand  the  premises  to  include  additional  SFPUC  communications  antennas  and  equipment,  as 
needed  by  SFPUC,  provided  that  such  amendments  do  not  increase  the  rent  under  this  License  by 
more  than  twenty  (20%)  percent,  and  to  seek  similar  authorization  from  the  Board  under  Charter 
section  9.1 18(b)  if  required  for  such  amendments. 


FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  other  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  13,  2017. 


- - - 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0145 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  at 
7484  Sheridan  Road  in  Sunol,  California  (Property);  and 

WHEREAS,  The  SFPUC  executive  management  deemed  the  Property  to  be  non-essential 
to  the  SFPUC’ s  current  and  future  utility  needs  of  each  enterprise;  and 

WHEREAS,  The  SFPUC  entered  into  an  agreement  dated  March  4,  2016  with  Colliers 
International  CA,  Inc.  (Broker)  for  real  estate  brokerage  services;  and 

WHEREAS,  The  SFPUC  complied  with  reporting,  notice  and  other  requirements  of  the 
California  Surplus  Property  Statute  (California  Government  Code  Sections  54220  through 
54233)  and  the  San  Francisco  Surplus  Property  Ordinance  (San  Francisco  Administrative  Code 
Chapter  23A)  with  respect  to  the  sale  of  the  Property;  and 

WHEREAS,  The  Broker  advertised  the  Property  on  commercial  real  estate  platforms  for 
many  weeks,  posted  signage  on  the  Property,  and  produced  offering  memoranda  and  other 
marketing  materials;  and 

WHEREAS,  The  SFPUC,  through  the  Broker,  solicited  bids  from  prospective  Property 
buyers  between  May  1 1,  2017  and  May  19,  2017  and 

WHEREAS,  Timothy  Su  and  Lan  Fong  Chen  (together.  Buyer)  submitted  the  highest  and 
best  responsible  offer  to  purchase  the  Property  for  $3,550,000;  and 

WHEREAS,  SFPUC  staff  and  Buyer  staff  have  agreed  to  the  terms  and  conditions  of  a 
Purchase  and  Sale  Agreement  (Agreement);  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  that  the 
proposed  action  does  not  constitute  a  project  under  California  Environmental  Quality  Act 
(CEQA)  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the 
environment,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  Property  is  surplus  to  the 
SFPUC’ s  utility  needs;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  and/or  City’s  Director  of  Property  to  seek  approval  of  the  Agreement  by  City’s  Board  of 
Supervisors  and  the  Mayor,  and  upon  such  approval,  to  execute  the  Agreement  in  substantially 
the  same  form  presented  to  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  Agreement;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC’s  General  Manager  to  negotiate  and  execute  the  Agreement,  subject  to  the  approval  of 
the  Board  of  Supervisors  and  Mayor;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  the  Director  of  Property  to  enter  into  any  amendments  or  modifications  to  this 
Agreement,  including  without  limitation,  the  exhibits,  that  the  General  Manager  or  Director  of 
Property  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of  the  City; 
do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  Agreement  or  this  resolution;  and  are  in  compliance 
with  all  applicable  laws,  including  the  City  Charter;  and  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  SFPUC  General  Manager 
to  execute  and  deliver  a  quitclaim  deed  conveying  the  Property  to  Buyer;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  General  Manager  of  the 
SFPUC  to  take  any  and  all  other  steps  they,  in  consultation  with  the  City  Attorney,  deem 
necessary  and  advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  13,  2017. 


Secretary,  Public  Utilities  Commission 
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Anson  Moran,  President 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.com/ViewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  408, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  71 -Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .1 6.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.orq/index.aspx?paae=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


1(0146 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

4.  Approve  Project  No.  CUW35201,  Alameda  Creek  Recapture  Project;  Adopt  the 

required  California  Environmental  Quality  Act  Findings,  including  a  Statement  of 
Overriding  Considerations,  and  the  Mitigation  Monitoring  and  Reporting  Program; 
and  authorize  the  General  Manager  to  implement  the  Project,  in  compliance  with 
the  Charter  and  applicable  law,  and  subject  to  subsequent  Commission  action 
and  Board  of  Supervisors  approval,  where  required.  (How) 

5.  Adjournment. 
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Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.cpm/ViewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  10:11  AM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

3.  General  Public  Comments 

•  Ms.  Ann  Clark,  Friends  of  Camp  Mather,  provided  an  update  regarding  events 
and  activities  at  the  Camp,  noting  a  July  4th  dedication  of  a  plaque  honoring 
Stephen  T.  Mather,  and  the  Camp’s  September  23rd  Gala  to  raise  money  for 
Camp  reforestation.  She  noted  1,500  pine  trees  have  been  removed. 

4.  Approve  Project  No.  CUW35201,  Alameda  Creek  Recapture  Project;  Adopt  the 

required  California  Environmental  Quality  Act  Findings,  including  a  Statement  of 

Overriding  Considerations,  and  the  Mitigation  Monitoring  and  Reporting  Program; 

and  authorize  the  General  Manager  to  implement  the  Project,  in  compliance  with 

the  Charter  and  applicable  law,  and  subject  to  subsequent  Commission  action 

and  Board  of  Supervisors  approval,  where  required.  (Resolution  17-0146) 

Ms.  Ellen  Levin,  Deputy  Manager,  Water  Enterprise,  gave  a  presentation 
regarding  the  Alameda  Creek  Recapture  Project  (ACRP). 

Ms.  Levin  discussed:  (1)  ACRP  background;  (2)  Key  Project  objectives; (3)  Project 
description;  (4)  Project  location;  (5)  Seven  Project  components;  (6)  Project 
operations;  (7)  Proposed  operating  scenario;  (8)  Additional  Project  operations; 
and  (9)  California  Environmental  Quality  Act  Certification  and  Findings. 

Ms.  Levin  responded  to  a  question  from  Commissioner  Vietor  as  to  whether  there 
were  any  concerns  from  any  environmental  groups/stakeholders. 

Ms.  Levin  responded  to  a  question  from  Commissioner  Caen  regarding  what 
happens  to  the  quarry  when  it  is  fully  mined  and  becomes  a  reservoir. 

President  Moran  stated  that  the  Planning  Commission  took  action  certifying  the 
completion  of  the  FEIR  in  with  CEQA  and  the  CEQA  Guidelines  in  its  Motion  No. 
19952,  at  their  June  22,  2017  meeting,  and  that  that  motion  number  will  be  added 
to  the  SFPUC  Resolution,  where  indicated. 

On  Motion  to  approve  item  4,  with  Planning  Commission  Motion  No.  1 9552  added 
to  the  Resolution. 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 
Public  Comments 

•  Mr.  Robert  Shaver,  General  Manager,  ACWD,  expressed  support  for  the 
concept  of  the  project,  but  discussed  concerns  regarding  aspects  of  the  project. 

5.  Adjournment. 

President  Moran  adjourned  the  meeting  at  10:28  AM. 


SFPUC  Minutes 
Special  Meeting 
June  23,  2017 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0146 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have  developed  a 
project  description  under  the  Water  System  Improvement  Program  (WSIP)  for  the  improvements 
to  the  regional  water  supply  system,  otherwise  known  as  Project  No.  CUW35201,  Alameda 
Creek  Recapture  Project  (the  “Project”);  and 

WHEREAS,  The  objectives  of  the  Project  are  to  recapture  the  water  that  would  have 
otherwise  been  stored  in  Calaveras  Reservoir  due  to  the  release  and  bypass  of  flows  from 
Calaveras  Dam  and  the  Alameda  Creek  Diversion  Dam  (ACDD),  respectively,  to  meet  instream 
flow  requirements,  thereby  maintaining  the  historical  annual  transfers  from  the  Alameda 
Watershed  system  to  the  SFPUC  regional  water  system;  minimize  impacts  on  water  supply 
during  drought,  system  maintenance,  and  in  the  event  of  water  supply  problems  or  transmission 
disruptions  in  the  Hetch  Hetchy  system;  maximize  local  watershed  supplies;  and  maximize  the 
use  of  existing  SFPUC  facilities  and  infrastructure;  and 

WHEREAS,  On  June  22,  2017,  the  Planning  Commission  reviewed  and  considered  the 
Final  Environmental  Impact  Report  (FEIR)  in  Planning  Department  File  No.  2015-004827ENV, 
consisting  of  the  Draft  Environmental  Impact  Report  (EIR)  and  the  Comments  and  Responses 
document,  and  found  that  the  contents  of  said  report  and  the  procedures  through  which  the  FEIR 
was  prepared,  publicized  and  reviewed  complied  with  the  provisions  of  the  California 
Environmental  Quality  Act  (CEQA),  the  CEQA  Guidelines  and  Chapter  3 1  of  the  San  Francisco 
Administrative  Code  and  found  further  that  the  FEIR  reflects  the  independent  judgment  and 
analysis  of  the  City  and  County  of  San  Francisco,  is  adequate,  accurate  and  objective,  and  that 
the  Comments  and  Responses  document  contains  no  significant  revisions  to  the  Draft  EIR,  and 
certified  the  completion  of  said  FEIR  in  compliance  with  CEQA  and  the  CEQA  Guidelines  in  its 
Motion  No.  19952;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public, 
relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project 
and  the  EIR;  and 

WHEREAS,  The  Project  and  EIR  files  have  been  made  available  for  review  by  the 
SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  The  Planning  Department,  Jonas  P.  Ionin,  is  the  custodian  of  records, 
located  in  File  No.  2015-004827ENV,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco, 
California;  and 

WHEREAS,  SFPUC  staff  prepared  proposed  findings,  as  required  by  CEQA  (CEQA 
Findings),  and  a  proposed  Mitigation,  Monitoring  and  Reporting  Program  (MMRP),  which 
material  was  made  available  to  the  public  and  the  Commission  for  the  Commission’s  review, 
consideration  and  action;  and 


WHEREAS,  The  Project  is  a  capital  improvement  project  approved  by  this  Commission 
as  part  of  the  WSIP;  and 

WHEREAS,  A  Final  Programmatic  EIR  (PEIR)  was  prepared  for  the  WSIP  and  certified 
by  the  Planning  Commission  on  October  30,  2008  by  Motion  No.  17734;  and 

WHEREAS,  Thereafter,  the  SFPUC  approved  the  WSIP  and  adopted  findings  and  a 
MMRP  as  required  by  CEQA  on  October  30,  2008  by  Resolution  No.  08-0200;  and 

WHEREAS,  The  Final  EIR  prepared  for  the  Project  is  tiered  from  the  WSIP  PEIR,  as 
authorized  by  and  in  accordance  with  CEQA;  and 

WHEREAS,  The  WSIP  PEIR  has  been  made  available  for  review  by  the  SFPUC  and  the 
public,  and  is  part  of  the  record  before  this  Commission;  and 

WHEREAS,  Implementation  of  the  Project  mitigation  measures  will  involve  consultation 
with,  or  required  approvals  by,  state  regulatory  agencies,  including  but  not  limited  to  the 
following:  San  Francisco  Bay  Regional  Water  Quality  Control  Board,  State  Water  Resources 
Control  Board  Division  of  Drinking  Water,  Bay  Area  Air  Quality  Management  District, 
California  Department  of  Fish  and  Wildlife,  and  any  other  regulatory  approvals  as  required;  and 

WHEREAS,  For  portions  of  the  City-owned  SFPUC  watershed  lands  in  the  vicinity  of 
where  the  Project  work  will  occur,  the  SFPUC  has  issued  easements,  leases,  permits,  or  licenses 
to  certain  parties  to  use  watershed  lands  for  various  purposes,  and  in  some  instances  other  parties 
hold  property  rights  or  interests  on  lands  along,  over,  under,  adjacent  to  or  in  the  vicinity  of  the 
watershed  lands  that  may  be  affected  by  the  Project;  and 

WHEREAS,  The  Project  may  require  the  SFPUC  General  Manager  to  apply  for  and 
execute  various  necessary  permits,  encroachment  permits,  temporary  and  permanent  right-of- 
way  agreements,  or  other  approvals,  and  those  permits  shall  be  consistent  with  SFPUC  existing 
fee  or  easement  interests,  where  applicable,  and  will  include  terms  and  conditions  including,  but 
not  limited  to,  maintenance,  repair  and  relocation  of  improvements  and  possibly  indemnity 
obligations;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR,  finds  that  the 
FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  actions  taken  herein,  and  hereby 
adopts  the  CEQA  Findings,  including  the  Statement  of  Overriding  Considerations,  attached 
hereto  as  Attachment  A  and  incorporated  herein  as  part  of  this  Resolution  by  this  reference 
thereto,  and  adopts  the  MMRP  attached  to  this  Resolution  as  Attachment  B  and  incorporated 
herein  as  part  of  this  Resolution  by  this  reference  thereto,  and  authorizes  a  request  to  the  Board 
of  Supervisors  to  adopt  the  same  CEQA  findings.  Statement  of  Overriding  Considerations,  and 
MMRP  that  are  necessary  in  connection  with  the  release  of  funding  for  project  construction;  and 
be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  (i)  exercise  any  City  or  SFPUC  right  under  any  deed,  easement,  lease,  permit,  or 
license  as  necessary  or  advisable  in  connection  with  the  Project,  and  (ii)  negotiate  and  execute 
with  owners  or  occupiers  of  property  interests  or  utility  facilities  or  improvements,  on,  along, 
over,  under,  adjacent  to,  or  in  the  vicinity  of  the  SFPUC's  watershed  lands,  new  or  amended 
easements,  leases,  permits,  licenses,  encroachment  removal,  or  other  project  related  agreements 
(each,  a  Use  Instrument)  with  respect  to  uses  and  structures,  fences,  and  other  above-ground  or 
subterranean  improvements  or  interests;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
negotiate  and  execute  revisions  to  Lease  No.  4289  with  Mission  Valley  Rock  Company  if  such 
revisions  are  necessary  for  the  construction  of  project  structures  by  removing  areas  from  the 
leased  premises,  with  no  other  material  changes  to  the  lease  terms,  and  to  seek  Board  of 
Supervisors  approval  of  the  lease  modification  under  Charter  section  9. 1 18;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Project  No. 
CUW35201,  Alameda  Creek  Recapture  Project,  and  authorizes  staff  to  proceed  with  actions 
necessary  to  implement  the  Project  consistent  with  this  Resolution,  including  advertising  for 
construction  bids,  provided,  however,  that  staff  will  return  to  seek  Commission  approval  for 
award  of  the  construction  contract. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  23,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


CANCELLATION  NOTICE 


The  Regular  Meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  June  27,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 


Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue,  1 3th  Floor 
San  Francisco,  CA  94102 


San  Francisco 
ate? 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  July  11,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  71 -Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.ora/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

H  311  Free  Language  Assistance:  & #§§■  m  /  Ayuda  gratuita  con  el  idioma  /  EecnjiaTHan  noMoiqb 
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/  wT'mri  mvrna  si’cifm’hi'^nrj  /  Libreng  tulong  para  sa  wikang  Tagalog  tnviaS 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .1 6.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paae=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes 

a)  June  13,  2017  Regular  Meeting 

b)  June  23,  2017  Special  Meeting 

4.  General  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Citizens’  Advisory  Committee  Resolution  in  Support  of  Equitable  Green 
Infrastructure  Implementation  throughout  the  Southeast  Sector  of  San 
Francisco  and  throughout  the  City 

e)  Water  Supply  Conditions  Update 

f)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

g)  Status  of  Record  Retention  Policy 

h)  Street  Light  Program  Update 

i)  Water  Supply  Agreement  Update 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update  (Hale) 

8.  San  Francisco  Groundwater  Program  Update  (Ritchie) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 


i i 0147 


b) 

1 10148 


c) 

IV 01*9 


d) 


nor*® 


e) 

IlGlui 

f) 


Approve  Amendment  No.  2  to  Agreement  No.  CS-167.A,  Comprehensive 
Technical  Services  for  Renewable  &  Advanced  Energy  Generation 
Systems,  with  AEPC  Group,  LLC,  to  provide  continued  assistance  with  the 
evaluation,  project  development,  permitting,  project  implementation,  and 
construction  of  renewable  and  advanced  energy  technologies  and  projects; 
and  authorize  the  General  Manager  to  execute  this  amendment,  extending 
the  term  by  one  year,  for  a  total  agreement  duration  of  six  years,  with  no 
change  to  the  agreement  amount.  (Hale) 

Approve  Amendment  No.  2  to  Agreement  No.  CS-167.B,  Comprehensive 
Technical  Services  for  Renewable  &  Advanced  Energy  Generation  Systems 
with  Black  &  Veatch  Corporation,  to  provide  continued  assistance  with  the 
evaluation,  project  development,  permitting,  project  implementation,  and 
construction  of  renewable  and  advanced  energy  technologies  and  projects; 
and  authorize  the  General  Manager  to  execute  this  amendment,  extending 
the  term  by  one  year,  for  a  total  agreement  duration  of  six  years,  with  no 
change  to  the  agreement  amount.  (Hale) 

Accept  work  performed  by  Shimmick  Construction  Company,  Inc.,  for 
Contract  No.  WD-2651 R,  Peninsula  201 1  Watershed  Compensation, 
Sherwood  Point;  Adobe  Gulch  Creek;  Skyline  Quarry;  Skyline  Boulevard 
Point;  and  Upper  San  Mateo  Creek  Project;  Approve  Modification  No.  7 
(Final),  decreasing  the  contract  amount  by  $239,151,  for  a  total  contract 
amount  of  $4,440,428;  and  authorize  final  payment  to  the  contractor. 

(How) 

Accept  work  performed  by  Azul  Works,  Inc.,  for  Contract  No.  WD-2745, 
Auxiliary  Water  Supply  System  -  New  Cisterns  D;  Approve  Modification 
No.  6  (Final),  decreasing  the  contract  amount  by  $74,714,  to  reconcile 
final  payment  items  to  reflect  actual  quantities  used  under  unit  price  and 
allowance  bid  items,  for  a  total  contract  amount  of  $4,234,620,  and  with  a 
time  extension  of  114  consecutive  calendar  days  (approximately  four 
months),  for  a  total  contract  duration  of  569  consecutive  calendar  days 
(approximately  one  year,  seven  months);  and  authorize  final  payment  to 
the  contractor.  (How) 

Accept  work  performed  by  Shaw  Pipeline,  Inc.,  for  Contract  No.  WW-590, 
Bryant  Street  Sewer  Replacement  and  Pavement  Renovation;  Approve 
Modification  No.  2  (Final),  decreasing  the  contract  by  $116,560,  fora 
total  contract  amount  of  $1 ,734,718,  and  with  a  time  extension  of  139 
consecutive  calendar  days  (approximately  four  and  one-half  months),  for 
a  total  contract  duration  of  326  consecutive  calendar  days  (approximately 
10  months,  26  days);  and  authorize  final  payment  to  the  contractor. 

(How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-651 , 
Griffith  Pump  Station  Improvements,  in  the  amount  of  $10,941,000,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Western  Water 
Contractors,  Inc.,  to  replace  or  refurbish  the  aging  mechanical,  electrical, 
and  instrumentation  &  controls  systems  of  the  entire  pump  station.  This 
proposed  action  constitutes  the  Approval  Action  for  the  project  for  the 


purposes  of  CEQA,  pursuant  to  Section  31.04(h)  of  the  San  Francisco 
Administrative  Code.  (How) 


g)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-661 , 
As-Needed  Sewer  Cleaning  and  Inspection  (FY18),  for  a  total  contract 
amount  not-to-exceed  $1,288,745,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Pipe  and  Plant  Solutions,  Inc.,  to  clean  and  inspect 
i  t  0  i.  «^  existing  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined 
i  throughout  San  Francisco.  The  proposed  action  is  the  Approval  Action  as 
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defined  in  the  San  Francisco  Administrative  Code,  Chapter  31. 

(How) 

h)  Authorize  the  General  Manager  to  amend  FY  2018  Capital  Plan  Bond 
Authorization  (Commission  Resolution  16-0035),  to  include  the  costs  to 
finance  the  Rollins  Road  Property  purchase,  for  an  amount  not-to-exceed 

$9,132,962.  (Sandler) 

REGULAR  CALENDAR 


10. 

Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute 
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an  Installment  Sale  Agreement  and  Grant  and  future  amendments  to  secure 
a  State  Revolving  Fund  loan  and  grant  for  the  Water  Enterprise  San  Francisco 
Westside  Recycled  Water  Project,  in  a  combined  amount  not-to-exceed 
$186,220,000.  (Sandler) 

ii. 

Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute 
an  Installment  Sale  Agreement  and  related  future  amendments  to  secure  a 
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State  Revolving  Fund  Loan  for  the  Wastewater  Enterprise  North  Point  Facility 
Outfall  System  Rehabilitation  Project,  in  an  amount  not-to-exceed 
$20,199,435.  (Sandler) 

12. 

Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute 
an  Installment  Sale  Agreement  and  related  future  amendments  to  secure  a 
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State  Revolving  Fund  Loan  for  the  Wastewater  Enterprise  Southeast  Water 
Pollution  Control  Plant  Primary/Secondary  Clarifier  Upgrades  Project,  in  an 

amount  not  to  exceed  $34,445,778.  (Sandler) 

13. 

Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute 
an  Installment  Sale  Agreement  and  related  future  amendments  to  secure  a 
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State  Revolving  Fund  Loan  for  the  Wastewater  Enterprise  Southeast  Water 
Pollution  Control  Plant  521/522  and  Disinfection  Upgrades  Project,  in  an 

amount  not-to-exceed  $40,006,740.  (Sandler) 

14. 

Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute 

the  Water  Enterprise  24th  Supplemental  Indenture  as  it  relates  to  entering 
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into  a  State  Revolving  Fund  Loan  for  the  San  Francisco  Westside  Recycled 
Water  Project.  (Sandler) 

15. 

Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute 

the  Wastewater  Enterprise  5th  Supplemental  Indenture  as  it  relates  to 
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entering  into  a  State  Revolving  Fund  Loans  for  Sewer  System  Improvement 
Program  Projects.  (Sandler) 


16. 

Approve  forms  of  credit  facility  agreements  in  the  principal  amounts  not  to 
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exceed  $100  Million  with  Bank  of  America,  NA,  $100  Million  with  Barclays 

Bank  PLC,  and  $100  Million  with  US  Bank  National  Association,  to  replace 
expiring  agreements  of  the  Water  Commercial  Paper  Program,  and  that 
provides  interim  funding  of  the  Water  Enterprise  Capital  Program;  and 
authorize  the  General  Manager  to  enter  into  agreements  with  Bank  of  America, 
Barclays,  and  US  Bank.  (Sandler) 

17. 

Approve  a  form  of  credit  facility  agreement  with  US  Bank  National 
Association  in  the  principal  amount  not  to  exceed  $75  million,  that 
replaces  an  expiring  agreement  of  the  Wastewater  Commercial  Paper 

1  /Oioii 

Program,  and  that  provides  interim  funding  of  the  Wastewater  Enterprise 

Capital  Program;  and  Authorize  the  General  Manager  to  enter  into  an 
agreement  with  US  Bank.  (Sandler) 

18. 

Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  a  Memorandum  of  Understanding  between  the  San 

Francisco  Public  Utilities  Commission,  the  San  Mateo  County  Resource 
Conservation  District,  Coastside  County  Water  District,  and  Sewer  Authority 

Mid-Coastside,  for  the  continued  operation  and  maintenance  of  the  Pilarcitos 
i  i  0  it>3  Creek  at  Half  Moon  Bay  Gauging  Station  USGS#  1 1162630,  for  an  amount 


19. 

not  to  exceed  $11,588,  and  with  a  duration  of  29  months  (two  years,  five 
months).  (Ritchie) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of 

Understanding  with  War  Memorial  Board  of  Trustees  for  the  SFPUC  Power 

Enterprise  to  install  and  operate  an  onsite  solar  electric  system  at  the  War 
Memorial  Opera  House,  located  at  301  Van  Ness  Avenue,  San  Francisco,  CA. 
This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of 
CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco  Administrative  Code. 

(Hale) 

20. 

Approve  Amendment  No.  1  to  Agreement  No.  CS-227,  Marketing  Outreach 
for  CleanPowerSF,  with  Davis  and  Associates  Communications,  to  provide 
public  education,  community  engagement,  marketing,  and  advertising  services 
for  CleanPowerSF;  and  authorize  the  General  Manager  to  execute  this 
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amendment,  increasing  the  agreement  by  $1,400,000,  for  a  total  not-to- 
exceed  agreement  amount  of  $2,800,000,  and  with  a  time  extension  of  four 
years,  for  a  total  agreement  duration  of  nine  years  and  20  days. 

(Hale) 

21. 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-646,  As- 
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Needed  Spot  Sewer  Replacement  No.  36,  for  a  total  contract  amount  not-to- 
exceed  $7,796,038,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
J.  Flores  Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an 
as-needed  basis,  at  locations  to  be  determined  throughout  San  Francisco.  The 

proposed  action  is  the  Approval  Action  as  defined  in  Chapter  31  of  the  San 
Francisco  Administrative  Code.  (How) 

22.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

23.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  76.10 
(d)(1)  (Milstein) 

Existing  Litigation 

Restore  Hetch  Hetchy  v  City  and  County  of  San  Francisco 

California  Court  of  Appeal,  Fifth  Appellate  District  Court,  Case  No.:  F074107 

City  Law  No.:  151 139  /  Date  Filed  July  12,  2016 

25.  Conference  with  Legal  Counsel  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Roddy) 

Anticipated  Litigation  as  Defendant 

26.  Pursuant  to  Government  Code  Section  54957  (b)  (1)  and  San  Francisco 
Administrative  Code  Section  67.10(b),  Public  Employee  Performance 
Evaluation  of  Harlan  L.  Kelly,  Jr.,  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission 

27.  Pursuant  to  Government  Code  Section  54957  (b)  (1)  and  San  Francisco 
Administrative  Code  Section  67.10(b),  and  Charter  Section  8B. 126(a),  Terms  of 
Employment  for  Harlan  L.  Kelly,  Jr.,  as  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 


29.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

30.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

31 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

32.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

33.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67. 10  (a) 

(Carrollj 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 


34.  Announcement  following  Closed  Session. 

35.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

36.  Other  New  Business. 


37.  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Moran,  Caen,  and  Courtney 
Excused:  Kwon 

Commissioner  Vietor  arrived  at  1:53  PM. 

President  Moran  introduced  Francesca  Gessner,  Deputy  City  Attorney,  who 
replaced  Deputy  City  Attorney  Noreen  Ambrose  upon  her  retirement. 

3.  Approval  of  the  Minutes 

a)  June  13,  2017  Regular  Meeting 

b)  June  23,  2017  Special  Meeting 

On  Motion  to  approve  the  Minutes  of  June  13,  and  23,  2017 
Ayes:  Moran,  Caen,  and  Courtney 

No  Public  Comment. 

4.  General  Public  Comments 

•  Ruben  Abrica,  Vice  Mayor,  City  of  East  Palo  Alto,  discussed  the  history  of 
East  Palo  Alto.  He  thanked  all  involved  for  the  agreement  to  transfer  of  1 
MGD  per  day  from  the  City  of  Mountain  View  to  the  City  of  East  Palo  Alto. 

•  Francisco  DaCosta  discussed  the  Sewer  System  Improvement  Program.  He 
requested  a  hearing  regarding  the  native  remains  found  at  Sunol. 

•  Eric  Brooks  discussed  the  SFPUC  newsletter  and  biosolids  disposal. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Citizens’  Advisory  Committee  Resolution  in  Support  of  Equitable  Green 

Infrastructure  Implementation  throughout  the  Southeast  Sector  of  San 

Francisco  and  throughout  the  City 

e)  Water  Supply  Conditions  Update 

f)  Status  of  Large  Development  Projects  in  the  Water  Service  Area 

g)  Status  of  Record  Retention  Policy 

h)  Street  Light  Program  Update 

i)  Water  Supply  Agreement  Update 

Public  Comment 

•  Anietie  Ekanem,  SFPUC  Citizens’  Advisory  Committee  (CAC),  spoke  to 
item  5d  and  discussed  green  infrastructure.  He  asked  that  there  is  equal 
distribution  of  infrastructure  projects  throughout  the  City,  and  that  money 
go  toward  education  and  infrastructure  programs.  He  invited  the 
Commission  to  attend  the  joint  CAC/SEFC  joint  meeting  on  August  9. 
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Ms.  Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  responded  to  a 
question  from  President  Moran  regarding  the  Street  Light  Program  update. 

Commissioner  Vietor  requested  that  the  SFPUC  provide  response  to  the 
issues  raised  in  the  CAC  resolution. 

Public  Comments 

•  Francisco  DaCosta  spoke  to  item  5g.  He  discussed  the  need  for  the 
retention  of  records  and  documents  and  asked  what  standards  are  being 
implemented. 

•  Eric  Brooks  discussed  the  LED  street  lamps  that  have  been  installed. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Ms.  Hale  provided  a  CleanPowerSF  update:  (1)  Enrollment:  81,000  active 
accounts;  3.3%  opt-out  rate;  3.6%  SuperGreen  upgrade  rate;  Waitlist  for 
service  increased  by  105.  (2)  Contracting:  Program  is  preparing  for  growth 
and  bids  for  renewable  power  are  out,  with  a  due  date  of  July  29;  Marketing 
and  outreach  efforts  continue  (item  #20  on  agenda  to  assist  with  those 
efforts);  (3)  LAFCo  Activities:  Board  of  Supervisor  (BOS)  Committee  did  not 
take  action  on  the  MOU  with  LAFCo;  Budget  Committee  removed  LAFCo 
positions  from  the  budget;  LAFCo  considering  issuing  RFP  to  support  their 
activities;  (4)  Regulatory  Activities:  California  Public  Utilities  Commission 
(CPUC)  issued  rule-making  to  review,  revise,  and  consider  alternatives  to 
PCI  A;  CPUC  dismissed  without  prejudice  the  investor  owned  utilities 
application  to  replace  the  PCI  A  with  their  preferred  portfolio  mechanism. 

GM  Kelly  responded  to  a  question  from  Commissioner  Courtney  regarding 
the  BOS’s  decision  on  LAFCo.  He  stated  he  expressed  support  for 
continuing  the  MOU  and  the  relationship  with  LAFCo. 

Commissioner  Courtney  expressed  concern  with  staffing  and  noted  work 
with  LAFCo  isn’t  complete  and  needs  to  continue. 

AGM  Hale  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
ability  of  the  Commission  to  share  a  voice  in  CPUC  proceedings  related  to 
the  PCIA. 

Public  Comment 

•  Jason  Fried,  LAFCo,  stated  the  LAFCo  MOU  was  reintroduced  by 
Supervisor  Fewer  in  an  effort  to  clear  up  misconceptions,  and  believes  the 
Board  will  take  action  on  the  MOU.  He  commended  staff  for  their  work. 

•  Jed  Holtzman,  350  Bay  Area,  concurred  with  Commissioner  Vietor’s 
comments  on  the  PCIA.  He  expressed  surprise  with  the  Budget 
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Committee’s  decision  on  the  LAFCo  MOU  and  indicated  the  Commission 
should  advocate  for  keeping  LAFCo. 

•  Eric  Brooks,  multiple  organizations,  spoke  to  the  PCIA  and  LAFCo  MOU. 

8.  San  Francisco  Groundwater  Program  Update 

Mr.  Steve  Ritchie,  AGM  Water,  provided  an  update  on  the  San  Francisco  (SF) 
Groundwater  Project.  His  presentation  covered:  (1)  The  need  to  diversify  our 
water  supplies;  (2)  The  need  to  diversify  our  water  supplies:  OneWaterSF;  (3) 
The  need  to  diversify  now;  (4)  Annual  expected  progress;  (5)  SF  Groundwater 
Project  History  (early  and  recent);  (6)  Status  of  the  SF  Groundwater  Project;  (7) 
Operation  of  the  SF  Groundwater  Project;  (8)  Groundwater  blend  distribution; 

(9)  Addressing  water  quality  concerns;  (10)  Nitrate  levels  in  blended  water 
supply;  (11)  Manganese  levels  in  blended  water  supply;  (12)  Hexavalent 
Chromium  levels  in  blended  water  supply;  (13)  A  decade  of  groundwater 
outreach;  and  (14)  Conclusion. 

Mr.  Ritchie  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
“ Actual  Expected  Progress”  slide.  She  requested  that  staff  do  all  possible  to 
achieve  acceleration  of  supply  diversification  and  that  water  quality  continue  to 
be  closely  monitored. 

Public  Comment 

•  Bill  Martin,  Sierra  Club,  read  a  letter  submitted  for  the  record  on  behalf  of 
Alameda  Creek  Alliance,  California  Sportfishing  Protection  Alliance;  Clean 
Water  Action;  Golden  West  Women  Flyfishers;  Restore  Hetch  Hetchy;  San 
Francisco  Baykeeper;  Sierra  Club;  and  Tuolumne  River  Trust,  in  support  of 
the  Program. 

•  Adrain  Covert,  Bay  Area  Council,  expressed  support  for  the  Program  and  the 
need  for  diversification  of  supply  to  meet  demand. 

•  Tom  Francis,  Water  Resources  Manager,  BAWSCA,  provide  PowerPoint 
Slides:  (1)  How  BAWSCA  member  agencies  rely  on  groundwater  for  11%  of 
supply;  (2)  Provide  significant  portion  of  supplies  for  some  agencies;  and  (3) 
Groundwater  is  projected  to  be  12%  of  BAWSCA  agencies  supply  in  2040. 
He  stated  safe  and  reliable  resources  are  necessary  and  that  BAWSCA 
supports  the  Program. 

•  Amy  Zock,  SFPUC  CAC,  District  4  Representative  and  Wastewater  Chair, 
expressed  support  for  the  Program  and  the  need  for  planning.  She  stated  the 
CAC  is  committed  to  the  Program  and  will  assist  with  outreach  efforts. 

•  Zarine  Kakalia,  Tuolumne  River  Trust,  expressed  support  for  the  Program. 
She  discussed  the  Raker  Act  and  stated  the  water  saved  should  be 
released. 

•  Wendy  Aragon,  Chair,  SFPUC  CAC,  District  1,  discussed  the  CAC’s 
involvement  with  groundwater;  the  importance  of  diversification  of  water 
supply;  and  the  CAC’s  support  for  the  Program;  and  desire  for  continued 
partnership  with  outreach  efforts. 

Commissioner  Courtney  thanked  Ms.  Aragon  and  the  CAC  for  their  work. 
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•  Becky  Evans  stated  San  Francisco  is  fortunate  to  have  good  water 
resources.  She  expressed  support  for  the  Program  and  noted  the  length  of 
time  necessary  to  plan  for  such  large  projects. 

•  Chris  Bowman,  Coalition  for  San  Francisco  Neighborhoods,  indicated  the 
organization  is  opposed  to  the  Program.  He  distributed  documents  in  support 
of  their  position.  He  discussed  conservation  efforts  that  have  been  taken. 

•  John  Rizzo  expressed  support  for  the  Program;  Stated  diversification  of 
supply  is  needed;  and  discussed  the  normal  use  of  groundwater  by  other 
jurisdictions. 

•  Francisco  DaCosta  discussed  the  Raker  Act.  He  stated  graywater  should  be 
used  to  flush  toilets,  and  expressed  opposition  to  the  Program. 

•  Eric  Brooks,  multiple  organizations,  discussed  the  need  for  groundwater.  He 
expressed  concern  with  pesticides/herbicides  and  the  need  to  filter  water. 

•  Tom  Gilberti  discussed  Mr.  Ritchie’s  presentation  and  expressed  concerns 
with  water  quality,  health  concerns,  and  trust  of  the  EPA. 

•  Mr.  Jed  Holtzman  expressed  support  for  supply  diversification.  He  noted  due 
diligence  is  necessary  to  make  the  public  feel  safe. 

•  Lisa  (inaudible)  discussed  water  quality  and  skepticism  over  using  EPA  as 
regulatory  agency,  and  that  staff  not  accept  regulatory  standards. 

President  Moran  stated  that  the  presentation  was  for  informational  purpose  only 
and  to  present  the  history  and  logic  of  Program  as  it  stands  today.  He  thanked 
all  for  their  attendance  and  comments. 

9.  Consent  Calendar 

a)  Approve  Amendment  No.  2  to  Agreement  No.  CS-167.A,  Comprehensive 

Technical  Services  for  Renewable  &  Advanced  Energy  Generation 
Systems,  with  AEPC  Group,  LLC,  to  provide  continued  assistance  with  the 

evaluation,  project  development,  permitting,  project  implementation,  and 

construction  of  renewable  and  advanced  energy  technologies  and  projects; 

and  authorize  the  General  Manager  to  execute  this  amendment,  extending 

the  term  by  one  year,  for  a  total  agreement  duration  of  six  years,  with  no 

change  to  the  agreement  amount.  (Resolution  17-0147) 

b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-167.B,  Comprehensive 

Technical  Services  for  Renewable  &  Advanced  Energy  Generation  Systems 

with  Black  &  Veatch  Corporation,  to  provide  continued  assistance  with  the 

evaluation,  project  development,  permitting,  project  implementation,  and 

construction  of  renewable  and  advanced  energy  technologies  and  projects; 

and  authorize  the  General  Manager  to  execute  this  amendment,  extending 

the  term  by  one  year,  for  a  total  agreement  duration  of  six  years,  with  no 

change  to  the  agreement  amount.  (Resolution  17-0148) 

c)  Accept  work  performed  by  Shimmick  Construction  Company,  Inc.,  for 

Contract  No.  WD-2651R,  Peninsula  2011  Watershed  Compensation, 

Sherwood  Point;  Adobe  Gulch  Creek;  Skyline  Quarry;  Skyline  Boulevard 

Point;  and  Upper  San  Mateo  Creek  Project;  Approve  Modification  No.  7 

(Final),  decreasing  the  contract  amount  by  $239,151 ,  for  a  total  contract 
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amount  of  $4,440,428;  and  authorize  final  payment  to  the  contractor. 

(Resolution  17-0149) 

d)  Accept  work  performed  by  Azul  Works.  Inc.,  for  Contract  No.  WD-2745, 

Auxiliary  Water  Supply  System  -  New  Cisterns  D;  Approve  Modification  No. 

6  (Final),  decreasing  the  contract  amount  by  $74,714,  to  reconcile  final 

payment  items  to  reflect  actual  quantities  used  under  unit  price  and 

allowance  bid  items,  for  a  total  contract  amount  of  $4,234,620.  and  with  a 

time  extension  of  1 14  consecutive  calendar  days,  for  a  total  contract 

duration  of  569  consecutive  calendar  days;  and  authorize  final  payment  to 

the  contractor.  (Resolution  17-0150) 

e)  Accept  work  performed  by  Shaw  Pipeline.  Inc.,  for  Contract  No.  WW-590, 

Bryant  Street  Sewer  Replacement  and  Pavement  Renovation;  Approve 

Modification  No.  2  (Final),  decreasing  the  contract  by  $1 16,560,  for  a  total 

contract  amount  of  $1,734,718,  and  with  a  time  extension  of  139 
consecutive  calendar  days,  for  a  total  contract  duration  of  326  consecutive 

calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 

17-0151) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-651 , 

Griffith  Pump  Station  Improvements,  in  the  amount  of  $10,941 ,000,  to  the 

lowest,  qualified,  responsible  and  responsive  bidder.  Western  Water 

Contractors,  Inc.,  to  replace  or  refurbish  the  aging  mechanical,  electrical. 

and  instrumentation  &  controls  systems  of  the  entire  pump  station.  This 

proposed  action  constitutes  the  Approval  Action  for  the  project  for  the 

purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San  Francisco 

Administrative  Code.  (Resolution  17-0152) 

g)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-661 ,  As- 

Needed  Sewer  Cleaning  and  Inspection  (FY18),  for  a  total  contract  amount 

not-to-exceed  $1,288,745,  to  the  lowest,  qualified,  responsible  and 

responsive  bidder.  Pipe  and  Plant  Solutions,  Inc.,  to  clean  and  inspect 

existing  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined 

throughout  San  Francisco.  The  proposed  action  is  the  Approval  Action  as 

defined  in  the  San  Francisco  Administrative  Code,  Chapter  31 .  (Resolution 

17-0153) 

h)  Authorize  the  General  Manager  to  amend  FY  2018  Capital  Plan  Bond 

Authorization  (Commission  Resolution  16-0035),  to  include  the  costs  to 

finance  the  Rollins  Road  Property  purchase,  for  an  amount  not-to-exceed 

$9.132.962.  (Resolution  17-0154) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

No  Public  Comment. 

At  the  request  of  President  Moran,  the  Commission  Secretary  read  items  10 
through  15  together. 
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10.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute  an 

Installment  Sale  Agreement  and  Grant  and  future  amendments  to  secure  a 

State  Revolving  Fund  loan  and  grant  for  the  Water  Enterprise  San  Francisco 

Westside  Recycled  Water  Project,  in  a  combined  amount  not-to-exceed 

$186.220.000.  (Resolution  17-0155) 

11.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute  an 

Installment  Sale  Agreement  and  related  future  amendments  to  secure  a  State 

Revolving  Fund  Loan  for  the  Wastewater  Enterprise  North  Point  Facility  Outfall 

System  Rehabilitation  Project,  in  an  amount  not-to-exceed  $20,199,435. 

(Resolution  17-0156) 

12.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute  an 

Installment  Sale  Agreement  and  related  future  amendments  to  secure  a  State 

Revolving  Fund  Loan  for  the  Wastewater  Enterprise  Southeast  Water  Pollution 

Control  Plant  Primarv/Secondarv  Clarifier  Upgrades  Project,  in  an  amount  not 

to  exceed  $34,445,778.  (Resolution  17-0157) 

13.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute  an 

Installment  Sale  Agreement  and  related  future  amendments  to  secure  a  State 

Revolving  Fund  Loan  for  the  Wastewater  Enterprise  Southeast  Water  Pollution 

Control  Plant  521/522  and  Disinfection  Upgrades  Project,  in  an  amount  not-to- 

exceed  $40,006,740.  (Resolution  17-0158) 

14.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute 
the  Water  Enterprise  24th  Supplemental  Indenture  as  it  relates  to  entering  into  a 

State  Revolving  Fund  Loan  for  the  San  Francisco  Westside  Recycled  Water 

Project.  (Resolution  17-0159) 

15.  Discussion  and  possible  action  to  authorize  the  General  Manager  to  execute 

the  Wastewater  Enterprise  5th  Supplemental  Indenture  as  it  relates  to  entering 

into  a  State  Revolving  Fund  Loans  for  Sewer  System  Improvement  Program 

Projects.  (Resolution  17-0160) 

Mr.  Eric  Sandler,  AGM  Business  Services  discussed:  (1)  State  Revolving  Fund 
(SRF)  Program  background;  (2)  Proposed  grants  and  loans;  (3)  Rate 
Supplemental  Indentures;  and  (4)  Requested  Commission  action. 

AGM  Sandler  responded  to  a  question  from  Commissioner  Caen  regarding 
SFR  bond  loan  reimbursement  and  history  on  how  soon  will  be  reimbursed. 

On  Motion  to  approve  items  10  through  15: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

No  Public  Comment. 

At  the  request  of  President  Moran,  the  Commission  Secretary  read  items  16 
and  1 7  together. 


SFPUC  Minutes 
July  11,  2017 


Page  7 


16. 


Approve  forms  of  credit  facility  agreements  in  the  principal  amounts  not  to 

exceed  $100  Million  with  Bank  of  America,  NA,  $100  Million  with  Barclays  Bank 

PLC.  and  $100  Million  with  US  Bank  National  Association,  to  replace  expiring 

agreements  of  the  Water  Commercial  Paper  Program,  and  that  provides  interim 

funding  of  the  Water  Enterprise  Capital  Program:  and  authorize  the  General 

Manager  to  enter  into  agreements  with  Bank  of  America,  Barclays,  and  US 

Bank.  (Resolution  17-0161) 

17.  Approve  a  form  of  credit  facility  agreement  with  US  Bank  National  Association 

in  the  principal  amount  not  to  exceed  $75  million,  that  replaces  an  expiring 

agreement  of  the  Wastewater  Commercial  Paper  Program,  and  that  provides 

interim  funding  of  the  Wastewater  Enterprise  Capital  Program:  and  Authorize 

the  General  Manager  to  enter  into  an  agreement  with  US  Bank.  (Resolution  17- 
01621 

Mr.  Sandler  discussed:  (1)  Current  status  of  interim  funding  of  Water  and 
Wastewater  Capital  Programs;  (2)  Proposed  replacement  credit  facilities;  (3) 
Direct  Loan;  (4)  Proposed  Agreement  terms:  Water  interim  funding  (Bank  of 
America,  Barclays,  and  US  Bank  direct  loan);  (4)  Proposed  agreement  terms: 
Wastewater  interim  funding  (US  Bank  direct  loan);  (5)  Forms  of  documents: 
Water  interim  funding  program;  (6)  Forms  of  documents:  Wastewater  interim 
program;  (7)  Disclosures;  and  (8)  Requested  action  summary. 

On  Motion  to  approve  items  16  and  17: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

Public  Comment 

•  Mr.  Francis,  BAWSCA,  indicated  support  for  item  16. 

Commissioner  Caen  expressed  appreciation  to  AGM  Sandler  for  the  clarity  of 
his  presentation. 

18.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 

San  Francisco,  a  Memorandum  of  Understanding  between  the  San  Francisco 

Public  Utilities  Commission,  the  San  Mateo  County  Resource  Conservation 

District,  Coastside  County  Water  District,  and  Sewer  Authority  Mid-Coastside, 

for  the  continued  operation  and  maintenance  of  the  Pilarcitos  Creek  at  Half 

Moon  Bay  Gauging  Station  USGS#  1 1162630,  for  an  amount  not  to  exceed 

$1 1 ,588,  and  with  a  duration  of  29  months.  (Resolution  17-0163) 

AGM  Ritchie  introduced  the  item  and  noted  a  correction  on  the  Fourth  Whereas 
clause,  stating  it  should  read  “surface  water”  not  groundwater. 

On  Motion  to  approve  item  18  with  correction  to  fourth  Whereas  clause: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

No  Public  Comment. 

19.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  War  Memorial  Board  of  Trustees  for  the  SFPUC  Power  Enterprise  to  install 

and  operate  an  onsite  solar  electric  system  at  the  War  Memorial  Opera  House, 
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located  at  301  Van  Ness  Avenue,  San  Francisco.  CA.  This  action  constitutes 

the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 

Section  31 .04(h)  of  the  San  Francisco  Administrative  Code.  (Resolution  17- 

0166) 

AGM  Hale  responded  to  Commissioner  Courtney’s  questions  and  concerns 
regarding  the  work  performed  and  on-going  maintenance,  as  per  the  MOU.  GM 
Kelly  provided  additional  response  on  work  performed. 

Commissioner  Courtney  requested  that  a  motion  and  vote  on  the  item  be 
deferred  until  after  Closed  Session.  President  Moran  agreed  to  delay  the  item. 

20.  Approve  Amendment  No.  1  to  Agreement  No.  CS-227,  Marketing  Outreach  for 

CleanPowerSF,  with  Davis  and  Associates  Communications,  to  provide  public 

education,  community  engagement,  marketing,  and  advertising  services  for 

CleanPowerSF;  and  authorize  the  General  Manager  to  execute  this 
amendment,  increasing  the  agreement  by  $1,400,000,  for  a  total  not-to-exceed 

agreement  amount  of  $2,800,000,  and  with  a  time  extension  of  four  years,  for  a 

total  agreement  duration  of  nine  years  and  20  days.  (Resolution  17-0164) 

AGM  Hale  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  20 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

Public  Comment 

•  Jason  Fried,  LAFCo,  expressed  support  for  the  item. 

21.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-646,  As- 

Needed  Spot  Sewer  Replacement  No.  36,  for  a  total  contract  amount  not-to- 

exceed  $7,796,038,  to  the  lowest,  Qualified,  responsible  and  responsive  bidder. 

J.  Flores  Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an 

as-needed  basis,  at  locations  to  be  determined  throughout  San  Francisco.  The 

proposed  action  is  the  Approval  Action  as  defined  in  Chapter  31  of  the  San 

Francisco  Administrative  Code.  (Resolution  17-0165) 

Ms.  Kathy  How,  AGM  Infrastructure,  noted  only  one  bid  was  received  due  to 
the  excessive  construction  in  San  Francisco,  and  limited  bidding  on  jobs  under 
$10M.  She  requested  Commission  approval. 

On  Motion  to  approve  item  21 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

No  Public  Comment. 

The  Commission  Secretary  read  Closed  Session  items  24  through  27,  and 
noted  items  28  through  33  would  not  be  heard. 

22.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

None. 
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23.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

The  Commission  entered  Closed  Session  at  3:51  PM. 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  76.10 

(d)(1) 

Existing  Litigation 

Restore  Hetch  Hetchv  v  City  and  County  of  San  Francisco 

California  Court  of  Appeal,  Fifth  Appellate  District  Court.  Case  No.:  F074107 

City  Law  No.:  151139/  Date  Filed  July  12,  2016 

25.  Conference  with  Legal  Counsel  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Anticipated  Litigation  as  Defendant 

26.  Pursuant  to  Government  Code  Section  54957  (b)  (1)  and  San  Francisco 

Administrative  Code  Section  67.10(b),  Public  Employee  Performance 
Evaluation  of  Harlan  L.  Kelly,  Jr.,  General  Manager  of  the  San  Francisco  Public 

Utilities  Commission 

27.  Pursuant  to  Government  Code  Section  54957  (b)  (1)  and  San  Francisco 
Administrative  Code  Section  67.10(b),  and  Charter  Section  8B.1 26(a),  Terms  of 

Employment  for  Harlan  L.  Kelly,  Jr.,  as  General  Manager  of  the  San  Francisco 

Public  Utilities  Commission 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

29.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 
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Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 


30.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

31 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

32.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

33.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67. 10  (a) 

The  Commission  exited  Closed  Session  at  5:18  PM. 

34.  Announcement  following  Closed  Session 

President  Moran  announced  that  no  action  was  taken  during  Closed  Session. 

35.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

Commissioner  Cortney  returned  to  item  19,  and  stated  he  is  comfortable  with 
the  sen/ices  of  the  MOU,  and  moved  the  item. 
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On  Motion  to  approve  item  19 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

No  Public  Comment. 

36.  Other  New  Business 
None. 


37.  Adjournment 

President  Moran  adjourned  the  meeting  at  5:20  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0147 


WHEREAS,  On  August  28,  2012,  this  Commission  awarded  Agreement  No.  CS-167.A, 
Comprehensive  Technical  Services  for  Renewable  &  Advanced  Energy  Generation  Systems,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
negotiate  and  execute  a  professional  services  agreement,  in  the  amount  of  $2,250,000,  and  with  a 
term  of  five  years,  concluding  on  September  29,  2017,  with  AEPC  Group,  LLC;  and 

WHEREAS,  Amendment  No.  1  was  issued  July  29,  2015  for  $1,000,000,  increasing  the 
total  not-to-exceed  agreement  amount  to  $3,250,000,  in  order  to  accommodate  renewable  and 
advanced  energy  goals;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  one  year,  for  a  total  agreement 
duration  of  six  years  through  September  29,  2018,  with  no  change  to  the  agreement  amount,  in 
order  to  accommodate  renewable  and  advanced  energy  goals,  specifically  in  the  areas  of  project 
development,  implementation,  and  construction;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  subconsulting 
requirement  of  8%  Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be 
provided)  for  this  agreement  and  AEPC  Group,  LLC  committed  to  LBE  subconsultant 
participation  of  10.8%;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Sustainable  Energy  Account 
CUH947,  Civic  Center  Solar  Account  CUH988,  Small  Renewables  Account  CUH993,  and  Small 
Hydro  Account  CUH994;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-167.A,  Comprehensive  Technical  Services  for  Renewable  &  Advanced  Energy 
Generation  Systems,  with  AEPC  Group,  LLC  for  assistance  with  the  evaluation,  project 
development,  permitting,  project  implementation,  and  construction  of  renewable  and  advanced 
energy  technologies  and  projects,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute 
this  amendment  with  a  time  extension  of  one  year,  for  a  total  agreement  duration  of  six  years 
through  September  29,  2018,  with  no  change  to  the  agreement  amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0148 


WHEREAS,  On  August  28,  2012,  this  Commission  awarded  Agreement  No.  CS-167.B, 
Comprehensive  Technical  Services  for  Renewable  &  Advanced  Energy  Generation  Systems,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
negotiate  and  execute  a  professional  services  agreement,  in  the  amount  of  $2,250,000  with  a 
term  of  five  years  concluding  on  September  29,  2017,  with  Black  &  Veatch  Corporation;  and 

WHEREAS,  Amendment  No.  1  was  issued  on  November  3,  2016  for  $1,000,000, 
increasing  the  total  not-to-exceed  agreement  amount  to  $3,250,000,  in  order  to  accommodate 
renewable  and  advanced  energy  goals;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  an  extension  of  the  term  by  one 
year  until  September  29,  2018,  for  a  total  agreement  duration  of  six  years,  with  no  change  to  the 
agreement  amount,  in  order  to  accommodate  renewable  and  advanced  energy  goals,  specifically 
in  the  areas  of  project  development,  implementation,  and  construction;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  subconsulting 
requirement  of  8%  Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be 
provided)  for  this  agreement  and  Black  &  Veatch  Corporation  committed  to  LBE  subconsultant 
participation  of  11%;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Sustainable  Energy  Account 
CUH947,  Civic  Center  Solar  Account  CUH988,  Small  Renewables  Account  CUH993,  and  Small 
Hydro  Account  CUH994;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-167.B,  Comprehensive  Technical  Services  for  Renewable  &  Advanced  Energy 
Generation  Systems,  with  Black  &  Veatch  Corporation  for  assistance  with  the  evaluation,  project 
development,  permitting,  project  implementation,  and  construction  of  renewable  and  advanced 
energy  technologies  and  projects,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute 
this  amendment,  with  a  time  extension  of  one  year  until  September  29,  2018,  for  a  total 
agreement  duration  of  six  years,  with  no  change  to  the  agreement  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0149 


WHEREAS,  On  April  24,  2012,  by  Resolution  No.  12-0058,  this  Commission  awarded 
Contract  No.  WD-2651R,  Peninsula  2011  Watershed  Compensation,  SASS,  and  Upper  San 
Mateo  Creek  Project,  in  the  amount  of  $5,591,750,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  Shimmick  Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  May  31,  2012, 
with  an  original  schedule  of  1645  consecutive  calendar  days,  and  the  contract  work  was 
completed  within  1645  consecutive  calendar  days  on  November  28,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,591,750;  and 

WHEREAS,  Modification  Nos.  1  through  6  were  issued  to  remove,  treat  and  dispose 
additional  pampas  grass  plants;  place  logs,  topsoil  and  riprap  to  prevent  erosion;  raise 
approximately  1,000  feet  of  existing  road;  delete  City  Representative  trailer;  delete  Sherwood 
Point  and  Upper  San  Mateo  Creek  sites;  and  to  hand  remove  non-native  plants,  which  resulted  in 
a  cumulative  deduction  to  the  contract  amount  of  $912,171,  decreasing  the  contract  amount  to 
$4,679,579;  and 

WHEREAS,  Modification  No.  7  is  being  requested  for  a  deduction  to  the  contract  of 
$239,151  to  delete  unused  allowances  and  unused  unit  quantities,  and  will  decrease  the  final 
contract  amount  to  $4,440,428;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  made 
a  good  faith  effort  to  comply  with  its  Local  Business  Enterprise  (LBE)  subcontractor 
participation  goal  of  18%  by  achieving  a  final  LBE  subcontractor  participation  rate  of  10.84%; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW38802  Bioregional  Habitat  Restoration; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water  Enterprise 
WSIP  funded  Contract  No.  WD-2651R  Peninsula  2011  Watershed  Compensation,  SASS  and 
Upper  San  Mateo  Creek  Project;  approves  Modification  No.  7  (Final),  decreasing  the  contract  by 
$239,151,  for  a  final  contract  amount  of  $4,440,428;  and  authorizes  final  payment  to  the 
contractor,  Shimmick  Construction  Company,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0150 


WHEREAS,  Construction  has  been  completed  for  Earthquake  Safety  &  Emergency 
Response  Bond  Program  funded  Contract  No.  WD-2745,  Auxiliary  Water  Supply  System  -  New 
Cisterns  D,  by  the  contractor,  Azul  Works,  Inc.;  and 

WHEREAS,  On  November  12,  2014,  by  Resolution  No.  14-0179,  this  Commission 
awarded  Contract  No.  WD-2745,  Auxiliary  Water  Supply  System  -  New  Cisterns  D,  in  the 
amount  of  $4,247,350,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Azul  Works, 
Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  9, 
2015,  with  an  original  schedule  of  455  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  569  consecutive  calendar  days  on  August  30,  2016;  and 

WHEREAS,  Modification  Nos.  1-5  were  issued  in  the  amount  of  $61,984  to  address 
various  additional  structural  rebar,  Americans  with  Disabilities  Act  curb  ramp,  and  brick 
identification  ring  changes,  and  additional  utilities  support  work,  increasing  the  contract  amount 
to  $4,309,334;  and 

WHEREAS,  Modification  No.  6  (Final)  is  being  requested  in  the  amount  of  ($74,714)  to 
reconcile  final  payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid 
items,  decreasing  the  total  contract  amount  to  $4,234,620  with  a  time  extension  of  114 
consecutive  calendar  days  for  a  final  contract  duration  of  569  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  made 
a  good  faith  effort  to  comply  with  its  Local  Business  Enterprise  (LBE)  subcontractor 
participation  goal  of  15%  by  achieving  a  final  LBE  subcontractor  participation  rate  of  43.16%; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW07,  New  Cisterns;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Azul  Works,  Inc. 
for  Earthquake  Safety  &  Emergency  Response  Bond  Program  funded  Contract  No.  WD-2745, 
Auxiliary  Water  Supply  System  -  New  Cisterns  D;  approves  Modification  No.  6  (Final)  to 
decrease  the  contract  amount  by  $74,7 14,  for  a  final  contract  amount  of  $4,234,620,  with  a  time 
extension  of  114  consecutive  calendar  days  for  a  final  contract  duration  of  569  consecutive 
calendar  days;  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0151 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  and  San  Francisco  Public  Works  (SFPW)  Street  Resurfacing 
Program  funded  Contract  No.  WW-590,  Bryant  Street  Sewer  Replacement  and  Pavement 
Renovation,  by  the  contractor,  Shaw  Pipeline,  Inc.;  and 

WHEREAS,  On  June  23,  2015,  by  Resolution  No.  15-0141,  this  Commission  awarded 
Contract  No.  WW-590,  Bryant  Street  Sewer  Replacement  and  Pavement  Renovation,  in  the 
amount  of  $1,851,278,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Shaw  Pipeline, 
Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  August  10, 
2015,  with  an  original  schedule  of  93  consecutive  calendar  days  and  the  contract  work  was 
completed  in  326  consecutive  calendar  days  on  June  30,  2016;  and 

WHEREAS,  Modification  No.  1  was  approved  (Resolution  No.  16-0007  dated  January 
12,  2016)  for  a  time  extension  of  94  consecutive  calendar  days  to  allow  for  additional  time  due  to 
unforeseen  site  conditions  and  for  the  utility  connection  to  be  completed  at  a  new  building  being 
constructed  at  the  southwest  corner  of  Bryant  and  Dore  Streets  and  increased  the  revised  contract 
duration  to  187  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  ($1 16,560)  to  adjust  final 
contract  quantities  to  match  actual  contract  quantities  completed,  decreasing  the  contract  amount 
to  $1,734,718,  and  increasing  the  contract  duration  by  139  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor 
substantially  complied  with  its  Local  Business  Enterprise  (LBE)  subcontractor  participation  goal 
of  14%  by  achieving  a  final  LBE  subcontractor  participation  rate  of  39.59%;  and 

WHEREAS,  Funds  are  available  from  PUC  WWE  Project  No.  CWWRNRCSB5,  Bryant 
Street  Sewer  Replacement  and  SFPW  Project  No.  CPWHUT1571,  Bryant  Street  Pavement 
Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  R&R  and 
SFPW  Street  Resurfacing  Program  funded  Contract  No.  WW-590,  Bryant  Street  Sewer 
Replacement  and  Pavement  Renovation,  approves  Modification  No.  2  (Final),  decreasing  the 
contract  by  $116,560,  for  a  final  contract  amount  of  $1,734,718  with  a  time  extension  of  139 
consecutive  calendar  days  for  a  final  contract  duration  of  326  consecutive  calendar  days;  and 
authorizes  final  payment  to  the  contractor,  Shaw  Pipeline,  Inc.. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0152 


WHEREAS,  Sewer  System  Improvement  Program  (SSIP)  funded  Contract  No.  WW-651, 
Griffith  Pump  Station,  was  advertised  on  May  17,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $10,123,000  for  this  construction  contract  work 
to  replace  and  refurbish  the  aging  mechanical,  electrical,  and  instrumentation  &  controls  systems 
of  the  entire  pump  station;  and 

WHEREAS,  The  contract  duration  is  600  consecutive  calendar  days  (approximately  18 
months);  and 

WHEREAS,  On  November  21,  2016  the  Planning  Department  determined  that  this 
project  is  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section 
15301,  Class  1  (Existing  Facilities),  and 

WHEREAS  This  proposed  action  is  the  Approval  Action  as  defined  by  S.F. 
Administrative  Code  Chapter  3 1 ;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  June  15,  2017;  and 

WHEREAS,  The  apparent  low  bidder,  Monterey  Mechanical  Co.,  withdrew  their  bid 
within  the  allowable  time  period  due  to  a  clerical  error  in  their  bid  form,  in  accordance  with 
Public  Contract  Code  Section  5101(b);  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Western  Water  Contractors, 
Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  8.00%  participation  for  this  contract  and  the  contractor  committed  to 
a  LBE  participation  of  8.75%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSIPCSPS06,  Griffith  Pump 
Station  Improvements;  and;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Sewer  System  Improvement  Program  funded  Contract  No.  WW-651,  Griffith  Pump 
Station  Improvements,  in  the  amount  of  $10,941,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder.  Western  Water  Contractors,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


secretary.  Public 


Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0153 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program 
funded  Contract  No.  WW-661,  As-Needed  Sewer  Cleaning  and  Inspection  (FY18),  was 
advertised  on  March  31,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $2,004,300  for  this  construction  contract  work  to 
clean  and  inspect  existing  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined 
throughout  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  570  consecutive  calendar  days  (approximately  19 
months);  and 

WHEREAS,  On  November  30,  2013  the  Environmental  Review  Officer  determined  that 
approval  of  as-needed  contracts  or  other  funding  mechanisms  for  the  repair  or  replacement  of 
linear  assets  do  not  fall  within  the  definition  of  a  “project”  under  California  Environmental 
Quality  Act  Guidelines  Section  15378(b)(4)  related  to  the  creation  of  government  funding 
mechanisms  which  do  not  involve  any  commitment  to  any  specific  project  which  may  result  in  a 
potentially  significant  impact  on  the  environment.  Implementation  of  specific  projects  under  the 
proposed  as-needed  contract  less  than  one  mile  in  length  would  be  statutorily  exempt  from 
environmental  review  under  Public  Resources  Code  Section  21080.21;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  May  4,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Pipe  and  Plant  Solutions,  Inc. 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  10%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
13.19%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCSJ3,  As-Needed  Sewer 
Cleaning  and  Inspection  (FY18);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  funded 
Contract  No.  WW-661,  As-Needed  Sewer  Cleaning  and  Inspection  (FY18),  for  a  total  contract 
amount  not  to  exceed  $1,288,745,  to  the  lowest,  qualified,  responsible  and  responsive  bidder. 
Pipe  and  Plant  Solutions,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.:  17-0154 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  of  the  City  (the 
“Charter”),  which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  (the  “Public  Utilities  Commission”  or  “Commission”)  to  issue 
revenue  bonds,  including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when 
authorized  by  ordinance  approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City 
and  County  of  San  Francisco  (the  “Board  of  Supervisors”),  for  the  purpose  of  reconstructing, 
replacing,  expanding,  repairing  or  improving  water  facilities  or  clean  water  facilities,  or 
combinations  of  water  and  clean  water  facilities  under  the  jurisdiction  of  the  Public  Utilities 
Commission,  subject  to  the  provision  of  certain  certifications  of  an  independent  engineer 
retained  by  the  Public  Utilities  Commission  and  certain  certifications  by  the  San  Francisco 
Planning  Department  (the  “Planning  Department”),  which  certifications  shall  make  the  findings 
and  determinations  set  forth  in  Charter  Section  8B.124;  and 

WHEREAS,  On  February  9,  2016  the  Commission  adopted  Resolution  No.  16-0035  (the 
“Prior  Resolution”)  to  approve,  among  other  purposes,  the  issuance  of  up  to  $264,997,468  of 
Water  Revenue  Bonds  and  other  forms  of  indebtedness  to  pay  the  costs  of  improvements  to  the 
Water  Enterprise;  and 

WHEREAS,  On  June  14,  2016  the  Board  of  Supervisors  adopted  Ordinance  No.  112-16 
to  authorize  the  issuance  of  not  to  exceed  $264,997,468  of  the  Commission’s  Water  Revenue 
Bonds  and  other  forms  of  indebtedness  (including  SRF  Loans,  as  defined  therein)  (the  “Prior 
Ordinance”)  to  finance  the  costs  of  various  capital  projects  benefitting  the  Water  Enterprise;  and 

WHEREAS,  On  September  13,  2016  the  Commission  adopted  Resolution  No.  16-0197  to 
authorize  the  purchase  of  a  one  story  building  and  related  parking  and  storage  space  located  at 
1657-1663  Rollins  Road,  Burlingame,  California  (the  “Rollins  Road  Property”)  that  since  April 
2009  has  served  as  the  primary  work  location  for  Water  Enterprise  staff  from  the  Water  Quality 
Division,  Natural  Resources  &  Land  Management  Division,  and  Water  Supply  &  Treatment 
Division;  and 

WHEREAS,  To  finance  the  costs  of  the  purchase  of  the  Rollins  Road  Property  the 
Commission  now  desires  to  amend  the  Prior  Resolution  to  increase  the  bonding  authorization  by 
$9,132,962  for  purposes  of  paying  for  the  purchase  of  the  Rollins  Road  Property;  and 

WHEREAS,  On  November  2,  2002  the  Planning  Department’s  Environmental  Review 
Officer  (ERO)  issued  a  certificate  to  the  Board  of  Supervisors  granting  authority  for  the  issuance 
of  the  debt  under  Proposition  E.  By  issuance  of  the  certificate,  the  ERO  concluded  that  the 
projects  to  be  funded  with  this  debt  either  complied  with  applicable  requirements  of  the 
California  Environmental  Quality  Act,  Public  Resources  Code  section  21000  et  seq.  (CEQA)  or 
were  not  considered  to  be  projects  under  CEQA.  Projects  which  were  not  yet  defined  at  that  time 
will  undergo  CEQA  review  and  compliance  if  and  when  they  are  defined.  The  ERO  issued  an 
additional  CEQA  certification  for  the  Rollins  Road  Property  purchase  on  June  6,  2017;  and 


WHEREAS,  The  Board  of  Supervisors  is  considering  concurrently  therewith  an 
amendment  to  the  Prior  Ordinance  to  authorize  an  increase  of  bonded  indebtedness  up  to 
$274,130,430  (an  increase  of  $9,132,962)  to  accommodate  the  Rollins  Road  Property  purchase; 
now,  therefore,  be  it  resolved  as  follows: 

Section  1.  Approval  of  an  Amendment  to  Commission  Resolution  16-0035  to  Increase 
Authorization  for  Bonded  Indebtedness.  The  Public  Utilities  Commission  hereby  amends 
Commission  resolution  16-0035  to  increase  the  authorization  for  bonded  indebtedness  to 
$274,130,430  from  $264,997,468  to  accommodate  the  purchase  of  the  Rollins  Road  Property. 
All  other  provisions  of  Commission  resolution  16-0035  remain  in  full  force  and  effect  and  are 
hereby  incorporated  by  reference  as  if  set  forth  in  full  herein;  provided  however,  the  amendment 
to  Commission  resolution  16-0035  is  subject  to  approval  by  the  Board  of  Supervisors  of 
amendments  to  the  Prior  Ordinance  being  considered  concurrently  with  this  resolution. 

Section  2.  General  Authority.  The  General  Manager,  the  Deputy  General  Manager  and 
Chief  Operating  Officer,  the  Assistant  General  Manager  Wastewater  Enterprise,  the  Chief 
Financial  Officer,  and  other  officers  of  the  Public  Utilities  Commission  and  their  duly  authorized 
deputies  and  agents  are  hereby  authorized  and  directed,  jointly  and  severally,  to  take  such  actions 
and  to  execute  and  deliver  such  certificates,  agreements,  requests  or  other  documents,  as  they 
may  deem  necessary  to  facilitate  the  issuance  of  the  Water  Revenue  Bonds. 

Section  3.  Ratification.  That  the  actions  approved  by  this  resolution  and  heretofore  taken 
are  hereby  ratified,  approved  and  confirmed  by  the  Public  Utilities  Commission. 

Section  4.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  July  11,2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.: _ 17-0155 


WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  of  the  City  (the 
“Charter”),  which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  (the  “Public  Utilities  Commission”)  to  issue  revenue  bonds, 
including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance 
approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  and  County  of  San 
Francisco  (the  “Board  of  Supervisors”),  for  the  purpose  of  reconstructing,  replacing,  expanding, 
repairing  or  improving  water  facilities  or  clean  water  facilities,  or  combinations  of  water  and 
clean  water  facilities  under  the  jurisdiction  of  the  Public  Utilities  Commission,  subject  to  the 
provision  of  certain  certifications  of  an  independent  engineer  retained  by  the  Public  Utilities 
Commission  and  certain  certifications  by  the  San  Francisco  Planning  Department  (the  “Planning 
Department”),  which  certifications  shall  make  the  findings  and  determinations  set  forth  in 
Charter  Section  8B.  124;  and 

WHEREAS,  On  April  20,  2010,  the  Board  of  Supervisors  adopted  Ordinance  No.  89-10, 
signed  by  the  Mayor  on  April  30,  2010,  to  among  other  matters,  approve  the  issuance  of  up  to 
$1,647,249,198  of  Water  Revenue  Bonds  to  finance  projects  benefiting  the  Water  Enterprise  (as 
defined  in  that  certain  Amended  and  Restated,  Indenture,  dated  as  of  August  1,  2002,  by  and 
between  the  Public  Utilities  Commission  and  U.S.  Bank  National  Association,  as  trustee,  as 
amended  and  supplemented  (the  “Indenture”);  and 

WHEREAS,  On  January  12,  2016,  the  Board  of  Supervisors  adopted  Ordinance  No.  3- 
16,  signed  by  the  Mayor  on  January  19,  2016,  to,  among  other  matters,  amend  and  supplement 
Ordinance  No.  89-10  in  order  to  provide  for  the  execution  and  delivery  of  certain  installment 
sales  agreements  entered  into  by  the  Public  Utilities  Commission  and  the  State  of  California 
State  Water  Resources  Control  Board  (the  “State  Water  Resources  Control  Board”)  to  secure 
state  revolving  loans  made  by  the  State  Water  Resources  Control  Board  to  the  Public  Utilities 
Commission  to  finance  the  San  Francisco  Westside  Recycled  Water  project;  and 

WHEREAS,  On  June  14,  2016,  the  Board  of  Supervisors  adopted  Ordinance  No.  108-16, 
signed  by  the  Mayor  on  June  24,  2016,  to  among  other  matters,  appropriate  grant  funds 
anticipated  to  be  received  by  the  Public  Utilities  Commission  from  the  State  Water  Resources 
Control  Board  benefiting  the  Water  Enterprise’s  capital  improvement  program;  and 

WHEREAS,  On  June  14,  2016,  the  Board  of  Supervisors  adopted  Ordinance  No.  112-16, 
signed  by  the  Mayor  on  June  24,  2016,  to,  among  other  matters,  authorize  the  issuance  of  up  to 
$264,997,468  of  Water  Revenue  Bonds  and  other  forms  of  indebtedness  (including,  installment 
sales  agreements)  to  finance  projects  benefiting  the  Water  Enterprise,  and  to  declare,  on  behalf  of 
the  Public  Utilities  Commission,  pursuant  to  Internal  Revenue  Service  Treasury  Regulation 


Section  1.150-2,  the  official  intent  of  the  Public  Utilities  Commission  to  the  use  of  proceeds  of 
such  installment  sales  agreements  for  reimbursement  purposes;  and 

WHEREAS,  On  September  3,  2015,  the  Planning  Department  certified  the  San  Francisco 
Westside  Recycled  Water  project  (CUW30201)  Final  Environmental  Impact  Report,  Planning 
Department  Case  Number  2008.009  IE,  under  Motion  No.  M-19442,  as  required  by  the 
California  Environmental  Quality  Act  (“CEQA”)  and  adopted  CEQA  findings  including  a 
Statement  of  Overriding  Considerations,  and  the  Mitigation  Monitoring  and  Reporting  Program 
(the  “MMRP”),  and  on  September  8,  2015,  this  Commission  adopted  the  required  CEQA 
Findings,  including  the  Statement  of  Overriding  Considerations,  and  the  MMRP,  and  approved 
the  San  Francisco  Westside  Recycled  Water  project  (CUW30201)  by  Resolution  No.  15-0187; 
and 


WHEREAS,  This  Resolution  incorporates  by  reference  the  environmental  conditions 
contained  in  the  May  2,  2017  State  Water  Resources  Control  Board  Resolution  No.  2017-0026; 
and 


WHEREAS,  Pursuant  to  Section  2  of  Ordinance  112-16,  the  Public  Utilities  Commission 
is  required  to  present  the  terms  and  form  of  any  installment  sales  agreements  authorized  therein 
for  prior  approval  by  the  Public  Utilities  Commission;  and 

WHEREAS,  The  table  attached  hereto  as  Exhibit  A  provides  a  list  of  state  loans 
previously  made  or  expected  to  be  made  by  the  State  Water  Resources  Control  Board  to  the 
Public  Utilities  Commission,  and  such  table  reflects  the  previously  authorized  or  expected  to  be 
authorized  (as  applicable)  not-to-exceed  principal  amounts  for  such  state  loans,  the  respective 
estimated  construction  completion  dates  for  the  respective  projects  expected  to  be  financed  under 
such  state  loans  and  the  respective  commencement  date  of  the  30-year  repayment  term 
thereunder;  and 

WHEREAS,  The  Public  Utilities  Commission  now  desires  to  approve  the  terms  and  form 
of  that  certain  installment  sale  agreement  and  grant  relating  to  the  San  Francisco  Westside 
Recycled  Water  project  (CUW30201),  Clean  Water  State  Revolving  Fund  Project  No.  8111-110, 
dated  as  of  its  date  (the  “Installment  Sale  Agreement  and  Grant”),  by  and  between  the  State 
Water  Resources  Control  Board  and  the  Public  Utilities  Commission;  and 

NOW,  THEREFORE  BE  IT  RESOLVED  AS  FOLLOWS: 

Section  1.  Approval  of  the  Installment  Sale  Agreement  and  Grant.  The  Public 
Utilities  Commission  hereby  authorizes  and  directs  the  General  Manager  (or  his  designee)  of  the 
Public  Utilities  Commission  (the  “General  Manager”)  to  enter  into  the  Installment  Sale 
Agreement  and  Grant  with  the  State  Water  Resources  Control  Board  pursuant  to  Section  8B.124 
of  the  Charter.  The  state  loan  evidenced  by  the  Installment  Sale  Agreement  and  Grant  shall  be 
payable  from  a  pledge  of  the  Revenues  (as  defined  in  the  Indenture)  of  the  Water  Enterprise  on  a 
parity  lien  with  the  payment  of  other  parity  obligations  of  the  Water  Enterprise. 

The  Public  Utilities  Commission  hereby  approves  the  terms  of  the  Installment  Sale 
Agreement  and  Grant  in  substantially  the  form  now  before  this  meeting  to  secure  repayment  of 
the  state  loan  in  an  amount  not  to  exceed  $186,220,000  (principal  amount),  with  such  changes 


and  modifications  therein  as  shall  be  approved  by  the  General  Manager,  in  consultation  with  the 
City  Attorney  of  the  City  and  County  of  San  Francisco  (the  “City  Attorney”),  provided  such 
changes  or  modifications  do  not  materially  increase  the  financial  risk  to  the  Public  Utilities 
Commission.  The  state  loan  evidenced  by  the  Installment  Sale  Agreement  and  Grant  shall  bear 
interest  at  a  rate  not  in  excess  of  12%  per  annum.  The  repayment  term  for  the  state  loan  shall  not 
be  greater  than  30  years,  commencing  one  year  after  the  Completion  of  Construction  of  the 
Project  (as  defined  in  the  Installment  Sale  Agreement  and  Grant),  but  in  no  event  shall  the  30- 
year  repayment  term  commence  later  than  February  23,  2024,  all  as  provided  in  the  Installment 
Sale  Agreement  and  Grant  now  before  the  Public  Utilities  Commission.  The  Public  Utilities 
Commission  anticipates  that  a  portion  (approximately  $15,000,000)  of  the  state  loan  evidenced 
by  the  Installment  Sale  Agreement  and  Grant  will  be  principally  forgiven  by  the  State  Water 
Resources  Control  Board  and  will  constitute  grant  funds. 

Section  2.  Purpose  of  this  Resolution.  The  Public  Utilities  Commission  adopts  this 
Resolution  for  the  purpose  of  establishing  compliance  with  Section  2  of  Ordinance  No.  1 12-16. 

Section  3.  General  Authority.  The  General  Manager,  the  Deputy  General  Manager 
and  Chief  Operating  Officer  and  the  Assistant  General  Manager  Water  Enterprise  and  Chief 
Financial  Officer  and  other  officers  of  the  Public  Utilities  Commission  and  their  duly  authorized 
deputies  and  agents  are  hereby  authorized  and  directed,  jointly  and  severally,  to  take  such  actions 
and  to  execute  and  deliver  such  certificates,  agreements,  requests  or  other  documents,  as  they 
may  deem  necessary  to  facilitate  the  execution  and  delivery  of  the  Installment  Sale  Agreement, 
to  obtain  title  and  other  insurance  with  respect  to  the  facilities  to  be  financed  and  otherwise  to 
carry  out  the  provisions  of  this  Resolution.  In  addition,  the  General  Manager  and  his  designee 
are  each  authorized  to  enter  into  any  amendments  to  the  Installment  Sale  Agreement  and  Grant 
to  provide  for  final  budget  costs,  extension  of  the  dates  for  construction  completion  and/  or 
termination  of  the  Installment  Sale  Agreement  and  Grant  provided  such  amendments  do  not 
increase  the  principal  amount  of  the  state  loan,  the  maximum  interest  rate  or  the  maximum  term 
thereof  approved  in  Section  1  above. 

Section  4.  Ratification.  That  the  actions  approved  by  this  Resolution  and  heretofore 
taken  are  hereby  ratified,  approved  and  confirmed  by  this  Public  Utilities  Commission. 

Section  5.  Effective  Date.  This  Resolution  shall  take  effect  from  and  after  its 


adoption. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


Exhibit  A 


Project 

Westside  Recycled  Water  Project 


Water  Enterprise 

Expected  Not-to-Exceed 

State  Revolving  Fund  Project  No. _ Loan/Grant  Amount _ 

8111-110111  $  186,220,000.00 


Estimated  30-Year  Repayment  Term 

Construction  Completion  Date  Commences  No  Later  Than 

February  23, 2022  February  23, 2024 


State  Revolving  Fund  Project  No. 


er  Enterprise 

Previously  Authorized 
Not-to-Exceed  Loan  Amount 


Estimated 

Construction  Completion 


30-Year  Repayment  Term 


ce  Merced  Green  Infrastrut 


Expected  Not-to-Exceed  Estimated  30-Year  Repayment  Term 

Project  State  Revolving  Fund  Project  No.  Loan  Amount _ Construction  Completion  Date _ Commences  No  Later  Than 

SEP  521/522  and  Disinfection  Upgrades  Project  8088-110|3i  $  40,006,740.00  November  18, 2018  November  18, 2020 

SEP  Primary/Secondary  Clarifier  Upgrades  Project  8132-110131  $  34,445,778.00  March  30, 2018  March  30, 2020 

North  Point  Facility  Outfall  System  Rehabilitation  Project  8129-110131  $  20,199,435.00  February  26, 2018  February  26, 2020 


(1)  State  loan  expected  to  be  made  pursuant  to  the  form  of  the  Installment  Sale  Agreement  &  Grant  presented  to  the  Public  Utilities  Commission. 

(2)  The  Public  Utilities  Commission  entered  into  State  Revolving  Fund  Project  No.  8064-110  in  2015. 

(3)  Such  state  loan  and  its  related  installment  sale  agreement  will  be  presented  to  the  Public  Utilities  Commission  for  consideration  and  approval  pursuant  to  a  separate  resolution. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.:  17-0156 


WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  of  the  City  (the 
“Charter”),  which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  (the  “Public  Utilities  Commission”)  to  issue  revenue  bonds, 
including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance 
approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  and  County  of  San 
Francisco  (the  “Board  of  Supervisors”),  for  the  purpose  of  reconstructing,  replacing,  expanding, 
repairing  or  improving  water  facilities  or  clean  water  facilities,  or  combinations  of  water  and 
clean  water  facilities  under  the  jurisdiction  of  the  Public  Utilities  Commission,  subject  to  the 
provision  of  certain  certifications  of  an  independent  engineer  retained  by  the  Public  Utilities 
Commission  and  certain  certifications  by  the  San  Francisco  Planning  Department  (the  “Planning 
Department”),  which  certifications  shall  make  the  findings  and  determinations  set  forth  in 
Charter  Section  8B.124;  and 

WHEREAS,  On  June  24,  2014,  the  Board  of  Supervisors  adopted  Ordinance  No.  107-14, 
signed  by  the  Mayor  of  the  City  (the  “Mayor”)  on  July  2,  2014,  to,  among  other  matters, 
authorize  the  issuance  of  up  to  $819,035,941  of  Wastewater  Revenue  Bonds  to  finance  projects 
benefiting  the  Wastewater  Enterprise  (as  defined  in  that  certain  Indenture,  dated  as  of  January  1, 
2003,  by  and  between  the  Public  Utilities  Commission  and  U.S.  Bank  National  Association,  as 
trustee,  as  amended  and  supplemented  (the  “Indenture”);  and 

WHEREAS,  On  June  9,  2015,  the  Board  of  Supervisors  adopted  Ordinance  No.  89-15, 
signed  by  the  Mayor  on  June  18,  2015,  to  amend  and  supplement  Ordinance  No.  107-14  in  order 
to  provide  for  the  execution  and  delivery  of  certain  installment  sales  agreements  entered  into  by 
the  Public  Utilities  Commission  and  the  State  of  California  State  Water  Resources  Control  Board 
(the  “State  Water  Resources  Control  Board”)  to  secure  state  revolving  loans  made  by  the  State 
Water  Resources  Control  Board  to  the  Public  Utilities  Commission  in  an  aggregate  principal 
amount  not  to  exceed  $819,035,941  to  finance  projects  benefiting  the  Wastewater  Enterprise; 
and 


WHEREAS,  On  June  14,  2016,  the  Board  of  Supervisors  adopted  Ordinance  111-16, 
signed  by  the  Mayor  on  June  24,  2016,  to,  among  other  matters,  authorize  the  issuance  of  up  to 
$1,112,601,280  of  Wastewater  Revenue  Bonds,  and  other  forms  of  indebtedness  (including, 
installment  sales  agreements)  to  finance  projects  benefiting  the  Wastewater  Enterprise,  and  to 
declare,  on  behalf  of  the  Public  Utilities  Commission,  pursuant  to  Internal  Revenue  Service 
Treasury  Regulation  Section  1.150-2,  the  official  intent  of  the  Public  Utilities  Commission  to  the 
use  of  proceeds  of  such  installment  sales  agreements  for  reimbursement  purposes;  and 

WHEREAS,  On  September  18,  2015,  the  Planning  Department  determined  that  the  North 
Point  Facility  Outfall  System  Rehabilitation  project  (CWWSIPTPNP01)  is  categorically  exempt 


under  California  Environmental  Quality  Act  Guidelines  Section  15301  (Existing  Facilities),  and 
on  October  27,  2015,  this  Commission  approved  the  North  Point  Facility  Outfall  System 
Rehabilitation  project  (CWWSIPTPNP01)  by  Resolution  No.  15-0218.  The  State  Water 
Resources  Control  Board  reviewed  the  categorical  exemption  and  the  additional  environmental 
review  requirements  for  the  SRF  Program  and  concurred  with  the  Planning  Department’s 
determination  in  Resolution  2017-0026  on  May  2,  2017;  and 

WHEREAS,  Pursuant  to  Section  2  of  Ordinance  1 1 1-16,  the  Public  Utilities  Commission 
is  required  to  present  the  terms  and  form  of  any  installment  sales  agreements  authorized  therein 
for  prior  approval  by  the  Public  Utilities  Commission;  and 

WHEREAS,  The  table  attached  hereto  as  Exhibit  A  provides  a  list  of  state  loans 
previously  made  or  expected  to  be  made  by  the  State  Water  Resources  Control  Board  to  the 
Public  Utilities  Commission,  and  such  table  reflects  the  previously  authorized  or  expected  to  be 
authorized  (as  applicable)  not-to-exceed  principal  amounts  for  such  state  loans,  the  respective 
estimated  construction  completion  dates  for  the  respective  projects  expected  to  be  financed  under 
such  state  loans  and  the  respective  commencement  date  of  the  30-year  repayment  term 
thereunder;  and 

WHEREAS,  The  Public  Utilities  Commission  now  desires  to  approve  the  terms  and  form 
of  that  certain  installment  sale  agreement  relating  to  the  North  Point  Facility  Outfall  System 
Rehabilitation  project  (CWWSIPTPNP01),  Clean  Water  State  Revolving  Fund  Project  No.  8129- 
1 10,  dated  as  of  its  date  (the  “Installment  Sale  Agreement”),  by  and  between  the  State  Water 
Resources  Control  Board  and  the  Public  Utilities  Commission;  and 

NOW,  THEREFORE  BE  IT  RESOLVED  AS  FOLLOWS: 

Section  1.  Approval  of  the  Installment  Sale  Agreement.  The  Public  Utilities 
Commission  hereby  authorizes  and  directs  the  General  Manager  (or  his  designee)  of  the  Public 
Utilities  Commission  (the  “General  Manager”)  to  enter  into  the  Installment  Sale  Agreement  with 
the  State  Water  Resources  Control  Board  pursuant  to  Section  8B.124  of  the  Charter.  The  state 
loan  evidenced  by  the  Installment  Sale  Agreement  shall  be  payable  from  a  pledge  of  the  Net 
Revenues  (as  defined  in  the  Indenture)  of  the  Wastewater  Enterprise  on  a  parity  lien  with  the 
payment  of  other  parity  obligations  of  the  Wastewater  Enterprise. 

The  Public  Utilities  Commission  hereby  approves  the  terms  of  the  Installment  Sale 
Agreement  in  substantially  the  form  now  before  this  meeting  to  secure  repayment  of  the  state 
loan  in  an  amount  not  to  exceed  $20,199,435  (principal  amount),  with  such  changes  and 
modifications  therein  as  shall  be  approved  by  the  General  Manager,  in  consultation  with  the  City 
Attorney  of  the  City  and  County  of  San  Francisco  (the  “City  Attorney”),  provided  such  changes 
or  modifications  do  not  materially  increase  the  financial  risk  to  the  Public  Utilities  Commission. 
The  state  loan  evidenced  by  the  Installment  Sale  Agreement  shall  bear  interest  at  a  rate  not  in 
excess  of  12%  per  annum.  The  repayment  term  for  the  state  loan  shall  not  be  greater  than  30 
years,  commencing  one  year  after  the  Completion  of  Construction  of  the  Project  (as  defined  in 
the  Installment  Sale  Agreement),  but  in  no  event  shall  the  30-year  repayment  term  commence 
later  than  February  26,  2020,  all  as  provided  in  the  Installment  Sale  Agreement  now  before  the 
Public  Utilities  Commission. 


Section  2.  Purpose  of  this  Resolution.  The  Public  Utilities  Commission  adopts  this 
Resolution  for  the  purpose  of  establishing  compliance  with  Section  2  of  Ordinance  No.  111-16. 


Section  3.  General  Authority.  The  General  Manager,  the  Deputy  General  Manager 
and  Chief  Operating  Officer  and  the  Assistant  General  Manager  Wastewater  Enterprise  and 
Chief  Financial  Officer  and  other  officers  of  the  Public  Utilities  Commission  and  their  duly 
authorized  deputies  and  agents  are  hereby  authorized  and  directed,  jointly  and  severally,  to  take 
such  actions  and  to  execute  and  deliver  such  certificates,  agreements,  requests  or  other 
documents,  as  they  may  deem  necessary  to  facilitate  the  execution  and  delivery  of  the 
Installment  Sale  Agreement,  to  obtain  title  and  other  insurance  with  respect  to  the  facilities  to  be 
financed  and  otherwise  to  carry  out  the  provisions  of  this  Resolution.  In  addition,  the  General 
Manager  and  his  designee  are  each  authorized  to  enter  into  any  amendments  to  the  Installment 
Sale  Agreement  to  provide  for  final  budget  costs,  extension  of  the  dates  for  construction 
completion  and /  or  termination  of  the  Installment  Sale  Agreement  provided  such  amendments  do 
not  increase  the  principal  amount  of  the  state  loan,  the  maximum  interest  rate  or  the  maximum 
term  thereof  approved  in  Section  1  above. 

Section  4.  Ratification.  That  the  actions  approved  by  this  Resolution  and  heretofore 
taken  are  hereby  ratified,  approved  and  confirmed  by  this  Public  Utilities  Commission. 

Section  5.  Effective  Date.  This  Resolution  shall  take  effect  from  and  after  its 
adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


Exhibit  A 


Westside  Recycled  Water  Project 


Water  Enterprise 

Expected  Not-to-Exceed 


Estimated 

Construction  Completion  Date 


30-Year  Repayment  Term 
Commences  No  Later  Than 


186,220,000.00 


Wastewater  Enterprise 

Previously  Authorized  Estimated  30-Year  Repayment  Term 

Project  State  Revolving  Fund  Project  No. _ Not-to-Exceed  Loan  Amount _ Construction  Completion  Date  Commences  No  Later  Than 

Lake  Merced  Green  Infrastructure  Project  8064-11012'  $  7,435,000.00  July  31, 2020  July  31, 2022 

Expected  Not-to-Exceed  Estimated  30-Year  Repayment  Term 

Project  State  Revolving  Fund  Project  No.  _ Loan  Amount _ Construction  Completion  Date _ Commences  No  Later  Than 

SEP  521/522  and  Disinfection  Upgrades  Project  8088-110131  $  40,006,740.00  November  18, 2018  November  18, 2020 

SEP  Primary/Secondary  Clarifier  Upgrades  Project  8132-110  ^  $  34,445,778.00  March  30, 2018  March  30, 2020 

North  Point  Facility  Outfall  System  Rehabilitation  Project  8129-110141  $  20,199,435.00  February  26, 2018  February  26, 2020 


(1)  Such  state  loan  and  its  related  installment  sale  agreement  &  grant  will  be  presented  to  the  Public  Utilities  Commission  for  consideration  and  approval  pursuant  to  a  separate  resolution. 

(2)  The  Public  Utilities  Commission  entered  into  State  Revolving  Fund  Project  No.  8064-110  in  2015. 

(3)  Such  state  loan  and  its  related  installment  sale  agreement  will  be  presented  to  Public  Utilities  Commission  for  consideration  and  approval  pursuant  to  a  separate  resolution. 

(4)  State  loan  expected  to  be  made  pursuant  to  the  form  of  the  Installment  Sale  Agreement  presented  to  the  Public  Utilities  Commission. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.:  17-0157 _ 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  of  the  City  (the 
“Charter”),  which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  (the  “Public  Utilities  Commission”)  to  issue  revenue  bonds, 
including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance 
approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  and  County  of  San 
Francisco  (the  “Board  of  Supervisors”),  for  the  purpose  of  reconstructing,  replacing,  expanding, 
repairing  or  improving  water  facilities  or  clean  water  facilities,  or  combinations  of  water  and 
clean  water  facilities  under  the  jurisdiction  of  the  Public  Utilities  Commission,  subject  to  the 
provision  of  certain  certifications  of  an  independent  engineer  retained  by  the  Public  Utilities 
Commission  and  certain  certifications  by  the  San  Francisco  Planning  Department  (the  “Planning 
Department”),  which  certifications  shall  make  the  findings  and  determinations  set  forth  in 
Charter  Section  8B.124;  and 

WHEREAS,  On  June  24,  2014,  the  Board  of  Supervisors  adopted  Ordinance  No.  107-14, 
signed  by  the  Mayor  of  the  City  (the  “Mayor”)  on  July  2,  2014,  to,  among  other  matters, 
authorize  the  issuance  of  up  to  $819,035,941  of  Wastewater  Revenue  Bonds  to  finance  projects 
benefiting  the  Wastewater  Enterprise  (as  defined  in  that  certain  Indenture,  dated  as  of  January  1, 
2003,  by  and  between  the  Public  Utilities  Commission  and  U.S.  Bank  National  Association,  as 
trustee,  as  amended  and  supplemented  (the  “Indenture”);  and 

WHEREAS,  On  June  9,  2015,  the  Board  of  Supervisors  adopted  Ordinance  No.  89-15, 
signed  by  the  Mayor  on  June  18,  2015,  to  amend  and  supplement  Ordinance  No.  107-14  in  order 
to  provide  for  the  execution  and  delivery  of  certain  installment  sales  agreements  entered  into  by 
the  Public  Utilities  Commission  and  the  State  of  California  State  Water  Resources  Control  Board 
(the  “State  Water  Resources  Control  Board”)  to  secure  state  revolving  loans  made  by  the  State 
Water  Resources  Control  Board  to  the  Public  Utilities  Commission  in  an  aggregate  principal 
amount  not  to  exceed  $819,035,941  to  finance  projects  benefiting  the  Wastewater  Enterprise; 
and 


WHEREAS,  On  June  14,  2016,  the  Board  of  Supervisors  adopted  Ordinance  111-16, 
signed  by  the  Mayor  on  June  24,  2016,  to,  among  other  matters,  authorize  the  issuance  of  up  to 
$1,112,601,280  of  Wastewater  Revenue  Bonds,  and  other  forms  of  indebtedness  (including, 
installment  sales  agreements)  to  finance  projects  benefiting  the  Wastewater  Enterprise,  and  to 
declare,  on  behalf  of  the  Public  Utilities  Commission,  pursuant  to  Internal  Revenue  Service 
Treasury  Regulation  Section  1.150-2,  the  official  intent  of  the  Public  Utilities  Commission  to  the 
use  of  proceeds  of  such  installment  sales  agreements  for  reimbursement  purposes;  and 


WHEREAS,  On  August  18,  2015,  the  Planning  Department  determined  that  the  SEP 
Primary/Secondary  Clarifier  Upgrades  project  (CWWSIPSE04)  is  categorically  exempt  under 
California  Environmental  Quality  Act  Guidelines  Section  15301  (Existing  Facilities),  and  on 
October  27,  2015,  the  Public  Utilities  Commission  approved  the  SEP  Primary/Secondary 
Clarifier  Upgrades  project  (CWWSIPSE04)  by  Resolution  No.  15-0219.  The  State  Water 
Resources  Control  Board,  as  a  responsible  agency  under  CEQA,  reviewed  the  categorical 
exemption  and  additional  environmental  review  requirements  for  SRF  funding  and  concurred 
with  the  Planning  Department  determination  in  Resolution  number  2017-0026  certified  on  May 
2,  2017; and 

WHEREAS,  Pursuant  to  Section  2  of  Ordinance  1 1 1-16,  the  Public  Utilities  Commission 
is  required  to  present  the  terms  and  form  of  any  installment  sales  agreements  authorized  therein 
for  prior  approval  by  the  Public  Utilities  Commission;  and 

WHEREAS,  The  table  attached  hereto  as  Exhibit  A  provides  a  list  of  state  loans 
previously  made  or  expected  to  be  made  by  the  State  Water  Resources  Control  Board  to  the 
Public  Utilities  Commission,  and  such  table  reflects  the  previously  authorized  or  expected  to  be 
authorized  (as  applicable)  not-to-exceed  principal  amounts  for  such  state  loans,  the  respective 
estimated  construction  completion  dates  for  the  respective  projects  expected  to  be  financed  under 
such  state  loans  and  the  respective  commencement  date  of  the  30-year  repayment  term 
thereunder;  and 

WHEREAS,  The  Public  Utilities  Commission  now  desires  to  approve  the  terms  and  form 
of  that  certain  installment  sale  agreement  relating  to  the  SEP  Primary/Secondary  Clarifier 
Upgrades  project  (CWWSIPSE04),  Clean  Water  State  Revolving  Fund  Project  No.  8132-110, 
dated  as  of  its  date  (the  “Installment  Sale  Agreement”),  by  and  between  the  State  Water 
Resources  Control  Board  and  the  Public  Utilities  Commission;  and 

NOW,  THEREFORE  BE  IT  RESOLVED  AS  FOLLOWS: 

Section  1.  Approval  of  the  Installment  Sale  Agreement.  The  Public  Utilities 
Commission  hereby  authorizes  and  directs  the  General  Manager  (or  his  designee)  of  the  Public 
Utilities  Commission  (the  “General  Manager”)  to  enter  into  the  Installment  Sale  Agreement  with 
the  State  Water  Resources  Control  Board  pursuant  to  Section  8B.124  of  the  Charter.  The  state 
loan  evidenced  by  the  Installment  Sale  Agreement  shall  be  payable  from  a  pledge  of  the  Net 
Revenues  (as  defined  in  the  Indenture)  of  the  Wastewater  Enterprise  on  a  parity  lien  with  the 
payment  of  other  parity  obligations  of  the  Wastewater  Enterprise. 

The  Public  Utilities  Commission  hereby  approves  the  terms  of  the  Installment  Sale 
Agreement  in  substantially  the  form  now  before  this  meeting  to  secure  repayment  of  the  state 
loan  in  an  amount  not  to  exceed  $34,445,778.00  (principal  amount),  with  such  changes  and 
modifications  therein  as  shall  be  approved  by  the  General  Manager,  in  consultation  with  the  City 
Attorney,  provided  such  changes  or  modifications  do  not  materially  increase  the  financial  risk  to 
the  Public  Utilities  Commission.  The  state  loan  evidenced  by  the  Installment  Sale  Agreement 
shall  bear  interest  at  a  rate  not  in  excess  of  12%  per  annum.  The  repayment  term  for  the  state 
loan  shall  not  be  greater  than  30  years,  commencing  one  year  after  the  Completion  of 
Construction  of  the  Project  (as  defined  in  the  Installment  Sale  Agreement),  but  in  no  event  shall 


the  30-year  repayment  term  commence  later  than  March  30,  2020,  all  as  provided  in  the 
Installment  Sale  Agreement  now  before  the  Public  Utilities  Commission. 

Section  2.  Purpose  of  this  Resolution.  The  Public  Utilities  Commission  adopts  this 
Resolution  for  the  purpose  of  establishing  compliance  with  Section  2  of  Ordinance  No.  111-16. 

Section  3.  General  Authority.  The  General  Manager,  the  Deputy  General  Manager 
and  Chief  Operating  Officer  and  the  Assistant  General  Manager  Wastewater  Enterprise  and 
Chief  Financial  Officer  and  other  officers  of  the  Public  Utilities  Commission  and  their  duly 
authorized  deputies  and  agents  are  hereby  authorized  and  directed,  jointly  and  severally,  to  take 
such  actions  and  to  execute  and  deliver  such  certificates,  agreements,  requests  or  other 
documents,  as  they  may  deem  necessary  to  facilitate  the  execution  and  delivery  of  the 
Installment  Sale  Agreement,  to  obtain  title  and  other  insurance  with  respect  to  the  facilities  to  be 
financed  and  otherwise  to  carry  out  the  provisions  of  this  Resolution.  In  addition,  the  General 
Manager  and  his  designee  are  each  authorized  to  enter  into  any  amendments  to  the  Installment 
Sale  Agreement  to  provide  for  final  budget  costs,  extension  of  the  dates  for  construction 
completion  and/  or  termination  of  the  Installment  Sale  Agreement  provided  such  amendments  do 
not  increase  the  principal  amount  of  the  state  loan,  the  maximum  interest  rate  or  the  maximum 
term  thereof  approved  in  Section  1  above. 

Section  4.  Ratification.  That  the  actions  approved  by  this  Resolution  and  heretofore 
taken  are  hereby  ratified,  approved  and  confirmed  by  this  Public  Utilities  Commission. 

Section  5.  Effective  Date.  This  Resolution  shall  take  effect  from  and  after  its 
adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  July  11,  2017. 


Secre  _ .  mmission 


Exhibit  A 


Project 

Westside  Recycled  Water  Project 


State  Revolving  Fu 


Water  Enterprise 

Expected  Not-to-Exceed 
Loan/Grant  Amount 


Estimated 

Construction  Completion  Dat< 


30-Year  Repayment  Term 
Commences  No  Later  Than 


February  23,  2022 


February  23,  2024 


Wastewater  Enterprise 

Previously  Authorized  Estimated  30-Year  Repayment  Term 

Project  State  Revolving  Fund  Project  No. _ Not-to-Exceed  Loan  Amount _ Construction  Completion  Date  Commences  No  Later  Than 

Lake  Merced  Green  Infrastructure  Project  8064-U0121  $  7,435,000.00  July  31, 2020  July  31, 2022 

Expected  Not-to-Exceed  Estimated  30-Year  Repayment  Term 

Project  State  Revolving  Fund  Project  No. _ Loan  Amount _ Construction  Completion  Date  Commences  No  Later  Than 

SEP  521/522  and  Disinfection  Upgrades  Project  8088-110' $  40,006,740.00  November  18, 2018  November  18, 2020 

SEP  Primary/Secondary  Clarifier  Upgrades  Project  8132-110*41  $  34,445,778.00  March  30, 2018  March  30, 2020 

North  Point  Facility  Outfall  System  Rehabilitation  Project  8129-110131  $  20,199,435.00  February  26, 2018  February  26, 2020 


(1)  Such  state  loan  and  its  related  installment  sale  agreement  &  grant  will  be  presented  to  the  Public  Utilities  Commission  for  consideration  and  approval  pursuant  to  a  separate  resolution. 

(2)  The  Public  Utilities  Commission  entered  into  State  Revolving  Fund  Project  No.  8064-110  in  2015. 

(3)  Such  state  loan  and  its  related  installment  sale  agreement  will  be  presented  to  Public  Utilities  Commission  for  consideration  and  approval  pursuant  to  a  separate  resolution. 

(4)  State  loan  expected  to  be  made  pursuant  to  the  form  of  the  Installment  Sale  Agreement  presented  to  the  Public  Utilities  Commission. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.:  17-0158 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  codified  as  Article  VIIIB  of  the  Charter  of  the  City  (the 
“Charter”),  which,  among  other  things,  authorized  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  (the  “Public  Utilities  Commission”)  to  issue  revenue  bonds, 
including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance 
approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  and  County  of  San 
Francisco  (the  “Board  of  Supervisors”),  for  the  purpose  of  reconstructing,  replacing,  expanding, 
repairing  or  improving  water  facilities  or  clean  water  facilities,  or  combinations  of  water  and 
clean  water  facilities  under  the  jurisdiction  of  the  Public  Utilities  Commission,  subject  to  the 
provision  of  certain  certifications  of  an  independent  engineer  retained  by  the  Public  Utilities 
Commission  and  certain  certifications  by  the  San  Francisco  Planning  Department  (the  “Planning 
Department”),  which  certifications  shall  make  the  findings  and  determinations  set  forth  in 
Charter  Section  8B.124;  and 

WHEREAS,  On  June  24,  2014,  the  Board  of  Supervisors  adopted  Ordinance  No.  107-14, 
signed  by  the  Mayor  of  the  City  (the  “Mayor”)  on  July  2,  2014,  to,  among  other  matters, 
authorize  the  issuance  of  up  to  $819,035,941  of  Wastewater  Revenue  Bonds  to  finance  projects 
benefiting  the  Wastewater  Enterprise  (as  defined  in  that  certain  Indenture,  dated  as  of  January  1, 
2003,  by  and  between  the  Public  Utilities  Commission  and  U.S.  Bank  National  Association,  as 
trustee,  as  amended  and  supplemented  (the  “Indenture”);  and 

WHEREAS,  On  June  9,  2015,  the  Board  of  Supervisors  adopted  Ordinance  No.  89-15, 
signed  by  the  Mayor  on  June  18,  2015,  to  amend  and  supplement  Ordinance  No.  107-14  in  order 
to  provide  for  the  execution  and  delivery  of  certain  installment  sales  agreements  entered  into  by 
the  Public  Utilities  Commission  and  the  State  of  California  State  Water  Resources  Control  Board 
(the  “State  Water  Resources  Control  Board”)  to  secure  state  revolving  loans  made  by  the  State 
Water  Resources  Control  Board  to  the  Public  Utilities  Commission  in  an  aggregate  principal 
amount  not  to  exceed  $819,035,941  to  finance  projects  benefiting  the  Wastewater  Enterprise; 
and 


WHEREAS,  On  June  14,  2016,  the  Board  of  Supervisors  adopted  Ordinance  111-16, 
signed  by  the  Mayor  on  June  24,  2016,  to,  among  other  matters,  authorize  the  issuance  of  up  to 
$1,112,601,280  of  Wastewater  Revenue  Bonds,  and  other  forms  of  indebtedness  (including, 
installment  sales  agreements)  to  finance  projects  benefiting  the  Wastewater  Enterprise,  and  to 
declare,  on  behalf  of  the  Public  Utilities  Commission,  pursuant  to  Internal  Revenue  Service 
Treasury  Regulation  Section  1.150-2,  the  official  intent  of  the  Public  Utilities  Commission  to  the 
use  of  proceeds  of  such  installment  sales  agreements  for  reimbursement  purposes;  and 

WHEREAS,  On  August  18,  2015,  the  Planning  Department  determined  that  the  SEP 
521/522  and  Disinfection  Upgrades  project  (CWWSIPSE05)  is  categorically  exempt  under 
California  Environmental  Quality  Act  Guidelines  Section  15303  Class  1  (Existing  Facilities)  and 


Class  3  (New  Construction  or  Conversion  of  Small  Structures),  and  on  October  27,  2015,  this 
Commission  approved  the  SEP  521/522  and  Disinfection  Upgrades  project  (CWWSIPSE05)  by 
Resolution  No.  15-0220.  The  State  Water  Resources  Control  Board,  as  a  responsible  agency 
under  CEQA  reviewed  the  categorical  exemption  and  additional  environmental  review 
requirements  for  the  SRF  program  and  concurred  with  the  Planning  Department  determination 
by  Resolution  2017-0026  on  May  2,  2017;  and 

WHEREAS,  Pursuant  to  Section  2  of  Ordinance  1 1 1-16,  the  Public  Utilities  Commission 
is  required  to  present  the  terms  and  form  of  any  installment  sales  agreements  authorized  therein 
for  prior  approval  by  the  Public  Utilities  Commission;  and 

WHEREAS,  The  table  attached  hereto  as  Exhibit  A  provides  a  list  of  state  loans 
previously  made  or  expected  to  be  made  by  the  State  Water  Resources  Control  Board  to  the 
Public  Utilities  Commission,  and  such  table  reflects  the  previously  authorized  or  expected  to  be 
authorized  (as  applicable)  not-to-exceed  principal  amounts  for  such  state  loans,  the  respective 
estimated  construction  completion  dates  for  the  respective  projects  expected  to  be  financed  under 
such  state  loans  and  the  respective  commencement  date  of  the  30-year  repayment  term 
thereunder;  and 

WHEREAS,  The  Public  Utilities  Commission  now  desires  to  approve  the  terms  and  form 
of  that  certain  installment  sale  agreement  relating  to  the  SEP  521/522  and  Disinfection  Upgrades 
project  (CWWSIPSE05),  Clean  Water  State  Revolving  Fund  Project  No.  8088-110,  dated  as  of 
its  date  (the  “Installment  Sale  Agreement”),  by  and  between  the  State  Water  Resources  Control 
Board  and  the  Public  Utilities  Commission;  and 

NOW,  THEREFORE  BE  IT  RESOLVED  AS  FOLLOWS: 

Section  1.  Approval  of  the  Installment  Sale  Agreement.  The  Public  Utilities 
Commission  hereby  authorizes  and  directs  the  General  Manager  (or  his  designee)  of  the  Public 
Utilities  Commission  (the  “General  Manager”)  to  enter  into  the  Installment  Sale  Agreement  with 
the  State  Water  Resources  Control  Board  pursuant  to  Section  8B.124  of  the  Charter.  The  state 
loan  evidenced  by  the  Installment  Sale  Agreement  shall  be  payable  from  a  pledge  of  the  Net 
Revenues  (as  defined  in  the  Indenture)  of  the  Wastewater  Enterprise  on  a  parity  lien  with  the 
payment  of  other  parity  obligations  of  the  Wastewater  Enterprise. 

The  Public  Utilities  Commission  hereby  approves  the  terms  of  the  Installment  Sale 
Agreement  in  substantially  the  form  now  before  this  meeting  to  secure  repayment  of  the  state 
loan  in  an  amount  not  to  exceed  $40,006,740.00  (principal  amount),  with  such  changes  and 
modifications  therein  as  shall  be  approved  by  the  General  Manager,  in  consultation  with  the  City 
Attorney,  provided  such  changes  or  modifications  do  not  materially  increase  the  financial  risk  to 
the  Public  Utilities  Commission.  The  state  loan  evidenced  by  the  Installment  Sale  Agreement 
shall  bear  interest  at  a  rate  not  in  excess  of  12%  per  annum.  The  repayment  term  for  the  state 
loan  shall  not  be  greater  than  30  years,  commencing  one  year  after  the  Completion  of 
Construction  of  the  Project  (as  defined  in  the  Installment  Sale  Agreement),  but  in  no  event  shall 
the  30- year  repayment  term  commence  later  than  November  18,  2020,  all  as  provided  in  the 
Installment  Sale  Agreement  now  before  the  Public  Utilities  Commission. 


Section  2.  Purpose  of  this  Resolution.  The  Public  Utilities  Commission  adopts  this 
Resolution  for  the  purpose  of  establishing  compliance  with  Section  2  of  Ordinance  No.  111-16. 

Section  3.  General  Authority.  The  General  Manager,  the  Deputy  General  Manager 
and  Chief  Operating  Officer  and  the  Assistant  General  Manager  Wastewater  Enterprise  and 
Chief  Financial  Officer  and  other  officers  of  the  Public  Utilities  Commission  and  their  duly 
authorized  deputies  and  agents  are  hereby  authorized  and  directed,  jointly  and  severally,  to  take 
such  actions  and  to  execute  and  deliver  such  certificates,  agreements,  requests  or  other 
documents,  as  they  may  deem  necessary  to  facilitate  the  execution  and  delivery  of  the 
Installment  Sale  Agreement,  to  obtain  title  and  other  insurance  with  respect  to  the  facilities  to  be 
financed  and  otherwise  to  carry  out  the  provisions  of  this  Resolution.  In  addition,  the  General 
Manager  and  his  designee  are  each  authorized  to  enter  into  any  amendments  to  the  Installment 
Sale  Agreement  to  provide  for  final  budget  costs,  extension  of  the  dates  for  construction 
completion  and/  or  termination  of  the  Installment  Sale  Agreement  provided  such  amendments  do 
not  increase  the  principal  amount  of  the  state  loan,  the  maximum  interest  rate  or  the  maximum 
term  thereof  approved  in  Section  1  above. 

Section  4.  Ratification.  That  the  actions  approved  by  this  Resolution  and  heretofore 
taken  are  hereby  ratified,  approved  and  confirmed  by  this  Public  Utilities  Commission. 

Section  5.  Effective  Date.  This  Resolution  shall  take  effect  from  and  after  its 
adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


Exhibit  A 


Project 

Westside  Recycled  Water  Project 


er  Enterprise 

Expected  Not-to-Exceed 
Loan/Grant  Amount 


Estimated 

Construction  Completion  Date 


30-Year  Repayment  Term 
Commences  No  later  Than 


186,220,000.00 


February  23,  2024 


Wastewater  Enterprise 

Previously  Authorized  Estimated  30-Year  Repayment  Term 

Project  _ State  Revolving  Fund  Project  No. _ Not-to-Exceed  Loan  Amount _ Construction  Completion  Date  Commences  No  Later  Than 

Lake  Merced  Green  Infrastructure  Project  8064-110,zl  $  7,435,000.00  July  31, 2020  July  31, 2022 

Expected  Not-to-Exceed  Estimated  30-Year  Repayment  Term 

Project  _ State  Revolving  Fund  Project  No. _ Loan  Amount _ Construction  Completion  Date  Commences  No  Later  Than 

SEP  521/522  and  Disinfection  Upgrades  Project  8088-110131  $  40,006,740.00  November  18, 2018  November  18, 2020 

SEP  Primary/Secondary  Clarifier  Upgrades  Project  8132-110141  $  34,445,778.00  March  30, 2018  March  30, 2020 

North  Point  Facility  Outfall  System  Rehabilitation  Project  8129- 110'41  $  20,199,435.00  February  26, 2018  February  26, 2020 


(1)  Such  state  loan  and  its  related  installment  sale  agreement  &  grant  will  be  presented  to  the  Public  Utilities  Commission  for  consideration  and  approval  pursuant  to  a  separate  resolution. 

(2)  The  Public  Utilities  Commission  entered  into  State  Revolving  Fund  Project  No.  8064-110  in  2015. 

(3)  State  loan  expected  to  be  made  pursuant  to  the  form  of  the  Installment  Sale  Agreement  presented  to  the  Public  Utilities  Commission. 

(4)  Such  state  loan  and  its  related  Installment  sale  agreement  will  be  presented  to  Public  Utilities  Commission  for  consideration  and  approval  pursuant  to  a  separate  resolution. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.: _ 17-0159 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(“City”)  approved  Proposition  E  (codified  at  Charter  Section  8B.124,  and  referred  to  herein  as 
“Proposition  E”),  which  among  other  things,  authorized  the  Public  Utilities  Commission  of  the 
City  and  County  of  San  Francisco  (the  “Public  Utilities  Commission”)  to  issue  revenue  bonds, 
including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance 
approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  (the  “Board”),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  water  facilities  or  clean  water 
facilities  or  combinations  of  water  and  clean  water  facilities  under  the  jurisdiction  of  the  Public 
Utilities  Commission;  and 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  approved  Proposition  A 
(“Proposition  A”),  which  authorized  the  Public  Utilities  Commission  to  issue  up  to  $1,628 
billion  of  indebtedness,  including  revenue  bonds,  notes,  commercial  paper  or  other  forms  of 
indebtedness,  when  authorized  by  resolution  of  the  Board,  for  the  purpose  of  reconstructing, 
replacing,  expanding,  repairing  or  improving  Water  Enterprise  (as  such  term  is  defined  in  the 
hereinafter  defined  Indenture)  facilities;  and 

WHEREAS,  Pursuant  to  the  authority  granted  by  Proposition  A,  Proposition  E  and/or  the 
Charter,  the  Public  Utilities  Commission  has  previously  authorized,  with  requisite  Board 
approval,  the  issuance  from  time  to  time  of  water  revenue  bonds  to  finance  the  reconstruction, 
replacement,  expansion  and  repair  of  or  improvements  to  the  water  facilities  of  the  Water 
Enterprise  and  the  issuance  of  water  revenue  refunding  bonds,  all  pursuant  to  the  Amended  and 
Restated  Indenture,  dated  as  of  August  1,  2002  (as  amended  and  supplemented  to  date,  the 
“Indenture”),  by  and  between  the  Public  Utilities  Commission  and  U.S.  Bank  National 
Association,  as  trustee  (the  “Trustee”);  and 

WHEREAS,  Under  Section  9.01(b)  of  the  Indenture,  the  Indenture  and  the  rights  and 
obligations  of  the  Public  Utilities  Commission  and  of  the  Owners  of  the  Bonds  and  of  the 
Trustee  may  be  modified  or  amended  at  any  time  by  a  Supplemental  Indenture  (as  defined  in  the 
Indenture),  which  shall  become  binding  upon  adoption,  without  the  consent  of  any  Bondowners 
or  any  Credit  Provider  (but  with  notice  to  each  Credit  Provider),  but  only  to  the  extent  permitted 
by  law  and  only  if  the  Trustee  determines,  which  determination  may  be  based  upon  a  good  faith 
reliance  upon  an  Opinion  of  Counsel,  that  the  provisions  of  such  Supplemental  Indenture  shall 
not  materially  adversely  affect  the  interests  of  the  Owners,  and  the  other  requirements  contained 
in  Article  IX  of  the  Indenture  are  satisfied;  and 

WHEREAS,  Capitalized  terms  used  and  not  otherwise  defined  herein  shall  have  the 
meanings  ascribed  to  them  in  the  Indenture;  and 

WHEREAS,  The  Public  Utilities  Commission  has  determined  that  it  is  necessary  and 
desirable  to  make  certain  amendments  to  the  Indenture,  by  execution  and  delivery  of  a  Twenty- 
Fourth  Supplemental  Indenture,  dated  as  of  its  date,  by  and  between  the  Public  Utilities 


Commission  and  the  Trustee  (the  “Twenty-Fourth  Supplemental  Indenture”),  to  clarify  that  loan 
agreements  or  installment  sale  agreements  entered  into  between  the  Public  Utilities  Commission 
and  the  State  of  California  (or  any  board,  departments  or  agency  thereof)  to  finance  additions, 
betterments,  extensions,  repairs,  renewals  or  replacements  to  the  Water  Enterprise,  which  by 
their  terms,  are  payable  from  a  pledge  of  Revenues  on  a  parity  basis  with  debt  service  on  the 
Bonds  (each  a  “Parity  State  Loan”)  are  authorized  to  be  issued  under  the  Indenture,  to  provide 
for  instances  in  which  Bonds  includes  Parity  State  Loans  and  to  provide  that  an  Event  of  Default 
under  Parity  State  Loans  triggers  an  Event  of  Default  under  the  Indenture,  in  addition  to 
additional  amendments  to  the  Indenture  relating  to  such  Parity  State  Loan(s);  and 

WHEREAS,  Pursuant  to  Section  9.01(b),  such  amendments  to  the  Indenture  will  not 
materially  adversely  affect  the  interests  of  the  Owners;  and 

WHEREAS,  Without  further  approval  of  the  Board,  the  Public  Utilities  Commission  is 
duly  authorized  and  empowered,  pursuant  to  each  and  every  requirement  of  law  to  authorize  the 
foregoing  transactions  and  to  authorize  the  execution  and  delivery  of  a  Twenty-Fourth 
Supplemental  Indenture  and  related  documents,  for  the  purposes,  in  the  manner  and  upon  the 
terms  provided  herein;  now  therefore  be  it;  and 

WHEREAS,  on  September  3,  2015,  the  Planning  Department  certified  the  Environmental 
Impact  Report  (EIR)  for  the  Westside  Recycled  Water  Project  and  adopted  the  Project,  the 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  and  a  statement  of  overriding 
considerations;  on  September  8,  2015,  via  Resolution  number  15-0187  this  Commission  adopted 
the  CEQA  findings,  the  MMRP,  and  a  statement  of  overriding  considerations;  and  the  State 
Water  Control  Board,  as  a  responsible  agency  under  CEQA  prepared  findings  regarding  the 
project,  incorporating  this  Commission’s  adopted  CEQA  findings;  and  this  Resolution  authorizes 
the  execution  of  financing  agreements  for  the  project,  with  the  following  conditions: 
implementation  of  the  MMRP  adopted  by  this  Commission,  and  any  conditions  contained  in 
communications  received  from  State  and  federal  environmental  resource  agencies  as  follows: 


a.  The  National  Marine  Fisheries  Service  (NMFS)  letter,  dated  September  23,  2015  for  Project 
No.  8129-110,  from  Mr.  William  W.  Stelle,  Jr.  to  Lieutenant  Colonel  John  C.  Morrow,  United 
States  Army  Corps  of  Engineers  (USACE),  regarding  compliance  with  the  Endangered 
Species  Act  (ESA)  Section  7(a)(2)  and  the  Magnuson-Stevens  Fishery  Conservation  and 
Management  Act  (MSA);  (NMFS  No.:  WCR-20 15-3365). 

b.  Biological  Resources  Evaluation  for  Terrestrial  Wildlife  Species,  Project  No.  8129-110, 
prepared  by  Coast  Ridge  Ecology,  July  2015. 

c.  The  Office  of  Historic  Preservation  (OHP)  letter,  dated  September  18,  2015  for  Project  No. 
8129-110,  from  Ms.  Julianne  Polanco  to  the  DFA’s  Cultural  Resources  Officer  (CRO),  Mr. 
Gary  Scholze,  regarding  compliance  with  Section  106  of  the  Historic  Preservation  Act; 
(EPA_20 1 5_08 1 1  _00 1 ). 

d.  The  USACE  letter,  dated  July  16,  2015  for  Project  No.  8129-110,  from  Mr.  Robert  J. 
Lawrence  to  Mr.  Kirit  Bavishi  at  the  PUC;  (DMMO  Serial  Number:  15-051). 

e.  The  United  States  Fish  and  Wildlife  Service  letter,  dated  June  3,  2016  for  Project  No.  8111- 

1 10,  from  Mr.  Ryan  Olah  to  Ms.  Susan  Stewart,  DFA  Environmental  Scientist,  regarding  ESA 
Informal  Consultation. 


f.  The  OHP  letter,  dated  December  12,  2016  for  Project  No.  8111-110,  from  Ms.  Julianne 

Polanco  to  Mr.  Ahmad  Kashkoli,  DFA  Senior  Environmental  Scientist,  regarding  Request  for 
Concurrence  on  Adequacy  of  Archaeological  Resources  Management  Plan  and  Determination 
of  “No  Historic  Properties  Affected”  Under  Section  106  of  the  National  Historic  Preservation 
Act  (EP A_20 1 6_020 1 _00 1 ) ;  and 


WHEREAS,  the  Public  Utilities  Commission  awarded  Contract  No.  WD-2776,  San 
Francisco  Westside  Recycled  Water  Treatment  Facility  at  Oceanside  Plant,  on  May  9,  2017  by 
Resolution  No.  17-0108;  and  the  Public  Utilities  Commission  awarded  Contract  No.  WD-2798, 
San  Francisco  Westside  Recycled  Water  Pipeline,  on  November  8,  2016  by  Resolution  Number 
16-0235;  now,  therefore,  be  it 

RESOLVED,  By  the  Public  Utilities  Commission,  that  the  form  of  the  Twenty-Fourth 
Supplemental  Indenture,  in  substantially  the  form  submitted  to  this  Public  Utilities  Commission, 
is  hereby  approved.  The  General  Manager  of  the  Public  Utilities  Commission  (the  “General 
Manager”)  or  his  or  her  designee  is  authorized  and  directed  to  execute  and  deliver  the  Twenty- 
Fourth  Supplemental  Indenture  in  substantially  said  form,  subject  to  such  modifications, 
additions  thereto  or  changes  therein,  which  the  General  Manager,  upon  consultation  with  the 
City  Attorney  and  Director,  shall  approve,  such  approval  to  be  conclusively  evidenced  by  the 
execution  and  delivery  of  such  Twenty-Fourth  Supplemental  Indenture;  and  be  it 

FURTHER  RESOLVED,  That  Sections  5.01  and  5.02  of  the  Indenture  set  forth  the 
disposition  and  pledge  of  Revenues  applicable  to  the  Parity  State  Loans  and  such  disposition  and 
pledge  of  Revenues  is  hereby  confirmed  by  the  Public  Utilities  Commission;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager,  the  Deputy  General  Manager  and 
Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business  Services  and  Chief 
Financial  Officer,  of  the  Public  Utilities  Commission  and  the  officers  of  the  City  are  hereby 
authorized  and  directed,  each  acting  alone,  for  and  in  the  name  and  on  behalf  of  this  Public 
Utilities  Commission,  to  execute  and  deliver  any  and  all  documents,  certificates  and 
representations,  including,  but  not  limited  to,  signature  certificates  and  no-litigation  certificates, 
and  to  do  any  and  all  things  and  take  any  and  all  actions  which  may  be  necessary  or  advisable,  in 
their  discretion,  to  accomplish  the  intent  and  purposes  of  this  resolution;  and  the  General 
Manager  is  authorized  to  delegate  any  of  the  responsibilities  or  duties  set  forth  in  this  resolution 
to  the  Deputy  General  Manager  and  Chief  Operating  Officer  or  to  the  Assistant  General 
Manager,  Business  Services  and  Chief  Financial  Officer,  of  the  Public  Utilities  Commission,  and 
the  other  officers  of  the  Public  Utilities  Commission  are  hereby  authorized  to  delegate  any  of  the 
actions  on  their  behalf  set  forth  herein  to  another  officer  or  employee  of  the  Public  Utilities 
Commission;  and  be  it 


FURTHER  RESOLVED,  That  all  actions  heretofore  taken  by  the  officials,  employees 
and  agents  of  the  Public  Utilities  Commission  with  respect  to  the  Twenty-Fourth  Supplemental 
Indenture  are  hereby  approved,  confirmed  and  ratified;  and  be  it 

FURTHER  RESOLVED,  This  resolution  shall  take  effect  from  and  after  its  adoption. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.: _ 17-0160 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E  (codified  at  Charter  Section  8B.124,  and  referred  to  herein 
as  “Proposition  E”),  which  among  other  things,  authorized  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco  (the  “Public  Utilities  Commission”)  to  issue  revenue 
bonds,  including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by 
ordinance  approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  (the  “Board”),  for  the 
purpose  of  reconstructing,  replacing,  expanding,  repairing  or  improving  water  facilities  or  clean 
water  facilities  or  combinations  of  water  and  clean  water  facilities  under  the  jurisdiction  of  the 
Public  Utilities  Commission;  and 

WHEREAS,  Pursuant  to  the  authority  granted  by  Proposition  E  and/or  the  Charter,  the 
Public  Utilities  Commission  has  previously  authorized,  with  requisite  Board  approval,  the 
issuance  from  time  to  time  of  wastewater  revenue  bonds  to  finance  the  reconstruction, 
replacement,  expansion  and  repair  of  or  improvements  to  the  clean  water  facilities  of  the 
wastewater  Enterprise  and  the  issuance  of  wastewater  revenue  refunding  bonds,  all  pursuant  to 
the  Indenture,  dated  as  of  January  1,  2003  (as  amended  and  supplemented  to  date,  the 
“Indenture”),  by  and  between  the  Public  Utilities  Commission  and  U.S.  Bank  National 
Association,  as  trustee  (“Trustee”);  and 

WHEREAS,  Under  Section  9.01(b)  of  the  Indenture,  the  Indenture  and  the  rights  and 
obligations  of  the  Public  Utilities  Commission  and  of  the  Owners  of  the  Bonds  and  of  the 
Trustee  may  be  modified  or  amended  at  any  time  by  a  Supplemental  Indenture  (as  defined  in  the 
Indenture),  which  shall  become  binding  upon  adoption,  without  the  consent  of  any  Bondowners 
or  any  Credit  Provider  (but  with  notice  to  each  Credit  Provider),  but  only  to  the  extent  permitted 
by  law  and  only  if  the  Trustee  determines,  which  determination  may  be  based  upon  a  good  faith 
reliance  upon  an  Opinion  of  Counsel,  that  the  provisions  of  such  Supplemental  Indenture  shall 
not  materially  adversely  affect  the  interests  of  the  Owners,  and  the  other  requirements  contained 
in  Article  IX  of  the  Indenture  are  satisfied;  and 

WHEREAS,  Capitalized  terms  used  and  not  otherwise  defined  herein  shall  have  the 
meanings  ascribed  to  them  in  the  Indenture;  and 

WHEREAS,  The  Public  Utilities  Commission  has  determined  that  it  is  necessary  and 
desirable  to  make  certain  amendments  to  the  Indenture,  by  execution  and  delivery  of  a  Fifth 
Supplemental  Indenture,  dated  as  of  its  date,  by  and  between  the  Public  Utilities  Commission 
and  the  Trustee  (the  “Fifth  Supplemental  Indenture”),  to  cure  certain  omissions  relating  to  Parity 
State  Loans,  including  amendments  to  clarify  instances  in  which  Bonds  include  Parity  State 
Loans  and  to  clarify  that  an  Event  of  Default  under  Parity  State  Loans  triggers  an  Event  of 
Default  under  the  Indenture,  in  addition  to  additional  amendments  to  the  Indenture  relating  to 
such  Parity  State  Loans;  and 


WHEREAS,  Pursuant  to  Section  9.01(b),  such  amendments  to  the  Indenture  will  not 
materially  adversely  affect  the  interests  of  the  Owners;  and 

WHEREAS,  On  September  18,  2015,  the  Planning  Department  determined  that  the  North 
Point  Facility  Outfall  System  Rehabilitation  project  (CWWSIPTPNP01)  is  categorically  exempt 
under  California  Environmental  Quality  Act  Guidelines  Section  15301  (Existing  Facilities),  and 
on  October  27,  2015,  this  Commission  approved  the  North  Point  Facility  Outfall  System 
Rehabilitation  project  (CWWSIPTPNP01)  by  Resolution  No.  15-0218;  and 

WHEREAS,  On  August  18,  2015,  the  Planning  Department  determined  that  the  SEP 
Primary/Secondary  Clarifier  Upgrades  project  (CWWSEPSE04)  is  categorically  exempt  under 
California  Environmental  Quality  Act  Guidelines  Section  15301  (Existing  Facilities),  and  on 
October  27,  2015,  the  Public  Utilities  Commission  approved  the  SEP  Primary/Secondary 
Clarifier  Upgrades  project  (CWWSIPSE04)  by  Resolution  No.  15-0219;  and 

WHEREAS,  On  August  18,  2015,  the  Planning  Department  determined  that  the  SEP 
521/522  and  Disinfection  Upgrades  project  (CWWSIPSE05)  is  categorically  exempt  under 
California  Environmental  Quality  Act  Guidelines  Section  15301  Class  1  (Existing  Facilities)  and 
Section  15303  Class  3  (New  Construction  or  Conversion  of  Small  Structures),  and  on  October 
27,  2015,  this  Commission  approved  the  SEP  521/522  and  Disinfection  Upgrades  project 
(CWWSIPSE05)  by  Resolution  No.  15-0220;  and 

WHEREAS,  The  State  Water  Resources  Control  Board  reviewed  the  categorical 
exemptions  and  the  additional  environmental  review  requirements  for  the  SRF  Program  and 
concurred  with  the  Planning  Department’s  determinations  in  Resolution  2017-0026  on  May  2, 
2017;  and 

WHEREAS,  Without  further  approval  of  the  Board,  the  Public  Utilities  Commission  is 
duly  authorized  and  empowered,  pursuant  to  each  and  every  requirement  of  law  to  authorize  the 
foregoing  transactions  and  to  authorize  the  execution  and  delivery  of  a  Fifth  Supplemental 
Indenture  and  related  documents,  for  the  purposes,  in  the  manner  and  upon  the  terms  provided 
herein;  now  therefore  be  it;  now,  therefore,  be  it 

RESOLVED,  By  the  Public  Utilities  Commission,  that  the  form  of  the  Fifth 
Supplemental  Indenture,  in  substantially  the  form  submitted  to  this  Public  Utilities  Commission, 
is  hereby  approved.  The  General  Manager  of  the  Public  Utilities  Commission  (the  “General 
Manager”)  or  his  or  her  designee  is  authorized  and  directed  to  execute  and  deliver  the  Fifth 
Supplemental  Indenture  in  substantially  said  form,  subject  to  such  modifications,  additions 
thereto  or  changes  therein,  which  the  General  Manager,  upon  consultation  with  the  City  Attorney 
and  Director,  shall  approve,  such  approval  to  be  conclusively  evidenced  by  the  execution  and 
delivery  of  such  Fifth  Supplemental  Indenture;  and  be  it 

FURTHER  RESOLVED,  That  Sections  5.01  and  5.02  of  the  Indenture  set  forth  the 
disposition  of  Revenues  and  pledge  of  Net  Revenues  applicable  to  the  Parity  State  Loans  and 
such  disposition  and  pledge  of  revenues  is  hereby  confirmed  by  the  Public  Utilities  Commission; 
and  be  it 


FURTHER  RESOLVED,  That  the  General  Manager,  the  Deputy  General  Manager  and 
Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business  Services  and  Chief 
Financial  Officer,  of  the  Public  Utilities  Commission  and  the  officers  of  the  City  are  hereby 
authorized  and  directed,  each  acting  alone,  for  and  in  the  name  and  on  behalf  of  this  Public 
Utilities  Commission,  to  execute  and  deliver  any  and  all  documents,  certificates  and 
representations,  including,  but  not  limited  to,  signature  certificates  and  no-litigation  certificates, 
and  to  do  any  and  all  things  and  take  any  and  all  actions  which  may  be  necessary  or  advisable,  in 
their  discretion,  to  accomplish  the  intent  and  purposes  of  this  resolution;  and  the  General 
Manager  is  authorized  to  delegate  any  of  the  responsibilities  or  duties  set  forth  in  this  resolution 
to  the  Deputy  General  Manager  and  Chief  Operating  Officer  or  to  the  Assistant  General 
Manager,  Business  Services  and  Chief  Financial  Officer,  of  the  Public  Utilities  Commission,  and 
the  other  officers  of  the  Public  Utilities  Commission  are  hereby  authorized  to  delegate  any  of  the 
actions  on  their  behalf  set  forth  herein  to  another  officer  or  employee  of  the  Public  Utilities 
Commission;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  heretofore  taken  by  the  officials,  employees 
and  agents  of  the  Public  Utilities  Commission  with  respect  to  the  Fifth  Supplemental  Indenture 
are  hereby  approved,  confirmed  and  ratified;  and  be  it 

FURTHER  RESOLVED,  This  resolution  shall  take  effect  from  and  after  its  adoption. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 

RESOLUTION  NO.:  17-0161 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E  (codified  at  Charter  Section  8B.124,  but  hereinafter  referred 
to  as  “Proposition  E”),  which  among  other  things,  authorized  the  Public  Utilities  Commission  of 
the  City  (the  “Commission”)  to  issue  revenue  bonds,  including  notes,  commercial  paper  or  other 
forms  of  indebtedness,  when  authorized  by  ordinance  approved  by  a  two-thirds  vote  of  the  Board 
of  Supervisors,  for  the  purpose  of  reconstructing,  replacing,  expanding,  repairing  or  improving 
water  facilities  or  clean  water  facilities  or  combinations  of  water  and  clean  water  facilities  under 
the  jurisdiction  of  the  Commission  (the  “Water  Enterprise”);  and 

WHEREAS,  Pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
(“Article  V”),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Under  Section  8B.124  of  the  Charter  of  the  City  (the  “Charter”),  the  Board’s 
authority  to  authorize  an  issuance  of  debt  under  Proposition  E  is  subject  to  its  receipt  of  a 
certification  from  an  independent  engineer  that  (i)  the  projects  to  be  financed  by  such  debt  meet 
utility  standards  and  (ii)  estimated  net  revenue  will  be  sufficient  to  meet  operating,  maintenance, 
debt  service  coverage  and  other  indenture  or  resolution  requirements  (the  “Engineer 
Certification”);  and 

WHEREAS,  The  Board’s  authority  to  authorize  an  issuance  of  debt  under  Proposition  E 
is  also  subject  to  its  receipt  of  a  certification  from  the  San  Francisco  Planning  Department  that 
facilities  financed  with  such  debt  will  comply  with  applicable  requirements  of  the  California 
Environmental  Quality  Act  (together  with  the  Engineer  Certification,  the  “Proposition  E 
Certificates”);  and 

WHEREAS,  Pursuant  to  (i)  Ordinance  No.  189-09,  adopted  by  the  Board  on  August  4, 
2009  and  signed  by  the  Mayor  on  August  12,  2009,  (ii)  Ordinance  No.  89-10,  adopted  by  the 
Board  on  April  20,  2009  and  signed  by  the  Mayor  on  April  30,  2009  and  (iii)  Ordinance  No. 
113-12,  adopted  by  the  Board  on  June  12,  2012  and  signed  by  the  Mayor  on  June  18,  2012,  the 
Board  has  authorized  the  issuance  from  time  to  time  of  up  to  $3,201,431,157  of  water  revenue 
bonds  under  Proposition  E,  and  in  the  anticipation  of  the  issuance  of  such  water  revenue  bonds 
has  authorized  the  issuance  from  time  to  time  of  the  Commission’s  commercial  paper  notes  (the 
“CP  Notes”);  and 

WHEREAS,  The  amount  of  authorized  but  unissued  water  revenue  bonds  issued  under 
the  Ordinances  is  $1,075,465,191;  and 

WHEREAS,  Pursuant  to  Ordinance  No.  311-08,  adopted  by  the  Board  of  Supervisors  on 
December  16,  2008,  and  Resolution  No.  09-175,  adopted  by  this  Commission  on  October  27, 
2009,  the  Water  Enterprise’s  commercial  paper  program  (the  “Water  CP  Program”)  was 
increased  to  an  aggregate  principal  amount  of  $500,000,000;  and 


WHEREAS,  Liquidity/credit  facilities  for  the  outstanding  CP  Notes  in  the  aggregate 
principal  amount  of  $300  million  expire  on  June  30,  2017,  and  the  Commission  is  required  to 
replace  those  facilities  with  new  liquidity  or  other  credit  facilities  in  order  to  support  and/or 
maintain  the  Water  CP  Program  and  provide  other  short-term,  interim  funding  of  the  Water 
Enterprise  Capital  Improvement  Program  (the  “Water  CIP”);  and 

WHEREAS,  The  Commission  issued  a  request  for  bids  from  qualified  banks  to  provide 
for  one  or  more  letters  of  credit  or  revolving  lines  of  credit  to  secure  the  payment  of  the  CP 
Notes  or  direct-purchase,  revolving  credit  facilities  to  replace  the  expiring  liquidity/credit 
facilities;  and 

WHEREAS,  After  an  evaluation  of  the  responses  to  such  request  for  bids,  the 
Commission  staff  determined  that  the  following  were  most  advantageous  to  the  Commission; 
and  were  determined  to  be  the  lowest  cost,  responsive  and  responsible  bidders  to  provide  credit 
and/or  liquidity  support  for  the  Water  Enterprise’s  commercial  paper  program:  (i)  a  letter  of 
credit  supporting  $100  million  of  CP  Notes  offered  by  Bank  of  America,  N.A.  (the  “Bank  of 
America  Letter  of  Credit”);  (ii)  a  letter  of  credit  supporting  $100  million  of  CP  Notes  offered  by 
Barclays  Bank  PLC  (the  “Barclays  Letter  of  Credit”)  and  (iii)  a  direct-purchase,  revolving  line  of 
credit  in  the  principal  amount  of  $100  million  with  U.S.  Bank  National  Association  (the  “U.S. 
Bank  Revolving  Credit  Agreement”);  and 

WHEREAS,  The  proposed  forms  of  the  following  (collectively,  the  “Bank  Agreements”) 
have  been  presented  to  the  Commission  and  fded  with  the  Secretary,  and  the  Commission  finds  it 
in  its  best  interest  to  enter  into  such  agreements:  (i)  the  Reimbursement  Agreement,  which 
includes  the  form  of  the  Bank  of  America  Letter  of  Credit  (the  “Bank  of  America 
Reimbursement  Agreement”),  and  its  related  Fee  Letter  (the  “Bank  of  America  Fee  Letter”), 
(ii)  the  Reimbursement  Agreement,  which  includes  the  form  of  the  Barclays  Letter  of  Credit  (the 
“Barclays  Reimbursement  Agreement”),  and  its  related  Fee  Letter  (the  “Barclays  Fee  Letter”) 
and  (iii)  the  U.S.  Bank  Revolving  Credit  Agreement  and  its  related  Fee  Letter  (the  “U.S.  Bank 
Fee  Letter”);  and 

WHEREAS,  Pursuant  to  Resolution  No.  09-175  and  Resolution  No.  14-0088,  adopted  by 
this  Commission  on  May  27,  2014,  the  Commission  is  authorized  to  take  any  and  all  necessary 
action  in  connection  with  the  issuance  of  the  CP  Notes  and  other  short-term  indebtedness, 
including,  the  execution  of  one  or  more  commercial  paper  dealer  agreements  entered  into  in 
connection  with  the  sale  and  issuance  of  the  CP  Notes  and  other  short-term  indebtedness;  and 

WHEREAS,  The  Commission  finds  it  necessary  to  execute  one  or  more  issuing  and 
paying  agent  agreements  and  one  or  more  commercial  paper  dealer  agreements  for  the  CP  Notes 
and  to  deliver  an  offering  memorandum  for  the  CP  Notes  in  connection  with  the  delivery  of  the 
Bank  of  America  Letter  of  Credit  and  Barclays  Letter  of  Credit;  and 

WHEREAS,  The  proposed  form  of  dealer  agreements  (the  “Dealer  Agreements”)  has 
been  presented  to  the  Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it  in 
its  best  interest  to  enter  into  such  agreements  with  one  or  more  qualified  commercial  paper 
dealers;  and 

WHEREAS,  The  proposed  forms  of  issuing  and  paying  agent  agreement  (the  “Issuing 
and  Paying  Agent  Agreement”)  has  been  presented  to  the  Commission  and  filed  with  the 
Secretary,  and  the  Commission  finds  it  in  its  best  interest  to  enter  into  such  agreement  with  one 
or  more  qualified  issuing  and  paying  agents;  and 


WHEREAS,  The  proposed  form  of  offering  memorandum  (the  “Offering  Memorandum”) 
has  been  presented  to  the  Commission  and  filed  with  the  Secretary;  and 

WHEREAS,  The  Commission  has  paid,  beginning  no  earlier  than  60  days  prior  to  the 
adoption  of  this.  Resolution  and  will  pay,  on  and  after  the  date  hereof,  certain  expenditures  (the 
“Expenditures”  as  defined  in  the  Code  referred  to  below)  in  connection  with  the  acquisition, 
construction  and/or  equipping  of  the  Capital  Improvement  Projects;  and 

WHEREAS,  The  Commission  adopts  this  Resolution  as  official  action  of  the 
Commission  in  order  to  comply  with  Treasury  Regulation  §1.150-2  and  any  other  regulations  of 
the  Internal  Revenue  Service  (the  “Code”)  relating  to  the  qualification  for  reimbursement  of 
Commission  expenditures  incurred  prior  to  the  date  of  issue  of  any  CP  Notes;  and 

WHEREAS,  The  Proposition  E  Certificates  meeting  the  Proposition  E  requirements, 
including  CEQA  requirements  are  on  file  with  the  Clerk  of  the  Board  in  accordance  with 
Proposition  E  prior  to  the  issuance  of  any  CP  Notes  or  short-term  indebtedness;  now,  therefore, 
be  it 


RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Approval  of  Bank  Agreements.  The  forms  of  the  Bank  of  America 
Reimbursement  Agreement,  the  Bank  of  America  Fee  Letter,  the  Barclays  Reimbursement 
Agreement,  the  Barclays  Fee  Letter,  the  U.S.  Bank  Revolving  Credit  Agreement  and  the  U.S. 
Bank  Fee  Letter  (collectively,  the  “Bank  Agreements”),  in  substantially  the  forms  submitted  to 
this  Commission,  are  hereby  approved  and  recommended  to  the  Director  of  the  City’s  Office  of 
Public  Finance  (the  “Director”)  for  approval  pursuant  to  the  Administrative  Code,  Article  V 
thereof.  The  General  Manager  of  the  Commission  (the  “General  Manager”)  or  his  or  her 
designee  is  authorized  and  directed  to  execute  and  deliver  the  Bank  Agreements  in  substantially 
said  forms,  subject  to  such  additions  thereto  or  changes  therein  which  the  General  Manager, 
upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  such  Bank  Agreements,  provided  that 
the  Bank  Agreements  may  be  extended  for  an  additional  term  not  to  exceed  seven  years  from  the 
commencement  date  of  the  initial  term  provided  there  are  no  material  changes  to  the  terms 
thereof,  provided  further  that  the  annual  facility  fee  payable  to  the  Bank  shall  not  exceed 
$750,000  per  year,  and  the  amendments  shall  otherwise  comply  with  Section  2  hereof. 

Section  2.  Limitations.  In  no  event  shall  the  CP  Notes,  including  the  advances  under  the 
Revolving  Credit  Agreements,  exceed  $500,000,000  in  aggregate  principal  amount  and  in  no 
event  shall  the  interest  rate  or  interest  rates  cause  the  aggregate  average  interest  cost  to  exceed 
12%  per  annum,  and  in  no  event  shall  the  term  of  any  term  loan  under  the  Revolving  Credit 
Agreements  exceed  five  years. 

Section  3.  Section  1.  Approval  of  Issuing  and  Paving  Agent  Agreements.  The  forms  of 
Issuing  and  Paying  Agent  Agreement,  each  between  the  Commission  and  the  U.S.  Bank  National 
Association  with  respect  to  the  Bank  of  America  Letter  of  Credit  and  the  Barclays  Letter  of 
Credit  (collectively,  the  “Issuing  and  Paying  Agent  Agreements”),  in  substantially  the  forms 
submitted  to  this  Commission  and  on  file  with  the  Secretary,  are  hereby  approved  and 
recommended  to  the  Director  for  approval  pursuant  to  the  Administrative  Code,  Article  V 
thereof,  subject  to  such  to  such  additions  thereto  or  changes  therein  which  the  General  Manager, 
upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  such  Issuing  and  Paying  Agent 
Agreement. 


Section  4.  Approval  of  Offering  Memorandum.  The  form  of  Offering  Memorandum,  in 
substantially  the  form  filed  with  the  Secretary,  is  hereby  approved  and  recommended  to  the 
Director  for  approval  pursuant  to  the  Administrative  Code,  Article  V  thereof,  subject  to  such 
additions  thereto  or  changes  therein  which  the  General  Manager,  upon  consultation  with  the  City 
Attorney  and  Director,  shall  approve.  The  General  Manager  (or  the  designee  thereof)  is  further 
authorized  and  directed  to  distribute,  in  connection  with  the  sale  of  any  CP  Notes,  one  or  more 
Offering  Memoranda  in  such  form,  as  the  General  Manager,  upon  consultation  with  the  City 
Attorney,  Bond  Counsel  and  the  Director  shall  approve. 

Section  5.  Approval  of  Dealer  Agreements.  The  Dealer  Agreements,  in  substantially  the 
form  submitted  to  this  Commission,  are  hereby  approved  and  recommended  to  the  Director  for 
approval  pursuant  to  Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  or  his 
or  her  designee  is  authorized  and  directed  to  execute  and  deliver  one  or  more  of  Dealer 
Agreements  in  substantially  said  form,  subject  to  such  additions  thereto  or  changes  therein  which 
the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such 
approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  such  Dealer  Agreements. 
The  General  Manager  is  further  authorized,  in  consultation  with  the  City  Attorney  and  the 
Director,  to  execute  one  or  more  amendments  to  extend  the  term  of  any  Dealer  Agreement 
authorized  hereunder  for  a  period  not  to  exceed  five  years,  with  optional  annual  extensions  not  to 
exceed  seven  years  from  the  commencement  date  of  the  initial  term,  so  long  as  the  total 
compensation  to  the  commercial  paper  dealer(s)  shall  not  exceed  an  aggregate  of  $250,000  per 
year. 

Section  6.  Intent  to  Reimburse.  This  Commission  hereby  declares  the  official  intent  of 
the  Commission  to  reimburse  the  Commission  with  proceeds  of  the  CP  Notes  or  from  draws 
made  under  the  U.S.  Bank  Revolving  Credit  Agreement  for  the  Expenditures  (as  defined  under 
the  Code)  with  respect  to  the  Capital  Improvement  Projects  made  on  and  after  a  date  that  is  no 
more  than  60  days  prior  to  the  adoption  of  this  Resolution.  The  Commission  reasonably  expects 
on  the  date  hereof  that  it  will  reimburse  the  Expenditures  with  proceeds  of  the  CP  Notes  or  from 
draws  made  under  the  U.S.  Bank  Revolving  Credit  Agreement.  Each  such  Expenditure  was  and 
will  be  either  (A)  of  a  type  properly  chargeable  to  a  capital  account  under  general  federal  income 
tax  principles  (determined  in  each  case  as  of  the  date  of  the  Expenditure),  (B)  a  cost  of  issuance 
with  respect  to  the  CP  Notes  or  draws  made  under  the  U.S.  Bank  Revolving  Credit  Agreement, 
(C)  a  nonrecurring  item  that  is  not  customarily  payable  from  current  revenues,  or  (D)  a  grant  to 
pay  a  party  that  is  not  related  to  or  an  agent  of  the  issuer  so  long  as  such  grant  does  not  impose 
any  obligation  or  condition  (directly  or  indirectly)  to  repay  any  amount  to  or  for  the  benefit  of 
the  Commission.  The  maximum  principal  amount  of  the  CP  Notes  to  be  issued  or  draws  to  be 
made  under  the  U.S.  Bank  Revolving  Credit  Agreement,  subject  to  the  provisions  of  Proposition 
E,  for  the  capital  improvement  projects  of  the  Water  Enterprise  is  $500,000,000  (exclusive  of 
financing  costs).  The  Commission  will  make  a  reimbursement  allocation,  which  is  a  written 
allocation  that  evidences  the  Commission’s  use  of  proceeds  of  the  CP  Notes  or  draws  made 
under  the  U.S.  Bank  Revolving  Credit  Agreement  to  reimburse  an  Expenditure,  no  later  than  18 
months  after  the  later  of  the  date  on  which  the  Expenditure  is  paid  or  the  component  of  the 
Capital  Improvement  Projects  is  placed  in  service  or  abandoned,  but  in  no  event  more  than  three 
years  after  the  date  on  which  the  Expenditure  is  paid.  The  Commission  recognizes  that 
exceptions  are  available  for  certain  “preliminary  expenditures,”  costs  of  issuance,  certain  de 
minimis  amounts,  expenditures  by  “small  issuers”  (based  on  the  year  of  issuance  and  not  the  year 
of  expenditure)  and  expenditures  for  construction  projects  of  at  least  5  years. 

Section  7.  Further  Actions.  The  General  Manager  or  his  or  her  designee,  and  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 


action  in  furtherance  of  the  execution  of  the  Bank  Agreements  and  the  marketing  and  sale  of  the 
CP  Notes. 

Section  8.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  9.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  execution  of  the  Bank  Agreements  in  connection 
with  providing  short-term,  interim  funding  of  the  Water  CEP,  including  the  Water  CP  Program, 
are  hereby  approved,  confirmed  and  ratified. 

Section  10.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  July  11,  2017. 

ffUyi/u1-  dksiL _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.: _ 17-0162 

WHEREAS,  On  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  “City”)  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
Public  Utilities  Commission  (the  “Commission”)  to  issue  indebtedness,  including  revenue  bonds, 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  “Board”),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (the  “Wastewater  Enterprise”);  and 

WHEREAS,  Pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
(“Article  V”),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  3 1 ,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  Under  Section  8B.  124  of  the  Charter  of  the  City  (the  “Charter”),  the  Board’s 
authority  to  authorize  an  issuance  of  debt  under  Proposition  E  is  subject  to  its  receipt  of  a 
certification  from  an  independent  engineer  that  (i)  the  projects  to  be  financed  by  such  debt  meet 
utility  standards  and  (ii)  estimated  net  revenue  will  be  sufficient  to  meet  operating,  maintenance, 
debt  service  coverage  and  other  indenture  or  resolution  requirements  (the  “Engineer 
Certification”);  and 

WHEREAS,  The  Board’s  authority  to  authorize  an  issuance  of  debt  under  Proposition  E 
is  also  subject  to  its  receipt  of  a  certification  from  the  San  Francisco  Planning  Department  that 
facilities  financed  with  such  debt  will  comply  with  applicable  requirements  of  the  California 
Environmental  Quality  Act  (together  with  the  Engineer  Certification,  the  “Proposition  E 
Certificates”);  and 

WHEREAS,  The  Commission  has  previously  authorized  pursuant  to  Resolution  No.  06- 
0164,  approved  by  the  Commission  on  September  26,  2006,  and  the  Board  has  previously 
approved  pursuant  to  Ordinance  No.  266-06,  adopted  by  the  Board  on  October  24,  2006,  and 
signed  by  the  Mayor  on  October  31,  2006,  the  establishment  of  a  commercial  paper  program  for 
the  Wastewater  Enterprise  (the  “Wastewater  CP  Program”)  and  the  issuance  of  up  to  $150 
million  in  aggregate  principal  amount  of  commercial  paper  notes  (“CP  Notes”)  outstanding  at 
any  one  time;  and 

WHEREAS,  The  Commission  has  authorized  pursuant  to  Resolution  No.  11-0197, 
approved  by  the  Commission  on  December  13,  2011,  and  the  Board  has  approved  pursuant  to 
Ordinance  No.  91-12,  adopted  by  the  Board  on  May  1,  2012,  and  signed  by  the  Mayor  on  May 
14,  2012,  an  ordinance  to  authorize,  an  increase  in  the  Wastewater  CP  Program  from  an 
aggregate  principal  amount  not  to  exceed  $150  million  of  CP  Notes  outstanding  at  any  one  time 


to  an  aggregate  principal  amount  not  to  exceed  $300  million  of  CP  Notes  outstanding  at  any  one 
time;  and 

WHEREAS,  The  Commission  has  authorized  pursuant  to  Resolution  No.  14-0139, 
approved  by  the  Commission  on  August  26,  2014,  and  the  Board  has  approved  pursuant  to 
Resolution  No.  378-14,  adopted  by  the  Board  on  September  30,  2014,  and  signed  by  the  Mayor 
on  October  9,  2014,  an  increase  in  the  Wastewater  CP  Program  from  an  aggregate  principal 
amount  not  to  exceed  $300  million  of  CP  Notes  outstanding  at  any  one  time  to  an  aggregate 
principal  amount  not  to  exceed  $500  million  of  CP  Notes  outstanding  at  any  one  time;  and 

WHEREAS,  The  Commission  has  previously  authorized  pursuant  to  Resolution  No.  17- 
0086,  approved  by  the  Commission  on  April  25,  2017,  and  the  Board  has  approved  pursuant  to 
Resolution  No.  193-17,  adopted  by  the  Board  on  May  23,  2017,  and  signed  by  the  Mayor  on 
May  26,  2017,  an  increase  in  the  Wastewater  CP  Program  from  an  aggregate  principal  amount 
not  to  exceed  $500  million  of  CP  Notes  outstanding  at  any  one  time  to  an  aggregate  principal 
amount  not  to  exceed  $750  million  of  CP  Notes  outstanding  at  any  one  time;  and 

WHEREAS,  The  Board  has  previously  approved  pursuant  to  Ordinance  No.  111-16, 
adopted  by  the  Board  on  June  14,  2016,  and  signed  by  the  Mayor  on  June  24,  2016  (together 
with  Ordinance  No.  266-06  and  Ordinance  No.  91-12,  the  “Ordinances”),  the  issuance  of  up  to 
$1,112,601,280  (inclusive  of  finance  costs)  in  aggregate  principal  amount  of  Wastewater 
Revenue  Bonds  and  other  forms  of  indebtedness  of  the  Commission;  and 

WHEREAS,  The  amount  of  authorized  but  unissued  wastewater  revenue  bonds  issued 
under  the  Ordinances  is  $1,725,309,739;  and 

WHEREAS,  Pursuant  to  Article  V  and  Ordinance  No.  266-06  the  Commission  is 
authorized  to  negotiate  and  execute  credit  or  liquidity  facilities  to  support  the  CP  Notes  and  any 
additional  agreements  related  thereto;  and 

WHEREAS,  One  of  the  letters  of  credit  supporting  the  CP  Notes  in  the  principal  amount 
of  $75  million  expires  by  its  terms  on  July  10,  2017  and  the  Commission  is  required  to  replace 
such  facility  with  a  new  liquidity  or  other  credit  facility  to  support  and/or  maintain  the 
Wastewater  CP  Program  or  provide  short-term,  interim  funding  of  the  Wastewater  Capital 
Improvement  Program  (the  “Wastewater  CIP”);  and 

WHEREAS,  The  Commission  issued  a  request  for  bids  from  qualified  banks  to  provide 
for  one  or  more  letters  of  credit  or  revolving  lines  of  credit  to  secure  the  payment  of  the  CP 
Notes  or  direct-purchase,  revolving  credit  facilities  to  replace  the  expiring  letter  of  credit;  and 

WHEREAS,  After  an  evaluation  of  the  responses  to  such  request  for  bids,  the 
Commission  staff  determined  that  a  direct-purchase,  revolving  credit  agreement  in  the  principal 
amount  of  $75  million  with  U.S.  Bank  National  Association  (the  “Bank”)  was  most 
advantageous  to  the  Commission  to  provide  short-term,  interim  funding  of  the  Wastewater  CIP; 
and 


WHEREAS,  The  proposed  form  of  the  direct-purchase,  revolving  credit  agreement  and 
its  related  fee  letter  (the  “Revolving  Credit  Agreement”  and  Fee  Letter,  respectively),  to  be 


entered  into  by  the  Commission  and  the  Bank  have  been  presented  to  the  Commission  and  filed 
with  the  Secretary,  and  the  Commission  finds  it  in  its  best  interest  to  enter  into  such  agreement; 
and 


WHEREAS,  Pursuant  to  Resolution  No.  06-0164,  Resolution  No.  11-0197,  Resolution 
No.  14-0139,  Resolution  No.  17-0027  and  Resolution  No.  17-0086,  the  Commission  is 
authorized  to  take  any  and  all  necessary  action  in  connection  with  the  issuance  of  the  CP  Notes 
and  other  short-term  indebtedness,  including,  the  execution  of  one  or  more  commercial  paper 
dealer  agreements  entered  into  in  connection  with  the  sale  and  issuance  of  the  CP  Notes  and 
other  short-term  indebtedness;  and 

WHEREAS,  The  Commission  finds  it  necessary  to  execute  one  or  more  commercial 
paper  dealer  agreements  for  the  CP  Notes  and  to  deliver  an  offering  memorandum  for  the  CP 
Notes  in  connection  with  the  delivery  of  the  Revolving  Credit  Agreement;  and 

WHEREAS,  The  proposed  form  of  dealer  agreements  (the  “Dealer  Agreements”)  has 
been  presented  to  the  Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it  in 
its  best  interest  to  enter  into  such  agreements  with  one  or  more  qualified  commercial  paper 
dealers;  and 

WHEREAS,  A  proposed  form  of  offering  memorandum  (the  “Offering  Memorandum”) 
has  been  presented  to  the  Commission  and  filed  with  the  Secretary  to  reflect  changes  in  the 
Wastewater  CP  Program;  and 

WHEREAS,  The  Commission  has  paid,  beginning  no  earlier  than  60  days  prior  to  the 
adoption  of  this,  Resolution  and  will  pay,  on  and  after  the  date  hereof,  certain  expenditures  (the 
“Expenditures”  as  defined  in  the  Code  referred  to  below)  in  connection  with  the  acquisition, 
construction  and/or  equipping  of  the  Capital  Improvement  Projects;  and 

WHEREAS,  The  Commission  adopts  this  Resolution  as  official  action  of  the 
Commission  in  order  to  comply  with  Treasury  Regulation  §1.150-2  and  any  other  regulations  of 
the  Internal  Revenue  Service  (the  “Code”)  relating  to  the  qualification  for  reimbursement  of 
Commission  expenditures  incurred  prior  to  the  date  of  issue  of  any  CP  Notes;  and 

WHEREAS,  The  Proposition  E  Certificates  meeting  the  Proposition  E  requirements, 
including  CEQA  requirements  areon  file  with  the  Clerk  of  the  Board  in  accordance  with 
Proposition  E  prior  to  the  issuance  of  any  CP  Notes  or  short-term  indebtedness;  now,  therefore, 
be  it 


RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Approval  of  Revolving  Credit  Agreement  and  Fee  Letter.  The  Revolving 
Credit  Agreement  and  Fee  Letter,  in  substantially  the  forms  submitted  to  this  Commission,  are 
hereby  approved  and  recommended  to  the  Director  of  the  City’s  Office  of  Public  Finance  (the 
“Director”)  for  approval  pursuant  to  Article  V  of  the  City’s  Administrative  Code.  The  General 
Manager  of  the  Commission  (the  “General  Manager”)  or  his  or  her  designee  is  authorized  and 
directed  to  execute  and  deliver  the  Revolving  Credit  Agreement  and  Fee  Letter,  subject  to  such 


additions  thereto  or  changes  therein  which  the  General  Manager,  upon  consultation  with  the  City 
Attorney  and  Director,  shall  approve,  such  approval  to  be  conclusively  evidenced  by  the 
execution  and  delivery  of  such  Revolving  Credit  Agreement  and  Fee  Letter.  The  General 
Manager  is  further  authorized,  in  consultation  with  the  City  Attorney  and  the  Director,  to  execute 
one  or  more  amendments  to  extend  the  initial  three-year  term  of  the  Revolving  Credit  Agreement 
and  Fee  Letter  authorized  hereunder  for  an  aggregate  period  not  to  exceed  seven  years  from  the 
commencement  date  of  the  initial  term,  provided  further  that  the  annual  facility  fee  payable  to 
the  Bank  shall  not  exceed  $750,000  per  year,  and  the  amendments  shall  otherwise  comply  with 
Section  2  hereof. 

Section  2.  Limitations.  Consistent  with  Ordinance  No.  266-06,  in  no  event  shall  the  CP 
Notes,  including  the  advances  under  the  Revolving  Credit  Agreement,  exceed  $750,000,000  in 
aggregate  principal  amount  and  in  no  event  shall  the  interest  rate  or  interest  rates  cause  the 
aggregate  average  interest  cost  to  exceed  12%  per  annum,  and  in  no  event  shall  the  term  of  any 
term  loan  under  the  Revolving  Credit  Agreement  exceed  five  years. 

Section  3.  Approval  of  Offering  Memorandum.  Consistent  with  Ordinance  No.  266-06, 
and  to  reflect  the  changes  to  the  Wastewater  CP  Program  as  a  result  of  the  new  liquidity 
arrangement,  the  General  Manager  or  his  or  her  designee,  in  consultation  with  the  City  Attorney 
and  the  Director,  is  hereby  authorized  and  directed  to  prepare  and  cause  the  distribution  of  a 
revised  Offering  Memorandum  relating  to  the  Wastewater  CP  Program,  in  substantially  the  form 
on  file  with  the  Commission,  subject  to  such  additions  thereto  and  changes  therein,  and  any 
amendments  or  supplements  thereto  from  time  to  time  which  the  General  Manager,  in 
consultation  with  the  City  Attorney  and  the  Director,  shall  approve. 

Section  4.  Approval  of  Dealer  Agreements.  The  Dealer  Agreements,  in  substantially  the 
form  submitted  to  this  Commission,  are  hereby  approved  and  recommended  to  the  Director  for 
approval  pursuant  to  Article  V  of  the  City’s  Administrative  Code.  The  General  Manager  or  his 
or  her  designee  is  authorized  and  directed  to  execute  and  deliver  one  or  more  of  Dealer 
Agreements  in  substantially  said  form,  subject  to  such  additions  thereto  or  changes  therein  which 
the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such 
approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  such  Dealer  Agreements. 
The  General  Manager  is  further  authorized,  in  consultation  with  the  City  Attorney  and  the 
Director,  to  execute  one  or  more  amendments  to  extend  the  term  of  any  Dealer  Agreement 
authorized  hereunder  for  a  period  not  to  exceed  five  years,  with  optional  annual  extensions  not  to 
exceed  seven  years  from  the  commencement  date  of  the  initial  term,  so  long  as  the  total 
compensation  to  the  commercial  paper  dealer(s)  shall  not  exceed  an  aggregate  of  $250,000  per 
year. 


$ection  5.  Intent  to  Reimburse.  This  Commission  hereby  declares  the  official  intent  of 
the  Commission  to  reimburse  the  Commission  with  proceeds  of  the  CP  Notes  or  from  draws 
made  under  the  U.S.  Bank  Revolving  Credit  Agreement  for  the  Expenditures  (as  defined  under 
the  Code)  with  respect  to  the  Capital  Improvement  Projects  made  on  and  after  a  date  that  is  no 
more  than  60  days  prior  to  the  adoption  of  this  Resolution.  The  Commission  reasonably  expects 
on  the  date  hereof  that  it  will  reimburse  the  Expenditures  with  proceeds  of  the  CP  Notes  or  from 
draws  made  under  the  U.S.  Bank  Revolving  Credit  Agreement.  Each  such  Expenditure  was  and 
will  be  either  (A)  of  a  type  properly  chargeable  to  a  capital  account  under  general  federal  income 


tax  principles  (determined  in  each  case  as  of  the  date  of  the  Expenditure),  (B)  a  cost  of  issuance 
with  respect  to  the  CP  Notes  or  draws  made  under  the  U.S.  Bank  Revolving  Credit  Agreement, 
(C)  a  nonrecurring  item  that  is  not  customarily  payable  from  current  revenues,  or  (D)  a  grant  to 
pay  a  party  that  is  not  related  to  or  an  agent  of  the  issuer  so  long  as  such  grant  does  not  impose 
any  obligation  or  condition  (directly  or  indirectly)  to  repay  any  amount  to  or  for  the  benefit  of 
the  Commission.  The  maximum  principal  amount  of  the  CP  Notes  to  be  issued  or  draws  to  be 
made  under  the  U.S.  Bank  Revolving  Credit  Agreement,  subject  to  the  provisions  of  Proposition 
E,  for  the  capital  improvement  projects  of  the  Wastewater  Enterprise  is  $750,000,000  (exclusive 
of  financing  costs).  The  Commission  will  make  a  reimbursement  allocation,  which  is  a  written 
allocation  that  evidences  the  Commission’s  use  of  proceeds  of  the  CP  Notes  or  draws  made 
under  the  U.S.  Bank  Revolving  Credit  Agreement  to  reimburse  an  Expenditure,  no  later  than  18 
months  after  the  later  of  the  date  on  which  the  Expenditure  is  paid  or  the  component  of  the 
Capital  Improvement  Projects  is  placed  in  service  or  abandoned,  but  in  no  event  more  than  three 
years  after  the  date  on  which  the  Expenditure  is  paid.  The  Commission  recognizes  that 
exceptions  are  available  for  certain  “preliminary  expenditures,”  costs  of  issuance,  certain  de 
minimis  amounts,  expenditures  by  “small  issuers”  (based  on  the  year  of  issuance  and  not  the  year 
of  expenditure)  and  expenditures  for  construction  projects  of  at  least  5  years. 

Section  6.  Section  6.  Further  Actions.  The  General  Manager  or  his  or  her  designee,  and 
in  consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 
action  in  furtherance  of  the  execution  and  delivery  of  the  Revolving  Credit  Agreement,  the  Fee 
Letter. 


Section  7.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  8.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  issuance  of  the  Revolving  Credit  Agreement  in 
connection  with  providing  short-term  interim  funding  of  the  Wastewater  CIP  Program,  are 
hereby  approved,  confirmed  and  ratified. 

Section  9.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  July  11,2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0163 


WHEREAS,  The  San  Mateo  Resource  Conservation  District  (RCD)  has  organized  the 
operation  and  maintenance  of  the  USGS  Half  Moon  Bay  Gauging  Station  on  Pilarcitos  Creek; 
and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  owns  and 
manages  approximately  25%  of  the  Upper  Pilarcitos  Creek  Watershed  as  part  of  its  water  supply 
operations;  and 

WHEREAS,  Sewer  Authority  Mid-Coast-side  (SAM)  collects,  transmits,  treats  and 
disposes  of  wastewater  for  the  benefit  of  the  lands  and  inhabitants  within  its  service  area;  and 

WHEREAS,  Coastside  County  Water  District  (CCWD)  is  a  wholesale  water  customer  of 
SFPUC,  collects  surface  water  directly  from  Pilarcitos  Creek,  and  provides  treated  water  to 
customers  located  within  its  service  area;  and 

WHEREAS,  The  SFPUC,  RCD,  CCWD  and  SAM  previously  entered  into  an  agreement 
in  to  fund  operation  and  maintenance  of  the  Pilarcitos  Creek  at  Half  Moon  Bay  Gauging  Station 
USGS#  1 1 162630  as  authorized  by  SFPUC  Res.  No.  10-0216  adopted  December  14,  2010;  and 

WHEREAS,  The  continued  collection  of  stream  gauging  data  from  the  Gauging  Station 
is  a  necessary  component  of  management  of  the  Pilarcitos  watershed  and  the  SFPUC,  RCD, 
SAM  and  CCWD  wish  to  collectively  provide  funding  to  the  RCD  for  the  continued  operation  of 
the  Gauging  Station  through  October  31,  2019;  and 

WHEREAs,  The  RCD  is  willing  to  act  as  the  coordinating  and  administrative  entity  for 
the  continued  operation  of  the  Gauging  Station  through  a  separate  agreement  between  the  RCD 
and  the  United  States  Geological  Survey  (USGS)  using  funding  provided  under  this  MOU  by 
SFPUC,  SAM  and  CCWD;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1 1,588;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  July  2017  and  end  on  November  1,  2019 
and  the  total  duration  of  this  agreement  is  twenty  eight  (28)  months;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CUW257  Watershed  Protection  -  Water  Enterprise  Operation 
Budget  Fund;  and 

WHEREAS,  approval  of  this  agreement  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378;  therefore  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Agreement  with  RCD, 
SAM  and  CCWD  for  an  amount  not-to-exceed  $1 1,588,  and  with  a  total  duration  of  twenty  eight 
(28)  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0164 


WHEREAS,  On  October  9,  2012,  this  Commission  awarded  Agreement  No.  CS-227, 
Marketing  Outreach  for  CleanPowerSF,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services 
agreement  in  the  amount  of  $  1 ,400,000  and  with  a  term  of  five  years  and  20  days,  concluding  on 
October  31,  2017,  with  Davis  and  Associates  Communications;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $1,400,000  and  with  a  time 
extension  of  four  years,  increasing  the  total  not-to-exceed  agreement  amount  to  $2,800,000  and 
the  total  not-to-exceed  agreement  duration  to  nine  years  and  20  days,  in  order  to  meet  the 
ongoing  communication,  customer  notification,  and  outreach  needs  to  support  the 
implementation  of  CleanPowerSF;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  established  a  subconsulting 
requirement  of  9%  Local  Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services 
to  be  provided)  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  CUH978-  Community 
Choice  Aggregation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-227,  Marketing  Outreach  for  CleanPowerSF,  with  Davis  and  Associates 
Communications,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment, 
increasing  the  agreement  by  $1,400,000,  for  a  total  not-to-exceed  agreement  amount  of 
$2,800,000,  and  with  a  time  extension  of  four  years,  for  a  total  not-to-exceed  agreement  duration 
of  nine  years  and  20  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0165 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program 
funded  Contract  No.  WW-646,  As-Needed  Spot  Sewer  Replacement  No.  36,  was  advertised  on 
May  10,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $8,002,545  for  this  construction  contract  work  to 
replace  localized  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  400  consecutive  calendar  days;  and 

WHEREAS,  Contract  approval  does  not  fall  within  the  definition  of  a  “project”  under 
California  Environmental  Quality  Act  Guidelines  Section  15378(b)(4)  related  to  the  creation  of 
government  funding  mechanisms  which  do  not  involve  any  commitment  to  any  specific  project 
which  may  result  in  a  potentially  significant  impact  on  the  environment.  Implementation  of 
specific  projects  under  the  proposed  as-needed  contract  less  than  one  mile  in  length  would  be 
statutorily  exempt  from  environmental  review  under  Public  Resources  Code  Section  21080.21; 
and 

WHEREAS,  One  (1)  bid  was  received  and  opened  publicly  on  June  8,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  Contract 
Monitoring  Division  (CMD)  staff  reviewed  the  bids  for  qualifications,  responsibility, 
responsiveness  and  application  of  bid  preferences  and  this  review  resulted  in  the  establishment  of 
J.  Flores  Construction  Company,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder; 
and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  participation  for  this  contract,  and  the  contractor  committed  to  a  LBE 
subcontractor  participation  rate  of  20.01%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCSJ4,  As-Needed  Spot 
Sewer  Replacement;  now  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program  funded  Contract  No.  WW-646,  As-Needed  Spot  Sewer 
Replacement  No.  36,  for  a  total  contract  amount  not  to  exceed  $7,796,038,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  J.  Flores  Construction  Company,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0166 


WHEREAS,  The  attached  Memorandum  of  Understanding  (MOU)  between  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  and  War  Memorial  Board  of  Trustees  (WMBT) 
would  authorize  the  construction  of  a  92kW  solar  electric  system  on  the  War  Memorial  Opera 
House;  and 

WHEREAS,  On  June  14,  2017,  the  Planning  Department  determined  that  the  project  is 
exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  under  Section 
15301,  Class  1  (Existing  Facilities).  Project  implementation  will  commence  upon  receipt  of  a 
Certificate  of  Appropriateness  from  the  Planning  Department,  according  to  Article  10  of  the 
Planning  Code  regarding  the  landmark  status  of  the  War  Memorial  Opera  House;  and 

WHEREAS,  The  estimated  project  cost  is  $1,500,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  on  July  18,  2017  and  end  in  July  17,  2037 
and  the  total  duration  of  this  agreement  is  20  years;  and 

WHEREAS,  Funds  for  this  agreement  are  available  at  the  time  of  approval  of  the  MOU 
from  Project  No.  CUH988.05  -  Opera  House  Solar;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  a  MOU  with  the  WMBT  for  the  construction  and  operation  of  a  solar  electric 
system  at  the  War  Memorial  Opera  House,  and  with  a  total  duration  of  20  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  11,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  July  25,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 

www.sfwater.ora 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.com/ViewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13lh  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www. sfwater.org/index. aspx?paqe=1 67. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 


311  Free  Language  Assistance:  a  /  Ayuda  gratuita  con  el  idioma  /  BecruiaTHaa  noMomb 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  July  1 1 , 201 7 

4.  General  Public  Comment  (Discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (Discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Cumulative  Construction  Change  Order  Percentage  in  the  Water  System 
Improvement  Program 

e)  O’Shaughnessy  Dam  Reservations  Quarterly  Report 

f)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (Discussion  only) 

7.  Report  of  the  General  Manager  (Discussion  only) 

a)  CleanPowerSF  Update  (Hale) 

b)  Power  Enterprise  Integrated  Resource  Plan  (Hale) 

8.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (Discussion  only) 

(Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102,  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424  and  are 
available  on-line  at  http://www. sfwater. org/index. aspx ?page= 167 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

j  p  r  a)  Approve  an  increase  in  the  existing  construction  contract  duration 
}  contingency  in  the  amount  of  up  to  230  consecutive  calendar  days 

(approximately  seven  and  a  half  months),  for  Contract  No.  WD-2621R,  San 


b) 


170166 


C) 


1701 7 C 


d) 


1 7  0  i  b  S 


e) 

Corv-ViYvaei 
to  &Jfi 


Francisco  Groundwater  Supply  Well  Stations;  and  authorize  the  General 
Manager,  or  his  designee,  to  approve  future  modifications  to  the 
Contract  for  a  total  revised  contract  duration  of  up  to  1,053 
consecutive  calendar  days  (approximately  two  years  and  1 1  months). 

(How) 

Approve  an  increase  to  the  existing  construction  cost  contingency  in 
the  amount  of  $500,000  for  Contract  No.  WD-2654R,  Peninsula 
Vegetation  Removal;  and  authorize  the  General  Manager,  or  his  designee, 
to  approve  future  modifications  to  the  contract  for  a  total  revised 
contract  amount  up  to  $12,668,798.  (How) 

Approve  an  increase  to  the  existing  construction  contract  cost 
contingency  in  the  amount  of  up  to  $4,070,149,  and  an  increase  to  the 
existing  contract  duration  contingency  of  up  to  79  consecutive 
calendar  days  (approximately  3  months),  for  Contract  No.  WD-2668, 
Regional  Groundwater  Storage  and  Recovery;  and  authorize  the  General 
Manager,  or  his  designee,  to  approve  future  contract  modifications  for  a 
total  revised  contract  amount  of  up  to  $51,348,201,  and  a  total  contract 
duration  of  up  to  1,187  consecutive  calendar  days  (approximately  three 
years  and  three  months).  (How) 

Approve  an  increase  to  the  existing  construction  contract  cost 
contingency  in  the  amount  of  up  to  $2,646,450,  and  an  increase  to  the 
existing  contract  duration  contingency  of  up  to  216  consecutive 
calendar  days  (approximately  eight  months),  for  Contract  No.  WW-638, 
Griffith  Yard  Improvements;  and  authorize  the  General  Manager  to  approve 
future  modifications  to  the  contract  for  a  total  revised  contract  amount 
up  to  $13,232,250,  and  a  total  contract  duration  of  up  to  480 
consecutive  calendar  days  (approximately  one  year  and  four  months). 

(How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-658, 
As-Needed  Sewer  Cleaning  and  Inspection  of  Large  Sewers,  in  the 
amount  of  $2,694,000,  to  the  lowest,  qualified,  responsible,  and  responsive 
bidder,  Pipe  &  Plant  Solutions,  Inc.,  to  perform  cleaning  and  inspection  of 
existing  large  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined 
throughout  the  City  of  San  Francisco.  (How) 


CLOSED  SESSION 


10.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

1 1 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (Discussion  only)  (Sheinfield) 


Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Rod  and  Gun  Club 

San  Francisco  Superior  Court  No.:  CGC-1 4-538294/City  Law  No.:  140253 

Date  Filed:  March  27,  2014 

1 3.  Pursuant  to  Government  Code  Section  54957  (b)  (1 )  and  San  Francisco 
Administrative  Code  Section  67.10(b),  discussion  and  possible  action  to 
conduct  Public  Employee  Performance  Evaluation  of  Harlan  L.  Kelly,  Jr., 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission.  (Action) 

14.  Pursuant  to  Government  Code  Section  54957  (b)  (1 )  and  San  Francisco 
Administrative  Code  Section  67.10(b),  and  Charter  Section  8B. 126(a),  Terms  of 
Employment  for  Harlan  L.  Kelly,  Jr.,  as  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission.  (Discussion  only) 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (Discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

21 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 
(Discussion  only)  (Carroll) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

22.  Announcement  following  Closed  Session. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

24.  Discussion  and  possible  action  to  approve  an  employment  contract, 

pursuant  to  San  Francisco  Charter  Section  8B.126  (a),  between  the  San 
17  0171  Francisco  Public  Utilities  Commission  and  Harlan  Kelly  Jr.  for  the  position 
^  1  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  for  a  term 

of  five  years,  and  authorize  the  President  of  the  Commission  to  execute  the 
contract. 


POSSIBLE  CLOSED  SESSION 


The  Commission  may  discuss  Item  26  in  Open  Session  or  may  enter  Closed 
Session  to  discuss  some  or  all  of  Item  26. 

25.  Public  Comment  on  Item  26,  including  comment  on  whether  to  establish  the 
General  Manager’s  performance  goals  in  Closed  Session. 

26.  Pursuant  to  California  Government  Code  Section  54957(b),  and  San  Francisco 
Administrative  Code  Section  67.10(b),  discussion  and  possible  action  to 
establish  performance  goals  for  Fiscal  Year  2017-18  for  the  General 
Manager  pursuant  to  the  General  Manager’s  employment  contract  and  San 
Francisco  Charter  Section  8B.  126(a),  in  open  or  closed  session. 

27.  Announcement  following  Closed  Session  (if  applicable). 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a)  (if  applicable). 

29.  Other  New  Business.  (Discussion  only) 

30.  Adjournment. 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue,  13th  Floor 
San  Francisco,  CA  94102 


San  Francisco 
Water  Pc 


Services  of  the  San  Fr 


San  Francisco  Public  Utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


Minutes 

Tuesday,  July  25,  2017 

(Approved  August  8,  2017) 

1:30  P.M. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:34  PM. 


2.  Roll  Call 

Present:  Moran,  Courtney  and  Kwon 
Excused:  Vietor 

Commissioner  Caen  arrived  at  3:00  PM. 

3.  Approval  of  the  Minutes  of  July  1 1 , 201 7 

On  Motion  to  approve  the  Minutes  of  July  11,  2017 
Ayes:  Moran,  Courtney  and  Kwon 

No  public  comment. 

4.  General  Public  Comment 

•  Francisco  Da  Costa  requested  an  update  on  the  status  of  the  digesters.  He 
requested  that  local  businesses  to  have  opportunities  to  work  on  the  project. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Cumulative  Construction  Change  Order  Percentage  in  the  Water  System 

Improvement  Program 

e)  O’Shauqhnessv  Dam  Reservations  Quarterly  Report 

f)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager  (GM) 

a)  CleanPowerSF  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  update:  (1)  Enrollment:  81,000  sites  served;  Opt-out  rate  of 
3.3%;  SuperGreen  upgrade  rate  of  3.6%;  and  312  on  waitlist;  (2) 

Contracting:  Supply  Contract  and  Bank  Credit  Facility  Contract  out  for  bid; 

(3)  Outreach:  Finishing  Facebook  ad  buy;  Twitter  live  feeds 
@CleanPowerSF;  (4)  LAFCo:  Board  of  Supervisors  to  approve  LAFCo  MOU; 
Staffing  methods  being  discussed,  with  more  staff  support  from  Clerk  of 
Board;  and  (5)  Regulatory:  Activities  continue  with  California  PUC. 

AGM  Hale  responded  to  a  question  from  President  Moran  regarding 
providing  guidance  to  customers  who  have  solar  installed  and  want  to 
participate  in  CleanPowerSF. 
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Public  Comment 


•  Francisco  DaCosta  asked  about  the  SFPUC’s  goals  to  capture  the  totality 
of  the  energy  used  in  San  Francisco.  Fie  requested  empirical  data. 

•  Jed  Holtzman,  350  Bay  Area,  provided  positive  comments  on  the 
CleanPowerSF  Facebook  ads;  the  need  for  full-enrollment  by  2018;  the 
need  for  clean  energy  contracts;  and  for  Commission  support  for  the 
LAFCo  partnership. 

b)  Hetch  Hetchv  Integrated  Resource  Plan 

Lori  Mitchell  provided  a  presentation  on  the  Hetch  Hetchy  Integrated 
Resource  Plan  (IRP).  She  provided  an  introduction  to  IRP  and  discussed:  (1) 
State  Regulatory  Requirements;  (2)  Usefulness  of  IRP;  and  (3)  IRP  Analysis 
Goals. 

Ms.  Mitchell  discussed  how  the  IRP  is  applied  to  the  Hetchy  Hetchy  System: 
(1)  Power  supply  and  demand  (current);  (2)  External  market  conditions;  (3) 
Industry  deregulation  (1998-200);  (4)  Supply:  Wholesale  market;  (5) 
Uneconomic  supply  assets;  and  (6)  Hydro  and  Renewables. 

She  continued  with  a  review  of  the  IRP  -  Approach:  (1)  Developing  key 
assumptions  (collaborative  process);  (2)  Scenario  development  (maintain 
current  generation;  delay  some  projects;  and  defer  Moccasin);  (3) 

Usefulness  of  scenarios;  (4)  Sensitivity  analysis;  and  (5)  Portfolio  selection 
process. 

Ms.  Mitchell  provided  a  review  of  IRP  -  Results:  (1)  Maintain  current 
generation;  (2)  Defer  Moccasin;  (3)  Cost  of  various  supply  options;  (4) 
Current  supply  cost  above  market;  (5)  Power  IRP  qualitative  factors;  (6) 
Power  IRP  key  conclusions;  and  (7)  Broader  agency  considerations. 

Public  Comment 

•  Nicole  Sandkulla,  BAWSCA  CEO,  thanked  staff  for  the  presentation.  She 
questioned  how  the  analysis  incorporated  the  contractual  agreement  of 
the  Water  Supply  Agreement,  stating  it  needs  to  be  addressed. 

•  Francisco  DaCosta  discussed  the  requirement  for  free  electricity  and 
stated  all  segments  of  the  population  need  to  be  recognized. 

•  Jason  Fried  spoke  as  a  Shipyard  resident  and  HOA  President.  He 
indicated  residents  are  pleased  with  the  services  received.  He  addressed 
Ms.  Sandkulla’s  comments.  He  discussed  the  need  for  battery  storage. 

At  the  request  of  the  GM,  Steve  Ritchie,  AGM  Water,  provided  a  brief  update 
on  the  fire  in  Mariposa  County.  He  stated  that  Moccasin  was  in  the  fire’s  path, 
but  that  the  fire  is  60%  contained  and  will  have  no  impact  at  SFPUC  property. 

No  public  comment. 

8.  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  Update 
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Nicole  Sandkulla  provided  a  BAWSCA  update.  She  noted:  (1)  BAWSCA  is 
expanding  efforts  in  recycled  water;  (2)  13  BAWSCA  agencies  currently  produce 
recycled  water;  (3)  Regional  recycled  water  information  is  available  in  the  new 
BAWSCA  report;  (4)  BAWSCA  is  developing  a  new  regional  reliability  model;  (5) 
Technical  efforts  launched  July  1;  (6)  Governor  Brown’s  Conservation 
Framework  (Phase  I  designed  to  support  member  agency  implementation);  and 
(7)  BAWSCA’s  May  2017  total  potable  water  use  was  23%  less  than  in  May 
2013. 

Vice  President  Kwon  complemented  BAWSCA  for  pushing  the  use  of  recycled 
and  gray  water. 

No  public  comment. 

The  Commission  Secretary  read  the  Consent  Calendar  summary.  President 
Moran  requested  that  item  8c  be  removed;  Commissioner  Courtney  requested 
that  item  8e  be  removed. 

9.  Consent  Calendar: 

a)  Approve  an  increase  in  the  existing  construction  contract  duration 
contingency  in  the  amount  of  up  to  230  consecutive  calendar  days,  for 

Contract  No.  WD-2621R,  San  Francisco  Groundwater  Supply  Well  Stations; 

and  authorize  the  General  Manager,  or  his  designee,  to  approve  future 

modifications  to  the  Contract  for  a  total  revised  contract  duration  of  up  to 

1 ,053  consecutive  calendar  days.  (Resolution  17-0167) 

b)  Approve  an  increase  to  the  existing  construction  cost  contingency  in  the 

amount  of  $500,000  for  Contract  No.  WD-2654R,  Peninsula  Vegetation 

Removal;  and  authorize  the  General  Manager,  or  his  designee,  to  approve 

future  modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 

$12.668,798.  (Resolution  17-0168) 

c)  Approve  an  increase  to  the  existing  construction  contract  cost  contingency 

in  the  amount  of  up  to  $4,070,149,  and  an  increase  to  the  existing  contract 

duration  contingency  of  up  to  79  consecutive  calendar  days,  for  Contract 

No.  WD-2668,  Regional  Groundwater  Storage  and  Recovery;  and  authorize 

the  General  Manager,  or  his  designee,  to  approve  future  contract 
modifications  for  a  total  revised  contract  amount  of  up  to  $51 ,348,201 ,  and  a 

total  contract  duration  of  up  to  1 ,187  consecutive  calendar  days,  (Resolution 
17-01701 

d)  Approve  an  increase  to  the  existing  construction  contract  cost  contingency 

in  the  amount  of  up  to  $2,646,450,  and  an  increase  to  the  existing  contract 

duration  contingency  of  up  to  216  consecutive  calendar  days,  for  Contract 

No.  VWV-638,  Griffith  Yard  Improvements:  and  authorize  the  General 

Manager  to  approve  future  modifications  to  the  contract  for  a  total  revised 

contract  amount  up  to  $13,232,250,  and  a  total  contract  duration  of  up  to 

480  consecutive  calendar  days,  (Resolution  17-0169) 
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e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  VWV-658,  As- 

Needed  Sewer  Cleaning  and  Inspection  of  Large  Sewers,  in  the  amount  of 

$2,694,000,  to  the  lowest,  qualified,  responsible,  and  responsive  bidder, 

Pipe  &  Plant  Solutions,  Inc.,  to  perforin  cleaning  and  inspection  of  existing 

large  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined 

throughout  the  City  of  San  Francisco. 

On  Motion  to  approve  Consent  Calendar  items  9a,  b,  and  d: 

Ayes:  Moran,  Courtney  and  Kwon 

No  public  comment  on  item  9a,  b,  and  d. 

AGM  Ritchie  responded  to  a  question  from  President  Moran  regarding  the 
funding  source  and  program  impact  for  item  9c. 

On  Motion  to  approve  Consent  Calendar  item  9c: 

Ayes:  Moran,  Courtney  and  Kwon 

Kathy  How,  AGM  Infrastructure,  responded  to  a  question  from 
Commissioner  Courtney  regarding  staffing,  employment  agreements,  wage 
rates,  and  bids  received,  for  item  9e.  Tommy  Moala,  AGM  Wastewater, 
described  the  types  of  items  that  are  removed  from  the  sewer  system.  Brief 
discussion  ensued. 

Commissioner  Courtney  requested  that  additional  information  on  the 
prevailing  wage  rate  be  provided  and  that  the  item  be  carried  over  to  the 
August  8th  meeting. 

No  public  comment  on  item  9c. 

The  Commission  Secretary  noted  the  combining  of  any  closed  session 
discussions  that  were  agendized  under  agenda  time  26  (performance  goals) 
with  the  closed  session  performance  evaluation  that  is  agendized  under 
agenda  item  13.  She  indicated  item  26  will  only  be  an  open  session  item.  She 
read  Closed  Session  items  12  through  14,  noting  items  15  through  21  would 
not  be  heard. 

10.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

None. 

11.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert 

Ayes:  Moran,  Caen,  and  Courtney 

The  Commission  entered  Closed  Session  at  2:47  PM. 

Commissioner  Caen  arrived  at  3:00  PM. 
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12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Rod  and  Gun  Club 

San  Francisco  Superior  Court  No.:  CGC-14-538294/Citv  Law  No.:  140253 

Date  Filed:  March  27,  2014 

13.  Pursuant  to  Government  Code  Section  54957  (b)  (1)  and  San  Francisco 

Administrative  Code  Section  67.10(b),  discussion  and  possible  action  to 

conduct  Public  Employee  Performance  Evaluation  of  Harlan  L.  Kelly,  Jr., 

General  Manager  of  the  San  Francisco  Public  Utilities  Commission. 

14.  Pursuant  to  Government  Code  Section  54957  (b)  (1)  and  San  Francisco 
Administrative  Code  Section  67.10(b),  and  Charter  Section  8B.1 26(a),  Terms  of 

Employment  for  Harlan  L.  Kelly,  Jr.,  as  General  Manager  of  the  San  Francisco 

Public  Utilities  Commission. 

1 5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 
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1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

21 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  4:00  PM. 

22.  Announcement  following  Closed  Session. 

President  Moran  announced  the  Commission  took  no  action. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Caen,  Courtney  and  Kwon 

24.  Discussion  and  possible  action  to  approve  an  employment  contract,  pursuant  to 

San  Francisco  Charter  Section  8B.126  (a),  between  the  San  Francisco  Public 

Utilities  Commission  and  Harlan  Kelly  Jr.  for  the  position  of  General  Manager  of 

the  San  Francisco  Public  Utilities  Commission  for  a  term  of  five  years,  and 
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authorize  the  President  of  the  Commission  to  execute  the  contract.  (Resolution 

17-0171) 


President  Moran  stated  the  GM’s  employment  contract  has  been  available  for 
public  review  with  the  Commission  Secretary.  As  per  the  Brown  Act,  President 
Moran  read  a  detailed  description  of  the  employment  contract  terms. 

President  Moran  discussed  the  GM’s  bonus  incentive  program,  noting  five  key 
elements:  (1)  General  management  skills;  (2)  Implementation  of  Commission 
policies;  (3)  Implementation  of  audit  recommendations;  (4)  Transparency;  and 
(5)  Success  in  accomplishing  additionally  assigned  goals. 

Deputy  City  Attorney  Katie  Porter  responded  to  a  question  from  Commissioner 
Courtney  regarding  the  GM  contract  and  cost-of-living  adjustments  that  are 
included  in  the  MEA  MOU.  She  noted  a  GM  contract  amendment  will  be 
necessary  for  inclusion  of  MEA  agreed  wage  increases.  Brief  discussion 
ensued. 

On  Motion  to  approve  items  24: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

No  public  comment. 

25.  Public  Comment  on  Item  26.  including  comment  on  whether  to  establish  the 

General  Manager’s  performance  goals  in  Closed  Session. 

Not  applicable,  no  closed  session. 

26.  Pursuant  to  California  Government  Code  Section  54957(b),  and  San  Francisco 

Administrative  Code  Section  67.10(b),  discussion  and  possible  action  to 

establish  performance  goals  for  Fiscal  Year  201 7-1 8  for  the  General  Manager 

pursuant  to  the  General  Manager’s  employment  contract  and  San  Francisco 

Charter  Section  8B.1 26(a),  in  open  or  closed  session. 

President  Moran  asked  the  Commission  for  comments  on  the  proposed  work 
plan.  He  clarified  that  the  incentive  program  is  not  intended  to  capture  all 
moving  parts,  but  rather  those  items  that  need  special  attention. 

Commissioner  Courtney  expressed  concerns  with  the  date  listed  for  workforce 
development  and  apprentice  programs  items.  Brief  discussion  ensued,  after 
which  Commissioner  Courtney  stated  the  dates  listed  will  stand,  but  he  would 
appreciate  efforts  for  faster  deliverable. 

Commissioner  Caen  stated  the  FY  2017-18  performance  goals  she  requested 
related  the  Sewer  System  Improvement  Program  (SSIP),  were  not  included  in 
the  document  (Category  5,  SSIP  Implementation,  Biosolids):  (1)  Complete  Draft 
65%  Design  (August  2017);  (2)  Civic  Design  Review  Phase  1;  (3)  Approval  - 
Maintenance  Facilities  (August  2017);  (4)  Commence  95%  Design  (September 
2017);  and  (5)  Civic  Design  Review  Phase  2  Approval  -  Main  Biosolids 
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Facilities  (October/  November  2017).  These  items  will  be  included  in  the 
performance  goals  forFY  2017-18. 

On  Motion  to  approve  the  GM  Performance  Goals  for  FY  2017-18,  as 
amended: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 
No  public  comment. 

Public  Comment 

•  Francisco  DaCosta  discussed  the  need  for  employees  with  institutional 
memory  and  the  need  for  career-building. 

27.  Announcement  following  Closed  Session 
Not  applicable,  no  closed  session. 

28.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  S.F.  Administrative  Code  Section  67.12(a) 

Not  applicable,  no  closed  session. 

29.  Other  New  Business 
None. 

30.  Adjournment. 

President  Moran  adjourned  the  meeting  at  4:45  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0167 


WHEREAS,  On  January  13,  2015,  per  Resolution  No.  15-0017,  this  Commission 
approved  the  award  of  Water  System  Improvement  Program  (WSIP)  funded  Contract  No.  WD- 
262 1R,  San  Francisco  Groundwater  Supply  Well  Stations,  to  Western  Water  Constructors,  Inc.; 
and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  March  16,  2015;  and 

WHEREAS,  The  original  contract  amount  was  for  $14,955,100  and  the  original  contract 
duration  was  750  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-4  were  issued  in  the  amount  of  $731,495  and 
increasing  the  contract  duration  by  73  consecutive  calendar  days  for  design  and  procurement  of 
materials  for  a  shed  at  Sunset  Reservoir,  modifications  to  wall  reinforcement,  equipment  pads 
and  sump  pits  at  various  well  stations,  substitution  of  flow  meters  capable  of  reading  lower  flow 
rates,  installation  of  new  domestic  cold  water  services,  additional  manhole,  gate  valves,  blow- 
offs  and  air  valves,  automation  of  existing  Metal  Oxide  Varistor  (MOV),  and  installation  and 
programming  of  two  new  active  and  backup  Programmable  Logic  Controllers  (PLC’s), 
increasing  the  contract  amount  to  $15,686,595  and  increasing  the  contract  duration  to  823 
consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  to  complete 
construction  work  be  approved  by  this  Commission;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  of  up  to  230  consecutive 
calendar  days  is  being  requested,  subject  to  the  General  Manager’s  subsequent  authorization  of 
modifications,  if  appropriate,  to  accommodate  the  need  to  modify  chemical  piping  at  Lake 
Merced  Well  Stations,  to  perform  additional  electrical  construction  in  Golden  Gate  Park,  to 
modify  the  Programmable  Logic  Controller  (PLC)  for  a  revised  control  strategy  for  Sunset 
Reservoir  chemical  metering  pumps,  and  to  test  individual  well  stations  individually  prior  to 
testing  collectively;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  18%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  21.71%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30102  -  San  Francisco 
Groundwater  Supply;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  up  to  230  consecutive  calendar  days  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)  funded  Contract  No.  WD-2621R,  San  Francisco  Groundwater 
Supply  Well  Stations;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the  total 
contract  duration  for  up  to  1,053  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  25,  2017. 

[khm/UA-  (XJ&r.tL _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0168 


WHEREAS,  On  October  27,  2015,  per  Resolution  No.  15-0217,  this  Commission 
approved  the  award  of  Water  System  Improvement  Program  (WSEP)  funded  Contract  No.  WD- 
2654R,  Peninsula  Vegetation  Removal,  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  February  1, 
2016; and 

WHEREAS,  The  original  contract  amount  was  for  $1 1,062,544  and  the  original  contract 
duration  was  750  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  through  5  were  issued  for  $1,021,731.87  to  provide  air 
monitoring  and  watering  when  working  with  soils  containing  naturally  occurring  asbestos, 
additional  soil  disposal,  additional  tree  removal,  and  additional  paving  of  Sawyer  Camp  Trail, 
increasing  the  contract  amount  to  $12,084,276;  and 

WHEREAS,  Section  6.22(h)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Potential  change  orders  and  trends,  if  converted  to  approved  change  orders, 
would  exceed  the  pre-appro ved  10%  construction  cost  contingency;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  11%  for  this  construction  contract,  and  the  contractor 
committed  to  a  LBE  subcontracting  participation  of  1 1.5%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW36802,  Bioregional  Habitat 
Restoration  and  WSIP  Director’s  Reserve;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $500,000  for  Water  System  Improvement  Program  (WSIP)- 
funded  and  WSIP  Director’s  Reserve  Construction  Contract  WD-2654R,  Peninsula  Vegetation 
Removal,  with  NTK  Construction,  Inc.,  for  a  total  contingency  amount  of  $1,606,254;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $12,668,798. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  _ 17-0169 


WHEREAS,  On  September  13,  2016,  per  Resolution  No.  16-0190,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  Capital  Improvement  Program  (CIP)  funded 
Contract  No.  WW-638,  Griffith  Yard  Improvements,  to  Ranger  Pipelines,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  November  2,  2016; 
and 


WHEREAS,  The  original  contract  amount  was  for  $10,585,800,  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Sections  6.22(h)(1)  and  6.22(h)(2)  of  the  Administrative  Code  require  that 
any  cumulative  increase  in  contract  price  or  contract  duration  in  excess  of  10%  of  the  original 
contract  price  or  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Change  orders  approved  to  date  for  this  construction  contract  amount  to 
$168,192,  pending  change  orders  amount  to  $841,304,  potential  change  orders  amount  to 
$988,189,  and  trends  amount  to  $648,765;  and 

WHEREAS,  These  change  orders  and  trends,  if  converted  to  approved  change  orders, 
would  exceed  the  approved  construction  cost  and  duration  contingencies;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  up  to 
$1,587,870,  and  an  increase  in  duration  contingency  of  up  to  216  consecutive  calendar  days  are 
requested,  subject  to  the  subsequent  authorization  of  modifications  by  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
subcontracting  requirement  of  20%  for  this  construction  contract,  and  the  contractor  committed 
to  a  LBE  subcontracting  participation  of  20%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  CWWFAC02,  Collection  Division 
Consolidation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $1,587,870,  and  approves  an  increase  in  the  contract  duration 
contingency  of  216  consecutive  calendar  days  for  the  CIP  funded  Contract  WW-638,  Griffith 
Yard  Improvements  ,  for  a  total  cost  contingency  amount  of  $2,646,450  and  a  total  contract 
duration  contingency  of  240  consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  up  to 
$13,232,250  and  a  total  contract  duration  up  to  480  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  25,  2017. 

_ (X  Ifrnidvu  V  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0170 


WHEREAS,  On  January  13,  2015,  per  Resolution  No.  15-0018,  this  Commission 
approved  the  award  of  Water  System  Improvement  Program  (WSIP)  funded  Contract  No.  WD- 
2668,  Regional  Groundwater  Storage  and  Recovery;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  April  6,  2015;  and 

WHEREAS,  The  original  contract  amount  was  for  $42,980,047  and  the  original  contract 
duration  was  1,007  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  through  37  were  issued  in  the  amount  of  $3,807,304  for 
installation  of  additional  hot  taps,  piping,  flow  meters,  water  quality  samplers,  electrical  conduit 
and  wiring,  and  security  system;  rehabilitation  of  existing  wells;  inspection  of  wells;  payment  for 
service  connection  fees;  and  other  mechanical  and  electrical  work,  increasing  the  contract 
amount  to  $46,787,351;  and 

WHEREAS,  Sections  6.22(h)(1)  and  6.22(h)(2)  of  the  Administrative  Code  require  that 
any  cumulative  increase  in  contract  price  or  contract  duration  in  excess  of  10%  of  the  original 
contract  price  or  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Change  orders  approved  to  date  for  this  construction  contract  amount  to 
$3,807,304,  pending  change  orders  amount  to  $393,490,  potential  change  orders  amount  to 
$483,360,  and  trends  amount  to  $3,684,000;  and 

WHEREAS,  These  change  orders  and  trends,  if  fully  converted  to  approved  change 
orders,  would  exceed  the  approved  construction  cost  and  duration  contingencies;  and 

WHEREAS,  An  increase  in  the  construction  contract  cost  contingency  in  the  amount  up 
to  $4,070,149  and  an  increase  in  contract  duration  contingency  up  to  79  consecutive  calendar 
days  are  being  requested,  subject  to  the  General  Manager’s  subsequent  authorization  of 
modifications,  if  appropriate,  to  modify  the  caustic  soda  system;  construct  and  improve  access  to 
the  well  stations;  furnish  and  install  automated  samplers,  flow  meter  conduits,  and  sample  lines; 
lease  a  generator  for  well  tests;  and  perform  site  restoration;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  14%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  14.1%  with  its  bid  submittal;  and 

WHEREAS,  After  transfer  of  funds  of  $4,070,149  from  Project  No.  CUW30101  -  Lake 
Merced  Water  Level  Restoration,  to  Project  No.  CUW30103  -  Regional  Groundwater  Storage 
and  Recovery,  funds  will  be  available  from  Project  No.  CUW30103  -  Regional  Groundwater 
Storage  and  Recovery;  now,  therefore,  be  it 


RESOLVED,  ,  That  this  Commission  hereby  approves  an  increase  to  the  existing 
construction  contract  cost  contingency  in  the  amount  of  $4,070,149  and  an  increase  in  the 
existing  contract  duration  contingency  of  79  consecutive  calendar  days  for  the  Water  System 
Improvement  Program  (WSIP)  funded  Contract  No.  WD-2668,  Regional  Groundwater  Storage 
and  Recovery,  for  a  total  construction  cost  contingency  amount  of  up  to  $8,368,154  and  a  total 
contract  duration  contingency  of  up  to  180  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  future  modifications  to  the  contract 
amount  up  to  $51,348,201  and  a  total  contract  duration  for  up  to  1,187  consecutive  calendar 
days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  25,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0171 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  the  "exclusive 
charge  of  the  construction,  management,  supervision,  maintenance,  extension,  expansion, 
operation,  use  and  control  of  all  water,  cleanwater  and  energy  supplies  and  utilities  of  the  City  as 
well  as  the  real,  personal  and  financial  assets,  that  are  under  the  jurisdiction  or  assigned  to  the 
Commission",  pursuant  to  the  San  Francisco  Charter;  and 

WHEREAS,  The  General  Manager  is  the  department  head  of  the  SFPUC,  with 
responsibility  for  the  administration  and  management  of  the  operations,  personnel  and  assets 
under  the  jurisdiction  of  the  SFPUC;  and 

WHEREAS,  This  Commission  nominated,  and  the  Mayor  appointed,  Harlan  L.  Kelly  Jr. 
to  serve  as  the  General  Manager  beginning  on  September  22,  2012,  under  the  provisions  of 
Charter  sections  3.100  and  4.102;  and 

WHEREAS,  In  November  2002,  the  electorate  amended  the  Charter  to  authorize  this 
Commission  to  employ  the  General  Manager  under  an  individual  contract,  with  compensation 
comparable  to  the  compensation  of  the  chief  executive  officers  of  the  public  water,  wastewater 
and/or  power  systems  in  the  United  States  that  the  Commission,  after  an  independent  survey, 
determines  most  closely  resemble  the  Public  Utilities  Commission  in  size,  mission,  and 
complexity  (Charter  8B.126  (a));  and 

WHEREAS,  This  Commission  approved  an  employment  contract  between  the  City  and 
County  of  San  Francisco,  by  and  through  the  SFPUC,  and  Harlan  Kelly  Jr.  (General  Manager 
Contract),  by  Resolution  No.  12-0168,  on  September  1 1,  2012,  with  a  term  of  five  years;  and 

WHEREAS,  This  Commission  intends  to  enter  into  a  successor  agreement  to  the  General 
Manager  Contract  for  the  employment  of  Harlan  L.  Kelly  Jr.  for  the  position  of  General 
Manager;  and 

WHEREAS,  This  Commission  considered  the  salary  survey  prepared  in  accordance  with 
Charter  Section  8B.  126(a),  by  an  independent  consulting  firm,  prior  to  taking  this  action;  now, 
therefore,  be  it 

RESOLVED,  This  Commission  authorizes  the  Commission  President  to  execute  the 
employment  contract  between  the  SFPUC  and  Harlan  Kelly  Jr.  to  serve  as  the  General  Manager 
of  the  SFPUC,  subject  to  the  terms  and  conditions,  and  in  substantially  the  form  of  contract  on 
file  with  the  Commission  Secretary,  as  approved  by  the  Commission  at  this  meeting,  subject  to 
City  Attorney  approval  as  to  form. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  25,  2017 


Secretary,  Public  Utilities  Commission 


San  Francisco 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  August  8,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPublisher.DhD7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Pamassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Flail  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Flood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paqe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 


K9  311  Free  Language  Assistance:  /  Ayuda  gratuita  con  el  idioma  /  EecrwaTHaa  noMomb 

nepeBO^HHKOB  /Trogiup  Thong  dich  Mien  phi  /  Assistance  Iinguistique  gratuite  /  <2j0-|  / 

umaa  SJ'tifntM’f -m  /  Libreng  tulong para  sa  wikang Tagalog  mviaa 


Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.oro/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Flail,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  July  25,  2017 

4.  General  Public  Comment  (Discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (Discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Water  Supply  Conditions  Update 

d)  Water  System  Improvement  Program  (WSIP)  Status  of  Construction  Change 
Orders 

6.  Other  Commission  Business  (Discussion  only) 

7.  Report  of  the  General  Manager  (Discussion  only) 

a)  CleanPowerSF  Update  (Hale) 

b)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  (How) 

c)  WSIP  Quarterly  Reports:  Regional  and  Local  Projects  (How) 

d)  Report  on  recent  SFPUC  activities,  events  and  announcements 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www.sfwater. org/index.aspx?paae=  167 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-167.C,  Comprehensive 
Technical  Services  for  Renewable  &  Advanced  Energy  Generation 
|  70  Systems,  with  Stantec  Consulting  Services,  on  the  condition  that  the 

Controller  certifies  the  pending  Novation  Agreement,  substituting  Stantec  for 
MWH  Americas,  Inc.,  due  to  their  merger;  Authorize  the  General  Manager 


b) 


170173 


c) 


170174 


d) 

170175 

e) 

i?om 


f) 

170177 

g) 

170176 


to  execute  this  amendment  extending  the  term  by  one  year,  for  a  total 
agreement  duration  of  six  years.  (Hale) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-989, 
Holm  Powerhouse  Refurbishment  &  Kirkwood  Powerhouse  Oil 
Containment,  in  the  amount  of  $9,948,000,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Big  Valley  Electric,  to  rehabilitate  and 
update  systems  and  equipment  within  Holm  Powerhouse  to  extend  the 
useful  life  and  improve  the  oil  containment  and  oil/water  separation  system. 
This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes 
of  the  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of 
the  San  Francisco  Administrative  Code.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2706, 
12-Inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from  10th 
Avenue  to  Alton  Avenue,  and  on  various  side  streets,  in  the  amount  of 
$2,912,595,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Fontenoy  Engineering.  This  action  constitutes  the  Approval  Action  for  the 
project  for  the  purposes  of  California  Environmental  Quality  Act,  pursuant  to 
Section  31.04  (h)  of  the  San  Francisco  Administrative  Code. (How) 

Approve  an  increase  to  the  construction  cost  contingency  in  the 
amount  of  up  to  $8,608,416,  for  Contract  No.  WD-2729,  Fish  Passage 
Facilities  within  the  Alameda  Creek  Watershed,  (also  referred  to  as  the 
Alameda  Creek  Diversion  Dam  Project,  a  sub-project  of  the  Calaveras  Dam 
Replacement  Project);  and  authorize  the  General  Manager  to  approve 
future  modifications  to  the  contract,  for  a  total  revised  contract  amount 
up  to  $40,441 ,646.  (How) 

Approve  correction  to  Resolution  No.  17-0071,  adopted  by  the  San 

Francisco  Public  Utilities  Commission  on  April  11, 2017,  accepting  work 
performed  by  Engineering/Remediation  Resource  Group,  Inc.,  for  Contract 
No.  WD-2750,  Remediation  at  520  John  Muir  Drive,  and  authorizing  final 
payment  to  the  contractor,  in  order  to  identify  the  correct  total  contract 
duration  as  340  consecutive  calendar  days  (approximately  1 1  months). 
The  original  Agenda  Item  and  Resolution  inaccurately  stated  that  the  total 
contract  duration  was  310  consecutive  calendar  days  (approximately  10 
months).  (How) 

Approve  correction  to  Resolution  No.  17-0116,  adopted  by  the 
Commission  on  May  23,  2017,  awarding  Contract  No.  WW-636,  Various 
Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4,  in  order  to 
identify  the  correct  contract  duration  of  414  consecutive  calendar  days 

(approximately  one  year,  two  months),  in  the  Commission  Resolution. 

(How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-658, 
As-Needed  Sewer  Cleaning  and  Inspection  of  Large  Sewers,  in  the 
amount  of  $2,694,000,  to  the  lowest,  qualified,  responsible,  and  responsive 
bidder,  Pipe  &  Plant  Solutions,  Inc.,  to  perform  cleaning  and  inspection  of 
existing  large  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined 
throughout  the  City  of  San  Francisco.  (How) 
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Approve  the  selection  of  Mythics  Inc.;  Award  Agreement  No.  CS-1090, 

Software  License  and  Support  Agreement,  to  provide  as-needed  Oracle 
licenses  and  software  support;  Authorize  the  General  Manager  to  negotiate 
and  execute  a  Software  License  and  Support  Agreement  with  Mythics  for  an 
amount  not-to-exceed  $11,832,969  and  with  a  duration  of  up  to  five  years, 
three  months,  and  23  days,  subject  to  Board  of  Supervisors  for  approval 
pursuant  to  Charter  Section  9.1 18.  (Sandler) 

Adopt  the  Revised  Debt  Management  Policies  &  Procedures  of  the  San 

Francisco  Public  Utilities  Commission.  (Sandler) 

Public  Hearing,  discussion,  and  possible  action  to  adopt  a  policy 
regarding  the  San  Francisco  Public  Utilities  Commission  (SFPUC)’s  use 
of  drones  on  its  property  (SFPUC  Drone  Policy)  pursuant  to  the  City  and 
County  of  San  Francisco  Citywide  Employee  Drone  Policy  adopted  by  the 
Committee  on  Information  Technology  (COIT);  Authorize  the  General  Manager 
to  require  existing  contracts  to  incorporate  the  SFPUC  Drone  Policy  as  needed; 
and  authorize  the  General  Manager  to  include  the  SFPUC  Drone  Policy  in 
future  contracts  involving  drone  operation.  (Carlin) 

Authorize  the  General  Manager  to  execute  a  Collection  Agreement  by  and 
between  the  San  Francisco  Public  Utilities  Commission  and  the  United  States 
Department  of  Agriculture  Forest  Service  Pacific  Southwest  Research  Station, 
to  provide  technical  support  for  watershed  management  and  educational 
materials  for  the  Alameda,  San  Mateo,  and  Pilarcitos  Watersheds,  in  an 
amount  not-to-exceed  $1,700,000,  and  with  a  total  duration  of  72  months 
(six  years).  (Ritchie) 

Authorize  the  General  Manager  to  execute  an  amendment  to  a  Joint 
Funding  Agreement  with  the  U.S.  Geological  Survey,  for  an  additional 
$1,425,000,  and  a  time  extension  of  three  years,  for  a  total  amount  of 
$3,175,000,  and  a  total  duration  of  eight  years,  which  will  allow  for  continued 
hydrologic  monitoring  and  stream  gauge  maintenance  in  the  Alameda  and 
Peninsula  Watersheds.  (Ritchie) 

Authorize  the  General  Manager  to  request  that  the  Mayor  recommend  to  the 
Board  of  Supervisors  the  approval  of  a  supplemental  appropriation  in  the 
amount  of  $12,600,000  for  FY  2018  implementation  of  CUW286,  Long  Term 
Monitoring  Permit  Program  (LTMPP)  for  the  Vegetation  Restoration  of  Water 
System  Improvement  Program  Construction  Sites  and  the  Bioregional  Habitat 
Restoration  projects,  as  required  by  federal  and  state  regulatory  permits  related 
to  the  WSIP  projects.  LTMPP  projects  will  be  funded  by  the  issuance  of  Water 
Enterprise  Revenue  Bonds  and/or  other  forms  of  indebtedness.  (How) 

Approve  Project  No.  CWWSIPTPOP03,  Oceanside  Water  Pollution  Control 
Plant  (OSP)  Digester  Gas  Utilization  Upgrade,  to  upgrade  aging  digester  gas 
systems  at  OSP;  and  authorize  the  General  Manager  to  implement  the  project 
in  compliance  with  the  Charter  and  applicable  law.  Staff  will  return  at  a  later 


date  to  request  this  Commission  approve  and  award  the  construction  contract 
for  the  Project.  This  action  constitutes  the  Approval  Action  for  the  Project  for  the 
purposes  of  California  Environmental  Quality  Act,  pursuant  to  Section  31.04(h) 
of  the  San  Francisco  Administrative  Code.  (How) 

CLOSED  SESSION 

16.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Discussion  only)  (Emery) 

Existing  Litigation 

Matt  Pear  et  al  v  City  and  County  of  San  Francisco,  Court  of  Appeals,  Sixth 

Appellate  District 

Date  Filed:  July  5,  2012 

City  Attorney  File  No.:  130094 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 


Existing  Litigation: 
Pacific  Gas  &  Electric 


Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-704-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

25.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 
(Discussion  only)  (Carlin) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

26.  Announcement  following  Closed  Session. 

27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

28.  Other  New  Business.  (Discussion  only) 


29.  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  and  Courtney 
Excused:  Caen 

Commissioner  Vietor  arrived  at  1:39  PM. 

3.  Approval  of  the  Minutes  of  July  25,  2017 

On  Motion  to  approve  the  Minutes  of  July  25,  2017 
Ayes:  Moran,  Kwon,  and  Courtney 

No  public  comment. 

4.  General  Public  Comment 
None. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Water  Supply  Conditions  Update 

d)  Water  System  Improvement  Program  (WSIP)  Status  of  Construction  Change 

Orders 

No  public  comment. 

6.  Other  Commission  Business 

Commissioner  Courtney  thanked  Cindy  Charan,  Karen  Kubick,  and  Masood 
Ordikhani  for  their  conversations  with  him  regarding  workforce  development. 

No  public  comment. 

President  Moran  stated  item  14  is  continued  to  the  September  12,  2017 
meeting,  and  item  18  will  be  the  only  Closed  Session  item  heard. 

Commissioner  Vietor  arrived  at  1:39  PM. 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  update:  ( 1 )  Enrollment:  81,000  sites  served;  3.3%  steady 
opt-out  rate;  3.7%  SuperGreen  upgrades;  5,024  current  October  enrollment, 
with  3.1%  of  those  upgrading  to  SuperGreen.  AGM  Hale  indicated  a  waitlist 
for  January  enrollment  has  begun.  She  informed  the  Commission  that 
Salesforce  has  joined  the  program  as  SuperGreen  commercial  customer, 
serving  their  50  Fremont  and  350  Mission  locations;  and  (2)  Contracting: 
Request  for  Offers  (RFO)  for  new  and  existing  renewable  supply  energy 
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sources,  with  300  bids  received  at  bid  closing.  She  noted  bids  were  received 
for  existing  and  new  projects.  RFO  for  firmed  and  shaped  power  will  go  out 
soon.  AGM  Hale  discussed  the  upcoming  Bank  Credit  Facility  agreement. 

Eric  Sandler  responded  to  a  question  from  President  Moran  regarding  the 
bidder’s  conference  for  the  Bank  Credit  Facility  agreement. 

AGM  Hale  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
selection  process  criteria  for  the  RFO. 

No  public  comment. 

b)  Water  Enterprise  Capital  Improvement  Program  (CIP)  Quarterly  Report 

Dan  Wade,  Director,  Water  Capital  Projects  and  Programs,  provided  a  Water 
Enterprise  CIP  Quarterly  Report.  He  noted  highlights  of  the  reporting  period 
for  the  following  projects:  (1)  San  Francisco  Groundwater  Phase  2;  (2)  San 
Andreas  Pipeline  Phase  2;  (3)  Westside  Recycled  Water  Project;  and  (4) 
Sunol  Long  Term  Improvements. 

He  discussed  the  San  Francisco  Water  Pipeline  Replacement  and  the  15 
mile  replacement  goal,  noting  the  need  for  coordination  with  other 
departments.  Director  Wade  and  GM  Kelly  responded  to  a  question  from 
Commissioner  Courtney  regarding  the  coordination  of  activities. 

Director  Wade  continued  with  a  review  of  the  Peninsula  Pipeline  Seismic 
Upgrade  Phase  3  (valve  and  tee  at  Vicente);  San  Francisco  Groundwater 
Supply  Phase  2  South  Sunset  Well  Station;  and  Sunol  Long  Term 
Improvements  Sunol  Yard  (demolition  of  old  structures). 

Commissioner  Vietor  asked  that  staff  keep  the  Commission  apprised  of  the 
status  of  the  Sunol  Watershed  Center. 

No  public  comment. 

c)  Water  System  Improvement  Program  (WSIP)  Quarterly  Reports:  Regional 

and  Local  Projects 

Mr.  Wade  provided  an  update  on  WSIP  Quarterly  Report  on  Regional  and 
Local  Projects,  stating  Regional  Projects  are  94. 1  %  complete;  Local  Projects 
are  99.9%  complete;  and  the  overall  WSIP  is  94.6%  complete. 

Director  Wade  noted  recent  accomplishments  for  the  following  projects:  (1) 
Alameda  Creek  Recapture;  (2)  Calaveras  Dam  Replacement;  (3)  New 
Irvington  Tunnel;  and  (4)  Regional  Groundwater  Storage  and  Recovery 
Project. 

Mr.  Wade  responded  to  a  question  from  President  Moran  regarding  the 
contingency  amount,  discussing  reasons  for  the  contingency  including  the 
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fish  passage  and  removal  and  safe  relocation  of  swallow  nests.  He 
discussed  landslides  and  costly  anchors  needed,  and  noted  other 
challenges. 

Director  Wade  responded  to  a  question  from  Vice  President  (VP)  Kwon 
regarding  responsibility  for  the  identification  of  geographical  landslides  in  the 
fish  passage  area. 

No  public  comment. 

d)  Report  on  recent  SFPUC  activities,  events  and  announcements 

None. 

The  Commission  Secretary  read  the  Consent  Calendar  summary. 

8.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-167.C,  Comprehensive 

Technical  Services  for  Renewable  &  Advanced  Energy  Generation 

Systems,  with  Stantec  Consulting  Services,  on  the  condition  that  the 
Controller  certifies  the  pending  Novation  Agreement,  substituting  Stantec  for 

MWH  Americas,  Inc.,  due  to  their  merger;  Authorize  the  General  Manager  to 

execute  this  amendment  extending  the  term  by  one  year,  for  a  total 

agreement  duration  of  six  years.  (Resolution  17-0172) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-989, 

Holm  Powerhouse  Refurbishment  &  Kirkwood  Powerhouse  Oil 

Containment,  in  the  amount  of  $9,948,000,  to  the  lowest,  qualified, 

responsible  and  responsive  bidder.  Big  Valley  Electric,  to  rehabilitate  and 

update  systems  and  equipment  within  Holm  Powerhouse  to  extend  the 

useful  life  and  improve  the  oil  containment  and  oil/water  separation  system. 

This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes 

of  the  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of 

the  San  Francisco  Administrative  Code.  (Resolution  17-0173) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2706, 

12-Inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from  10th 

Avenue  to  Alton  Avenue,  and  on  various  side  streets,  in  the  amount  of 

$2,912,595,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 

Fontenov  Engineering.  This  action  constitutes  the  Approval  Action  for  the 

project  for  the  purposes  of  California  Environmental  Quality  Act,  pursuant  to 

Section  31 .04  (h)  of  the  San  Francisco  Administrative  Code.  (Resolution  17- 
0174) 

d)  Approve  an  increase  to  the  construction  cost  contingency  in  the  amount  of 

up  to  $8,608,416,  for  Contract  No.  WD-2729,  Fish  Passage  Facilities  within 

the  Alameda  Creek  Watershed,  (also  referred  to  as  the  Alameda  Creek 

Diversion  Dam  Project,  a  sub-project  of  the  Calaveras  Dam  Replacement 

Project);  and  authorize  the  General  Manager  to  approve  future  modifications 
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to  the  contract,  for  a  total  revised  contract  amount  up  to  $40,441 ,646. 

(Resolution  17-0175) 

e)  Approve  correction  to  Resolution  No.  17-0071 ,  adopted  by  the  San 
Francisco  Public  Utilities  Commission  on  April  1 1 , 2017.  accepting  work 

performed  by  Enqineerinq/Remediation  Resource  Group.  Inc.,  for  Contract 

No.  WD-2750.  Remediation  at  520  John  Muir  Drive,  and  authorizing  final 

payment  to  the  contractor,  in  order  to  identify  the  correct  total  contract 

duration  as  340  consecutive  calendar  days.  The  original  Agenda  Item  and 

Resolution  inaccurately  stated  that  the  total  contract  duration  was  310 

consecutive  calendar  days.  (Resolution  17-0176) 

f)  Approve  correction  to  Resolution  No.  17-0116.  adopted  bv  the  Commission 

on  May  23,  2017,  awarding  Contract  No.  WW-636.  Various  Locations  Sewer 

Replacement  and  Pavement  Renovation  No.  4,  in  order  to  identify  the 

correct  contract  duration  of  414  consecutive  calendar  days,  in  the 

Commission  Resolution.  (Resolution  17-0177) 

g)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-658,  As- 

Needed  Sewer  Cleaning  and  Inspection  of  Large  Sewers,  in  the  amount  of 

$2.694,000.  to  the  lowest,  qualified,  responsible,  and  responsive  bidder. 

Pipe  &  Plant  Solutions.  Inc.,  to  perform  cleaning  and  inspection  of  existing 

large  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined 

throughout  the  City  of  San  Francisco.  (Resolution  17-0178) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

9.  Approve  the  selection  of  Mythics  Inc.;  Award  Agreement  No.  CS-1090, 

Software  License  and  Support  Agreement,  to  provide  as-needed  Oracle 

licenses  and  software  support;  Authorize  the  General  Manager  to  negotiate  and 

execute  a  Software  License  and  Support  Agreement  with  Mythics  for  an 

amount  not-to-exceed  $1 1 ,832,969  and  with  a  duration  of  up  to  five  years, 

three  months,  and  23  days,  subject  to  Board  of  Supervisors  for  approval 

pursuant  to  Charter  Section  9,1 18.  (Resolution  17-0179) 

Ken  Salmon,  IT  Director,  introduced  the  item  and  reviewed  the  uses  of  and 
need  for  the  software,  a  vehicle  to  purchase  Oracle  products.  He  requested 
approval  of  the  item. 

Mr.  Salmon  responded  to  a  question  from  President  Moran  regarding  budgeting 
for  the  item. 

On  Motion  to  approve  item  9: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

10.  Adopt  the  Revised  Debt  Management  Policies  &  Procedures  of  the  San 

Francisco  Public  Utilities  Commission.  (Resolution  17-0180) 
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Eric  Sandler,  CFO/AGM  Business  Services,  began  his  discussion  with  a  review 
of  the  Financial  Policy  Timeline.  He  provided  a  brief  overview  of  the  Debt 
Management  Policy  and  proposed  revisions.  He  requested  approval. 

On  Motion  to  approve  item  10: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

11.  Public  Hearing,  discussion,  and  possible  action  to  adopt  a  policy  regarding  the 

San  Francisco  Public  Utilities  Commission  (SFPUCVs  use  of  drones  on  its 

property  (SFPUC  Drone  Policy)  pursuant  to  the  City  and  County  of  San 

Francisco  Citywide  Employee  Drone  Policy  adopted  by  the  Committee  on 

Information  Technology  (COIT);  Authorize  the  General  Manager  to  require 

existing  contracts  to  incorporate  the  SFPUC  Drone  Policy  as  needed;  and 

authorize  the  General  Manager  to  include  the  SFPUC  Drone  Policy  in  future 

contracts  involving  drone  operation.  (Resolution  17-0181) 

Michael  Carlin,  Deputy  General  Manager  (DGM),  discussed  the  need  for  the 
SFPUC  Policy,  which  complements  the  Citywide  Drone  Policy.  The  drones  will 
be  used  outside  SF  on  watershed  lands,  only  for  specific  uses. 

President  Moran  noted  possible  privacy  issues  with  Right-of-Way  or  power  line 
inspections.  DGM  Carlin  noted  the  focus  will  be  outside  of  San  Francisco. 

Mary  Ellen  Carrol,  SFPUC  Security  Director,  provided  additional  information  on 
privacy  concerns  and  protections. 

DGM  Carlin  responded  to  a  question  from  VP  Kwon  regarding  the  tracking  of 
operating  costs  during  the  pilot  and  possible  cost  savings  with  the  use  of 
drones. 

Commissioner  Vietor  requested  additional  information  on  other  possible  uses  of 
the  drones. 

On  Motion  to  approve  item  1 1: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

12.  Authorize  the  General  Manager  to  execute  a  Collection  Agreement  bv  and 
between  the  San  Francisco  Public  Utilities  Commission  and  the  United  States 

Department  of  Agriculture  Forest  Service  Pacific  Southwest  Research  Station. 

to  provide  technical  support  for  watershed  management  and  educational 

materials  for  the  Alameda.  San  Mateo,  and  Pilarcitos  Watersheds,  in  an 

amount  not-to-exceed  $1 ,700,000,  and  with  a  total  duration  of  72  months. 

(Resolution  17-0182) 

Steve  Ritchie,  AGM  Water,  introduced  the  item  and  requested  approval. 
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On  Motion  to  approve  item  12: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

13.  Authorize  the  General  Manager  to  execute  an  amendment  to  a  Joint  Funding 

Agreement  with  the  U.S.  Geological  Survey,  for  an  additional  $1 ,425.000,  and  a 

time  extension  of  three  years,  for  a  total  amount  of  $3,175,000,  and  a  total 

duration  of  eight  years,  which  will  allow  for  continued  hydrologic  monitoring  and 

stream  gauge  maintenance  in  the  Alameda  and  Peninsula  Watersheds. 

(Resolution  17-0183) 

AGM  Ritchie  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  13: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

President  Moran  stated  item  14  was  pulled  from  the  calendar  and  will  be 
continued  to  the  September  12th  meeting. 

14.  Authorize  the  General  Manager  to  reguest  that  the  Mayor  recommend  to  the 

Board  of  Supervisors  the  approval  of  a  supplemental  appropriation  in  the 

amount  of  $12.600.000  for  FY  2018  implementation  of  CUW286.  Long  Term 

Monitoring  Permit  Program  (LTMPP1  for  the  Vegetation  Restoration  of  Water 

System  Improvement  Program  Construction  Sites  and  the  Bioregional  Habitat 

Restoration  projects,  as  reguired  by  federal  and  state  regulatory  permits  related 

to  the  WS1P  projects.  LTMPP  projects  will  be  funded  by  the  issuance  of  Water 

Enterprise  Revenue  Bonds  and/or  other  forms  of  indebtedness. 

15.  Approve  Project  No.  CWWSIPTPQP03,  Oceanside  Water  Pollution  Control 

Plant  (OSP)  Digester  Gas  Utilization  Upgrade,  to  upgrade  aging  digester  gas 

systems  at  OSP:  and  authorize  the  General  Manager  to  implement  the  project 

in  compliance  with  the  Charter  and  applicable  law.  Staff  will  return  at  a  later 

date  to  reguest  this  Commission  approve  and  award  the  construction  contract 

for  the  Project.  This  action  constitutes  the  Approval  Action  for  the  Project  for  the 

purposes  of  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h) 

of  the  San  Francisco  Administrative  Code.  (Resolution  17-0184) 

Kathy  How,  AGM  Infrastructure,  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  item  15: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

No  public  comment. 

The  Commission  Secretary  read  Closed  Session  item  18,  and  stated  items  19 
through  25  would  not  be  heard. 


SFPUC  Minutes 
August  8,  2017 


Page  7 


16.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

None. 

17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 

The  Commission  entered  Closed  Session  at  2:29  PM. 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Existing  Litigation 

Matt  Pear  et  al  v  City  and  County  of  San  Francisco,  Court  of  Appeals,  Sixth 

Appellate  District 
Date  Filed:  July  5.  2012 

City  Attorney  File  No.:  130094 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 
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§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-704-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

25.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  2:42  PM. 

26.  Announcement  following  Closed  Session 

President  Moran  announced  that  no  action  was  taken  during  Closed  Session. 

27.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  S.F.  Administrative  Code  Section  67.12(a) 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Kwon,  Vietor  and  Courtney 
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28.  Other  New  Business 

President  Moran  announced  that  the  meeting  of  August  22,  2017  had  been 
cancelled.  The  next  regular  meeting  will  take  place  September  12,  2017. 


29.  Adjournment 

President  Moran  adjourned  the  meeting  at  2:44  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0172 


WHEREAS,  On  August  28,  2012,  this  Commission  awarded  Agreement  No.  CS-167.C, 
Comprehensive  Technical  Services  for  Renewable  &  Advanced  Energy  Generation  Systems,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
negotiate  and  execute  a  professional  services  agreement,  in  the  amount  of  $2,250,000,  and  with  a 
term  of  five  years,  with  MWH  Americas,  Inc.  (MWH);  and 

WHEREAS,  On  January  1,  2017,  MWH  Americas,  Inc.  merged  into  Stantec  Consulting 
Services  (Stantec),  resulting  in  Stantec  acquiring  all  the  assets,  obligations,  and  liabilities  of 
MWH.  On  April  11,  2017,  through  Resolution  No.  17-0065,  this  Commission  approved  the 
novation  agreement  in  response  to  the  merger  to  replace  MWH  with  Stantec  under  this 
Agreement.  The  novation  agreement  will  be  fully  executed  following  the  Controller’s 
certification  of  the  novation  agreement;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  term  of  Agreement  No. 
CS-167.C,  Comprehensive  Technical  Services  for  Renewable  &  Advanced  Energy  Generation 
Systems  by  one  year,  for  a  total  duration  of  six  years,  to  accommodate  renewable  and  advanced 
energy  goals,  specifically  in  the  areas  of  project  development,  implementation,  and  construction; 
and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  subconsulting 
requirement  of  8%  Local  Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services 
to  be  provided)  for  this  agreement,  and  MWH  Americas,  Inc.  had  committed  to  11.9%  LBE 
participation;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Small  Renewables  Account 
CUH993,  Small  Hydro  Account  CUH994,  Civic  Center  Solar  Account  CUH988,  and  Sustainable 
Energy  Account  CUH947;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-167.C,  Comprehensive  Technical  Services  for  Renewable  &  Advanced  Energy 
Generation  Systems,  with  Stantec,  on  the  condition  that  the  Controller  certifies  the  pending 
novation  agreement,  for  assistance  with  the  evaluation,  project  development,  permitting,  project 
implementation  and  construction  of  renewable  and  advance  energy  technologies  and  projects, 
and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment,  increasing  the 
agreement  duration  by  one  year,  for  a  total  agreement  duration  of  six  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0173 


WHEREAS,  Hetchy  Capital  Improvement  Projects  Program-funded  Contract 
No.  HH-989,  Holm  Powerhouse  Refurbishment  &  Kirkwood  Powerhouse  Oil  Containment  was 
advertised  on  April  21,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $9,200,000  for  this  construction  contract  work  to 
rehabilitate  and  update  systems  and  equipment  within  Holm  Powerhouse  extending  the  useful 
life  and  to  provide  oil  containment  and  to  improve  the  oil/water  separation  system  at  Holm 
Powerhouse  and  Kirkwood  Powerhouse;  and 

WHEREAS,  The  contract  duration  is  583  consecutive  calendar  days;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  June  15,  2107;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  reviewed  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences,  and  this  review  resulted  in  the  establishment  of  Big  Valley 
Electric  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontractor 
participation  requirement  of  15%  for  this  contract  and  Big  Valley  Electric  has  committed  to 
16.09%  LBE  utilization  rate  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion 
of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH101-02,  Other  Powerhouse 
Projects;  and 

WHEREAS,  On  January  17,  2017,  the  Planning  Department  determined  that  this  project 
is  exempt  from  the  California  Environmental  Quality  Act  under  Section  15301,  Class  1  (Existing 
Facilities);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Hetchy  Capital  Improvement  Projects  Program  funded  Contract  No.  HH-989,  Holm 
Powerhouse  Refurbishment  &  Kirkwood  Powerhouse  Oil  Containment,  in  the  amount  of 
$9,948,000,  for  a  duration  of  583  consecutive  calendar  days,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0174 


WHEREAS,  Water  Enterprise,  Local  Conveyance/Distribution  System  Program  funded 
Contract  No.  WD-2706,  12-Inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from 
10th  Avenue  to  Alton  Avenue  and  on  Various  Side  Streets,  was  advertised  on  May  26,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $2,700,000  for  this  construction  contract  work  to 
install  approximately  8,300  feet  of  ductile  iron  pipe  and  ancillary  water  service  pipe  along  with 
pavement  restoration  work;  and 

WHEREAS,  The  contract  duration  is  313  consecutive  calendar  days;  and 

WHEREAS,  On  October  9,  2015  the  Planning  Department  determined  that  this  Project  is 
exempt  from  the  California  Environmental  Quality  Act  (CEQA)  Guidelines  under  Section 
15302,  Class  2  (Replacement  or  Reconstruction);  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  July  6,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Fontenoy  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  20%  for  this  contract  and  the  contractor  committed  to  a  LBE 
participation  of  20.3%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW26001A2  WD-2706,  12-Inch 
Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from  10th  Avenue  to  Alton  Avenue  and 
on  Various  Side  Streets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program  funded  Contract  No. 
WD-2706,  12-Inch  Ductile  Iron  Water  Main  Installation  on  Pacheco  Street  from  10th  Avenue  to 
Alton  Avenue  and  on  Various  Side  Streets,  in  the  amount  of  $2,912,595,  for  a  duration  of  313 
consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Fontenoy 
Engineering. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  20 17 


Secretary,  Public  Utilities  Commission 


I 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0175 


WHEREAS,  On  January  12,  2016,  per  Resolution  No.  16-0013,  this  Commission 
approved  the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2729,  Fish  Passage  Facilities  within  the  Alameda  Creek 
Watershed,  to  Shimmick  Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  April  19,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $28,939,300  and  the  original  contract 
duration  was  972  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(1)  of  the  Administrative  Code  require  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  amount  be  approved  by  the 
Commission;  and 

WHEREAS,  As  of  June  30,  2017,  the  total  forecasted  value  of  the  work  associated  with 
significant  change  orders,  trends,  and  a  portion  of  the  remaining  risks  are  primarily  related  to  the 
installation  of  additional  inclinometers  to  monitor  slope  movement,  soil  nail  soldier  pile  walls  to 
address  slope  movement,  higher  than  expected  subterranean  water  flow,  additional  modifications 
to  the  existing  dam  structure,  additional  storm  water  pollution  prevention  plan  measures  required 
to  meet  permit  conditions,  additional  bat  deterrent  mitigation  measures,  use  of  geofoam  backfill 
material  behind  fish  ladder,  mitigation  measures  for  rock  fall  hazards  on  hillsides  and  a  number 
of  less  significant  items;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$1,500,602,  pending  change  orders  amount  to  $118,431,  potential  change  orders  amount  to  $0, 
trends  amount  to  $9,133,313,  the  budgeted  amount  for  a  portion  of  the  remaining  risks  amount  to 
$750,000,  and  remaining  pre-approved  contingency  not  used  to  date  amount  to  $1,393,328;  and 


WHEREAS,  These  pending  and  potential  change  orders,  trends,  and  risks,  if  converted  to 
approved  change  orders,  would  exceed  the  pre-approved  construction  cost  contingency;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  up  to 
$8,608,416  is  requested,  subject  to  the  General  Manager’s  subsequent  authorization  of 
modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  goal  of  9.00%  for  this  construction  contract  and  the  contractor 
committed  to  a  LBE  subcontractor  participation  of  9.03%  with  its  bid  submittal;  and 


WHEREAS,  Funding  is  currently  available  in  Project  CUW37401,  Calaveras  Dam 
Replacement  Project  (CDRP),  which  includes  the  Fish  Passage  Facilities  Within  the  Alameda 
Creek  Watershed  as  a  sub-project  of  the  CDRP;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $8,608,416  for  the  Water  Enterprise,  WSIP  funded 
Construction  Contract  WD-2729,  Fish  Passage  Facilities  within  the  Alameda  Creek  Watershed 
Project,  for  a  total  contingency  amount  of  $1 1,502,346;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $40,441,646  and  to  the  contract  duration  for  up  to  972  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0176 


WHEREAS,  On  March  10,  2015,  by  Resolution  No.  15-0060,  this  Commission  awarded 
Contract  No.  WD-2750,  Remediation  at  520  John  Muir  Drive,  in  the  amount  of  $9,210,716,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Engineering/Remediation  Resources 
Group,  Inc;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  April  17,  2015, 
with  an  original  schedule  of  310  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  340  consecutive  calendar  days  on  March  21,  2016;  and 

WHEREAS,  On  April  11,  2017,  by  Resolution  No.  17-0071,  this  Commission  accepted 
work  performed  by  Engineering/  Remediation  Resource  Group,  Inc.  on  Contract  No.  WD-2750 
and  authorized  final  payment;  and 

WHERAS,  Subsequent  to  the  closeout,  SFPUC  staff  discovered  a  discrepancy  between 
the  contract  duration  of  310  consecutive  calendar  days  stated  in  the  second  Whereas  clause  of 
Resolution  No.  17-0071  and  the  actual  contract  duration  of  340  consecutive  calendar  days;  and 

WHEREAS,  SFPUC  staff  seek  the  Commission’s  approval  to  correct  Resolution  No.  17- 
007 1  to  state  the  total  contract  duration  as  340  consecutive  calendar  days;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  correcting  Resolution  No.  17-0071, 
adopted  by  this  Commission  on  April  11,  2017,  which  accepted  work  performed  by 
Engineering/Remediation  Resources  Group,  Inc.  for  Water  Enterprise,  CIP  funded  Contract  No. 
WD-2750,  Remediation  at  520  John  Muir  Drive  and  authorized  final  payment  to  the  contractor, 
to  state  the  total  contract  duration  as  340  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0177 


WHEREAS,  On  May  23,  2017,  by  Resolution  No.  17-0116,  this  Commission  approved 
the  plans  and  specifications  and  awarded  Wastewater  Enterprise  (WWE),  Renewal  and 
Replacement  (R&R)  Program  and  Public  Works  (PW)  Street  Resurfacing  Program-funded 
Contract  No.  WW-636,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  4, 
in  the  amount  of  $5,062,012  to  D’Arcy  &  Harty  Construction,  Inc.;  and 

WHEREAS,  Subsequent  to  the  award,  SFPUC  staff  discovered  that  although  Section 
2.01  of  the  Agreement  provides  for  a  contract  duration  of  414  consecutive  calendar  days, 
Commission  Resolution  No.  17-0116  approved  by  this  Commission  on  May  23,  2017  did  not 
include  a  contract  duration;  and 

WHEREAS,  SFPUC  staff  seeks  the  Commission’s  approval  to  correct  the  third  Whereas 
clause  in  Resolution  No.  17-0116  to  state  that  the  contract  duration  is  414  consecutive  calendar 
days;  and 

WHEREAS,  On  March  3,  2017,  the  Planning  Department  determined  that  the  proposed 
project  is  exempt  from  the  California  Environmental  Quality  Act  Guidelines  Section  15302, 

Class  2  (Replacement  or  Reconstruction);  and 

WHEREAS,  Funds  are  available  from  WWE  R&R  Project  No.  CWWRNRCSG6, 
Various  Locations  Sewer  Replacement  No.  4  and  PW  Project  No.  CPWHUT1729,  Various 
Locations  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  a  correction  to  Resolution  No.  17- 
0116,  adopted  by  the  Commission  on  May  23,  2017,  awarding  WWE  R&R  Program  and  PW 
Street  Resurfacing  Program  funded  Contract  No.  WW-636,  Various  Locations  Sewer 
Replacement  and  Pavement  Renovation  No.  4,  in  the  amount  of  $5,062,012,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  D’Arcy  &  Harty  Construction,  Inc.,  to  state  the 
contract  duration  as  414  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0178 


WHEREAS,  Sewer  System  Improvement  Program  (SSIP)  funded  Contract  No.  WW-658, 
As-Needed  Sewer  Cleaning  and  Inspection  of  Large  Sewers,  was  advertised  on  May  24,  2017; 
and 

WHEREAS,  The  Engineer’s  Estimate  is  $3,700,000  for  this  construction  contract  work  to 
inspect  and  clean  existing  large-diameter  sewers,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  930  consecutive  calendar  days  (approximately  5 
years);  and 

WHEREAS,  On  November  30,  2013  the  Environmental  Review  Officer  determined  that 
approval  of  as-needed  contracts  or  other  funding  mechanisms  for  the  repair  or  replacement  of 
linear  assets  do  not  fall  within  the  definition  of  a  “project”  under  California  Environmental 
Quality  Act  Guidelines  Section  15378(b)(4);  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  June  22,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Pipe  &  Plant  Solutions,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
20.64%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWSEPCSSR02;  now  therefore  bit 
it  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  SSIP  funded  Contract  No.  WW-658,  As-Needed  Sewer  Cleaning  and  Inspection  of  Large 
Sewers,  for  a  total  contract  amount  not  to  exceed  $2,694,000,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder.  Pipe  &  Plant  Solutions,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0179 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (“SFPUC”),  through  the 
Office  of  Contract  Administration,  conducted  a  Request  for  Proposals  (WP17001780)  for  the 
purchase  of  certain  as-needed  Oracle  perpetual  licenses,  cloud  services,  and  software  support; 
and 

WHEREAS,  The  SFPUC  and  Office  of  Contract  Administration  review  of  the  proposals 
received  in  response  to  WP 1700 1780  resulted  in  the  determination  that  Mythics  Inc.  (“Mythics”) 
was  the  lowest  responsive  bidder;  and 

WHEREAS,  The  SFPUC  now  wishes  to  enter  into  Agreement  No.  CS-1090  (“Agreement”) 
with  Mythics  for  the  purpose  of  procuring  as-needed  Oracle  licenses  and  software  support,  in 
accordance  with  Mythics’  proposal  in  response  to  WP  17001780;  and 

WHEREAS,  The  cost  of  the  Agreement  will  not  exceed  $1 1,832,969  and  will  be  funded  by 
SFPUC  Information  Technology  (IT)  Services  and  SFPUC  Infrastructure  budgets  based  on 
actual  usage  and  orders  placed  against  the  Agreement;  and 

WHEREAS,  The  Agreement  is  anticipated  to  begin  in  November  30,  2017  and  end  in 
March  22,  2023  and  the  duration  of  this  agreement  is  up  to  five  years,  three  months,  and  23  days; 
and 

WHEREAS,  Pursuant  to  Section  9.118  of  the  City  and  County  of  San  Francisco’s 
Charter,  all  non-construction  contracts  entered  into  by  a  department  requiring  anticipated 
expenditures  of  ten  million  dollars  or  more  shall  be  subject  to  approval  of  the  Board  of 
Supervisors  by  resolution;  and 

WHEREAS,  Pursuant  to  Section  21.30  of  the  San  Francisco  Administrative  Code  sub¬ 
contracting  goals  for  this  contract  are  not  applicable  because  software  licensing  procurements  are 
not  subject  to  the  contracting  requirements  of  the  Administrative  or  Environment  Code;  and 

WHEREAS,  Mythics  is  in  compliance  with  the  Equal  Benefits  Provisions  of  Chapter  12B 
of  the  City’s  Administrative  Code;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Mythics;  awards 
SFPUC  IT  Services  Agreement  No.  CS-1090,  Software  License  and  Support  Agreement,  to 
provide  as-needed  Oracle  licenses  and  software  support;  authorizes  the  General  Manager  of  the 
SFPUC  to  negotiate  and  execute  a  Software  License  and  Support  Agreement  with  Mythics  for  an 
amount  not-to-exceed  $11,832,969  and  with  a  duration  of  up  five  years,  three  months,  and  23 
days,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9. 1 18. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0180 


WHEREAS,  Pursuant  to  the  City  Charter,  the  San  Francisco  Public  Utilities  Commission 
has,  from  time  to  time,  issued  revenue  bonds  and  other  forms  of  indebtedness,  including 
commercial  paper,  to  finance  the  cost  of  facilities  and  improvements  for  the  Water,  Wastewater, 
and  Power  Enterprises;  and 

WHEREAS,  The  Government  Finance  Officers  Association  recommends  as  a  best 
practice  the  formal  adoption  of  debt  policies  as  a  sound  financial  management  practice  to  guide 
debt  issuance  and  administration  decision  making;  and 

WHEREAS,  A  formal  debt  policy  is  intended  to  establish  debt  policy  objectives  (e.g. 
maintaining  moderate  debt  and  debt  service  levels,  maintaining  highest  practical  credit  ratings, 
adopting  strategies  to  maintain  low  interest  costs,  and  adopting  strategies  to  lower  costs  of 
issuance,  etc.)  to  improve  the  quality  of  decision-making  processes,  provide  guidelines  for 
appropriate  debt  structures,  establish  processes  and  internal  controls  for  the  observance  of  debt 
issuance  and  debt  administration  legal  requirements,  and  demonstrate  a  commitment  to  best 
practices  in  municipal  debt  planning,  issuance  and  management;  and 

WHEREAS,  Commission  staff  manages  and  administers  the  Commission’s  outstanding 
debt  portfolio;  and 

WHEREAS,  The  Commission  first  approved  a  policy  setting  forth  the  debt  management 
policies  and  procedures  of  the  Commission  in  2004,  and  most  recently  amended  that  policy 
entitled  “Debt  Management  Policies  and  Procedures”  (“Debt  Policy”)  on  September  13,  2016  by 
Resolution  No.  16-0185;  and 

WHEREAS,  The  State  Legislature  recently  enacted  Chapter  307,  Statutes  of  2016  (SB 
1029,  amending  Government  Code  Section  8855)  to  require,  among  other  things,  that  local 
governments  certify  30  days  prior  to  the  sale  of  any  bonds  that  it  has  adopted  debt  policies  in 
accordance  with  the  requirements  of  Government  Code  Section  8855,  as  amended;  and 

WHEREAS,  Commission  staff  has  recently  undertaken  a  revision  of  the  Debt  Policy  to 
ensure  that  it  incorporates  the  requirements  of  Government  Code  Section  8855,  as  amended,  and 
otherwise  reflects  current  industry  best  practices;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  approves  and  adopts  the  Revised  Debt 
Management  Policies  and  Procedures  of  the  San  Francisco  Public  Utilities  Commission 
presented  to  the  Commission  at  its  meeting  on  August  8,  2017. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0181 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  intends  to 
leverage  technology  to  improve  operational  efficiency  and  public  and  employee  safety;  and 

WHEREAS,  Routine  inspection  of  infrastructure  and  construction  sites  are  sometimes 
performed  under  conditions  exposing  employees  to  various  safety  hazards  and  risks;  and 

WHEREAS,  Environmental  projects  depend  on  the  ability  to  monitor  restoration 
planting  actively  so  as  to  intervene  quickly  if  the  plantings  fail  to  thrive;  and 

WHEREAS,  Conducting  inspections  after  a  natural  disaster  requires  real-time 
knowledge  and  quick  implementation  of  corrective  action;  and 

WHEREAS,  Pursuant  to  the  CCSF  Citywide  Employee  Drone  Policy  adopted  by  the 
Committee  on  Information  Technology  (COIT)  on  May  5,  2017,  the  SFPUC  is  one  of  five  City 
and  County  of  San  Francisco  (CCSF)  Departments  approved  to  operate  drones  for  specified 
authorized  use  cases  during  the  initial  one  year  evaluation  period;  and 

WHEREAS,  The  responsible  use  of  drones  following  all  requirements  outlined  in  the 
CCSF  and  SFPUC  drone  policies  will  efficiently,  effectively  and  safely  support  various  SFPUC 
operations;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  SFPUC  Drone  Policy  on  file 
with  the  Commission  Secretary;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  require  existing  contracts  to  incorporate  the  SFPUC  Drone  Policy  as  needed  and  authorizes  the 
General  Manager  to  include  the  SFPUC  Drone  Policy  in  future  contracts. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0182 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  operates  water 
supply  facilities  within  the  Tuolumne  River,  Alameda  Creek,  and  Peninsula  watersheds, 
consistent  with  the  SFPUC's  mission  to  provide  SFPUC  customers  with  reliable,  high  quality, 
and  affordable  water  while  responsibly  managing  the  resources  -  human,  physical  and  natural  - 
entrusted  to  its  care;  and 

WHEREAS,  The  SFPUC  adopted  its  Water  Enterprise  Environmental  Stewardship 
Policy  and  its  Alameda  and  Peninsula  Watershed  Management  Plans  and  initiated  the  Watershed 
and  Environmental  Improvement  Program  (WEIP)  to  proactively  manage,  protect  and  restore 
environmental  resources  affected  by  SFPUC  operations  and  support  projects  that  enhance  public 
awareness  and  provide  education  opportunities  related  to  water  quality,  water  supply, 
conservation,  and  environmental  stewardship  issues;  and 

WHEREAS,  Addressing  invasive  species  and  developing  science-based  approaches  to 
improve  the  success  of  restoration  activities  will  help  protect  the  natural  resources  within  the 
lands  associated  with  the  operation  of  the  SFPUC  water  system;  and 

WHEREAS,  The  United  States  Forest  Service  Pacific  Southwest  Research  Station 
(USFS)  is  to  working  to  improve  ecosystem  function  and  health,  prevent,  manage,  and  control 
invasive  species  and  assists  other  public  agencies  in  developing  solutions  to  natural  resource 
problems;  and 

WHEREAS,  The  SFPUC  and  the  USFS  have  similar  natural  resource  conservation  goals 
including,  but  not  limited  to,  natural  resources  enhancement,  public  outreach  and  education,  and 
integrated  watershed  resources  management;  and 

WHEREAS,  In  2008,  the  SFPUC  entered  into  a  Collection  Agreement  with  the  USDA 
titled  “An  experimental  management  project  to  protect  against  the  Sudden  Oak  Death  pathogen 
on  the  SFPUC  Peninsula  Watershed,”  (Agreement  No.  CS-190,  FS  08-CO-l  1272138-024  for 
$217,594)  and  extended  the  agreement  in  201 1  through  March  1,  2017  (Agreement  No.  CS-190; 
FS  1 1-CO-l  1272131-035  for  $430,102);  and 

WHEREAS,  The  SFPUC  and  USFS  desire  to  continue  their  collaboration  and  have 
negotiated  a  Collection  Agreement  under  which  SFPUC  will  provide  USFS  funding  to  conduct 
research  aimed  at  improving  the  health  and  success  of  restoration  activities  and  to  sustain  the  health 
of  vegetation  in  watershed  lands  managed  by  the  SFPUC;  and 

WHEREAS,  The  estimated  cost  of  services  under  the  Collection  Agreement  is 
$1,700,000;  and 


WHEREAS,  Services  are  anticipated  to  begin  under  the  Agreement  on  December  1,  2017 
and  end  on  December  1,  2022,  and  the  total  duration  of  this  agreement  is  72  months;  and 

WHEREAS,  Funds  for  this  agreement  will  be  allocated  on  a  task  order  basis  and  are 
available  from  Water  Enterprise  Operating  Budget  funds,  subject  to  Controller  certification; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  to  execute  a  Collection  Agreement  with  the 
United  States  Forest  Service  Pacific  Southwest  Research  Station  for  an  amount  not  to  exceed 
$1,700,000  and  with  a  total  duration  of  72  months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0183 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  relies  on  the 
independence  and  expertise  of  the  U.S.  Geological  Survey  (USGS)  to  maintain  hydrologic 
records  in  the  Alameda  and  Peninsula  Watershed  that  are  critical  to  required  reporting  of  SFPUC 
water  rights,  informing  reservoir  and  water  management  operations,  and  meeting  federal  and 
state  minimum  instream  flow  requirements;  and 

WHEREAS,  Pursuant  to  Resolution  12-0152,  this  Commission  authorized  the  General 
Manager  of  the  SFPUC  to  execute  a  Joint  Funding  Agreement  (JFA)  with  the  U.S.  Geological 
Survey  (USGS)  for  an  amount  not-to-exceed  $1,750,000  and  with  a  duration  of  5  years,  which 
allows  for  hydrologic  monitoring  and  stream  gage  maintenance  in  the  Alameda  Creek  and 
Peninsula  Watersheds;  and 

WHEREAS,  an  amendment  is  being  requested  for  $1,425,000  and  a  time  extension  of 
three  years,  for  a  total  amount  of  $3,175,000  and  a  total  duration  of  eight  years,  to  allow  the 
SFPUC  to  continue  to  rely  on  the  USGS  to  maintain  critical  hydrological  records  in  the  Alameda 
Creek  and  Peninsula  Watersheds;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Water  Enterprise  operating 
budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  an  amendment  to  the  existing  Joint  Funding 
Agreement  with  the  U.S.  Geological  Survey  for  $1,425,000,  and  a  time  extension  of  three  years, 
for  a  total  amount  of  $3,175,000  and  a  total  duration  of  eight  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public 


Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0184 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  have  developed  a 
project  description  for  Project  No.  CWWSIPTPOP03,  Oceanside  Water  Pollution  Control  Plant 
Digester  Gas  Utilization  Upgrade  (“Project”);  and 

WHEREAS,  The  objective  of  the  Project  is  to  address  existing  aging  digester  gas  energy 
recovery  systems  (co-generation)  mechanical  and  electrical  process  equipment  at  Oceanside 
Water  Pollution  Control  Plant  (OSP)  in  order  to  meet  the  Commission-endorsed  Sewer  System 
Improvement  Program  (SSIP)  Level  of  Service  (LOS).  The  Project  improvements  are  focused 
on  maximizing  beneficial  use  of  digester  gas  (methane)  generated  at  the  treatment  plant;  and 

WHEREAS,  On  June  2,  2017,  the  Planning  Department  determined  that  the  Project  is 
categorically  exempt  under  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section 
15301,  Class  1  (Existing  Structures);  and 

WHEREAS,  This  approval  action  enables  SFPUC  staff  to  complete  the  SFPUC’ s  loan 
application  to  the  State  Water  Resources  Control  Board  (SWRCB)  under  the  Clean  Water  State 
Revolving  Fund  (CWSRF)  Loan  Program  for  project  design  and  construction  funding,  with  an 
estimated  project  budget  of  $39,687,969;  and 

WHEREAS,  Planned  future  actions  include  a  request  to  the  Commission  to  approve  the 
construction  contract  award  and  if  awarded,  the  CWRSF  loan  agreement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Project  Number  CWWSEPTPOP03, 
Oceanside  Water  Pollution  Control  Plant  Digester  Gas  Utilization  Upgrade,  and  authorizes  the 
General  Manager  or  his  designee  to  implement  the  Project,  and  to  proceed  with  completion  of 
the  CWSRF  loan  application,  provided  that  the  General  Manager  shall  return  to  the  Commission 
to  seek  approval  of  the  construction  contract  award  and  the  CWRSF  loan  agreement  at  a  later 
date. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  8,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

CANCELLATION  NOTICE 

The  Regular  Meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  August  22,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue,  13th  Floor 
San  Francisco,  CA  94102 


San  Francisco 
J  Water  ewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  September  12,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.comA/iewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  http://www.sfgov.org. 

H  311  Free  Language  Assistance:  fttig  UW)  /  Ayuda  gratuita  con  el  idioma  /  Eecnjia-rHaa  noMoiqb 
nepeBOflHHKOB  /Tragiup  Thong dich  Mien  phf  /Assistance  linguistique  gratuite  /  /  “.3.  <2H0-|  / 

mwaS  vi"dfr»'lfl£i'Uic>  a’tifnlw"  nu  /  Libreng  tulong  para  sa  wikang  Tagalog  cnvma 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planning.org/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 
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Approve  Amendment  No.  1  to  Agreement  No.  CS-229D,  Specialized  and 
Technical  Services,  Water  Enterprise,  with  MWH-Lee,  Inc.,  Joint  Venture,  to 
provide  continued  assistance  with  specialized  and  technical  services  to  the 
Water  Enterprise;  and  authorize  the  General  Manager  to  execute  this 
amendment,  extending  the  term  by  one  year  and  six  months,  for  a  total 
agreement  duration  of  six  years,  six  months,  with  no  change  to  the 
agreement  amount.  (Ritchie) 

Award  Job  Order  Contract  No.  JOC-71R,  Electrical  (C-10  License), 
Governor  &  Exciter  Systems  for  Hydroelectric  Powerhouses,  San  Joaquin, 
Stanislaus  and  Tuolumne  Counties,  Hetch  Hetchy,  for  a  not-to-exceed 
amount  of  $5,000,000  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Big  Valley  Electric,  to  place,  install,  erect  or  connect  any  specialty 
high-voltage  electrical  work  for  Hetch  Hetchy  Operations.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2713, 
48-inch  Diameter  Water  Main  Replacement  on  Putnam  Street  from  Peralta 
Avenue  to  Cortland  Avenue,  in  the  amount  of  $4,822,675,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Anvil  Builders  Inc.  This  action 
constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  California 
Environmental  Quality  Act,  pursuant  to  Section  31 .04  (h)  of  the  San 
Francisco  Administrative  Code.  (How) 

Approve  Modification  No.  1  to  Contract  No.  WD-2737,  12-Inch  Ductile 
Iron  Water  Main  Replacement  on  6th  Street  from  Market  to  Howard  streets 
and  on  Taylor  Street  from  Market  to  Pine  streets,  with  M  Squared 
Construction,  Inc.,  increasing  contract  amount  by  $172,204,  for  a  revised 
total  contract  amount  of  $4,356,929,  and  extending  the  contract  duration 
by  203  consecutive  calendar  days  (approximately  seven  months),  for  a 
total  contract  duration  of  594  consecutive  calendar  days  (approximately  one 
year  and  eight  months).  (How) 

Approve  an  extension  to  the  construction  contract  duration 
contingency  up  to  130  consecutive  calendar  days  (approximately  four 
months),  for  Contract  No.  WD-2760,  12-Inch  and  8-Inch  Ductile  Iron  Water 
Main  Replacement,  Sewer  Replacement  and  Pavement  Renovation  on 
Waller  Street  and  Various  Side  Streets,  with  M.  Hernandez  Construction, 
Inc.;  and  authorize  the  General  Manager  to  approve  future  modifications 
to  this  contract  for  a  total  revised  contract  duration  of  up  to  505 
consecutive  calendar  days  (approximately  one  year  and  four  and  a  half 
months),  with  no  change  to  the  contract  cost.  (How) 

Approve  an  increase  in  the  construction  duration  contingency  up  to 
164  consecutive  calendar  days  (approximately  five  and  one-half  months), 
for  Contract  No.  WW-622,  Haight-Ashbury/Tenderloin/Diamond  Heights 
Districts  Sewer  Replacement  and  Pavement  Renovation;  and  authorize  the 
General  Manager  or  his  designee  to  approve  future  modifications  to  the 
contract  for  a  total  revised  contract  duration  up  to  560  consecutive 
calendar  days  (approximately  one  year,  six  and  one-half  months),  with  no 
change  to  the  contract  cost.  (How) 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  August  8,  201 7 

4.  General  Public  Comment  (Discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (Discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Water  System  Improvement  Program  Report 

e)  Environmental  Justice  and  Community  Benefits  Policies  Update 

f)  Sewer  Inspection  and  Replacement  Program  Update 

g)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (Discussion  only) 


7.  Report  of  the  General  Manager  (Discussion  only) 

a)  CleanPowerSF  Update  (Hale) 

b)  Proposed  FY  2017-18  Capital  Financing  Plan  (Sandler) 

c)  FY  2016-17  Year  End  Budgetary  Report  (Sandler) 

d)  Budget  Kick-Off  Update  (Sandler) 

e)  Hetch  Hetchy  Water  &  Power  Capital  Improvement  Program 

Quarterly  Report  (How) 

f)  Report  on  Recent  SFPUC  Activities,  Events,  and  Announcements 

8.  Flood  Resilience  Programmatic  Strategies  (Discussion  only)  (How) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13fh  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www.sfwater. org/index. asDX?oaae=  167 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 
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CUW286  Long  Term  Monitoring  Permit  Program  (LTMPP)  for  the  Vegetation 
Restoration  of  Water  System  Improvement  Program  (WSIP)  Construction  Sites 
and  the  Bioregional  Habitat  Restoration  program,  as  required  by  federal  and 
state  regulatory  permits  related  to  the  WSIP  projects;  and  (2)  the  approval  of 
an  amending  ordinance  to  increase  by  $12,600,000  the  authorization  for  the 
issuance  of  Water  Enterprise  Revenue  Bonds  and  other  forms  of 
indebtedness  to  finance  the  LTMPP  projects.  (Ritchie) 

Award  Job  Order  Contract  No.  JOC-65R,  General  Engineering  (A  -  License) 
for  a  not-to-exceed  amount  of  $5,000,000  and  with  a  five-year  term,  to  the 

lowest,  qualified,  responsible,  and  responsive  bidder,  Robert  E.  Boyer 
Construction,  Inc.,  to  perform  general  engineering  construction  tasks  for  all 
SFPUC  Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus  and 
Tuolumne  Counties.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2687R, 
Auxiliary  Water  Supply  System  (AWSS)  Pumping  Station  No.  2  Improvements, 
in  the  amount  of  $17,949,125,  to  the  lowest  responsible  and  responsive 
bidder,  Rubecon  Builders,  Inc.,  to  construct  various  structural,  architectural, 
mechanical  and  electrical  system  improvements  at  the  AWSS  Pumping  Station 
No.  2  facility.  (How) 

Adopt  revisions  to  the  Ratepayer  Assurance  Policy  as  a  combination  of  the 
Ratepayer  Assurance  Policy  and  Rates  Policy  of  the  San  Francisco  Public 
Utilities  Commission.  (Sandler) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of 
Understanding  (MOU)  with  the  San  Francisco  Municipal  Transportation 
Agency  to  establish  a  process  to  identify  individual  and  shared  agency 
responsibilities  which  will  allow  the  City  and  County  of  San  Francisco  to  comply 
with  the  California  Air  Resources  Board’s  Low  Carbon  Fuel  Standard  program, 
for  a  term  of  five  years,  with  an  option  to  renew  for  an  additional  five 
years,  for  a  total  MOU  term  of  10  years.  (Hale) 

Approve  the  terms  and  conditions,  and  authorize  the  General  Manager  to 
execute,  a  five-year  lease  to  Bakeworks,  LLC,  a  California  limited  liability 
company,  to  use  a  portion  of  the  lobby  and  portions  of  the  basement  of  525 
Golden  Gate  Avenue,  San  Francisco  as  a  cafe  and  food  preparation  and 
storage  space  for  an  initial  annual  rent  of  $42,900,  with  four  percent  (4%) 
annual  rent  increases.  The  Lease  provides  Bakeworks  with  one  option  to 
extend  the  Lease  term  for  three  additional  years,  for  a  potential  cumulative  total 
term  of  eight  years.  (Carlin) 

Adopt  a  finding  declaring  that  the  improved  property  at  7484  Sheridan 
Road  in  Sunol,  unincorporated  Alameda  County,  California,  is  surplus  to  the 
San  Francisco  Public  Utilities  Commission’s  current  and  future  utility  needs; 
Authorize  the  General  Manager  to  negotiate  and  execute  an  Agreement  to 
sell  the  Property  for  $3,305,000  to  the  Buddhi  Dharma  Lien  Guo  Foundation; 
Authorize  a  request  to  the  Board  of  Supervisors  and  the  Mayor  to  approve  the 
Property  sale,  subject  to  the  terms  of  the  Agreement.  (Carlin) 


Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-634, 
Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  3,  in 
the  amount  of  $6,814,819,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Shaw  Pipeline,  Inc.,  to  replace  the  existing  sewers  and 
street  pavement  on  the  subject  streets  in  the  City  and  County  of  San 
Francisco.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 
purposes  of  California  Environmental  Quality  Act,  pursuant  to  Section 
31 .04(h)  of  the  San  Francisco  Administrative  Code.  (How) 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  an  eight-year  revocable  license  to  4445  Stevenson  Property, 
LLC,  a  California  limited  liability  company,  to  use  approximately  56,533 
square  feet  of  SFPUC  Parcel  No.  121 1  adjacent  to  4445  Stevenson 
Boulevard  in  Fremont,  California,  for  purposes  of  ingress  and  egress  across 
existing  asphalt-paved  parking  areas,  and  maintenance  of  such  parking 
areas  and  existing  landscaping  on  the  Premises.  Licensee  will  pay  an 
annual  use  fee  of  $20,496,  subject  to  four  percent  (4%)  annual  increases. 

(Carlin) 

i)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  seven-year  revocable  license  to  554  San  Antonio  LLC,  to  use 

approximately  12,937  square  feet  of  SFPUC  Parcel  Nos.  222  and  223 
„  adjacent  to  554  San  Antonio  Road  in  Mountain  View,  California,  for  purposes 
1701'  ■  of  ingress  and  egress  across  existing  asphalt-paved  parking  areas,  and 
maintenance  of  such  parking  areas  and  existing  landscaping  on  the 
Premises.  Licensee  will  pay  an  annual  use  fee  of  $58,800,  subject  to  four 
percent  (4%)  annual  increases.  (Carlin) 


9) 

1701^ 

h) 

17  01^ 
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10. 

170194 


Approve  Amendment  No.  1  to  Agreement  No.  CS-375,  Scheduled 
Inspections  and  Maintenance  for  525  Golden  Gate,  with  Tractel,  Inc., 
Swingstage  Division  West,  for  continued  inspections  and  maintenance  on  the 
Tractel  unit  used  for  window  washing  and  exterior  building  repairs;  and 
authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 
agreement  by  $125,000,  for  a  total  not-to-exceed  agreement  amount  of 
$210,000,  and  with  a  time  extension  of  four  years,  for  a  total  agreement 
duration  of  eight  years.  (How) 


17019: 


Authorize  the  General  Manager  to  negotiate  and  execute  Agreement  No.  CS- 
1074  with  Motorola  Solutions  Inc.,  for  the  design  and  installation  of  a  new 
Water  Enterprise  land  mobile  radio  system  in  the  amount  of  $10,906,297,  and 
with  a  duration  of  up  to  nine  years,  two  months,  and  28  days,  subject  to 
Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18;  Approve  a 
supplemental  appropriation  in  the  amount  of  $6,814,850  in  capital  project 
funding,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section 
9.103.  (Sandler) 


12.  Authorize  the  General  Manager  to  request  that  the  Mayor  recommend  to  the 
Board  of  Supervisors:  (1)  the  approval  of  a  supplemental  appropriation 
1701iK  ordinance  in  the  amount  of  $1 2,600,000  for  FY  201 8  implementation  of 


CLOSED  SESSION 


19.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

20.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Action)  (Gessner) 

Unlitiqated  Claim 

Kacey  Christie  v  City  and  County  of  San  Francisco 
JiU  1  City  Attorney  Claim  No.:  17-02281 /Date  Filed  May  31,  2017 
Proposed  Settlement  Amount:  $62,500  with  release  of  claim 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.1 5:  Notice  of  Termination  of  the  1 987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/1 5. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 


25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (Discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 
(Discussion  only)  (Carlin) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

29.  Announcement  following  Closed  Session. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

31.  Other  New  Business.  (Discussion  only) 

32.  Adjournment. 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  Caen,  Vietor,  and  Courtney 
President  Moran  stated  item  17  was  removed  from  calendar. 

3.  Approval  of  the  Minutes  of  August  8,  2017 

On  Motion  to  approve  the  Minutes  of  August  8,  2017 
Ayes:  Moran,  Kwon,  Caen  Vietor,  and  Courtney 

No  public  comment. 

4.  General  Public  Comment 
None. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Water  System  Improvement  Program  Report 

e)  Environmental  Justice  and  Community  Benefits  Policies  Update 
President  Moran  discussed  the  two  policies,  noting  how  the  report  serves  the 
Commission  and  adequately  assesses  performance.  He  indicated  he  would 
like  policy  reviews  during  off-budget  years.  He  stated  performance  measures 
for  the  GM,  as  related  to  apprentice  programs,  are  not  reflected  in  the 
policies  and  need  to  be  added.  He  emphasized  the  volume  of  work  and 
money  that  is  being  spent  on  the  policies  and  is  pleased  with  measurement 
and  oversight.  He  suggested  combining  the  two  policies  into  one  for  ease  of 
tracking. 

Commissioner  Vietor  stated  her  understanding  of  difference  between  the 
policies  and  the  need  for  two  separate  policies.  GM  Kelly  and  David  Gray, 
Equity  and  Inclusion  Manager,  provided  additional  information  regarding  the 
background  and  distinct  purposes  of  the  two  policies. 

Commissioner  Courtney  expressed  concern  about  deliverables  and  would 
like  to  see  a  roster  of  participating  organizations  and  desired  outcomes.  He 
indicated  more  accountability  is  needed. 

GM  Kelly  stated  a  Workforce  Policy  is  being  developed  and  will  help  address 
Commissioner  Courtney’s  concerns. 

President  Moran  clarified  his  comments  about  the  combining  of  the  policies, 
noting  and  that  it  was  merely  a  suggestion.  He  stated  policy  reviews  should 
indicate  if  necessary  resources  are  available  to  achieve  goals. 

f)  Sewer  Inspection  and  Replacement  Program  Update 
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g)  Water  Supply  Conditions  Update 


Public  Comment 
No  public  comment. 

6.  Other  Commission  Business 

Commissioner  Courtney  requested  a  summary  memo  regarding  the  June  30, 
2017  memorandum  from  the  City  Attorney  which  restricts  the  awarding  of 
contracts  and  travel  to  cities  that  have  discriminatory  practices.  General 
Manager  (GM)  stated  he  will  provide  response. 

No  Public  Comment. 

1.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  update  on  the  following:  (1)  Enrollment:  Serving  81,000  sites 
with  a  3.3%  opt-out  rate;  SuperGreen  upgrades  are  at  3.7%;  Currently 
enrolling  5,024  accounts  through  October,  including  net-metering;  Next 
enrollment  period  is  January  2018,  with  117  on  waitlist  and  52%  requesting 
SuperGreen  upgrade;  (2)  Contracting:  Citywide  enrolment  goal  by  July  2019, 
with  supply  procurement  and  financial  support.  Request  For  Offer  (RFO) 
response  was  good  with  78  bids,  short  list  posted  with  44  projects; 

Expansion  consistent  with  growth  plan;  Request  For  Proposal  for  bank  credit 
facilities  with  bid  evaluation  is  taking  place;  and  (3)  Legislative :  Staff  is 
tracking  bills  related  to  CCA’s:  AB726,  AB813;  and  SB100.  Ms.  Hale  thanked 
Emily  Lam,  Policy  and  Government  Affairs  Director,  for  her  work. 

Public  Comment 

•  Mr.  Jed  Holtzman,  350  Bay  Area,  discussed  pending  state  legislation. 

b)  Proposed  FY  2017-18  Capital  Financing  Plan 

Eric  Sandler,  CFO  and  AGM  Business  Services,  reviewed  the  proposed 
FY2017-18  Capital  Financing  Plan:  (1)  Debt  management  and 
administration;  (2)  Summary  of  enterprise  debt  programs;  (3)  Three  types  of 
activities:  (market  opportunities;  administration  of  existing  debt  portfolio;  and 
new  money/credit  needs);  and  (4)  Annual  Capital  Financing  Plan. 

No  Public  Comment. 

c)  FY  2016-17  Year  End  Budgetary  Report 

CFO  Sandler  provided  a  FY  2016-17  Year  End  Budgetary  Report. 

Presenting  the  following  observations:  Water  and  Wastewater  high 
revenues;  Power  and  CleanPowerSF  lower  revenues  as  compared  to 
budget.  He  noted  financial  results  meet  policy  targets  for  coverage  and 
reserves. 

He  reviewed  FY  2017  budget  variances:  Increased  water  sales  revenues 
uses  and  cost  savings  (sources  and  uses);  Increased  wastewater  revenues 
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and  uses  cost  savings  (sources  and  uses);  Reduced  power  sales  revenues 
offset  by  cost  savings  (sources  and  uses);  and  CleanPowerSF  sales 
revenues  below  budget  offset  by  uses  cost  savings  (sources  and  uses).  He 
concluded  by  noting  key  financial  ratios. 

No  Public  Comment. 

d)  Budget  Kick-Off  Update 

CFO  Sandler  discussed  the  development  of  the  FY-2018-19  and  FY-2019-20 
budget  cycle:  (1)  Prior  budget  development  cycle;  (2)  Deliverables  for 
upcoming  cycle;  (3)  Budget  schedule;  (4)  Budget  context  (external 
considerations:  economic  and  political  considerations  and  regulatory 
challenges);  (5)  Budget  context  (internal  considerations:  2020  Strategic  Plan, 
Commission  policies,  and  key  organizational  challenges);  and  budget 
process  goals. 

President  Moran  stated  regulatory  challenges  are  severe  and  hard  to  predict. 
He  expressed  concern  with  challenges  associated  with  to  power-related 
activities.  He  indicated  the  need  for  intensive  thought  and  urgency  with 
assets,  and  expressed  the  need  for  overall  risk  management  activities. 

No  Public  Comment. 

e)  Hetch  Hetchv  Water  &  Power  Capital  Improvement  Program  (CIP)  Quarterly 

Report 

Kathy  How,  AGM  Infrastructure,  Provided  the  Hetch  Hetchy  Water  &  Power 
CIP  quarterly  report,  beginning  with  Mountain  Tunnel  Highlights:  (1) 
Inspection  and  repairs;  (2)  Adit  and  access;  and  (3)  Alternatives.  She  then 
touched  on  the  Cherry  Dam  outlet  works  rehabilitation;  Warnerville 
Substation  rehabilitation  (design/build  contract  awarded);  Moccasin  Penstock 
(final  design  completed  and  reviewed);  Kirkwood  Penstock  (construction 
contract  awarded  May  9,  2017);  and  Moccasin  facilities  new  construction 
(50%  complete). 

No  Public  Comment. 

f)  Report  on  Recent  SFPUC  Activities.  Events,  and  Announcements 

None. 

8.  Flood  Resilience  Programmatic  Strategies 

GM  Kelly  introduced  the  presentation  intended  to  outline  non-engineering 
possibilities  to  address  flooding  issues. 

Stefani  Harrison,  Project  Manager,  began  with  a  brief  discussion  of 
programmatic  strategies  (non-capital)  and  moved  onto  a  review  of  core  flooding 
in  various  design  storms  (deep  and  contiguous)  for  five,  25  and  100-year  design 
storms.  She  touched  on  how  capital  projects  are  addressed  with  risk  for  very 
high,  high,  medium,  and  low  risk  of  property  damage. 
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Ms.  Harrison  continued  her  presentation  with  discussion  of:  (1)  History  of  the 
collection  system  design  from  the  1840’s  through  2016;  (2)  Review  of  the 
SFPUC’s  Level  of  Service  (LOS)  Goal  for  stormwater  management;  and  (3) 
Flood  Resilience  Study:  Policy  Alternates  and  Ratepayer  Impacts. 

She  discussed  capital  projects  vs.  programmatic  strategies:  SFPUC’s 
responsibility  /LOS  (funded  by  SFPUC  wastewater  rates);  and  proposed  City 
programmatic  strategies  (various  funding  sources). 

Ms.  Harrison  responded  to  a  question  from  Commissioner  Vietor  regarding 
areas  with  greatest  flood  risk  during  five,  25  and  100-year  storms. 

Ms.  Harrison  discussed  programmatic  strategies  for  flood  resilience:  Core  Flood 
Risk  Area  (25-year  storm): 

(1)  Grant  assistance  for  property  owners  (four  broad  project  areas):  plumbing 
modifications;  dry  flood  proofing;  wet  flood  proofing;  and  elevate  structure. 
She  offered  an  example  of  the  eligibility  process  for  grant  assistance. 

(2)  Mandatory  requirements  for  flood  resilience  over  time:  Building  Code 
modifications;  and  other  City  permit  process. 

(3)  Repurpose  land  use:  Repurposed  for  stormwater  management;  repurpose 
for  park;  and  repurpose  for  housing/mixed  use. 

Ms.  Harrison  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
proposed  building  code  modifications;  Grant  assistance  program  guidelines, 
including  if  there  will  be  approved  vendors;  and  budget  implications.  GM  Kelly 
provided  additional  comments.  Brief  discussion  ensued. 

Ms.  Harrison  continued  with  a  discussion  of  programmatic  strategies  for  flood 
resilience:  Core  Flood  Risk  Area  (100-year  storm): 

(1)  Mandatory  requirement:  Disclosure  at  point-of-sale. 

Ms.  Harrison  discussed  programmatic  strategies  for  flood  resilience:  (Citywide): 
(1)  Mandatory  requirements:  Backwater  valve  installation;  and  sewer  lateral 
inspection/repair. 

Ms.  Harrison  concluded  with  a  review  of  next  steps:  Implementation  of  plan 
development;  (2)  On-going  coordination  with  departments;  (3)  Outreach  to 
community  groups;  (4)  Board  committee  hearing;  and  (5)  Strive  to  have 
plumbing  modifications  and  dry  flood  proofing  available  to  property  owners  by 
the  end  of  the  calendar  year. 

President  Moran  stated  the  discussion  needs  to  get  beyond  LOS  and  into 
resiliency  and  mitigation. 

Commissioner  Vietor  urged  speed  in  conversations  with  the  community  and  City 
family. 

No  public  comment. 
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The  Commission  Secretary  read  the  Consent  Calendar  summary. 

9.  Consent  Calendar 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-229D,  Specialized  and 

Technical  Services.  Water  Enterprise,  with  MWH-Lee,  Inc.,  Joint  Venture,  to 

provide  continued  assistance  with  specialized  and  technical  services  to  the 

Water  Enterprise;  and  authorize  the  General  Manager  to  execute  this 

amendment,  extending  the  term  by  one  year  and  six  months,  for  a  total 

agreement  duration  of  six  years,  six  months,  with  no  change  to  the 

agreement  amount.  (Resolution  17-0185) 

b)  Award  Job  Order  Contract  No.  JOC-71R,  Electrical  (C-10  License). 
Governor  &  Exciter  Systems  for  Hydroelectric  Powerhouses.  San  Joaguin, 

Stanislaus  and  Tuolumne  Counties,  Hetch  Hetchy,  for  a  not-to-exceed 

amount  of  $5,000,000  to  the  lowest.  Qualified,  responsible  and  responsive 

bidder.  Big  Valiev  Electric,  to  place,  install,  erect  or  connect  any  specialty 

high-voltage  electrical  work  for  Hetch  Hetchy  Operations.  (Resolution  17- 


c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2713, 

48-inch  Diameter  Water  Main  Replacement  on  Putnam  Street  from  Peralta 

Avenue  to  Cortland  Avenue,  in  the  amount  of  $4,822,675,  to  the  lowest. 

Qualified,  responsible  and  responsive  bidder,  Anvil  Builders  Inc.  This  action 

constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  California 

Environmental  Quality  Act,  pursuant  to  Section  31.04  (h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  17-0187) 

d)  Approve  Modification  No.  1  to  Contract  No,  WD-2737,  12-Inch  Ductile  Iron 

Water  Main  Replacement  on  6th  Street  from  Market  to  Howard  streets  and 

on  Taylor  Street  from  Market  to  Pine  streets,  with  M  Sguared  Construction, 

Inc.,  increasing  contract  amount  by  $172,204,  for  a  revised  total  contract 

amount  of  $4,356,929,  and  extending  the  contract  duration  by  203 
consecutive  calendar  days,  for  a  total  contract  duration  of  594  consecutive 

calendar  days.  (Resolution  17-0188) 

e)  Approve  an  extension  to  the  construction  contract  duration  contingency  up 

to  130  consecutive  calendar  days,  for  Contract  No.  WD-2760,  12-Inch  and 

8-Inch  Ductile  Iron  Water  Main  Replacement,  Sewer  Replacement  and 

Pavement  Renovation  on  Waller  Street  and  Various  Side  Streets,  with  M. 

Hernandez  Construction,  Inc.;  and  authorize  the  General  Manager  to 

approve  future  modifications  to  this  contract  for  a  total  revised  contract 

duration  of  up  to  505  consecutive  calendar  day,  with  no  change  to  the 

contract  cost.  (Resolution  17-0189) 

f)  Approve  an  increase  in  the  construction  duration  contingency  up  to  164 

consecutive  calendar  days,  for  Contract  No,  WW-622,  Haight- 
Ashbury/Tenderloin/Diamond  Heights  Districts  Sewer  Replacement  and 

Pavement  Renovation;  and  authorize  the  General  Manager  or  his  designee 

to  approve  future  modifications  to  the  contract  for  a  total  revised  contract 
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duration  up  to  560  consecutive  calendar  days,  with  no  change  to  the 

contract  cost.  (Resolution  17-0190) 

g)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-634, 

Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  3,  in 

the  amount  of  $6,814,819.  to  the  lowest,  qualified,  responsible  and 

responsive  bidder.  Shaw  Pipeline.  Inc.,  to  replace  the  existing  sewers  and 

street  pavement  on  the  subject  streets  in  the  City  and  County  of  San 

Francisco.  This  action  constitutes  the  Approval  Action  for  the  project  for  the 

purposes  of  California  Environmental  Quality  Act,  pursuant  to  Section 

31.04(h)  of  the  San  Francisco  Administrative  Code.  (Resolution  17-0191) 

h)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  an  eight-year  revocable  license  to  4445  Stevenson  Property,  LLC, 

a  California  limited  liability  company,  to  use  approximately  56,533  square 

feet  of  SFPUC  Parcel  No.  121 1  adjacent  to  4445  Stevenson  Boulevard  in 

Fremont.  California,  for  purposes  of  ingress  and  egress  across  existing 

asphalt-paved  parking  areas,  and  maintenance  of  such  parking  areas  and 

existing  landscaping  on  the  Premises.  Licensee  will  pay  an  annual  use  fee 

of  $20,496,  subject  to  four  percent  annual  increases.  (Resolution  17-0192) 

i)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  seven-year  revocable  license  to  554  San  Antonio  LLC,  to  use 

approximately  12,937  sguare  feet  of  SFPUC  Parcel  Nos.  222  and  223 

adjacent  to  554  San  Antonio  Road  in  Mountain  View.  California,  for  purposes 

of  ingress  and  egress  across  existing  asphalt-paved  parking  areas,  and 

maintenance  of  such  parking  areas  and  existing  landscaping  on  the 

Premises.  Licensee  will  pay  an  annual  use  fee  of  $58,800,  subject  to  four 

percent  annual  increases.  (Resolution  17-0193) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Kwon,  Caen  Vietor,  and  Courtney 

No  public  comment. 

10.  Approve  Amendment  No.  1  to  Agreement  No.  CS-375,  Scheduled  Inspections 

and  Maintenance  for  525  Golden  Gate,  with  Tractel,  Inc.,  Swingstage  Division 

West,  for  continued  inspections  and  maintenance  on  the  Tractel  unit  used  for 

window  washing  and  exterior  building  repairs:  and  authorize  the  General 

Manager  to  execute  this  amendment,  increasing  the  agreement  by  $125,000, 

for  a  total  not-to-exceed  agreement  amount  of  $210,000,  and  with  a  time 

extension  of  four  years,  for  a  total  agreement  duration  of  eight  years. 

(Resolution  17-0194) 

On  Motion  to  approve  item  10: 

Ayes:  Moran,  Kwon,  Caen  Vietor,  and  Courtney 

No  public  comment. 
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Authorize  the  General  Manager  to  negotiate  and  execute  Agreement  No.  CS- 

1074  with  Motorola  Solutions  Inc.,  for  the  design  and  installation  of  a  new 

Water  Enterprise  land  mobile  radio  system  in  the  amount  of  $10,906,297,  and 

with  a  duration  of  up  to  nine  years,  two  months,  and  28  days,  subject  to  Board 

of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18;  Approve  a 

supplemental  appropriation  in  the  amount  of  $6,814,850  in  capital  project 

funding,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section 

9,103,  (Resolution  17-0195) 

On  Motion  to  approve  item  11: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

12.  Authorize  the  General  Manager  to  request  that  the  Mayor  recommend  to  the 

Board  of  Supervisors:  (1 )  the  approval  of  a  supplemental  appropriation 

ordinance  in  the  amount  of  $12,600,000  for  FY  2018  implementation  of 

CUW286  Long  Term  Monitoring  Permit  Program  (LTMPP)  for  the  Vegetation 

Restoration  of  Water  System  Improvement  Program  (WSIP)  Construction  Sites 

and  the  Bioreqional  Habitat  Restoration  program,  as  required  by  federal  and 

state  regulatory  permits  related  to  the  WSIP  projects;  and  (2)  the  approval  of  an 

amending  ordinance  to  increase  by  $12,600,000  the  authorization  for  the 

issuance  of  Water  Enterprise  Revenue  Bonds  and  other  forms  of 

indebtedness  to  finance  the  LTMPP  projects,  (Resolution  17-0196) 

Steve  Ritchie,  AGM  Water,  stated  the  item  corrects  an  error  that  occurred  in  the 
budget  process  and  is  necessary  for  completion  of  the  WSIP  mitigation 
process. 

On  Motion  to  approve  item  12: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

13.  Award  Job  Order  Contract  No.  JOC-65R,  General  Engineering  (A  -  License)  for 

a  not-to-exceed  amount  of  $5,000,000  and  with  a  five-year  term,  to  the  lowest, 

qualified,  responsible,  and  responsive  bidder.  Robert  E.  Boyer  Construction, 

Inc.,  to  perform  general  engineering  construction  tasks  for  all  SFPUC 
Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus  and  Tuolumne 

Counties. 

Commissioner  Courtney  requested  that  this  item  be  removed  until  he  can  get 
additional  information  on  the  bid  process.  President  Moran  approved  and  stated 
the  item  will  be  rescheduled. 

14.  Approve  the  plans  and  specifications,  and  award  Contract  WD-2687R,  Auxiliary 

Water  Supply  System  (AWSS)  Pumping  Station  No.  2  Improvements,  in  the 

amount  of  $17,949,125,  to  the  lowest  responsible  and  responsive  bidder. 

Rubecon  Builders.  Inc.,  to  construct  various  structural,  architectural, 
mechanical  and  electrical  system  improvements  at  the  AWSS  Pumping  Station 

No.  2  facility,  (Resolution  17-0197) 
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On  Motion  to  approve  item  1 4: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

15.  Adopt  revisions  to  the  Ratepayer  Assurance  Policy  as  a  combination  of  the 

Ratepayer  Assurance  Policy  and  Rates  Policy  of  the  San  Francisco  Public 

Utilities  Commission.  (Resolution  17-0198) 

CFO  Sander  presented  on  the  Rates  and  Ratepayer  Assurance  Policies, 
beginning  with  a  timeline  of  policy  review.  He  discussed  the  background  and 
goals  of  the  Rates  Policy  (approved  February  2012),  and  the  Ratepayer 
Assurance  Policy  (approved  October  2012),  noting  much  review  has  occurred 
as  to  the  effectiveness  of  the  policies. 

Mr.  Sandler  introduced  and  reviewed  proposed  revisions  to  the  policies:  (1) 
Combine  both  policies  into  one  Ratepayer  Assurance  Policy  with  three 
sections:  (i)  Prudent  use  of  ratepayer  funds;  (ii)  Establishment  of  rates  and 
charges;  and  (Hi)  Transparency. 

On  Motion  to  approve  item  15: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

16.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

(MOU)  with  the  San  Francisco  Municipal  Transportation  Agency  to  establish  a 

process  to  identify  individual  and  shared  agency  responsibilities  which  will  allow 

the  City  and  County  of  San  Francisco  to  comply  with  the  California  Air 

Resources  Board’s  Low  Carbon  Fuel  Standard  program,  for  a  term  of  five 

years,  with  an  option  to  renew  for  an  additional  five  years,  for  a  total  MOU  term 

of  10  years,  (Resolution  17-0199) 

On  Motion  to  approve  item  16: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

President  Moran  stated  item  17  was  removed  from  calendar  and  will  be 
rescheduled. 

17.  Approve  the  terms  and  conditions,  and  authorize  the  General  Manager  to 
execute,  a  five-year  lease  to  Bakeworks,  LLC,  a  California  limited  liability 
company,  to  use  a  portion  of  the  lobby  and  portions  of  the  basement  of  525 
Golden  Gate  Avenue,  San  Francisco  as  a  cafe  and  food  preparation  and 
storage  space  for  an  initial  annual  rent  of  $42,900,  with  four  percent  (4%) 
annual  rent  increases.  The  Lease  provides  Bakeworks  with  one  option  to 
extend  the  Lease  term  for  three  additional  years,  for  a  potential  cumulative  total 
term  of  eight  years.  
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18. 


Adopt  a  finding  declaring  that  the  improved  property  at  7484  Sheridan  Road  in 

Sunol,  unincorporated  Alameda  County,  California,  is  surplus  to  the  San 

Francisco  Public  Utilities  Commission’s  current  and  future  utility  needs; 

Authorize  the  General  Manager  to  negotiate  and  execute  an  Agreement  to  sell 

the  Property  for  $3,305,000  to  the  Buddhi  Pharma  Lien  Guo  Foundation; 

Authorize  a  request  to  the  Board  of  Supervisors  and  the  Mayor  to  approve  the 

Property  sale,  subject  to  the  terms  of  the  Agreement.  (Resolution  17-0200) 

On  Motion  to  approve  item  18: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 

No  public  comment. 

The  Commission  Secretary  read  Closed  Session  items  21  through  27,  and 
stated  item  28  would  not  be  heard. 

19.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

None. 

20.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Moran,  Kwon,  Caen,  Vietor  and  Courtney 
The  Commission  entered  Closed  Session  at  3:43  PM. 

Commissioner  Vietor  departed  the  room  at  3:43  PM. 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2) 

Unlitiqated  Claim 

Kacev  Christie  v  City  and  County  of  San  Francisco 

City  Attorney  Claim  No.:  17-02281/Date  Filed  May  31, 2017 

Proposed  Settlement  Amount:  $62,500  with  release  of  claim 

(Resolution  17-0201) 

Commissioner  Vietor  returned  to  the  room  at  3:47  PM. 

Commissioner  Kwon  was  excused  from  the  meeting  at  3:51  PM. 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 
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Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 

Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 

effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23.  2014 


23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.1 5:  Notice  of  Termination  of  The  CCSF  Facilities 

Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23.  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-705-000/Date  Filed:  December  23.  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

5205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 

Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 

Case  No.:  ER1 5-704-000/Date  Filed:  December  23.  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23.  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
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Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act- 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 


28.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  4:13  PM. 

29.  Announcement  following  Closed  Session. 

President  Moran  announced  that  a  settlement  was  reached  on  item  21  and  no 
other  action  was  taken. 

30.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

On  Motion  not  to  disclose: 

Ayes:  Moran,  Caen,  Vietor  and  Courtney 

31 .  Other  New  Business 
None. 

32.  Adjournment 

President  Moran  adjourned  the  meeting  at  4:15  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0185 


WHEREAS,  On  August  28,  2012,  this  Commission  awarded  Agreement  No.  CS-229D, 
Specialized  and  Technical  Services,  Water  Enterprise,  and  authorized  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional 
services  agreement  in  the  amount  of  $4,000,000  and  with  a  term  of  five  years,  concluding  on 
October  15,  2017,  with  MWH-Lee,  Inc.  Joint  Venture;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  by  one 
year  and  six  months,  to  April  15,  2019,  with  no  change  to  the  agreement  amount,  in  order  to 
complete  cost  estimating  and  analysis  services  for  the  installation  of  new  water  services;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  established  a  subconsulting 
goal  of  15%  Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be 
provided)  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Water  Enterprise  operating  and 
capital  budgets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-229D,  Specialized  and  Technical  Services,  Water  Enterprise,  with  MWH-Lee,  Inc.  Joint 
Venture  in  order  to  provide  continued  assistance  with  specialized  and  technical  services  to  the 
Water  Enterprise,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment, 
extending  the  agreement  term  by  one  year  and  six  months,  for  a  total  agreement  duration  of  six 
years  and  six  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0186 


WHEREAS,  Job  Order  Contract  No.  JOC-71R,  Electrical  (C-10  License),  Governor  & 
Exciter  Systems  for  Hydroelectric  Powerhouses  in  Hetch  Hetchy,  was  advertised  on  June  7, 
2017;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  electrical  work  for  San  Francisco 
Public  Utilities  Commission  (SFPUC)  Enterprise  Operations  in  San  Joaquin,  Stanislaus,  and 
Tuolumne  Counties;  and 

WHEREAS,  The  contract  duration  is  five  (5)  years  in  which  no  new  task  orders  may  be 
awarded  under  this  contract  after  four  (4)  years  from  the  date  the  contract  is  certified;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  Job  Order  Contract  No.  JOC-71R 
(JOC)  for  work  to  be  performed  under  future  task  orders  which  will  identify  the  scope  of  work, 
cost  and  duration  of  various  discrete  construction  activities;  and 

WHEREAS,  No  task  order  will  be  issued  under  this  contract  until,  if  required,  the 
appropriate  California  Environmental  Quality  Act  (CEQA)  document  has  been  prepared, 
reviewed  and  considered;  and 

WHEREAS,  The  work  under  this  JOC  has  been  competitively  put  out  to  bid  per  unit 
price  and  the  basis  of  selecting  a  contractor  is  the  lowest  responsible,  responsive  bidder  for  the 
work  under  these  subsequent  task  orders;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  June  26,  2017;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  reviewed  the  bids 
for  qualifications,  responsibility,  and  responsiveness,  and  this  review  resulted  in  the  selection  of 
Big  Valley  Electric  as  the  lowest,  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Big  Valley  Electric  was  1.5235;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  10%  for  this  contract,  and  the  contractor  committed  to  an  LBE  subcontracting 
participation  of  10%  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  the  SFPUC  awarding  the 
contract  to  the  next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 


WHEREAS,  Funding  will  be  available  from  Hetch  Hetchy  Operations  when  task  orders 
are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  JOC  No.  JOC-71R,  Electrical  (C-10 
License)  for  a  not-to-exceed  amount  of  $5,000,000  with  minimum  guaranteed  amount  of 
$50,000  to  the  lowest,  qualified,  responsible,  and  responsive  bidder.  Big  Valley  Electric. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0187 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  advertised  Water 
Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No.  WD-2713,  48- 
inch  Diameter  Water  Main  Replacement  on  Putnam  Street  from  Peralta  Street  to  Cortland 
Avenue  on  April  28,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $3,800,000  for  this  construction  contract  work 
that  includes,  but  is  not  limited  to,  the  removal  of  1,315  feet  of  existing  42-inch  and  44-inch  steel 
pipe;  installation  of  1,500  feet  of  36-inch  and  48-inch  welded  steel  pipeline;  installation  of  1,800 
feet  of  8-inch  ductile  iron  pipe;  installation  of  cathodic  protection  systems  and  pavement 
restoration  associated  with  the  work; 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  On  June  13,  2016  the  Planning  Department  determined  that  the  Project  is 
statutorily  exempt  from  environmental  review  under  Public  Resources  Code  Section  21080.21; 
and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  July  13,  2017;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Anvil  Builders,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive 
bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE 
participation  of  20.5%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR04  WD-2713,  48-Inch 
Diameter  Water  Main  Replacement  on  Putnam  Street  from  Peralta  Avenue  to  Cortland  Avenue; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program  funded  Contract  No. 
WD-2713,  48-inch  Diameter  Water  Main  Replacement  on  Putnam  Street  from  Peralta  Avenue  to 
Cortland  Avenue,  in  the  amount  of  $4,822,675,  for  a  duration  of  365  consecutive  calendar  days, 
to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Anvil  Builders  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


YL- 


ecretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0188 


WHEREAS,  On  January  12,  2016,  by  Resolution  No.  16-0004,  this  Commission 
approved  the  award  of  Water  Enterprise  Local  Conveyance/Distribution  System  Program  funded 
Contract  No.  WD-2737,  12-Inch  Ductile  Iron  Water  Main  Replacement  on  6th  Street  from 
Market  to  Howard  streets  and  on  Taylor  Street  from  Market  to  Pine  streets,  to  M  Squared 
Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  April  8,  2016; 
and 


WHEREAS,  The  original  contract  amount  was  $4,184,725  and  the  original  contract 
duration  was  391  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  require  that  any  cumulative 
extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the  Commission;  and 

WHEREAS,  Modification  No.  1  would  increase  the  contract  amount  by  $172,204, 
thereby  increasing  the  total  contract  amount  to  $4,356,929.  This  increase  will  address  costs 
associated  with  additional  materials,  contractor  support  for  San  Francisco  Water  Department 
connection  activities;  San  Francisco  Municipal  Transit  Agency  support;  curb  ramp  design;  traffic 
control;  additional  pipeline  installation  work  on  Texas  Street,  at  the  intersection  of  Sutter  and 
Mason  streets,  and  at  the  intersection  of  Golden  Gate  and  Taylor  streets;  and  deletion  of  unused 
bid  quantities  associated  with  excavation  and  installation  of  12-inch  ductile  iron  pipe.  This 
modification  would  also  extend  the  contract  duration  by  203  consecutive  calendar  days,  for  a 
total  contract  duration  of  594  consecutive  calendar  days.  This  extension  is  necessary  because  of 
delays  associated  with  unforeseen  field  conditions  and  because  extra  time  is  required  to  complete 
additional  water  work  at  four  locations:  on  Texas  Street;  at  the  Sutter  and  Mason  streets 
intersection;  at  the  Golden  Gate  Ave  and  Taylor  streets  intersection;  and  at  the  Bush  and  Taylor 
streets  intersection;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  requirement  of  20%  for  this  contract,  and  M  Squared  Construction,  Inc. 
committed  to  a  LBE  participation  rate  of  20.74%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR49,  WD-2737  6th 
St/Market/  Howard/Taylor  St;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Water 
Enterprise  Local  Conveyance/Distribution  System  Program  funded  Contract  No.  WD-2737,  12- 
Inch  Ductile  Iron  Water  Main  Replacement  on  6th  Street  from  Market  to  Howard  streets  and  on 
Taylor  Street  from  Market  to  Pine  streets,  to  M  Squared  Construction,  Inc.,  increasing  the 
contract  by  $172,204,  for  a  total  revised  contract  amount  of  $4,356,929,  with  a  time  extension  of 
203  consecutive  calendar  days  for  a  total  revised  contract  duration  of  594  consecutive  calendar 
days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


ecretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0189 


WHEREAS,  On  June  28,  2016,  per  Resolution  No.  16-0125,  this  Commission  approved 
the  award  of  Water  Enterprise  Local  Conveyance/Distribution  System  Program  funded  Contract 
No  WD-2760,  12-Inch  and  8-Inch  Ductile  Iron  Water  Main  Replacement,  Sewer  Replacement 
and  Pavement  Renovation  on  Waller  Street  and  Various  Side  Streets,  to  M.  Hernandez 
Construction,  Inc.  (dba  Hernandez  Engineering);  and 

WHEREAS,  The  construction  contract  Notice-to- Proceed  date  was  set  for  September  26, 
2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,822,740  and  the  original  contract 
duration  was  345  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  on  August  21,  2017  as  a  non-compensable 
time  extension  of  30  consecutive  calendar  days  for  a  total  contract  duration  of  375  consecutive 
calendar  days  to  allow  the  contractor  to  continue  providing  support  for  SFWD  service  change 
overs  and  main  connections  while  the  contractor  also  works  extended  hours  to  complete  Sewer 
Installation;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  require  that  any  cumulative 
extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the  Commission;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  of  up  to  130  consecutive 
calendar  days,  with  no  change  to  the  contract  cost,  is  being  requested  to  account  for  delays 
associated  with  permits,  work  sequencing,  weather,  and  labor  shortages,  subject  to  the  General 
Manager’s  subsequent  authorization  of  modifications,  if  appropriate; 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  20%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  20.445%  with  its  bid  submittal; 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR65,  12-Inch  and  8-Inch 
Ductile  Iron  Water  Main  Replacement,  Sewer  Replacement  and  Pavement  Renovation  on  Waller 
Street  and  Various  Side  Streets;  and  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  existing  contract 
duration  contingency  up  to  130  consecutive  calendar  days  for  Water  Enterprise  Local 
Conveyance/Distribution  System  Program  funded  Contract  No  WD-2760  with  Sierra  Mountain 
Construction,  Inc.,  for  a  total  contract  duration  of  up  to  505  consecutive  calendar  days;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  of  up  to  505  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0190 


WHEREAS,  On  June  14,  2016,  per  Resolution  No.  16-0114,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  and  Public 
Works  (PW)  Pavement  Renovation  Program- funded  Contract  No.  WW-622,  Haight- 
Ashbury/Tenderloin/Diamond  Heights  Districts  Sewer  Replacement  and  Pavement  Renovation, 
to  M.  Hernandez  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  September  6,  2016; 
and 

WHEREAS,  The  original  contract  amount  was  for  $4,286,775  and  the  original  contract 
duration  was  360  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  Change  orders  approved  to  date  for  this  construction  contract  amount  to 
($39,000);  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  in  the  amount  of  164 
consecutive  calendar  days  is  requested  in  anticipation  of  a  potential  change  order  to  account  for 
inclement  weather  and  labor  availability  shortage,  subject  to  the  General  Manager’s  subsequent 
authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  participation  goal  of  20%  for  this  construction  contract,  and  the  contractor 
committed  to  a  LBE  participation  of  20.42%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  SFPUC  WWE  R&R  Project  No. 
CWWRNRCSD7,  Haight-Ashbury/Tenderloin/Diamond  Heights  Districts  Sewer  Replacement 
and  PW  Project  No.  CPWTRN1963,  Haight-Ashbury/  Tenderloin/Diamond  Heights  Districts 
Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  construction 
contract  duration  contingency  in  the  amount  of  164  consecutive  calendar  days  for  WWE,  R&R 
and  PW  Pavement  Renovation  Program  funded  Contract  No.  WW-622,  Haight- 
Ashbury/Tenderloin/Diamond  Heights  Districts  Sewer  Replacement  and  Pavement  Renovation, 
with  M.  Hernandez  Construction,  Inc.;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC,  or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  the 
contract  duration  up  to  560  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0191 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program 
and  Public  Works  (PW)  Street  Resurfacing  and  Curb  Ramp  Programs  funded  Contract  No.  WW- 
634,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  3  was  advertised  on 
June  14,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $6,95 1,929  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  on  the  subject  streets  in  the  City  and  County  of 
San  Francisco;  and 

WHEREAS,  The  contract  duration  is  490  consecutive  calendar  days  (approximately  16 
months);  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  August  3,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting  goal  of 
20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of  20.03%  with  its  bid 
submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  Planning  Department  determined  that  this  project  is  categorically 
exempt  from  California  Environmental  Quality  Act  (CEQA)  Section  15302.  Class  2 
(Replacement  or  Reconstruction);  and 

WHEREAS,  Funds  are  available  from  SFPUC  WWE  R&R  Project  No.  10015675, 
Various  Locations  Sewer  Replacement  No.  3,  and  PW  Project  Nos.  10031852,  Various 
Locations  No.  3  Infrastructure  Improvements,  and  10032062,  Transition  Plan  Curb  Ramps  FY 
16-17;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program  and  PW  Street  Resurfacing  and  Curb  Ramp  Programs  funded 
Contract  No.  WW-634,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation  No.  3, 
in  the  amount  of  $6,814,819,  for  a  duration  of  490  consecutive  calendar  days,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0192 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
commonly  known  as  SFPUC  Parcel  No.  1211  adjacent  to  4445  Stevenson  Boulevard  in  Fremont, 
California  (Premises);  and 

WHEREAS,  4445  Stevenson  Property,  LLC  (Licensee)  desires  to  obtain  a  license 
(License)  to  use  the  area  for  ingress  and  egress  across  existing  asphalt-paved  parking  areas,  and 
maintenance  of  such  parking  areas  and  existing  landscaping  on  the  Premises;  and 

WHEREAS,  The  SFPUC  desires  to  issue  the  License  at  an  annual  rental  rate  of  $20,496, 
subject  to  four  percent  (4%)  annual  rent  increases;  and 

WHEREAS,  A  SFPUC  staff  appraisal  determined  that  Licensee’s  proposed  annual  rental 
rate  of  $20,496  is  at  or  above  the  fair  market  rental  rate;  and 

WHEREAS,  This  license  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no 
physical  change  in  the  environment;now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0193 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
commonly  known  as  SFPUC  Parcel  Nos.  222  and  223  adjacent  to  554  San  Antonio  Road  in 
Mountain  View,  California  (Premises);  and 

WHEREAS,  554  San  Antonio  LLC  (Licensee)  desires  to  obtain  a  seven-year  license 
(License)  to  use  the  Premises  for  ingress  and  egress  across  existing  asphalt-paved  parking  areas, 
and  maintenance  of  such  parking  areas  and  existing  landscaping  on  the  Premises;  and 

WHEREAS,  The  SFPUC  desires  to  issue  the  License  at  an  annual  rental  rate  of  $58,800, 
subject  to  four  percent  annual  rent  increases;  and 

WHEREAS,  A  SFPUC  staff  appraisal  determined  that  SFPUC’s  proposed  annual  rental 
rate  of  $58,800  is  at  or  above  the  fair  market  rental  rate;  and 

WHEREAS,  This  license  does  not  constitute  a  project  under  California  Environmental 
Quality  Act  (CEQA)  Section  15378  because  there  would  be  no  physical  change  in  the 
environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves,  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0194 


WHEREAS,  Pursuant  to  Resolution  No.  09-0017,  this  Commission  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a 
professional  services  agreement,  Agreement  No.  CS-375,  Scheduled  Inspections  and 
Maintenance  for  525  Golden  Gate  with  Tractel,  Inc.,  Swingstage  Division  West,  for  an  amount 
of  $85,000  and  with  a  term  of  four  years,  concluding  on  December  31,  2017,  in  order  to  provide 
continued  inspections  and  maintenance  on  the  Tractel  unit  used  for  window  washing  and  exterior 
building  repairs  to  the  SFPUC  headquarters  building  at  525  Golden  Gate  Avenue;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $125,000  and  with  a  time 
extension  of  four  years,  increasing  the  total  not-to-exceed  agreement  amount  to  $210,000  and  the 
total  agreement  duration  to  eight  years,  in  order  to  provide  continued  inspections  and 
maintenance  on  the  Tractel  unit,  as  well  as  emergency  repairs,  and  training  for  all  persons 
utilizing  the  Tractel  unit;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  (CMD)  Local  Business  Enterprise  sub-consulting  requirements 
have  been  waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  Project  PUW514- 
525  GG  O&M;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-375,  Scheduled  Inspections  and  Maintenance  for  525  Golden  Gate  with  Tractel,  Inc., 
Swingstage  Division  West,  for  continued  inspections  and  maintenance,  emergency  repairs,  and 
training  on  the  Tractel  unit,  and  authorizes  the  General  Manager  of  the  SFPUC  execute  this 
amendment  increasing  the  agreement  by  $125,000,  for  a  total  not-to-exceed  agreement  amount 
of  $210,000,  and  with  a  time  extension  of  four  years,  for  a  total  agreement  duration  of  eight 
years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0195 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission’s  (“SFPUC”)  Wastewater 
Enterprise,  Power  Enterprise,  Customer  Service  Bureau,  and  City  Distribution  Division’s 
Auxiliary  Water  Supply  System  currently  use  a  Motorola  700/800  MHz  standard  public  safety 
radio  system  operated  by  the  Department  of  Emergency  Management  (“DEM”)  while  the 
SFPUC’ s  Water  Enterprise  uses  a  low-frequency  radio  system  that  spans  seven  counties  but 
offers  incomplete  system  hardware,  incomplete  coverage,  lacks  many  features  needed  in  today’s 
utility  business,  and  is  end-of-life;  and 

WHEREAS,  In  January  2017,  SFPUC’s  Information  Technology  Services  (“IT 
Services”)  issued  a  Request  for  Proposal  (“RFP”)  to  find  a  qualified  Proposer  to  replace  the 
Water  Enterprise’s  low-frequency  radio  system  with  a  solution  that  best  meets  the  coverage  and 
feature  requirements  outlined  in  the  RFP;  and 

WHEREAS,  The  SFPUC  received  proposals  from  Metro  Mobile  Communications,  Crystal 
Communications  and  Motorola  Solutions;  and 

WHEREAS,  The  proposals  were  evaluated  by  the  Contract  Monitoring  Division  (“CMD”) 
and  Subject  Matter  Experts  consisting  of  City  employees  from  SFPUC  IT  Services,  SFPUC 
Hetch  Hetchy  Water  and  the  Department  of  Technology;  and 

WHEREAS,  The  Motorola  700/800  MHz  standard  public  safety  radio  system  proposed  by 
Motorola  Solutions  received  the  highest  number  of  points,  was  ranked  number  1  and  approved 
for  selection  by  CMD;  and 

WHEREAS,  The  SFPUC  now  wishes  to  enter  into  Agreement  No.  CS-1074  (“Agreement”) 
with  Motorola  Solutions  for  the  purchase,  installation  and  maintenance  of  a  new  Water 
Enterprise  land  mobile  radio  system  subject  to  approval  by  the  Board  of  Supervisors  pursuant  to 
Section  9. 1 18  of  the  City  and  County  of  San  Francisco’s  Charter; 

WHEREAS,  The  Agreement  is  anticipated  to  begin  on  December  1,  2017  and  end  on 
February  28,  2027  for  a  duration  of  nine  years,  two  months,  28  days;  and 

WHEREAS,  The  cost  of  the  Agreement  shall  not  exceed  $10,906,297  and  will  consist  of 
an  initial  investment  in  the  amount  of  $9,121,131  for  complete  system  design,  installation  and 
system  network  equipment  and,  thereafter,  system  maintenance  fees  in  the  amount  of  $1,785,166 
which  shall  be  paid  annually,  over  eight  years;  and 

WHEREAS,  Capital  project  CUW276  shall  provide  $2,306,281  towards  the  initial 
investment  required  for  this  project  and  the  remaining  funds  shall  require  the  Commission’s 
approval  of  a  supplemental  appropriation  in  the  amount  of  $6,814,850  in  capital  funds  subject  to 
final  approval  by  the  Board  of  Supervisors  pursuant  to  Section  9.103  of  the  City  and  County  of 
San  Francisco’s  Charter;  and 


WHEREAS,  System  maintenance  fees  shall  be  funded  annually  by  the  operating  budget  of 
the  Water  Enterprise;  and 

WHEREAS,  CMD’s  sub-contracting  goal  for  this  contract  is  3%  and  CMD  has  determined 
that  Motorola’s  proposal  is  compliant  with  meeting  those  goals;  and 

WHEREAS,  Motorola  Solutions  is  in  compliance  with  the  Equal  Benefits  Provisions  of 
Chapter  12B  of  the  City’s  Administrative  Code;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  SFPUC 
to  negotiate  and  execute  Agreement  No.  CS-1074  with  Motorola  Solutions  for  the  design  and 
installation  of  a  new  Water  Enterprise  land  mobile  radio  system  in  the  amount  of  $10,906,297 
with  a  duration  of  up  to  3,376  days,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter 
Section  9.118;  and  approves  a  supplemental  appropriation  of  $6,814,850  in  capital  project 
funding,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.103. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0196 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  identified  needs  for  the 
Water  System  Improvement  Program  (WSIP),  which  include  addressing  various  water  system 
deficiencies  due  to  aging  infrastructure,  achieving  water  quality  goals,  strengthening  the  system  to  avoid 
major  damages  and  failures  following  earthquakes,  improving  delivery  reliability  and  operational 
flexibility  to  accommodate  planned  and  unplanned  system  outages,  meeting  customer  demands,  and 
providing  drought  resiliency;  and 

WHEREAS,  San  Francisco  voters  adopted  Propositions  A  and  E  in  November  2002,  providing 
financing  for  water  system  improvements;  and  State  Assembly  Bill  No.  1823  was  also  approved  in 
2002,  requiring  the  City  and  County  of  San  Francisco  to  adopt  a  capital  improvement  program  designed 
to  restore  and  improve  the  regional  water  system;  and 

WHEREAS,  In  order  to  meet  the  state  and  federal  permit  requirements  related  to  the  WSIP  projects, 
SFPUC  staff  prepared  forecasts  of  anticipated  required  expenditures,  and  recommended  a  request  for 
supplemental  appropriation  as  described  in  the  staff  report  presented  for  Commission  consideration  and 
action  on  this  Resolution  at  its  September  12,  2017  meeting;  and 

WHEREAS,  Financial  assurances  and  monitoring  and  reporting  documentation  are  required  to  be 
provided  to  federal  and  state  regulatory  agencies  outlining  SFPUC's  continued  implementation  of 
required  habitat  compensation  and  mitigations  for  WSIP  projects;  and 

WHEREAS,  The  FY  2018  budget  did  not  include  funding  to  enable  the  SFPUC  to  fulfill  the  federal 
and  state  regulatory  requirements  included  as  permit  conditions  for  approved  WSIP  projects;  and 

WHEREAS,  On  February  9,  2016,  the  Commission  adopted  Resolution  No.  16-0035  to  approve, 
among  other  things,  the  issuance  of  up  to  $264,997,468  of  Water  Revenue  Bonds  and  other  forms  of 
indebtedness  to  pay  the  costs  of  improvements  to  the  Water  Enterprise,  and  on  July  11,  2017,  by 
Resolution  No.  17-0154,  this  Commission  amended  Resolution  No.  16-0035  to  increase  the 
authorization  for  bonded  indebtedness  by  $9,132,962  to  $274,130,430  to  accommodate  the  purchase  of 
the  Rollins  Road  Property;  and 

WHEREAS,  On  June  14,  2016,  the  Board  of  Supervisors  adopted  Ordinance  No.  1 12-16  to  authorize 
the  issuance  of  an  amount  not  to  exceed  $264,997,468  of  the  Commission’s  Water  Revenue  Bonds  and 
other  debt  instruments  (including  SRF  Loans,  as  defined  therein)  to  finance  the  costs  of  various  capital 
projects  benefitting  the  Water  Enterprise,  and  in  2017,  the  Board  of  Supervisors,  by  Ordinance  No.  154- 
17,  amended  Ordinance  No.  112-16  to  authorize  an  increase  of  the  issuance  of  Water  Revenue  Bonds 
and  other  forms  of  indebtedness  by  $9,132,962  to  an  amount  not  to  exceed  $274,130,430  (for  the  Rollins 
Road  Property);  and 

WHEREAS,  A  supplemental  appropriation  in  the  amount  of  $12,600,000  is  requested  to  fund  the 
CUW286  Long  Term  Monitoring  Permit  Program  for  the  Vegetation  Restoration  of  WSIP  Construction 
Sites  project  and  the  Bioregional  Habitat  Restoration  (BHR)  program  for  FY  2018;  and 

WHEREAS,  This  supplemental  appropriation  amount  of  $12,600,000,  if  approved  by  the  Board  of 
Supervisors,  will  be  funded  through  the  issuance  of  revenue  bonds  or  other  forms  of  indebtedness;  and 


WHEREAS,  On  October  30,  2008,  in  Resolution  08-0200,  this  Commission  reviewed  and 
considered  the  final  Program  Environmental  Impact  Report  (PEIR)  prepared  for  the  WSIP  and  certified 
by  the  Planning  Commission  in  Planning  Commission  Motion  No.  17734,  and  adopted  the  findings 
required  by  the  California  Environmental  Quality  Act  (CEQA),  including  a  statement  of  overriding 
considerations  and  a  Monitoring  and  Reporting  Program,  and  approved  the  WSDP;  and 

WHEREAS,  On  February  11,  2010,  this  Commission  in  its  Resolution  No.  10-0026  authorized  the 
General  Manager  to  request  the  Controller  to  establish  a  dedicated  Habitat  Reserve  Monitoring  and 
Maintenance  (later  to  be  renamed  the  Bioregional  Habitat  Restoration  Program)  Fund  in  an  amount  to  be 
determined  through  agreements  with  the  regulatory  agencies  to  provide  financial  assurances  for  long¬ 
term  monitoring  and  maintenance  of  habitat  compensation  and  mitigations  as  required  by  regulatory 
agency  permits;  and 

WHEREAS,  On  October  9,  2012,  in  Resolution  No.  12-0181,  this  Commission  approved  the 
Vegetation  Restoration  of  WSIP  Construction  Sites  Project;  and 

WHEREAS,  The  Project  files,  including  the  Environmental  Impact  Reports  (EIR)s  for  all  the 
Bioregional  Habitat  Restoration  Project  sites,  the  EIR  for  the  Lower  Crystal  Springs  Dam  Project,  the 
EIR  for  the  Bay  Division  Pipeline  No.  5  Project,  the  EIR  for  the  Crystal  Springs/San  Andreas 
Transmission  Upgrade  Project,  and  the  EIR  for  the  Calaveras  Dam  Replacement  Project,  have  been 
made  available  for  review  by  the  SFPUC  and  the  public,  and  these  files  are  part  of  the  record  before  this 
Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in  the  EIRs 
for  the  Lower  Crystal  Springs  Dam  Project,  the  Bay  Division  Pipeline  No.  5  Project,  the  Lower  Crystal 
Springs/San  Andreas  Transmission  Upgrade  Project,  and  the  Calaveras  Dam  Replacement  Project,  as 
memorialized,  respectively,  in  the  findings  contained  in  Commission  Resolution  Nos.  08-0200,  10-0175, 
10-0081,  09-0120,  and  11-0015;  all  written  and  oral  information  provided  by  the  Planning  Department, 
the  public,  relevant  public  agencies,  SFPUC,  and  other  experts;  and  the  administrative  files  for  the 
Projects;  now,  therefore,  be  it 

RESOLVED,  This  Commission  finds  the  information  presented  to  it  (incorporating  the  CEQA 
findings  contained  in  Resolutions  Nos.  10-0175,  10-0081,  09-0120,  and  11-0015  by  this  reference  as 
though  fully  set  forth  in  this  paragraph)  is  adequate  for  the  Commission’s  use  as  the  decision-making 
body  for  the  action  taken  herein;  and  be  it 

FURTHER  RESOLVED,  This  Commission  finds  that  since  the  EIRs  for  the  Crystal  Springs  Dam 
Project,  the  Bay  Division  Pipeline  No.  5  Project,  the  Crystal  Springs/San  Andreas  Transmission 
Upgrade  Project,  and  the  Calaveras  Dam  Replacement  Project  were  finalized,  there  have  been  no 
substantial  project  changes  and  no  substantial  changes  in  project  circumstances  that  would  require  major 
revisions  to  the  environmental  documents  for  these  projects  referred  to  in  the  paragraphs  above,  due  to 
the  involvement  of  new  significant  environmental  effects  or  an  increase  in  the  severity  of  previously 
identified  significant  impacts,  and  there  is  no  new  information  of  substantial  importance  that  would 
change  the  conclusions  set  forth  in  those  same  documents;  and  be  it 

FURTHER  RESOLVED,  This  Commission  authorizes  the  SFPUC  General  Manager  to  request  that 
the  Mayor  recommend  to  the  Board  of  Supervisors  the  approval  of  a  supplemental  appropriation 
ordinance  in  the  amount  of  $12,600,000  for  FY  2018  implementation  of  CUW286  Long  Term 
Monitoring  Permit  Program  for  the  Vegetation  Restoration  of  WSEP  Construction  Sites  project  ($2.2 
million)  and  the  Bioregional  Habitat  Restoration  program  ($10.4  million);  and  be  it 


FURTHER  RESOLVED,  This  Commission  approves  an  amendment  to  Commission  Resolution  No. 
16-0035,  as  previously  amended  by  Resolution  No.  17-0154,  to  increase  the  authorization  for  bonded 
indebtedness  by  $12,600,000  to  $286,730,430,  leaving  all  other  provisions  of  Commission  Resolution 
16-0035  in  full  force  and  effect  (all  such  remaining  provisions  incorporated  here  by  reference  as  if  set 
forth  in  full  herein),  subject  to  approval  by  the  Board  of  Supervisors;  and  be  it 

FURTHER  RESOLVED,  This  Commission  recommends  that  the  Board  of  Supervisors  approve 
an  amendment  to  Board  of  Supervisors  Ordinance  No.  1 12-16,  as  previously  amended  by  Ordinance  No. 
154-17,  to  increase  the  authorization  for  bonded  indebtedness  by  $12,600,000  to  a  not-to-exceed  amount 
of  $286,730,430,  and  all  other  provisions  of  Ordinance  No.  112-16  shall  remain  in  full  force  and  effect; 
and  be  it 

FURTHER  RESOLVED,  This  Commission  authorizes  and  directs  the  General  Manager,  the 
Deputy  General  Manager,  Chief  Operating  Officer,  the  Assistant  General  Manager  Water  Enterprise,  the 
Chief  Financial  Officer,  and  other  officers  of  the  SFPUC,  and  their  duly  authorized  deputies  and  agents, 
to  take  such  actions  and  to  execute  and  deliver  such  certificates,  agreements,  requests,  or  other 
documents,  as  they  may  deem  necessary,  to  carry  out  the  purposes  of  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  This  Commission  ratifies,  approves,  and  confirms  the  actions 
approved  by  this  Resolution  and  heretofore  undertaken. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0197 


WHEREAS,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  re-advertised 
Earthquake  Safety  &  Emergency  Response  Bond  funded  Contract  WD-2687R,  Auxiliary  Water 
Supply  System  Pumping  Station  No.  2  Improvements  on  April  6,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  was  $16,000,000  for  this  construction  contract  work  to 
construct  various  structural,  architectural,  mechanical  and  electrical  system  improvements  at  the 
Pumping  Station  No.  2  facility;  and 

WHEREAS,  The  contract  duration  is  950  consecutive  calendar  days;  and 

WHEREAS,  the  SFPUC  received  and  publicly  opened  two  (2)  bids  on  June  8,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  reviewed  the  bids  for  responsiveness  and  bidder  responsibility  and 
application  of  bid  preferences,  and  this  review  resulted  in  the  establishment  of  Rubecon  Builders, 
Inc.,  as  the  responsible  bidder  that  submitted  the  lowest  responsive  bid;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  and  the  contractor  committed  to  a  LBE  subcontracting  participation  of  39% 
with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance  with 
the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at  the  time  of 
the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of  the  bidder  to 
obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the  next  lowest, 
responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW04  -  Pump  Station  No.  2 
and  CUWAW2AW24  -  Pump  Station  2  (ESER  2014);  and 

WHEREAS,  On  December  10,  2009,  the  San  Francisco  Planning  Department  approved  a 
Mitigated  Negative  Declaration  (MND)  pursuant  to  the  California  Environmental  Quality  Act 
(CEQA)  for  the  project,  City  and  County  of  San  Francisco  Auxiliary  Water  Supply  System  Seismic 
Upgrade.  On  February  9,  2010,  in  Resolution  #  47-10,  file  number  091457,  the  Board  of  Supervisors 
adopted  CEQA  findings  based  on  the  MND  as  follows:  “This  project  could  not  have  a  significant 
effect  on  the  environment.  This  finding  is  based  upon  the  criteria  of  the  Guidelines  of  the  State 
Secretary  for  Resources,  Sections  15064  (Determining  Significant  Effect),  15065  (Mandatory 
Findings  of  Significance),  and  15070  (Decision  to  prepare  a  Negative  Declaration),  and  the  following 
reasons  as  documented  in  the  Initial  Evaluation  (Initial  Study)  for  the  project,  which  is  attached. 
Mitigation  measures  are  included  in  this  project  to  avoid  potentially  significant  effects.  In  the 
independent  judgment  of  the  Planning  Department,  there  is  no  substantial  evidence  that  the  project 
could  have  a  significant  effect  on  the  environment”;  and 

WHEREAS,  SFPUC  staff  has  made  the  Project  files,  including  the  MND,  available  for 
review  by  the  SFPUC  and  the  public  and  those  files  are  part  of  the  record  before  this  Commission; 
and 


WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in  the 
MND,  the  finding  contained  in  the  Board  of  Supervisors  Resolution  #47-10,  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC  staff 
and  other  experts  and  the  administrative  files  for  the  project;  now,  therefore  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  MND  for  the  City  and 
County  of  San  Francisco  Auxiliary  Water  Supply  System  Seismic  Upgrade  Project,  and  the  record  as 
a  whole,  and  finds  that  the  MND  is  adequate  for  its  use  as  the  decision-making  body  for  the  approval 
action  taken  herein  and  incorporates  the  CEQA  finding  contained  in  Board  of  Supervisors  Resolution 
#47-10  and  the  mitigation  measures  in  the  MND  by  this  reference  thereto  as  though  set  forth  in  this 
Resolution;  and  be  it 

FURTHER  RESOLVED,  This  Commission  further  finds  that  since  the  MND  was  finalized, 
there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances 
that  would  require  major  revisions  to  the  MND  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts,  and 
there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set  forth  in 
the  MND;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications 
and  awards  Earthquake  Safety  &  Emergency  Response  Bond  funded  WD-2687R,  Auxiliary  Water 
Supply  System  Pumping  Station  No.  2  Improvements,  in  the  amount  of  $17,949,125,  to  the 
responsible  bidder  that  submitted  the  lowest  responsive  bid,  Rubecon  Builders,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: 


17-0198 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  pursuant  to  San 
Francisco  Charter  Section  8B.125,  must  establish  “rates,  fees  and  charges  at  levels  sufficient  to 
improve  or  maintain  financial  condition  and  bond  ratings  at  or  above  levels  equivalent  to  highly 
rated  utilities  of  each  enterprise  under  its  jurisdiction,  meet  requirements  and  covenants  under  all 
bond  resolutions  and  indentures...  and  provide  sufficient  resources  for  the  continued  financial 
health  (including  appropriate  reserves),  operation,  maintenance  and  repair  of  each  enterprise, 
consistent  with  good  utility  practice”;  and 

WHEREAS,  It  is  recommended  by  the  Government  Finance  Officers  Association 
(GFOA)  that  governmental  entities,  such  as  the  SFPUC,  should  develop  institutionalized 
financial  and  debt  management  policies  as  a  best  practice  that  supports  fiscal  discipline  and 
protects  its  financial  integrity;  and 

WHEREAS,  Given  the  range  of  policy  considerations  that  must  be  weighed  in  rate  design 
decision-making  and  ratepayer  fund  management,  it  is  imperative  that  the  SFPUC  define  and 
adhere  to  guiding  principles  that  support  responsible  asset  management  and  accountability  to 
ratepayers;  and 

WHEREAS,  Reporting  on  compliance  with  policies  during  budgeting,  financial  planning, 
and  rate-setting  provides  the  Commission  with  direct  linkage  between  strategic  policy  and 
financial  decision-making;  and 

WHEREAS,  Staff  has  presented  to  the  Commission  a  recommendation  to  adopt  a  formal 
policy  that  clarifies  the  principles  that  guide  the  collection  and  management  of  ratepayer  funds, 
as  well  as  improved  reporting  and  transparency  mechanisms;  and 

WHEREAS,  Staff  has  presented  this  Commission  with  recommended  changes  to  the 
combined  Rates  and  Ratepayer  Assurance  Policies;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  approves  the  revised  Ratepayer  Assurance 
Policy  on  file  with  the  Commission  Secretary,  which  shall  replace  the  existing  Rates  and 
Ratepayer  Assurance  Policies. 

I  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 
September  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0199 


WHEREAS,  The  California  Air  Resources  Board  (CARB)  adopted  the  Low  Carbon  Fuel 
Standard  Program  (LCFS  Program)  in  2009  to  reduce  by  10  percent  the  2010  baseline  level  for 
carbon  intensity  (Cl)  of  transportation  fuels  used  in  California  (State  Target).  The  applicable 
regulations  are  found  in  the  California  Code  of  Regulations,  Title  17,  Sections  95480,  et  seq. 
(CARB  Regulations);  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  provides  the  San 
Francisco  Municipal  Transportation  Agency  (SFMTA)  with  greenhouse  gas-free  electric  energy 
to  operate  its  electric  public  transit  fleet,  pursuant  to  SFPUC  rate  schedule  M-2;  and 

WHEREAS,  Using  the  electricity  provided  by  the  SFPUC,  the  SFMTA  operates  its 
electric  public  transit  fleet  (electric  trolley  buses,  cable  cars  and  light-rail  vehicles)  with  a  Cl 
below  the  State  Target,  and  therefore  accumulates  credits,  which  can  be  sold  via  the  CARB’s 
market  place  to  energy  producers,  such  as  refiners  and  fuel  importers,  with  a  Cl  above  the  State 
Target  in  order  to  balance  State  deficits.  Each  credit  represents  one  metric  ton  of  C02 
equivalent  (greenhouse  gas)  emissions  avoided;  and 

WHEREAS,  The  SFMTA  registered  for  the  LCFS  Program  in  September  2016  and 
began  accumulating  credits  on  a  quarterly  basis,  starting  in  the  fourth  quarter  of  calendar  year 
2016; and 

WHEREAS,  In  coordination  with  SFMTA,  the  SFPUC  will  sell  credits  in  order  to  fund 
projects  that  will  (1)  advance  the  SFMTA’s  sustainability  and  climate  action  initiatives  and 
goals,  as  described  in  the  SFMTA  Strategic  Plan  for  the  transportation  sector  Climate  Action 
Strategy,  the  Departmental  Climate  Action  Plan,  the  SFMTA  Clean  Air  Plan,  and  the  agency’s 
APTA  Sustainability  Commitment  (Green  Projects);  and  (2)  support  the  SFPUC’s  clean  energy 
operations;  and 

WHEREAS,  The  estimated  revenue  to  the  City  and  County  of  San  Francisco  from  the 
LCFS  program  is  $1  million  to  $2  million  per  year  and;  and 

WHEREAS,  To  realize  this  value  the  SFPUC  and  SFMTA  propose  to  enter  into  a 
Memorandum  of  Understanding  (MOU)  where  net  revenues  from  the  LCFS  program  will  be 
shared  50/50  between  the  SFPUC  and  SFMTA;  and 

WHEREAS,  The  proposed  MOU  assigns  responsibilities  for  participation  in  the  LCFS 
program  between  the  SFPUC  and  SFMTA,  and  establishes  safeguards  to  limit  program 
administration  costs;  and 

WHEREAS,  This  action  would  not  result  in  a  physical  change  in  the  environment  and 
therefore  does  not  constitute  a  “project”  under  California  Environmental  Quality  Act  Guidelines 
Section  15378;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  Power  Enterprise  of  the  San 
Francisco  Public  Utilities  Commission  to  sell  credits  through  the  California  Air  Resources  Board 
(CARB)  Low  Carbon  Fuel  Standard  Program  (LCFS  Program)  to  support  the  SFPUC’s  clean 
energy  operations,  and  delegates  to  the  General  Manager  authority  to  enter  agreements  necessary 
to  effectuate  the  sales  and  to  seek  Board  of  Supervisors  approval,  if  needed,  of  any  sales  under 
this  Program  in  excess  of  $1  million  per  Charter  Section  9.1 18(a);  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Understanding 
with  the  San  Francisco  Municipal  Transportation  Agency  r  regarding  the  City’s  participation  in 
the  Low  Carbon  Fuel  Standard  Program;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  MOU  for  a  term  not-to- 
exceed  five  (5)  years,  with  an  option  to  renew  for  an  additional  five  (5)  years,  subject  to  approval 
of  this  Commission. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  12,  2017. 


' Secretary ,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0200 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  at 
7484  Sheridan  Road  in  Sunol,  California  (Property);  and 

WHEREAS,  The  SFPUC  executive  management  deemed  the  Property  to  be  non-essential 
to  the  SFPUC’ s  current  and  future  utility  needs  of  each  enterprise;  and 

WHEREAS,  The  SFPUC  entered  into  an  agreement  dated  March  4,  2016  with  Colliers 
International  CA,  Inc.  (Broker)  for  real  estate  brokerage  services;  and 

WHEREAS,  The  SFPUC  complied  with  reporting,  notice  and  other  requirements  of  the 
California  Surplus  Property  Statute  (California  Government  Code  Sections  54220  through 
54233)  and  the  San  Francisco  Surplus  Property  Ordinance  (San  Francisco  Administrative  Code 
Chapter  23A)  with  respect  to  the  sale  of  the  Property;  and 

WHEREAS,  The  Broker  advertised  the  Property  on  commercial  real  estate  platforms  for 
many  weeks,  posted  signage  on  the  Property,  and  produced  offering  memoranda  and  other 
marketing  materials;  and 

WHEREAS,  The  Buddhi  Dharma  Lien  Guo  Foundation  (Buyer)  submitted  the  highest 
and  best  responsible  offer  to  purchase  the  Property  for  $3,300,000;  and 

WHEREAS,  SFPUC  staff  and  Buyer  staff  have  agreed  to  the  terms  and  conditions  of  a 
Purchase  and  Sale  Agreement  (Agreement);  and 

WHEREAS,  This  surplus  property  sale  does  not  constitute  a  project  under  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no 
physical  change  in  the  environment  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  Property  is  surplus  to  the 
SFPUC’s  utility  needs;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  and/or  City’s  Director  of  Property  to  seek  approval  of  the  Agreement  by  City’s  Board  of 
Supervisors  and  the  Mayor,  and  upon  such  approval,  to  execute  the  Agreement  in  substantially 
the  same  form  presented  to  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  Agreement;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC’s  General  Manager  to  negotiate  and  execute  the  Agreement,  subject  to  the  approval  of 
the  Board  of  Supervisors  and  Mayor;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  and/or  the  Director  of  Property  to  enter  into  any  amendments  or  modifications  to  this 
Agreement,  including  without  limitation,  the  exhibits,  that  the  General  Manager  or  Director  of 
Property  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of  the  City; 
do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  Agreement  or  this  resolution;  and  are  in  compliance 
with  all  applicable  laws,  including  the  City  Charter;  and  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  SFPUC  General  Manager 
to  execute  and  deliver  a  quitclaim  deed  conveying  the  Property  to  Buyer;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  Director  of  Property  and/or  the  General  Manager  of  the 
SFPUC  to  take  any  and  all  other  steps  they,  in  consultation  with  the  City  Attorney,  deem 
necessary  and  advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  12,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  September  26,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Anson  Moran,  President 
Ike  Kwon,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http.7/sanfrancisco.aranicus.com/ViewPublisher.php?view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 


H  311  Free  Language  Assistance:  fttsm  i  t&H/j  /  Ayuda  gratuita  con  el  idioma  /  BecnyiaTHaa  noMoms 
nepeBOflHHKOB  /  Trcrgiup  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  /  “S  ?j0-|  / 

*l£l  /  flT'mra  mviaS  vi"jfl"»“TsitlTwp  a’rjpnlti^  hi  /  Libreng  tulong  para  sa  wikang  Tagalog  mvrna 


Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  941 02,  or  call  (41 5)  554-51 84.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paae=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  September  12,  2017 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (discussion  only) 

7.  Citizens’  Advisory  Committee  Quarterly  Report  (discussion  only)  (Aragon) 

8.  Report  of  the  General  Manager  (Discussion  only) 

a)  CleanPowerSF  Update  (Hale) 

b)  Quarterly  Audit  and  Performance  Review  Report  (Sandler) 

i.  Citywide  Construction  Management  Safety  Audit 

ii.  Citywide  Cash  Disbursements  and  Contract  Compliance  Audit 

iii.  Political  Activity  Fund  Compliance  Assessment:  Townsend 
Management,  LLC 

iv.  Wastewater  Enterprise  Divisional  Performance  Audit 

c)  Sewer  System  Improvement  Program  Quarterly  Update  (How) 

d)  Wastewater  Enterprise  Capital  Improvement  Program 

Quarterly  Report  (How) 

e)  Report  on  Recent  SFPUC  Activities,  Events,  and  Announcements 

9.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13fh  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www. sfwater.  org/index. aspx?page=  167 

CONSENT  CALENDAR 

1 0.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 


upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a) 

1 7  0  2  0  2 

b) 

1 7  0  2  0  3 

C) 

17020. 


d) 


17020!: 


e) 

1 7  0  2  0 t 


f) 

1 7  0  2  u  « 


Accept  work  performed  by  Shimmick  Construction  Company,  Inc.,  for 
Contract  No.  HH-981,  Mountain  Tunnel  Access  &  Adit  Improvement,  with  a 
total  contract  duration  of  559  consecutive  calendar  days  (approximately 
one  year  and  six  months);  Approve  Modification  No.  7  (Final),  decreasing 
the  contract  amount  by  $150,069,  with  no  change  to  contract  duration,  for 
a  total  contract  amount  of  $5,247,451 ;  and  authorize  final  payment  to  the 
contractor.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-271 1 , 
8-inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from  Baker 
Street  to  Stanyan  Street,  in  the  amount  of  $2,460,630,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  M  Squared  Construction,  Inc. 
This  action  constitutes  the  Approval  Action  for  the  project  for  the  purposes 
of  the  California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of 
the  San  Francisco  Administrative  Code.  (How) 

Accept  work  performed  by  Shaw  Pipeline  for  Contract  No.  WW-602,  17th/ 
33rd/37th/Julian/Revere  Avenues  &  Anderson/Ellsworth/Ingalls/  Maple/ 
Moultrie  Streets  Sewer  Replacement,  for  a  total  contract  amount  of 
$3,660,520,  and  with  a  total  contract  duration  of  430  consecutive 
calendar  days;  (approximately  14  months);  and  authorize  final  payment  to 
the  contractor.  (How) 

Accept  work  performed  by  Pipe  and  Plant  Solutions,  Inc.,  for  Contract  No. 
WW-617,  As-Needed  Sewer  Cleaning  and  Inspection  (FY16),  for  a  total 
contract  not-to-exceed  amount  of  $2,178,934,  and  with  a  total  contract 
duration  of  366  consecutive  calendar  days  (approximately  one  year);  and 
authorize  final  payment  to  the  contractor.  (Moala) 

Approve  an  increase  to  the  existing  36-day  construction  contract 
duration  contingency  by  an  additional  20  consecutive  calendar  days, 

for  a  total  contingency  of  56  days,  for  Contract  No.  WW-623,  SOMA/Bernal 
Heights/Excelsior  Districts  Sewer  Replacement  and  Pavement  Renovation, 
with  Precision  Engineering,  Inc.;  and  authorize  the  General  Manager  to 
approve  future  modifications  to  the  contract  for  a  total  revised  contract 
duration  from  360  consecutive  calendar  days  (approximately  one  year), 
up  to  416  consecutive  calendar  days  (approximately  one  year,  two 
months),  with  no  change  to  the  contract  cost.  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-663, 
Ocean  Beach  Coastal  Erosion  and  Wastewater  Infrastructure  Protection,  in 
the  amount  of  $2,861,550,  to  the  lowest,  qualified,  responsible,  and 
responsive  bidder,  Azul  Works  Inc.,  to  selectively  transport  and  relocate 
sand  from  North  Ocean  Beach  to  South  Ocean  Beach,  as  well  as 
installation  of  erosion  mitigation  measures  at  South  Ocean  Beach  on  an 
annual  basis  for  up  to  three-years.  This  action  constitutes  the  Approval 


iiJ-Ot 


Action  for  the  project  for  the  purposes  of  California  Environmental  Quality 
Act,  pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

(Moala) 


REGULAR  SESSION 

1 1 .  Approve  the  terms  and  conditions,  and  authorize  the  General  Manager  to 
execute  a  five-year  revocable  license,  with  one  option  to  renew  for  an 
additional  three  years,  to  the  Tides  Center,  a  California  non-profit  public 
benefit  corporation,  to  use  approximately  275,473  square  feet  of  property  under 
the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission,  near  the 
intersection  of  Geneva  Avenue  and  Moscow  Street  in  San  Francisco, 

California,  to  operate  an  urban  demonstration  farm  to  educate  local  youth  and 
community  members,  for  no  use  fee.  This  action  constitutes  the  Approval 
Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of 
the  San  Francisco  Administrative  Code.  (Carlin) 

12.  Discussion  and  possible  action  to  authorize  the  General  Manager 

to  consent,  on  behalf  of  the  SFPUC,  to  the  Development  Agreement  between 
the  City  and  County  of  San  Francisco  and  FC  Pier  70,  LLC,  as  it  relates  to 
^  matters  under  the  SFPUC’s  jurisdiction;  Consent  to  the  Pier  70  Interagency 
Cooperation  Agreement;  Adopt  findings,  pursuant  to  the  California 
^  Environmental  Quality  Act,  and  a  Mitigation  and  Monitoring  and  Reporting 
Program;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 
Memorandum  of  Understanding  with  the  Port  regarding  the  relocation  of  the 
SFPUC’s  20th  Street  Pump  Station  as  a  part  of  the  proposed  project. 

(Carlin) 


CLOSED  SESSION 

13.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 


16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 


Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 


Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

21 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 
(discussion  only)  (Carlin) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

22.  Announcement  following  Closed  Session. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

24.  Other  New  Business  (discussion  only) 

25.  Adjournment 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:34  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  and  Courtney 
Excused:  Vietor 

Commissioner  Caen  arrived  at  1:40  PM. 

President  Moran  stated  there  would  be  no  Closed  Session. 

3.  Approval  of  the  Minutes  of  September  26,  2017 

On  Motion  to  approve  the  Minutes  of  September  26,  2017 
Ayes:  Moran,  Kwon,  and  Courtney 

No  public  comment. 

4.  General  Public  Comment 

•  Bill  McLaughlin,  Surfrider  Foundation,  San  Francisco  Chapter,  discussed  the 
Ocean  Beach  Master  Plan  Design  and  the  option  of  a  buried  seawall.  He 
stated  the  Foundation  prefers  the  relocation  of  the  Lake  Merced  Tunnel  as 
the  best  option  for  attaining  long-term  project  goal.  He  indicated  he  would 
provide  his  presentation  to  the  Commission  Secretary  for  distribution  to  the 
Commission. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

Public  Comment 
No  public  comment. 

6.  Other  Commission  Business 

Commissioner  Courtney  thanked  Ivy  Fine  for  responding  to  his  questions  and 
concerns  regarding  JOC-65. 

No  public  comment. 

Commissioner  Caen  arrived  at  1:40  PM. 

7.  Citizens’  Advisory  Committee  (CAC)  Quarterly  Report 

Wendy  Aragon,  CAC  Chair,  provided  the  CAC  Quarterly  Report,  discussing:  (1) 
Annual  CAC  Leadership  retreat,  which  identified  the  top  FY  2017-18  priorities 
for  the  full  CAC  and  subcommittees;  (2)  Current  appointments  and  vacancies; 
and  review  of  three  CAC  resolutions;  and  (4)  Collaboration  on  public  meetings, 
including  a  joint  meeting  with  the  Southeast  Facility  Commission.  She  thanked 
Vice  President  Kwon  and  General  Manager  (GM)  Kelly  for  attending  their 
meetings,  and  SFPUC  staff  for  their  work  with  the  CAC. 
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President  Moran  thanked  Chair  Aragon  for  her  service. 

No  public  comment. 

8.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Mike  Hyams,  CleanPowerSF  Director,  provided  the  following  updates:  (1) 
Enrollment:  No  significant  change  in  enrollment  or  opt-out  rate;  SuperGreen 
upgrade  steady  at  3. 7%;  October  enrollment  set  to  begin;  Accepting  sign-ups 
for  January  enrollment,  with  144  on  list;  Goal  of  complete  citywide  enrollment 
no-later  than  July  2019.  Director  Hyams  provided  an  update  on  RFO’s  and 
RFP’s;  (2)  Regulatory  and  Legislative:  Tracking  of  relevant  legislation 
continues.  AB728,  AB813,  and  SB100  have  been  put  on  a  two-year  track 
with  no  action  this  year;  Review  of  California  PUC’s  new  proceedings  to 
reform  the  exit  fee;  and  review  of  CCA  Bond  proceeding. 

No  public  comment. 

b)  Quarterly  Audit  and  Performance  Review  Report 

i.  Citvwide  Construction  Management  Safety  Audit 

ii.  Citvwide  Cash  Disbursements  and  Contract  Compliance  Audit 

iii.  Political  Activity  Fund  Compliance  Assessment:  Townsend 

Management,  LLC 

iv.  Wastewater  Enterprise  Divisional  Performance  Audit 

Nancy  Horn,  Interim  Deputy  Chief  Financial  Officer,  gave  the  Quarterly 
Audit  and  Performance  Review  Report.  She  stated  year-to-date,  of  the 
48  audits  and  assessments  scheduled,  23  have  been  completed,  16  are 
in  progress,  and  nine  are  upcoming.  She  noted  two  projects  will  be 
completed  in  the  next  quarter. 

Ms.  Horn  touched  on  the  four  audits  and  reports  that  were  completed  in 
the  fourth  quarter,  highlighting  the  Wastewater  Enterprise  Divisional 
Performance  Audit  (enterprise  summary,  audit  objectives, 
recommendations  summary,  and  management  response). 

She  then  reviewed  completed  and  upcoming  audits,  reports  for  the  first 
quarter  of  FY  2017-18,  and  provided  a  status  update  on  prior  years  open 
audits  and  recommendations. 

Director  Horn  responded  to  a  question  from  President  Moran  regarding 
the  closed  audits  and  at  his  request,  provided  the  definition  of  an  open 
audit.  He  asked  about  the  process  of  closing  recommendations. 
President  Moran  discussed  the  GM’s  performance  goals  which  require 
the  completion  of  all  corrective  action  within  six  months  of  a  Controller 
audit.  He  expressed  concern  with  the  inability  to  track  responses.  He 
recommended  that,  without  duplicating  efforts,  items  be  tracked  more 
effectively  and  if  corrective  action  is  expected  to  take  more  than  six 
months,  that  the  Commission  sign  off  on  the  work  plan.  He  stated  he  will 


SFPUC  Minutes 
September  26,  2017 


Page  3 


work  with  the  GM  and  staff  to  create  a  tracking  mechanism  for  timely 
response. 

GM  Kelly  discussed  challenges  with  difficult  audits  and  stated  he  will 
work  with  President  Moran  on  the  development  of  audit  recommendation 
work  plans,  where  required. 

Ms.  Horn  responded  to  a  question  from  President  Moran  regarding  which 
departments  will  take  the  lead  on  audits  when  a  citywide  effort  is 
required.  He  requested  confirmation  of  a  functioning  working  group  on 
such  audits. 

Commissioner  Caen  stated  she  had  not  seen  the  Wastewater  Audit  until 
the  Commission  materials  were  published.  She  expressed  concern  with 
the  lack  of  oversight  and  requested  a  report  detailing  how  audit  items 
have  been  addressed/corrected. 

GM  Kelly  stated  staff  felt  the  Wastewater  audit  mischaracterized  and 
was  exaggerated.  He  stated  staff  will  provide  the  Commission  with  the 
response  to  recommendations. 

Ms.  Horn  discussed  the  recommendation  for  and  interpretation  of 
additional  oversight  for  sick  leave  pay  as  addressed  in  the  audit.  She  will 
provide  the  Commission  with  the  SFPUC  response  letter. 

President  Moran  stated  there  are  issues  are  raised  by  the  audit  and  that 
the  Commission  needs  to  assess  when  there  are  disagreements  and 
provide  comment.  He  wants  to  ensure  the  Commission  is  involved  in 
effective  oversight,  which  includes  a  work  plan  review  for  issues  raised. 

No  public  comment. 

c)  Sewer  System  Improvement  Program  (SS1P)  Quarterly  Update 

Karen  Kubick,  Capital  Program  Director,  SSIP,  began  with  a  program  status 
update.  She  reviewed  the  project  and  timeline  update  for  the  Biosolids 
Digester  Facilities  Project,  stating  the  project  was  selected  for  Water 
Infrastructure  and  Financing  Innovation  Act  funding  of  $625M.  She 
discussed  the  Southeast  Plant  (SEP)  New  Headworks  Facilities  Project 
(three  scopes  scheduled  with  construction  on  Scope  I  to  start  October  2017). 
Ms.  Kubick  reviewed  the  status  of  other  Phase  I  Projects  (planning  through 
bid  and  award,  construction,  and  close-out).  She  provided  a  brief  update  on 
the  Oceanside  Plant  Condition  Assessment  Repairs;  Southeast  Plant 
Building  522  Construction;  North  Point  Outfall  System  Rehabilitation; 
Holloway  Green  Street;  and  Mission  and  Valencia  Streets  Green  Gateway. 

She  continued  with  a  review  of:  (1)  SSIP  Phase  I  Jobs  Report 
(apprenticeships  and  Local  Hire  Ordinance  achievement);  (2)  Stakeholder 
Outreach;  (3)  Upcoming  topics;  and  (4)  Recognition  of  2017  CityWorks  intern 
class. 


SFPUC  Minutes 
September  26,  2017 


Page  4 


Ms.  Kubick  discussed  the  SSIP  Tech  Woman  Program  and  welcomed  two 
participants  in  this  year’s  program. 

Director  Kubick  responded  to  a  question  from  President  Moran  regarding  the 
reasoning  for  two  upcoming  sole  source  contract  awards.  GM  Kelly  provided 
additional  comment. 

Vice  President  Kwon  departed  the  room  at  2:28  PM. 

Ms.  Kubick  responded  to  a  question  from  Commission  Caen  regarding  the 
reason  for  project  delays  as  detailed  in  item  8d,  section  five. 

No  public  comment. 

d)  Wastewater  Enterprise  Capital  Improvement  Program  (CIP1  Quarterly  Report 

Ms.  Kubick  briefly  reviewed  the  “red  dots”  or  projects  with  a  delay  in 
schedule  more  than  six  months,  ora  cost  increase  of  more  than  10%  over 
approved  budget:  (1)  Cayuga  Avenue  Stormwater  Project;  (2)  Folsom  area 
stormwater  improvement;  (3)  17th  and  Folsom  barriers. 

No  public  comment. 

e)  Report  on  Recent  SFPUC  Activities,  Events,  and  Announcements 

None. 

9.  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  Update 
Nicole  Sandkulla,  BAWSCA  CEO,  provided  a  BAWSCA  update.  She  indicated 
BAWSCA’s  July  2017  total  potable  water  use  was  18%  less  than  in  July  2013. 
She  stated  BAWSCA’s  Drought  Report  was  completed  in  August  (reference 
report  for  future  drought  response),  and  that  it  provides  a  timeline  of  state  and 
local  drought  actions  and  the  interactions  of  events.  She  stated  the  report 
documents  water  use  and  savings  achieved  over  time. 

No  public  comment. 

The  Commission  Secretary  read  the  Closed  Session  calendar  summary. 

10.  Consent  Calendar 

a)  Accept  work  performed  by  Shimmick  Construction  Company,  Inc.,  for 
Contract  No.  HH-981,  Mountain  Tunnel  Access  &  Adit  Improvement,  with  a 

total  contract  duration  of  559  consecutive  calendar  days  (approximately  one 

year  and  six  months);  Approve  Modification  No.  7  (Final),  decreasing  the 

contract  amount  by  $150,069,  with  no  change  to  contract  duration,  for  a 

total  contract  amount  of  $5,247,451 ;  and  authorize  final  payment  to  the 

contractor.  (Resolution  17-0202) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2711, 8- 

inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from  Baker  Street 
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to  Stanvan  Street,  in  the  amount  of  $2,460,630,  to  the  lowest,  qualified, 

responsible  and  responsive  bidder.  M  Squared  Construction,  Inc.  This 

action  constitutes  the  Approval  Action  for  the  project  for  the  purposes  of  the 

California  Environmental  Quality  Act,  pursuant  to  Section  31.04(h)  of  the 

San  Francisco  Administrative  Code.  (Resolution  17-0203) 

c)  Accept  work  performed  by  Shaw  Pipeline  for  Contract  No.  WW-602.  17th/ 

33rd/37th/Julian/Revere  Avenues  &  Anderson/Ellsworth/lnoalls/  Maple/ 

Moultrie  Streets  Sewer  Replacement,  for  a  total  contract  amount  of 

$3,660,520,  and  with  a  total  contract  duration  of  430  consecutive  calendar 

days;  and  authorize  final  payment  to  the  contractor.  (Resolution  17-0204) 

d)  Accept  work  performed  by  Pipe  and  Plant  Solutions,  Inc.,  for  Contract  No. 

VWV-617,  As-Needed  Sewer  Cleaning  and  Inspection  (FY16),  for  a  total 

contract  not-to-exceed  amount  of  $2,178,934,  and  with  a  total  contract 

duration  of  366  consecutive  calendar  days;  and  authorize  final  payment  to 

the  contractor.  (Resolution  17-0205) 

e)  Approve  an  increase  to  the  existing  36-dav  construction  contract  duration 

contingency  by  an  additional  20  consecutive  calendar  days,  for  a  total 

contingency  of  56  days,  for  Contract  No.  WW-623,  SQMA/Bernal 
Heights/Excelsior  Districts  Sewer  Replacement  and  Pavement  Renovation, 

with  Precision  Engineering.  Inc.;  and  authorize  the  General  Manager  to 

approve  future  modifications  to  the  contract  for  a  total  revised  contract 

duration  from  360  consecutive  calendar  days,  up  to  416  consecutive 

calendar  days,  with  no  change  to  the  contract  cost.  (Resolution  17-0206) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-663, 

Ocean  Beach  Coastal  Erosion  and  Wastewater  Infrastructure  Protection,  in 

the  amount  of  $2,861 ,550,  to  the  lowest.  Qualified,  responsible,  and 

responsive  bidder,  Azul  Works  Inc.,  to  selectively  transport  and  relocate 

sand  from  North  Ocean  Beach  to  South  Ocean  Beach,  as  well  as 

installation  of  erosion  mitigation  measures  at  South  Ocean  Beach  on  an 

annual  basis  for  up  to  three-years.  This  action  constitutes  the  Approval 

Action  for  the  project  for  the  purposes  of  California  Environmental  Quality 

Act,  pursuant  to  Section  31.04(h)  of  the  San  Francisco  Administrative  Code. 

(Resolution  17-0207) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Moran,  Caen,  and  Courtney 

No  public  comment. 

11.  Approve  the  terms  and  conditions,  and  authorize  the  General  Manager  to 

execute  a  five-year  revocable  license,  with  one  option  to  renew  for  an  additional 

three  years,  to  the  Tides  Center,  a  California  non-profit  public  benefit 

corporation,  to  use  approximately  275,473  souare  feet  of  property  under  the 

jurisdiction  of  the  San  Francisco  Public  Utilities  Commission,  near  the 

intersection  of  Geneva  Avenue  and  Moscow  Street  in  San  Francisco, 

California,  to  operate  an  urban  demonstration  farm  to  educate  local  youth  and 
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community  members,  for  no  use  fee.  This  action  constitutes  the  Approval 

Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of 

the  San  Francisco  Administrative  Code.  (Resolution  17-0208) 

Michael  Carlin,  Deputy  General  Manager  (DGM),  introduced  the  item.  He 
stated  it  is  the  second  pilot  project  at  the  Crocker  Amazon  site  and  will  serve  as 
an  urban  demonstration  farm.  He  noted  the  pilot  projects  were  approved  by  a 
2011  resolution.  He  stated  the  Tides  Center  will  organize  the  urban  farm  and 
keep  the  property  in  good  shape. 

Commissioner  Courtney  expressed  concern  with  the  privatization  of  SFPUC 
public  land.  He  requested  information  on  whether  employees  receive  an 
appropriate  wage  rate,  health  care,  retirement,  and  other  agreements. 

Vice  President  returned  to  the  room  at  2:42  PM. 

DGM  Carlin  stated  the  Tides  Center  is  a  non-profit  community  organization  and 
must  pay  prevailing  wage.  He  indicated  he  was  unsure  about  other  benefits,  but 
would  check. 

Commissioner  Courtney  noted  the  repetition  discussions  regarding  approving 
non-profit  work  on  SFPUC  public  land.  He  stated  it  isn’t  safe  to  assume  non¬ 
profit  employees  are  getting  fair  wages  and  benefits. 

GM  Kelly  provided  additional  comments  regarding  use  of  available  land,  stating 
he  understands  Commissioner  Courtney’s  concerns.  Brief  discussion  ensued. 

Juliet  Ellis,  Chief  Strategy  Officer  and  AGM  External  Affairs,  provided 
background  regarding  the  Crocker  Amazon  site  selection  and  the  2011 
resolution.  Commissioner  Courtney  offered  additional  comment  and  discussed 
the  need  for  linkage  between  SFPUC  programs  and  career  paths. 

Teresa  Almaguer,  PODER,  discussed  the  benefits  of  the  program.  She 
provided  clarification  regarding  the  benefits  offered  to  employees  of  the  Tide’s 
Center. 

Commissioner  Courtney  thanked  Ms.  Almaguer  for  her  comments.  He 
discussed  the  need  for  understanding  the  value  of  the  work  performed.  Brief 
discussion  ensued.  GM  Kelly  noted  staff  can  present  linkage  for  career 
opportunities  to  those  who  perform  the  work. 


On  Motion  to  approve  item  11: 

Ayes:  Moran,  Kwon,  Caen,  and  Courtney 

President  Moran  stated  that  staff  needs  to  come  to  terms  on  how  to  think  about 
these  types  of  issues  so  there  are  no  surprises  when  presented.  He  asked  the 
GM  to  have  a  discussion  prior  to  an  item  coming  before  the  Commission  for 
approval,  when  non-profits  are  performing  community  work  on  SFPUC  land  to 
address  growth  paths,  linkages,  and  opportunities. 
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Public  Comment 

•  Jacqueline  Gutirrez,  PODER,  expressed  support  for  the  item  and  discussed 
her  experiences  with  PODER  and  with  urban  farming. 

DGM  Carlin  responded  to  questions  from  Commissioners  Caen  and  Kwon 
regarding  what  types  of  plants  will  be  grown  or  if  livestock  is  to  be  raised. 

12.  Discussion  and  possible  action  to  authorize  the  General  Manager 

to  consent,  on  behalf  of  the  SFPUC,  to  the  Development  Agreement  between 

the  City  and  County  of  San  Francisco  and  FC  Pier  70,  LLC,  as  it  relates  to 

matters  under  the  SFPUC’s  jurisdiction;  Consent  to  the  Pier  70  Interagency 

Cooperation  Agreement;  Adopt  findings,  pursuant  to  the  California 
Environmental  Quality  Act,  and  a  Mitigation  and  Monitoring  and  Reporting 

Program;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 

Memorandum  of  Understanding  with  the  Port  regarding  the  relocation  of  the 

SFPUC’s  20th  Street  Pump  Station  as  a  part  of  the  proposed  project. 

(Resolution  17-0209) 

DGM  Carlin  introduced  the  item,  discussed  the  development  agreement,  and 
requested  approval. 

On  Motion  to  approve  item  12: 

/Ayes;  Moran,  Kwon,  Caen,  and  Courtney 

Public  Comment 

•  Kevin  Masnda,  Infrastructure  Project  Manager,  Port  of  San  Francisco, 
discussed  the  project  planning,  expressed  support  for  the  item,  and 
requested  approval.  He  thanked  Michael  Carlin  and  Molly  Petrick  for  their 
work. 

Mr.  Masnda  responded  to  a  question  from  President  Moran  regarding  asset 
ownership  and  construction. 

President  Moran  repeated  there  was  no  Closed  Session. 

13.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15;  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 
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Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 


16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 
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Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

21 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

22.  Announcement  following  Closed  Session. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

24.  Other  New  Business 

Commissioner  Courtney  requested  an  update  regarding  the  Golden  Pride 
annual  recognition  event.  He  stated  the  event  needs  to  be  calendared  and  a 
working  group  needs  to  be  established. 

25.  Adjournment 

President  Moran  adjourned  the  meeting  at  3:10  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0202 


WHEREAS,  Construction  has  been  completed  for  Hetch  Hetchy  Water  &  Power 
(HHWP)  funded  Contract  No.  HH-981,  Mountain  Tunnel  Access  and  Adit  Improvement,  by  the 
contractor,  Shimmick  Construction  Company,  Inc.;  and 

WHEREAS,  On  December  8,  2015,  by  Resolution  No.  15-0249,  this  Commission 
awarded  Contract  No.  HH-981,  Mountain  Tunnel  Access  and  Adit  Improvement,  in  the  amount 
of  $4,286,500,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Shimmick 
Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  February  12, 
2016,  with  an  original  schedule  of  439  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  559  consecutive  calendar  days  on  August  23,  2017;  and 

WHEREAS,  The  original  approved  10%  contract  contingency  and  the  additional  contract 
contingency  approved  by  this  Commission  on  September  13,  2016,  per  Resolution  No.  16-0176 
for  $428,650,  increased  the  total  contingency  amount  to  $857,300;  and 

WHEREAS,  The  approved  contract  contingency  and  the  additional  contract  contingency 
approved  by  this  Commission  on  December  13,  2016,  per  Resolution  No.  16-0243  for  $980,000, 
increased  the  total  contingency  amount  to  $1,837,300;  and 

WHEREAS,  Modification  Nos.  1-6  were  issued  in  the  amount  of  $1,1 1 1,020  to  demolish 
additional  framing  at  the  adit  portals;  provide  additional  aggregate  base  material  to  smooth  the 
adit  access  roads;  and  to  perform  emergency  repairs  to  storm  damaged  adit  access  roads, 
increasing  the  contract  amount  to  $5,397,520  with  a  time  extension  of  120  consecutive  calendar 
days,  increasing  the  total  contract  duration  to  559  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  7  (Final)  is  being  requested  for  ($150,069),  with  no  time 
duration  changes,  to  delete  unused  allowances  and  unused  quantities,  decreasing  the  contract 
amount  to  $5,247,45 1 ;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  made 
met  the  Local  Business  Enterprise  (LBE)  subcontracting  requirment  of  8%  by  achieving  a  final 
T  BE  participation  of  15.43%  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH-102.19  Mountain  Tunnel  Access 
and  Adit  Improvement;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Shimmick 
Construction  Company,  Inc.  for  HHWP  funded  Contract  No.  HH-981,  Mountain  Tunnel  Access 
and  Adit  Improvement;  approves  Modification  No.  7  (Final),  decreasing  the  contract  by 
$150,069,  for  a  final  contract  amount  of  $5,247,451;  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  26,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0203 


WHEREAS,  The  San  Francisco  Public  Utiliies  Commission  (SFPUC)  advertised  Water 
Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No.  WD-2711,  8- 
Inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from  Baker  Street  to  Stanyan  Street, 
on  June  21,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  was  $2,700,000  for  this  construction  contract  work 
to  install  approximately  6,300  feet  of  ductile  iron  pipe  and  ancillary  water  service  pipe  along 
with  pavement  restoration  work;  and 

WHEREAS,  The  contract  duration  is  333  consecutive  calendar  days;  and 

WHEREAS,  The  Planning  Department  determined  that  the  project  is  categorically 
exempt  under  California  Environmental  Quality  Act  (CEQA)  Section  15302,  Class  2 
(Replacement  or  Reconstruction);  and 

WHEREAS,  The  SFPUC  received  and  opened  publicly  six  (6)  bids  on  August  3,  2017; 
and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  M  Squared  Construction  as  the  lowest,  qualified,  responsible  and  responsive 
bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
21.6%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  for  this  contract  are  available  from  Project  No.  CUW280PR02  WD- 
2711,  8-Inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from  Baker  Street  to  Stanyan 
Street;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program-funded  Contract  No. 
WD-2711,  8-Inch  Ductile  Iron  Water  Main  Replacement  on  Fell  Street  from  Baker  Street  to 
Stanyan  Street,  in  the  amount  of  $2,460,630  and  for  a  duration  of  333  consecutive  calendar 
days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  26,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0204 


WHEREAS,  Construction  was  completed  for  Contract  No.  WW-602,  17th/33rd/ 
37th/Julian/Revere  Avenues  &  Anderson/Ellsworth/Ingalls/Maple/Moultrie  Streets  Sewer 
Replacement,  by  the  contractor,  Shaw  Pipeline;  and 

WHEREAS,  On  June  23,  2015,  by  Resolution  No.  15-0142,  this  Commission  awarded 
Contract  No.  WW-602,  17th/33rd/37th/Julian/Revere  Avenues  &  Anderson/Ellsworth/Ingalls/ 
Maple/Moultrie  Streets  Sewer  Replacement,  in  the  amount  of  $3,162,725,  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  Shaw  Pipeline;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  August  3, 
2015,  with  an  original  schedule  of  390  consecutive  calendar  days  and  the  contract  work  was 
completed  in  430  consecutive  calendar  days  on  October  5,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,162,725  and  the  original  contract 
duration  was  390  consecutive  calendar  days;  and 

WHEREAS,  Modifications  No.  1  through  3  were  issued  for  $497,795  to  increase  and 
adjust  contract  bid  item  quantities  to  match  actual  installed  quantities,  increasing  the  contract 
amount  to  $3,660,520  and  approve  the  increased  contract  duration  by  70  consecutive  calendar 
days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor 
made  a  good  faith  effort  to  comply  with  the  15%  Local  Business  Enterprise  (LBE) 
subcontracting  goal  for  this  contract  by  achieving  a  final  LBE  participation  of  13.960%.;  and 

WHEREAS,  Funds  are  available  from  PUC  WWE  Project  No.  CWWRNRCSC1, 
17th/33rd/37th/Julian/Revere  Avenues  &  Anderson/Ellsworth/Ingalls/Maple/Moultrie  Sewer 
Replacement;  PUC  Water  Enterprise  Project  No.  CUW280,  37th  Avenue  and  Vicente  Street 
Water  Main  Installation;  and  DPW  Project  No.  CPWTRN1521,  Washington/Maple  Streets 
Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Shaw  Pipeline 
for  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R),  Water  Enterprise  Local 
Conveyance/Distribution  System,  and  Department  of  Public  Works  (DPW)  Pavement 
Renovation  Program-funded  Contract  No.  WW-602,  17th/33rd/37th/Julian/Revere  Avenues  & 
Anderson/  Ellsworth/Ingalls/Maple/Moultrie  Streets  Sewer  Replacement,  for  a  total  contract 
amount  of  $3,660,520.24,  and  with  a  total  contract  duration  of  430  consecutive  calendar  days; 
and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  26,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0205 


WHEREAS,  On  June  23,  2015,  by  Resolution  No.  15-0145,  this  Commission  awarded 
Contract  No.  WW-617,  As-Needed  Sewer  Cleaning  and  Inspection  (FY16),  in  the  amount  of 
$1,839,350,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Pipe  and  Plant  Solutions, 
Inc.;  and 

WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-617,  As-Needed  Sewer 
Cleaning  and  Inspection  (FY16),  by  the  contractor.  Pipe  and  Plant  Solutions,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  August  30, 
2015,  with  an  original  schedule  of  546  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  366  consecutive  calendar  days  on  August  30,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,839,350;  and 
WHEREAS,  Modifications  No.  1  &  2  were  issued  for  $339,584  to  increase  contract  Bid 
Item  #6  quantity  to  match  actual  completed  quantity  and  adjust  final  quantities,  increasing  the 
contract  amount  to  $2,178,934;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  made  a 
good  faith  effort  to  comply  with  the  established  Local  Business  Enterprise  (LBE)  subcontracting 
goal  of  10%  by  achieving  a  final  LBE  participation  of  9.55%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCSC7,  As-Needed  Sewer 
Cleaning  and  Inspection  (FY16);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  Pipe  and 
Plant  Solutions,  Inc.  for  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-617,  As-Needed  Sewer  Cleaning  and  Inspection  (FY16),  for 
a  total  contract  not-to-exceed  amount  of  $2,178,934,  and  with  a  total  contract  duration  of  366 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  26,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0206 


WHEREAS,  On  May  10,  2016,  per  Resolution  No.  16-0083,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  and  Public 
Works  (PW)  Pavement  Renovation  Program  funded  Contract  No.  WW-623,  SOMA/Bernal 
Heights/Excelsior  Districts  Sewer  Replacement  and  Pavement  Renovation,  to  Precision 
Engineering;  and 

WHEREAS,  The  construction  contract  Notice-to- Proceed  date  was  July  1 1,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,476,828,  and  the  original  contract 
duration  was  360  consecutive  calendar  days;  and 

WHEREAS,  The  original  contract  has  a  10%  duration  contingency  of  36  consecutive 
calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
the  Commission;  and 

WHEREAS,  Change  orders  for  costs  approved  to  date  for  this  construction  contract 
amount  to  $1 1,247,  pending  change  orders  amount  to  $0,  and  potential  change  orders  amount  to 
$0;  and 

WHEREAS,  An  increase  in  the  existing  36-day  contract  duration  contingency  in  the 
amount  of  up  to  20  consecutive  calendar  days  is  requested  to  account  for  additional  time  needed 
to  complete  the  work,  subject  to  the  General  Manager’s  subsequent  authorization  of 
modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  requirement  of  20%  for  this  contract  and  the  contractor 
committed  to  a  LBE  participation  of  20.626%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  PUC  WWE  R&R  Project  No.  CWWRNRCSD6, 
SOMA/Bernal  Heights/Excelsior  Districts  Sewer  Replacement  and  PW  Project  No. 
CPWTRN15A4,  SOMA/Bernal  Heights/Excelsior  Districts  Pavement  Renovation;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  36-day 
contract  duration  contingency  by  an  additional  20  consecutive  calendar  days  for  WWE,  R&R 
and  PW  Pavement  Renovation  Program  funded  Contract  No.  WW-623,  SOMA/Bernal 
Heights/Excelsior  Districts  Sewer  Replacement  and  Pavement  Renovation,  with  Precision 
Engineering,  Inc.  for  a  total  duration  contingency  of  56  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract 
duration  from  360  days  up  to  416  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  26,  201 7. 


S  s  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0207 


WHEREAS,  Wastewater  Enterprise  Capital  Improvement  Program  (CEP)  funded 
Contract  No.  WW-663,  Ocean  Beach  Coastal  Erosion  and  Wastewater  Infrastructure  Protection, 
was  advertised  on  July  24,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $3,000,000  for  this  construction  contract  work  to 
transport  and  relocate  sand  from  North  Ocean  Beach  to  South  Ocean  Beach,  as  well  as  perform 
erosion  mitigation  measures;  and 

WHEREAS,  The  contract  duration  is  1,155  consecutive  calendar  days  (approximately 
three  years);  and 

WHEREAS,  On  October  30,  2015  the  Planning  Department  determined  that  Project  No. 
CWWFAC01,  Ocean  Beach  Protection,  is  categorically  exempt  from  the  California 
Environmental  Quality  Act  (CEQA)  under  Section  15304,  Class  4;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  August  17,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Azul  Works  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  of 
20.16%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWFAC01,  Ocean  Beach 
Protection;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise  CIP  Program  funded  Contract  No.  WW-663,  Ocean  Beach 
Coastal  Erosion  and  Wastewater  Infrastructure  Protection,  in  the  amount  of  $2,861,550  and  for  a 
term  of  1,155  consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Azul  Works  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  26,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0208 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
located  near  the  intersection  of  Geneva  Avenue  and  Moscow  Street  commonly  known  as  the 
Amazon  Reservoir  Tract  Block  6284A,  Lot  001  in  San  Francisco  (Premises);  and 

WHEREAS,  In  201 1,  the  SFPUC  adopted  Commission  Resolution  No.  1 1-0173, 
declaring  its  support  of  the  San  Francisco  Healthy  and  Sustainable  Food  Executive  Order  and  the 
San  Francisco  Urban  Agriculture  Ordinance  and  that  urban  agriculture  on  SFPUC  lands 
advances  the  SFPUC  Community  Benefits  Policy;  and 

WHEREAS,  The  Tides  Center,  a  nonprofit  organization,  (Licensee)  desires  to  obtain  a 
revocable  license  (License)  on  behalf  of  People  Organizing  to  Demand  Environmental  and 
Economic  Rights  (PODER),  to  maintain  and  operate  an  urban  demonstration  farm  on  the 
Premises  to  educate  local  youth  and  community  members  about  sustainable  farming;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  License,  allowing  Licensee  to  use  the 
Premises  for  maintaining  and  operating  an  urban  demonstration  farm  to  educate  local  youth  and 
community  members  about  sustainable  farming  on  the  Premises;  and 

WHEREAS,  The  SFPUC  adopted  the  2015  Real  Estate  Guidelines  on  January  30,  2015, 
by  Commission  Resolution  No.  15-0013,  which  provide  that  the  SFPUC  may  issue  a  license 
with  no  use  fee  for  a  revocable  license  to  a  nonprofit  organization  with  a  charitable  purpose  if  the 
license  benefits  the  SFPUC’ s  primary  utility  purpose;  and 

WHEREAS,  Licensee  is  a  nonprofit  organization  with  a  charitable  purpose  under  Section 
5.3.2  of  the  2015  Real  Estate  Guidelines;  and 

WHEREAS,  The  License  benefits  the  SFPUC’ s  primary  utility  purposes  by  eliminating 
SFPUC  maintenance  costs  for  the  Premises;  and 

WHEREAS,  Issuance  of  the  License  meets  the  Commission-approved  2011  Community 
Benefits  Policy  and  the  2009  Environmental  Justice  Policy;  and 

WHEREAS,  On  July  28,  2016  the  Planning  Department  determined  that  the  revocable 
license  is  categorically  exempt  under  California  Environmental  Quality  Act  (CEQA)  Section 
15303,  Class  3  (New  Construction  or  Conversion  of  Small  Structures)  and  Section  15304,  Class 
4  (Minor  Alterations  to  Land);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  this 
License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 


1  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  26,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  _ 17-0209 


WHEREAS,  The  FC  Pier  70  Development  Project  (the  “Project”)  proposes  a  long-term, 
mixed-use  development  program  for  a  35-acre  site  at  Pier  70  that  would  create  residential  and 
commercial  uses,  street  and  shoreline  improvements  and  public  open  space;  and 

WHEREAS,  The  Project  site  is  bounded  by  Illinois  Street  to  the  west,  20th  Street  to  the 
north,  San  Francisco  Bay  to  the  east,  and  22nd  Street  to  the  south  (“Project  Site”);  and 

WHEREAS,  The  majority  of  the  project  site  is  located  within  the  Pier  70  area  (Pier  70), 
which  is  owned  by  the  City  and  County  of  San  Francisco  through  the  Port  of  San  Francisco 
(Port),  with  a  portion  of  the  project  site  owned  by  Pacific  Gas  and  Electric  (PG&E);  and 

WHEREAS,  Through  the  development  of  the  Project,  the  Project  Site  will  be  transformed 
into  a  mixed-use,  transit-oriented  development  with  new  public  streets  and  new  parks,  all  as 
further  described  in  the  proposed  development  agreement;  and 

WHEREAS,  The  Project  is  supported  by  extensive  investments  in  infrastructure, 
including  new  water  distribution,  auxiliary  water  supply  facilities,  stormwater  management 
improvements,  wastewater  collection  facilities,  power  facilities,  and  street  lighting;  and 

WHEREAS,  The  proposed  Development  Agreement  recognizes  that,  in  exchange  for 
defined  public  benefits,  the  Project  will  only  be  subject  to  certain  defined  ordinances, 
regulations,  rules  and  policies  governing  the  design,  construction,  fees  and  exactions,  use  or 
other  aspects  of  the  Project;  and 

WHEREAS,  The  Pier  70  project  requires  new  horizontal  infrastructure  development  to 
serve  the  Project;  and, 

WHEREAS,  An  Interagency  Cooperation  Agreement  articulates  the  Project’s 
responsibility  to  construct  horizontal  improvements  and  includes  various  city  agencies’, 
including  the  SFPUC’s,  authority  to  review  and  approve  the  horizontal  infrastructure  plans;  and 

WHEREAS,  The  SFPUC  Power  Enterprise  has  completed  a  feasibility  study  to  assess  the 
feasibility  of  providing  electric  power  to  the  28-Acre  Site,  consistent  with  Chapter  99  of  the  San 
Francisco  Administrative  Code;  and 

WHEREAS,  as  a  result  of  the  Project  the  SFPUC’s  existing  20th  Street  Pump  Station 
Facilities  will  need  to  be  relocated  by  the  Developer;  and 


WHEREAS,  An  Environmental  Impact  Report  (EIR)  was  prepared  for  the  Pier  70 
Mixed-Use  District  Project;  and 

WHEREAS,  at  the  August  24,  2017  hearing,  the  Planning  Commission  certified  the  Final 
Environmental  Impact  Report  (FEIR)  by  Motion  No.  19976,  and  on  the  same  date,  the  Planning 
Commission  adopted  environmental  findings  in  accordance  with  the  California  Environmental 
Quality  Act  (CEQA  Findings)  including  a  Statement  of  Overriding  Considerations,  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  in  Motion  No.  19977;  and 

WHEREAS,  The  project  files,  including  the  Final  EIR  (FEIR)  and  the  Pier  70  CEQA 
Findings  have  been  made  available  for  review  by  the  SFPUC  and  the  public  and  those  files  are 
part  of  the  record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  findings  contained  in  Planning  Commission  Motions  Nos.  19976  and  19977,  and 
all  written  and  oral  information  provided  by  the  Planning  Department,  the  public,  relevant  public 
agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project;  and 

WHEREAS,  The  SFPUC  has  reviewed  the  Utility-Related  Mitigation  Measures  in  the 
MMRP  and  agrees  to  consult  with  the  Port  regarding  the  design  and  construction  of  the  proposed 
20th  Street  Pump  Station  prior  to  final  approval  of  the  relocated  facility  ;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIRand  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  and  hereby  adopts  the  CEQA  Findings,  including  the  Statement  of  Overriding 
Considerations  and  adopts  the  Mitigation  Monitoring  and  Reporting  Programand  incorporates 
the  CEQA  findings  contained  in  Planning  Commission  Motion  Nos.  19976  and  19977  by  this 
reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  This  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  consents  to  the  Development 
Agreement  between  the  City  and  the  Developer  substantially  in  the  form  and  on  the  terms  as 
outlined  in  the  Development  Agreement  with  respect  to  the  items  under  the  SFPUC’s 
jurisdiction,  and  authorizes  the  General  Manager  to  execute  the  SFPUC  Consent  to  the 
Development  Agreement  on  behalf  of  this  Commission;  pending  approval  by  the  Board  of 
Supervisors,  and  be  it 


FURTHER  RESOLVED,  That  subject  to  approval  from  the  Board  of  Supervisors,  this 
Commission  does  hereby  consent  to  the  Interagency  Cooperation  Agreement  between  the  City, 
the  Port  Commission,  and  the  Developer,  with  respect  to  the  items  under  the  SFPUC’s 
jurisdiction,  and  authorizes  the  General  Manager  to  execute  the  SFPUC  Consent  to  Interagency 
Cooperation  Agreement  on  behalf  of  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  will  provide  electric  power  to  the  project 
pursuant  to  its  Rules  and  Regulations  for  electric  service;  and  be  it 

FURTHER  RESOLVED,  That,  subject  to  appropriation  of  any  necessary  funds,  this 
Commission  authorizes  the  SFPUC  General  Manager,  to  take  any  and  all  steps  (including,  but 
not  limited  to,  the  execution  and  delivery  of  any  and  all  agreements,  notices,  consents  and  other 
instruments  or  documents,  including  the  negotiation  and  execution  of  an  MOU  with  the  Port 
regarding  the  relocation  of  the  20th  Street  Pump  Station  facilities)  as  he  or  she  deems  necessary 
or  appropriate,  in  consultation  with  the  City  Attorney,  in  order  to  consummate  and  perform  its 
obligations  under  the  Development  Agreement  and  the  Interagency  Cooperation  Agreement  in 
accordance  with  this  Resolution  and  legislation  by  the  Board  of  Supervisors,  or  otherwise  to 
effectuate  the  purpose  and  intent  of  this  Resolution  and  such  legislation;  and  be  it 

FURTHER  RESOLVED,  That,  by  consenting  to  the  Development  Agreement  between 
the  City  and  the  Developer  and  the  Interagency  Cooperation  Agreement  between  the  City,  the 
Port  Commission,  and  the  Developer,  the  Commission  does  not  intend  to  in  any  way  limit,  waive 
or  delegate  the  exclusive  authority  of  the  SFPUC  as  set  forth  in  Article  VIIIB  of  the  City's 
Charter;  and  be  it 

FURTHER  RESOLVED,  That  the  approval  under  this  Resolution  shall  take  effect  upon 
the  effective  date  of  the  Board  of  Supervisors  legislation  approving  the  Development  Agreement. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  September  26,  2017. 


Secretary,  Public  Utilities  Commission 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.ora 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.comA/iewPublisher.php9view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Pamassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 
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Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paae=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 
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1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  September  26,  2017 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business 

a)  Annual  Election  of  Officers:  Discussion  and  possible  action  to  elect  a  new 
President  and  Vice  President  of  the  Commission,  each  to  serve  a  one  year 
term. 

7.  Report  of  the  General  Manager  (discussion  only) 

a)  Clean PowerSF  Update  (Hale) 

b)  Sunol  Valley  Golf  Course  Update  (Ritchie) 

c)  Report  on  Recent  SFPUC  Activities,  Events,  and  Announcements 

8.  Collection  System  Capital  Improvement  Strategy:  Using  an  Urban  Watershed 

Assessment  Approach  (How) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www.sfwater. org/index.asDX?Daae=  167 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-229C,  As-Needed 
Specialized  and  Technical  Services,  with  AECOM/WRE  Joint  Venture,  to 


provide  continued  assistance  with  specialized  and  technical  services  to  the 
Water  Enterprise;  and  authorize  the  General  Manager  to  execute  this 
amendment,  extending  the  term  by  one  year  and  six  months,  for  a  total 
agreement  duration  of  six  years,  six  months,  with  no  change  to  the 
agreement  amount.  (Ritchie) 

b)  Accept  work  performed  by  Sierra  Mountain  Construction  Inc.,  for  Contract 
No.  HH-986,  2017  Mountain  Tunnel  Interim  Repair;  Approve  Modification 
No.  6  (Final),  decreasing  the  contract  amount  by  $329,269,  for 
1 7  {J  u  1 1  reconciliation  of  actual  labor  and  materials  required  to  complete  the  work 
under  bid  item  allowances,  for  a  total  contract  amount  of  $5,61 1 ,460;  and 
authorize  final  payment  to  the  Contractor.  (How) 


c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-642, 
Southeast  Water  Pollution  Control  Plant  Gas  Holder  Evacuation  System,  in 
the  amount  of  $3,247,000,  to  the  lowest,  qualified,  responsible  and 
i  f  o  Ll'L  responsive  bidder,  Cal  State  Constructors,  Inc.,  to  rehabilitate  and  replace 
multiple  components  of  the  emergency  Gas  Holder  Evacuation  System  at 
Southeast  Plant.  This  action  constitutes  the  Approval  Action  for  the  project 
for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San 
Francisco  Administrative  Code.  (How) 


d)  Approve  an  increase  to  the  existing  14-day  construction  contract 
duration  contingency  by  an  additional  22  consecutive  calendar  days 

l  7  0  ''  i3  for  C°ntract  No.  WW-649,  Paul  Avenue  Sewer  Replacement,  with  Shaw 

1  **  Pipeline,  Inc.;  and  authorize  the  General  Manager  to  approve  future 

modifications  to  the  contract  for  a  total  revised  contract  duration  of  up 
to  181  consecutive  calendar  days  (approximately  six  months). 

(How) 


REGULAR  SESSION 


10.  Approve  Amendment  No.  1  to  Agreement  No.  CS-298,  Conservation 

Easement  Planning  and  Conveyance  Agreement,  with  the  Center  for  Natural 
Lands  Management;  Authorize  the  General  Manager  to  execute  this 
,,  ,  i  amendment,  extending  the  term  by  two  years,  three  months,  and  11  days, 

^  x  tor  a  total  agreement  duration  of  four  years,  two  months,  and  nine  days,  with  no 
change  to  the  agreement  amount.  (Ritchie) 


11. 


170215 


Approve  Amendment  No.  1  to  Agreement  No.  CS-1053,  Interpretive  and 
Archaeological  Services,  with  the  Muwekma  Ohlone  Tribe,  to  assist  the  San 
Francisco  Public  Utilities  Commission  with  interpretive  display  development, 
archaeological  monitoring,  culturally  appropriate  treatment  of  human  remains, 
and  report  writing  for  the  Alameda  Creek  Watershed  Center,  the  Sunol  Yard 
rehabilitation,  and  the  Watershed  Nursery  projects;  and  authorize  the  General 
Manager  to  execute  this  amendment,  increasing  the  agreement  amount  by 
$150,000,  for  a  total  not-to-exceed  amount  of  $358,000,  and  with  a  time 
extension  of  one  year  and  eight  months,  for  a  total  agreement  duration  of 
four  years  and  eight  months.  (Ritchie) 


CLOSED  SESSION 


1 2.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

1 6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 


§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 
(discussion  only)  (Carlin) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21 .  Announcement  following  Closed  Session. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

23.  Other  New  Business  (discussion  only) 

24.  Adjournment 
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ORDER  OF  BUSINESS 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:52  PM. 

2.  Roll  Call 

Present:  Moran,  Kwon,  Caen  and  Vietor 
Excused:  Courtney 

President  Moran  announced  there  would  be  no  Closed  Session. 

3.  Approval  of  the  Minutes  of  September  26,  201 7 

On  Motion  to  approve  the  Minutes  of  September  26,  2017: 

Ayes:  Moran,  Kwon,  Caen  and  Vietor 

No  public  comment. 

4.  General  Public  Comment 
None. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Other  Commission  Business 

a)  Annual  Election  of  Officers:  Discussion  and  possible  action  to  elect  a  new 

President  and  Vice  President  of  the  Commission,  each  to  serve  a  one  year 

term. 

Commissioner  Caen  nominated  Commissioner  Ike  Kwon  as  President. 

On  Motion  to  approve  the  nomination  of  Commissioner  Kwon  as  President: 
Ayes:  Kwon,  Caen,  Vietor  and  Moran 

No  public  Comment 

President  Kwon  presented  Commissioner  Moran  with  a  ceremonial  gavel 
and  thanked  him  for  his  guidance,  service,  and  leadership.  He  also 
presented  him  with  a  book  titled,  “The  Prize”. 

Commissioners  Vietor  and  Caen  thanked  Commissioner  Moran  for  his  for  his 
leadership. 

Commissioner  Moran  stated  it  was  an  honor  to  serve  as  the  Commission 
President. 
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General  Manager  (GM)  Kelly  thanked  Commissioner  Moran  for  his 
leadership  and  for  his  patience  and  mentorship  as  he  became  the  GM. 

Commissioner  Moran  nominated  Commissioner  Vince  Courtney  as  Vice 
President. 

On  Motion  to  approve  the  nomination  of  Commissioner  Courtney  as  Vice 
President: 

Ayes:  Kwon,  Caen,  Vietor  and  Moran 
No  public  comment. 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  update  on  the  following:  (1)  Enrollment:  86,000  sites  being 
served  (which  includes  October  enrollment);  Opt-out  rate  is  at  3.2%; 
SuperGreen  upgrade  rate  is  at  3.8%;  Next  enrollment  begins  in  January  with 
180  on  waitlist  (48%  requesting  SuperGreen  upgrades);  (2)  Contracting: 
Citywide  enrollment  efforts  includes  procuring  supply  and  related  financial 
support.  Strong  response  to  renewable  RFO  with  44  short-list  projects 
posted.  Project  portfolio  will  be  brought  before  the  Commission;  Bank  credit 
facility  work  is  underway  to  provide  stand-by  letters  of  credit;  (3)  Legislative: 
Currently  between  legislative  sessions;  Bills  next  session  likely  to  affect 
CCA’s;  and  (4)  Regulatory:  Engaging  in  exit  fee  rulemaking  activities;  Bond 
proceeding  are  active  at  the  CPUC  with  hearings  soon;  CPUC  issued  notice 
of  workshop  on  choice,  with  a  CCA  focus. 

No  public  comment. 

b)  Sunol  Valiev  Golf  Course  Update 

Steve  Ritchie,  AGM  Water,  introduced  Tim  Ramirez,  Manager  Natural 
Resource  and  Lands  Management,  who  provided  a  summary  of  the  activities 
at  the  site  (formerly  Sunol  Valley  Golf  Course).  He  noted  in  January  2016  the 
former  tenant  left  the  property.  The  first  order  of  business  for  staff  was  to 
secure  the  property.  He  offered  thoughts  on  uses  for  the  property  are 
consistent  with  the  Watershed  Management  Plan. 

He  indicated  discussions  have  occurred  with  the  Sunol  Citizens’  Advisory 
Committee  regarding  potential  site  uses.  He  stated  all  suggested  uses  will  be 
presented  to  the  community  for  feedback.  He  discussed  several  suggested 
uses  for  the  property,  but  indicated  immediate  plans  are  to  prepare  site  to  be 
grazed  for  vegetation  management,  and  to  move  forward  with  a  carbon 
sequestration  study. 

Mr.  Ramirez  responded  to  questions  from  Commissioner  Vietor  regarding 
timing  for  the  initial  project  baseline  timeline,  and  regarding  the  status  of  the 
Sunol  Watershed  Center. 
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No  public  comment. 


c)  Report  on  Recent  SFPUC  Activities.  Events,  and  Announcements 

None. 

8.  Collection  System  Capital  Improvement  Strategy:  Using  an  Urban  Watershed 

Assessment  Approach 

Stefani  Harrison,  Project  Manager,  presented  the  Collection  System  Capital 
Improvement  Strategy,  which  was  developed  during  the  past  year  to  evaluate 
and  integrate  the  needs  of  the  collection  system  (Sewer  System  Improvement 
Program  (SSIP)  Level  of  Service  (LOS)  improvement  drivers).  She  discussed: 

(1)  Collection  System  Capital  Improvement  Strategy  objectives;  (2)  SSIP  LOS 
improvement  drivers;  synergy  drivers,  and  phasing  drivers;  (3)  2016  Collection 
System  Program  baseline  ($2.7B);  (4)  Process  and  Approach  (category  of 
projects);  and  (5)  Prioritization  (collection  system  projects,  treatment  system 
projects,  and  other  prioritized  capital  projects);  and  10-year  C IP. 

Ms.  Harrison  continued  with  a  review  of  the  four  categories  of  collection  system 
reliability,  reviewing  the  need,  prioritization  approach,  and  budget  summary  (as 
compared  to  2016  baseline)  for  the  following:  (1)  Central  Bayslde  System 
Improvement  Project  (no  change  in  baseline);  (2)  Interceptors  and  tunnels 
(+S140M  in  baseline);  (3)  Pump  stations  and  force  mains  (-$99M  in  baseline); 
and  (4)  Discharge  structures  and  transport  system  boxes  (-$156M  in  baseline). 

Ms.  Harrison  reviewed  stormwater  management  (SSIP  LOS  improvement 
drivers)  and  project  costs  for  flood  resilience  projects  to  manage  flooding  in  a 
LOS  storm  (100%  risk  managed);  High  impact  flood  projects  SSIP  phases  two 
and  three  (60%  risk  managed);  and  remainder  for  implementation  after  2031 
(40%>  risk  managed). 

GM  Kelly  responded  to  a  question  from  President  Kwon  regarding  timing  for  the 
implementation  of  the  remaining  projects. 

Ms.  Harrison  stated  there  is  a  $450M  increase  in  the  baseline  budget  for  flood 
resilience. 

She  continued  her  presentation  with  a  discussion  of  Green  Infrastructure  (Gl) 
and  two  concepts  for  the  management  of  stormwater  through  Gl.  She  reviewed 
Gl  goals  and  outlined  the  prioritization  approach  (SSIP  Gl  project  screening 
metrics)  to:  (1)  Manage  flood  challenges  in  LOS  storm;  and  (2)  Manage  annual 
stormwater.  She  reviewed  suggested  Gl  project  concepts  for  SSIP  Phases  two 
three.  She  discussed  the  Gl  budget  summary  and  outlined  reasons  for  the  $84M 
decrease  form  the  2016  baseline. 

Ms.  Harrison  touched  on  integrated  performance  goals  in  SSIP:  (1)  Manage 
flood  challenges  in  LOS  storm  (flood  resilience,  and  capital  Gl);  and  (2)  Mange 
annual  stormwater  (capital  Gl,  Gl  grants,  and  Stormwater  Management 
Ordinance). 
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Ms.  Harrison  concluded  with  a  summary  of  the  2016  baseline  and  the  capital 
strategy  (revised  as  presented),  indicating  the  largest  increases  are  in  the 
categories  of  interceptors  and  tunnels,  and  in  flood  resilience.  She  noted 
increases  are  offset  by  savings  in  other  categories,  but  that  there  is  an  overall 
increased  need  of  $239 M  above  2016  baseline  budget  for  the  collection  system. 
She  discussed  next  steps  and  upcoming  decisions  that  will  need  to  be  made. 

Public  Comment 

•  Josie  Ahrens,  Senior  Community  Organizer,  Walk  San  Francisco,  expressed 
support  for  the  item  and  for  the  Green  Connections  Plan  and  for  Green 
Infrastructure.  She  encouraged  partnerships  with  other  city  agencies. 

Commissioner  Vietor  expressed  support  for  the  Green  Infrastructure  projects 
and  greener  streets. 

The  Commission  Secretary  read  the  Consent  Calendar  summary.  She  stated  a 
comment  letter  regarding  item  9a  was  received  from  Alvin  Ja,  and  was  provided 
to  the  Commission  and  was  made  available  for  public  review. 

9.  Consent  Calendar: 

a)  Approve  Amendment  No.  1  to  Agreement  No.  CS-229C,  As-Needed 

Specialized  and  Technical  Services,  with  AECOM/WRE  Joint  Venture,  to 

provide  continued  assistance  with  specialized  and  technical  services  to  the 

Water  Enterprise;  and  authorize  the  General  Manager  to  execute  this 

amendment,  extending  the  term  by  one  year  and  six  months,  for  a  total 

agreement  duration  of  six  years,  six  months,  with  no  change  to  the 

agreement  amount.  (Resolution  17-0210) 

b)  Accept  work  performed  by  Sierra  Mountain  Construction  Inc.,  for  Contract 

No.  HH-986,  2017  Mountain  Tunnel  Interim  Repair;  Approve  Modification 

No.  6  (Final),  decreasing  the  contract  amount  by  $329,269,  for  reconciliation 

of  actual  labor  and  materials  reguired  to  complete  the  work  under  bid  item 

allowances,  for  a  total  contract  amount  of  $5,61 1 ,460;  and  authorize  final 

payment  to  the  Contractor.  (Resolution  17-0211) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-642, 

Southeast  Water  Pollution  Control  Plant  Gas  Holder  Evacuation  System,  in 

the  amount  of  $3,247,000,  to  the  lowest,  Qualified,  responsible  and 

responsive  bidder.  Cal  State  Constructors,  Inc.,  to  rehabilitate  and  replace 

multiple  components  of  the  emergency  Gas  Holder  Evacuation  System  at 

Southeast  Plant.  This  action  constitutes  the  Approval  Action  for  the  project 

for  the  purposes  of  CEQA,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  17-0212) 

d)  Approve  an  increase  to  the  existing  14-dav  construction  contract  duration 

contingency  by  an  additional  22  consecutive  calendar  days  for  Contract  No. 

WW-649,  Paul  Avenue  Sewer  Replacement,  with  Shaw  Pipeline,  Inc.;  and 

authorize  the  General  Manager  to  approve  future  modifications  to  the 
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contract  for  a  total  revised  contract  duration  of  up  to  181  consecutive 

calendar  days.  (Resolution  17-0213) 

On  Motion  to  approve  the  Consent  Calendar: 

Ayes:  Kwon,  Caen,  Vietor  and  Moran 

No  public  comment. 

10.  Approve  Amendment  No.  1  to  Agreement  No.  CS-298,  Conservation  Easement 

Planning  and  Conveyance  Agreement,  with  the  Center  for  Natural  Lands 

Management;  Authorize  the  General  Manager  to  execute  this  amendment, 

extending  the  term  by  two  years,  three  months,  and  1 1  days,  for  a  total 

agreement  duration  of  four  years,  two  months,  and  nine  days,  with  no  change 

to  the  agreement  amount.  (Resolution  17-0214) 

AGM  Ritchie  introduced  the  item  and  request  approval. 

On  Motion  to  approve  Item  10: 

Ayes:  Kwon,  Caen,  Vietor  and  Moran 

No  public  comment. 

1 1 .  Approve  Amendment  No.  1  to  Agreement  No.  CS-1053,  Interpretive  and 
Archaeological  Services,  with  the  Muwekma  Ohlone  Tribe,  to  assist  the  San 

Francisco  Public  Utilities  Commission  with  interpretive  display  development. 

archaeological  monitoring,  culturally  appropriate  treatment  of  human  remains, 

and  report  writing  for  the  Alameda  Creek  Watershed  Center,  the  Sunol  Yard 

rehabilitation,  and  the  Watershed  Nursery  projects;  and  authorize  the  General 

Manager  to  execute  this  amendment,  increasing  the  agreement  amount  by 

$150,000,  for  a  total  not-to-exceed  amount  of  $358,000,  and  with  a  time 

extension  of  one  year  and  eight  months,  for  a  total  agreement  duration  of  four 

years  and  eight  months.  (Resolution  17-0215) 

AGM  Ritchie  introduced  the  item  and  requested  approval.  He  noted  the 
excavation  of  Native  American  remains  at  the  site,  which  has  on-going 
monitoring  by  Muwekman  Ohlone  representatives. 

On  Motion  to  approve  Item  1 1: 

Ayes:  Kwon,  Caen,  Vietor  and  Moran 

No  public  comment. 

President  Kwon  announced  there  would  be  no  Closed  Session. 

12.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

1 3.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 
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14. 


Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.1 5:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 
City  and  County  of  San  Francisco 
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Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 


1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

21 .  Announcement  following  Closed  Session. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

23.  Other  New  Business 
None. 

24.  Adjournment 

President  Kwon  adjourned  the  meeting  at  3:01  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0210 


WHEREAS,  On  August  28,  2012,  this  Commission  awarded  Agreement  No.  CS-229C, 
Specialized  and  Technical  Services,  Water  Enterprise,  and  authorized  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional 
services  agreement,  in  the  amount  of  $4,000,000,  and  with  a  term  of  five  years,  concluding  on 
October  15,  2017,  with  AECOM/WRE,  Joint  Venture;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  by  one 
year  and  six  months,  to  April  15,  2019,  with  no  change  to  the  agreement  amount,  in  order  to 
complete  ongoing  work;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  established  a  subconsulting 
goal  of  15%  Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be 
provided)  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Water  Enterprise  operating  and 
capital  budgets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-229C,  Specialized  and  Technical  Services,  Water  Enterprise,  with  AECOM/WRE,  Joint 
Venture  in  order  to  provide  continued  assistance  with  specialized  and  technical  services  to  the 
Water  Enterprise,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment, 
extending  the  agreement  term  by  one  year  and  six  months,  for  a  total  agreement  duration  of  six 
years  and  six  months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0211 


WHEREAS,  Construction  has  been  completed  for  Hetch  Hetchy  Water  &  Power 
(HHWP)  funded-Contract  No.  HH-986,  2017  Mountain  Tunnel  Interim  Repair,  by  the 
contractor.  Sierra  Mountain  Construction  Inc.;  and 

WHEREAS,  On  June  28,  2016,  by  Resolution  16-0124,  this  Commission  approved  the 
award  of  HHWP  -funded  Contract  No.  HH-986,  2017  Mountain  Tunnel  Interim  Repair  located 
in  Tuolumne  County,  California,  to  the  lowest,  qualified  responsible  and  responsive  bidder, 

Sierra  Mountain  Construction,  Inc.  (Contractor);  and 

WHEREAS,  The  contract  Notice-to-Proceed  date  was  August  29,  2016;  and 
WHEREAS,  The  original  contract  amount  was  for  $4,960,260,  and  the  original  contract 
duration  was  256  consecutive  calendar  days;  and 

WHEREAS,  Modification  Numbers  1  through  5  were  issued  for  a  total  of  $980,469 
increasing  the  contract  amount  to  $5,940,729  to  address  additional  tunnel  repair  work  during  the 
outage,  installation  of  in-tunnel  mine  phones,  additional  sand  removal  at  Early  Intake,  oil  boom 
installation  along  Priest  Access  Road,  additional  road  clearing  work  for  access,  and  additional 
road  repair  work  on  Rickson  Road,  and  to  extend  the  contract  duration  by  120  calendar  days  to 
complete  administative  closeout  of  the  contract  for  a  total  contract  duration  of  376  calendar  days; 
and 

WHEREAS,  Modification  No.  6  (Final)  is  being  requested  for  a  total  reduction  of 
$329,269  for  reconciliation  of  actual  labor  and  materials  required  to  complete  the  work  under  bid 
item  allowances,  decreasing  the  total  contract  amount  to  $5,611,460  with  no  change  in  contract 
duration;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  made  a 
good  faith  effort  to  comply  with  the  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  8%  for  this  contract  by  achieving  a  final  LBE  participation  of  1 1.58%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH- 102.20  Mountain  Tunnel  Interim 
Repairs  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Sierra  Mountain 
Inc.  for  HHWP-funded  Contract  HH-986,  2017  Mountain  Tunnel  Interim  Repair,  for  a  total 
contract  amount  of  $5,611,460  with  a  total  contract  duration  of  376  consecutive  calendar  days; 
and  authorizes  final  payment  to  the  Contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  10,  2017. 

iij4 vcL _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0212 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised 
Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  Treatment  Facilities  (R&R)  Program 
-funded  Contract  No.  WW-642  Southeast  Water  Pollution  Control  Plant  Gas  Holder  Evacuation 
System  on  July  17,  2017;  and 

WHEREAS,  The  baseline  budget  amount  is  $3,500,000  and  the  Engineer’s  Estimate  is 
$2,605,347  for  this  construction  contract  to  install  dystor  evacuation  system  and  associated 
equipment  replacement  and  facility  rehabilitation  work;  and 

WHEREAS,  The  contract  duration  is  660  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  September  7,  2017; 
and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  Contract 
Monitoring  Division  (CMD)  staff  reviewed  the  bids  for  qualifications,  responsibility, 
responsiveness  and  application  of  bid  preferences  and  compensable  delay  extension  prices  in 
accordance  with  contract  documents,  and  this  review  resulted  in  the  establishment  of  Cal  State 
Constructors,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  20%  for  this  contract  and  the  contractor  committed  to  a  LBE  participation  rate  of 
32.56%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  (2)  weeks  of  the  date  of  the  Commission  award;  failure  of 
the  bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to 
the  next  lowest,  responsible  and  responsive  bidder,  or  re -bidding  of  the  contract  at  the  discretion 
of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF83,  SE740  Dystor 
Digestor  Gas  Upgrade;  and 

WHEREAS,  On  September  9,  2015,  the  Planning  Department  determined  that  the  project 
is  exempt  from  the  California  Environmental  Quality  Act  under  Section  15303,  Class  3  (New 
Construction  or  Conversion  of  Small  Structures);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  R&R  Treatment  Facilities  Program-funded  Contract  No.  WW-642,  Southeast 
Water  Pollution  Control  Plant  Gas  Holder  Evacuation  System,  in  the  amount  of  $3,247,000,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State  Constructors,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  1 0,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0213 


WHEREAS,  On  April  25,  2017,  per  Resolution  No.  17-0084,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  funded 
Contract  No.  WW-649,  Paul  Avenue  Sewer  Replacement,  to  Shaw  Pipeline,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  June  5,  2017;  and 

WHEREAS,  The  contract  amount  was  for  $736,410,  and  the  contract  duration  was  145 
consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  duration  in  excess  of  10%  of  the  original  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  Potential  change  order  of  an  additional  22  consecutive  calendar  days  is 
estimated,  which  would  increase  the  contract  duration  contingency  to  up  to  36  consecutive 
calendar  days;  and 

WHEREAS,  This  potential  change  order,  if  converted  to  a  change  order,  would  exceed 
the  pre-approved  10%  construction  duration  contingency  of  14  consecutive  calendar  days;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  in  the  amount  of  22 
consecutive  calendar  days  is  requested  for  additional  time  needed  for  the  contractor  to  coordinate 
work  with  San  Francisco  Public  Works  though  the  Excavation  Permit  process  which  is  obtained 
from  the  Bureau  of  Street  Use  and  Mapping,  subject  to  the  General  Manager’s  subsequent 
authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  participation  requirement  of  20%  for  this  contract,  and  the  contractor 
committed  to  a  LBE  participation  of  20.08%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  WWE  R&R  Project  No.  10015668,  Paul  Avenue 
Sewer  Replacement;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  14-day 
contract  duration  contingency  by  an  additional  22  consecutive  calendar  days  for  WWE,  R&R 
Program-funded  Contract  No.  WW-649,  Paul  Avenue  Sewer  Replacement,  with  Shaw  Pipeline, 
Inc.,  for  a  total  duration  contingency  of  36  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  consider  and,  if  appropriate,  approve  future  modifications  to  the  contract 
duration  of  up  to  181  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0214 


WHEREAS,  On  February  10,  2015,  this  Commission  awarded  Agreement  No.  CS-298, 
Conservation  Easement  Planning  and  Conveyance  Agreement  with  the  Center  for  Natural  Lands 
Management  (CNLM),  in  the  amount  of  $70,000  and  with  a  term  of  one  year,  ten  months,  and  29 
days;  and 

WHEREAS,  The  Agreement  with  CNLM  was  executed  on  October  23,  2015; 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  by  two 
years,  three  months,  and  11  days  until  December  31,  2019,  with  no  change  in  the  agreement 
amount,  to  allow  more  time  to  develop  and  complete  the  easement  areas  and  associated 
documents,  and  develop  a  long  term  endowment  plan  to  be  approved  by  the  permitting  agencies; 
and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW  38802 
Bioregional  Habitat  Restoration;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water  System 
Improvement  Program-funded  Agreement  No.  CS-298,  Conservation  Easement  Planning  and 
Conveyance  Agreement,  with  CNLM,  and  authorizes  the  General  Manager  of  the  SFPUC  to 
execute  this  amendment  extending  the  term  by  two  years,  three  months,  and  1 1  days,  for  a  total 
agreement  duration  of  four  years,  two  months,  and  9  days,  with  no  change  to  the  agreement 
amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  10,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0215 


WHEREAS,  Pursuant  to  Resolution  No.  16-0070,  this  Commission  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a 
professional  services  agreement,  Agreement  No.  CS-1053,  with  the  Muwekma  Ohlone  Tribe  for 
Interpretive  and  Archaeological  Services,  for  an  amount  of  $208,000  and  with  a  term  of  three 
years,  concluding  on  July  11,  2019,  to  provide  assistance  with  development  of  interpretive 
displays  and  archaeological  monitoring  and  recovery;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  an  additional  $150,000  with  a  time 
extension  of  one  year  and  eight  months,  increasing  the  total  not-to-exceed  agreement  amount  to 
$358,000  and  the  total  agreement  duration  to  four  years  and  eight  months,  in  order  for  the 
Muwekma  Ohlone  Tribe  to  continue  to  assist  the  SFPUC  with  interpretive  display  development, 
archaeological  monitoring,  culturally  appropriate  treatment  of  human  remains,  and  report  writing 
for  the  Alameda  Creek  Watershed  Center,  the  Sunol  Yard  rehabilitation,  and  the  Watershed 
Nursery  projects;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the 
Contract  Monitoring  Division  (CMD)  Local  Business  Enterprise  subconsulting  requirements 
have  been  waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW27701  -  Water 
Enterprise  Capital  Project  funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-1053,  Interpretive  and  Archaeological  Services,  with  the  Muwekma  Ohlone  Tribe  for 
continued  assistance  with  interpretive  displays  and  archaeological  monitoring  and  recovery  for 
the  Alameda  Creek  Watershed  Center,  the  Sunol  Yard  rehabilitation,  and  the  Watershed  Nursery 
projects,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment 
increasing  the  agreement  amount  by  $150,000,  for  a  total  not-to-exceed  agreement  amount  of 
$358,000,  and  with  a  time  extension  of  one  year  and  eight  months,  for  a  total  agreement  duration 
of  four  years  and  eight  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  1 0,  201 7. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

'/Vaie 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  October  24,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ike  Kwon,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPublisher.php7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21-Hayes;  9-San  Bruno;  and  71-Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761.  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.org/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

H  311  Free  Language  Assistance:  m  /  Ayuda  gratuita  con  el  idioma  /  EecnjiaTHan  noinomb 

nepeBOflHHKOB  /  Tragiup  Thong  dich  Mien  phi  /Assistance  linguistique  gratuite  /  /  “si  ^jO]  / 

EJiviaS  VI“OH“»'"ismT«d  H'Eifnlirf -m / Libreng tulong para sa  wikang Tagaiog muaa 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31 .16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  October  10,  2017 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Real  Estate  Update 

e)  Dam  Safety  Activities  Update 

f)  Declaration  of  Emergency:  CS-1091  (E)  Tesla  Treatment  Facility  Flywheel 
UPS 

g)  Water  Supply  Conditions  Update 

h)  Water  Supply  Agreement  Update 

6.  Other  Commission  Business 


7.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update  (Flale) 

b)  Proposed  Modifications  to  the  Water  Level  of  Service 

Goals  and  Objectives  (Ritchie) 

c)  Federal  Energy  Regulatory  Commission  Relicensing  of 

Don  Pedro  Hydroelectric  Project  and  Licensing  of  La  Grange 
Hydroelectric  Project  (Ritchie) 

d)  Policy  and  Government  Affairs  Annual  Update  (Ellis) 


e)  Report  on  Recent  SFPUC  Activities,  Events,  and  Announcements 

8.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www.sfwater.orQ/index. aspx?Dage=1 67 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 


upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2742, 
16-Inch  Ductile  Iron  Water  Main  Replacement  on  7th  Street  from  Townsend 
l  7  G2 1 8  t0  1 6th  Street,  in  the  amount  of  $1 ,986,746,  to  the  lowest,  qualified, 

responsible  and  responsive  bidder,  P  &  J  Utility  Co.  This  action  constitutes 
the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 
Section  31.04  (h)  of  the  San  Francisco  Administrative  Code.  (How) 

REGULAR  SESSION 


10. 


i  70217 


ii. 

170218 


12. 


13. 

170213 


Approve  an  increase  to  the  funding  allocation  for  the  San  Francisco 
Public  Utilities  Commission’s  Floodwater  Management  Grant  Program  for 
Fiscal  Year  FY  2017-18  from  $250,000  to  up  to  $1,750,000,  to  be  made 
available  at  the  time  of  execution  of  grant  agreements  from  the  existing 
Wastewater  Enterprise  budget;  and  direct  the  General  Manager  to  include  in 
his  recommended  biennial  budget  for  the  Fiscal  Years  2018-19  and  2019-20,  a 
Grant  Program  budget  of  $2,000,000  per  year  for  consideration  by  the 
Commission.  (Henderson) 

Authorize  the  General  Manager  to  designate  a  specific  brand  of  grit 
separator  system,  HeadCell  ®  Vortex  system  by  Hydro  International,  and  a 
specific  brand  of  grit  dewatering/washing,  Huber  Technology’s  COANDA, 
as  necessary  items  only  available  from  one  source  in  the  contract  specifications 
for  Contract  WW-628,  Southeast  Plant  New  Headworks  Facility,  pursuant  to 
San  Francisco  Administrative  Code  Section  6.73(e)(1).  (How) 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
negotiate  and  execute  an  Exclusive  Negotiation  Agreement  (ENA)  with 
Reservoir  Community  Partners,  LLC,  a  Delaware  limited  liability  company 
representing  a  joint  venture  comprised  of  AvalonBay  Communities  and  Bridge 
Housing  Corporation  (collectively,  Developer),  to  develop  mixed-income 
housing,  parks  and  open  space  on  approximately  17  acres  of  property 
located  at  Ocean  and  Phelan  Avenues  in  San  Francisco,  commonly  known 
as  the  Balboa  Reservoir.  The  ENA  states  the  process  and  the  terms  and 
conditions  upon  which  the  City  and  County  of  San  Francisco  and  the  Developer 
will  negotiate  and  seek  to  complete  a  purchase  and  sale  agreement,  quitclaim 
deed  with  reservation  of  certain  easements,  development  agreement, 
declaration  of  use  restrictions,  and  such  other  documents  as  are  necessary  to 
effectuate  an  approved  development  project  for  the  Balboa  Reservoir,  subject 
to  further  approval  by  the  SFPUC.  (Carlin) 

Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  as  the  encroaching  party,  an  Encroachment  Permit  with  the 
Groveland  Community  Services  District  (GCSD),  in  an  amount  not  to 
exceed  $10,000,  and  with  a  duration  of  three  years,  with  an  automatic 
renewal  of  two  successive  additional  terms  of  three  years,  to  install  adit 


monitoring  stations  on  GCSD  facilities  within  the  Second  Garrote  and  Big  Creek 
Shafts  of  the  Mountain  Tunnel  in  Groveland,  California.  (Carlin) 

14.  Award  Job  Order  Contract  No.  JOC-65R,  General  Engineering  (A  -  License), 
for  a  not-to-exceed  amount  of  $5,000,000,  and  with  a  five-year  term,  to  the 

_  lowest,  qualified,  responsible,  and  responsive  bidder,  Robert  E.  Boyer 
1  7  02  20  Construction,  Inc.,  to  perform  general  engineering  construction  tasks  for  all  San 
Francisco  Public  Utilities  Commission  Enterprise  Operations  and  Bureaus  in 
San  Joaquin,  Stanislaus  and  Tuolumne  Counties.  (How) 

CLOSED  SESSION 


15.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 


1 6.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (2)  (Action)  (Gessner) 

Unlitiqated  Claim 

Robin  Paul  Roderick  v.  City  and  County  of  San  Francisco 
\  70221  DFEH  Complaint  No.:  825366-256185 

EEOC  Complaint  No.:  37A-2017-01 1 14-C/Date  Filed:  February  10,  2017 
Proposed  Settlement  Amount:  $50,000  with  release  of  claim 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 

Case  No.:  ER  15-703-000/Date  Filed  December  23,  2014 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 


Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1 )  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 
(discussion  only)  (Carlin) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 


25.  Announcement  following  Closed  Session. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

27.  Other  New  Business  (discussion  only) 

28.  Adjournment 
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1.  Call  to  Order 

President  Kwon  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Kwon,  Courtney,  and  Vietor 
Excused:  Caen  and  Moran 

President  Kwon  stated  item  12  was  removed  from  the  agenda  and  will  be 
rescheduled  to  the  regular  meeting  of  November  14,  2017. 

3.  Approval  of  the  Minutes  of  October  10,  2017 

On  Motion  to  approve  the  Minutes  of  October  10,  2017: 

Ayes:  Kwon,  Courtney,  and  Vietor 

No  public  comment. 

4.  General  Public  Comment 

•  Demetrious  Cutino  expressed  concern  with  SFPUC  Human  Resources/EEO 
practices  regarding  his  complaint  and  provided  comment  on  his  case. 

Vice  President  (VP)  Courtney  responded,  noting  the  length  of  time  it  can  take  to 
resolve  such  cases.  He  encouraged  Mr.  Cutino  to  work  with  his  labor  union 
representative  on  the  matter. 

•  Christine  Hanson  provided  comment  on  the  public  outreach  campaign 
related  to  the  Balboa  Reservoir  Project  and  the  overall  process.  She  will 
provide  a  letter  on  the  matter. 

•  Michael  Adams  discussed  City  College  projects  and  parking  needs  at  the 
College,  which  would  be  impacted  by  the  Balboa  project. 

•  Peter  Drekmeier,  Tuolumne  River  Trust  (TRT),  discussed  the  Bay  Delta 
Water  Quality  Control  Plan.  He  provided  a  handout  and  discussed  the  TRT 
six-year  drought  model;  SFPUC  design  drought  rationing  scenario;  Job 
losses;  and  economic  losses. 

•  Peter  Alexander  discussed  issues  not  related  to  the  SFPUC’s  jurisdiction. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  Annual  Real  Estate  Update 

e)  Dam  Safety  Activities  Update 

f)  Declaration  of  Emergency:  CS-1 091(E)  Tesla  Treatment  Facility  Flywheel 

UPS 

g)  Water  Supply  Conditions  Update 

h)  Water  Supply  Agreement  Update 
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Public  Comment 

•  Alvin  Ja  expressed  concerns  with  item  5d,  Annual  Real  Estate  Update, 
specifically  regarding  the  Balboa  Reservoir  Project.  He  provided  written 
comments. 

•  Christine  Hanson  discussed  the  Balboa  Reservoir  project  as  discussed  in  the 
Annual  Real  Estate  Update. 

6.  Other  Commission  Business 

Commissioner  Vietor  requested  that  a  Bay  Delta  Plan  update  and  design 
drought  scenario  be  scheduled. 

1.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update 

Michael  Hyams,  Director,  CleanPowerSF,  provided  a  CleanPowerSF  update: 

(1)  Renewable  Energy  Request  for  Offers  (RFO)  issued  on  June  22nd 
seeking  bids  for  renewable  energy  and  Resource  Adequacy  (RA)  capacity; 

(2)  RFP  response  summary;  (3)  New  vs.  Operating  Renewable  Projects  and 
Capacity;  (4)  Project  locations  and  fuel  types  (multi-state  and  in  California); 
(5)  Shaped  Energy  RFO  issued  on  September  12  seeking  bids  for  shaped 
energy,  renewable  energy,  carbon-free  energy  and  RA  capacity  to 
complement  Renewable  Energy  RFO;  (6)  Shaped  Energy  RFO  response 
summary;  (7)  Power  Supply  Targets  (2018  -  2030);  (8)  Energy  bids  can 
support  citywide  service;  (9)  Potential  job  creation  (Commissioner  Vietor 
requested  that  future  updates  include  SFPUC  jobs  created);  (10)  Illustrative 
portfolio  cost  structure  (2018-2037);  (11)  Key  issues/uncertainties;  and  (12) 
Review  of  proposed  schedule. 

Public  Comment 

•  Michael  Adams  discussed  the  need  for  local  hire  and  local  suppliers  and  a 
commitment  to  both. 

Commissioner  Vietor  requested  additional  details  on  local  hire/projects.  GM 
Kelly  provided  comment.  Director  Hyams  indicated  there  will  be  a  focus  to 
local  hire  and  projects  as  the  project  moves  forward. 

b)  Proposed  Modifications  to  the  Water  Level  of  Service  Goals  and  Objectives 

Steve  Ritchie,  AGM  Water,  provided  a  presentation  which  reviewed  Level  of 

Service  (LOS)  Goals  and  Objectives  and  outlined  proposed  modifications. 

He  briefly  reviewed  LOS  categories,  indicating  “In-City  Seismic  Reliability”  is 
a  new  category.  He  touched  on  new  items  that  were  added  to  existing 
categories.  He  stated  “Environmental  Stewardship”  was  removed  from 
“Sustainability”  and  is  now  a  stand-alone  category.  AGM  Ritchie  noted  it  is  a 
working  document. 

Commissioner  Vietor  requested  that  “maximizing  water  and  energy 
efficiency”  be  included  in  the  document. 

AGM  Ritchie  responded  to  a  question  from  VP  Courtney  as  to  whether  there 
is  staff  responsible  for  education  and  outreach  regarding  maximizing  water 
and  energy  efficiency.  VP  Courtney  asked  to  review  outreach  materials.  GM 
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Kelly  indicated  a  presentation  regarding  outreach  efforts  related  to 
maximizing  water  and  energy  efficiency  will  be  scheduled. 

Public  Comment 

•  Ms.  Nicole  Sandkulla,  BAWSCA  CEO,  stated  LOS  goals  need  to  be 
current  for  today’s  needs.  She  indicated  the  Water  Supply  Reliability  Goal 
should  stand  as-is;  and  2018  decisions  will  require  update  and  consistent 
with  plans  into  2040. 

c)  Federal  Energy  Regulatory  Commission  (FERC)  Relicensinq  of  Don  Pedro 

Hydroelectric  Project  and  Licensing  of  La  Grange  Hydroelectric  Project 

Ellen  Levin,  Deputy  AGM  Water,  provided  an  update  on  the  FERC 
relicensing  of  Don  Pedro  and  licensing  of  LaGrange  Hydroelectric  Project. 
Potential  changes  were  described. 

No  public  comment. 

d)  Policy  and  Government  Affairs  Annual  Update 

Emily  Lam,  Director  of  Policy  and  Government  Affairs  provided  the  Annual 
Policy  and  Government  Affairs  Update.  She  began  with  an  introduction  of  the 
Policy  and  Government  Affairs  team,  thanking  them  for  their  work.  She 
reviewed  notable  achievements  during  the  year  and  discussed  policy 
priorities  for  the  upcoming  year  for:  (1)  Local  and  regional  policies;  (2)  State 
policies;  and  (3)  Federal  policies.  She  highlighted  one  bill  for  each  enterprise 
and  for  CleanPowerSF. 

No  public  comment. 

e)  Report  on  Recent  SFPUC  Activities,  Events,  and  Announcements 

None. 

8.  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  Update 
Nicole  Sandkulla,  BAWSCA  CEO,  discussed  the  Deputy  GM’s  presentation  to 
the  BAWSCA  Board  regarding  the  SFPUC’s  10-Year  Capital  Planning 
development  process  and  budget  planning  cycle.  She  thanked  the  SFPUC  for 
their  desire  to  work  closely  with  BAWSCA. 

Ms.  Sandkulla  reviewed  BAWSCA’s  total  water  use  in  the  service  area 
compared  to  past  use,  noting  August  201 7  total  potable  water  use  was  1 8%  less 
than  August  2013. 

No  public  comment. 

9.  Consent  Calendar 

a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2742, 

16-Inch  Ductile  Iron  Water  Main  Replacement  on  7th  Street  from  Townsend 

to  16th  Street,  in  the  amount  of  $1 ,986,746,  to  the  lowest,  qualified, 

responsible  and  responsive  bidder.  P  &  J  Utility  Co.  This  action  constitutes 

the  Approval  Action  for  the  project  for  the  purposes  of  CEQA,  pursuant  to 
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Section  31.04  (h)  of  the  San  Francisco  Administrative  Code.  (Resolution  17- 

0216) 


On  Motion  to  approve  Consent  Calendar  item  9a: 

Ayes:  Kwon,  Courtney,  and  Vietor 

No  public  comment. 

10.  Approve  an  increase  to  the  funding  allocation  for  the  San  Francisco  Public 
Utilities  Commission’s  Floodwater  Management  Grant  Program  for  Fiscal  Year 

FY  201 7-1 8  from  $250,000  to  up  to  $1 ,750,000,  to  be  made  available  at  the 

time  of  execution  of  grant  agreements  from  the  existing  Wastewater  Enterprise 

budget;  and  direct  the  General  Manager  to  include  in  his  recommended 

biennial  budget  for  the  Fiscal  Years  2018-1 9  and  2019-20,  a  Grant  Program 

budget  of  $2,000,000  per  year  for  consideration  by  the  Commission. 

(Resolution  17-0217) 

Mr.  Brian  Henderson,  Acting  AGM  Wastewater,  introduced  Stefani  Harrison, 
Project  Manager,  who  discussed  the  expanded  Floodwater  Management 
Program.  She  provided  details  of  and  reasons  for  the  increased  grant  program 
funding  request.  She  requested  Commission  approval. 

On  Motion  to  approve  item  10: 

Ayes:  Kwon,  Courtney,  and  Vietor 

No  public  comment. 

1 1 .  Authorize  the  General  Manager  to  designate  a  specific  brand  of  grit  separator 

system,  FleadCell  ®  Vortex  system  by  Flydro  International,  and  a  specific  brand 

of  grit  dewatering/washing.  Fluber  Technology’s  COANDA,  as  necessary  items 

only  available  from  one  source  in  the  contract  specifications  for  Contract  WW- 

628,  Southeast  Plant  New  Headworks  Facility,  pursuant  to  San  Francisco 

Administrative  Code  Section  6.73(e)(1).  (Resolution  14-0218) 

On  Motion  to  approve  item  1 1: 

Ayes:  Kwon,  Courtney,  and  Vietor 

No  public  comment. 

12.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

negotiate  and  execute  an  Exclusive  Negotiation  Agreement  (ENA)  with 

Reservoir  Community  Partners,  LLC,  a  Delaware  limited  liability  company 

representing  a  joint  venture  comprised  of  AvalonBav  Communities  and  Bridge 

Flousing  Corporation  (collectively.  Developer),  to  develop  mixed-income 

housing,  parks  and  open  space  on  approximately  17  acres  of  property  located 

at  Ocean  and  Phelan  Avenues  in  San  Francisco,  commonly  known  as  the 

Balboa  Reservoir.  The  ENA  states  the  process  and  the  terms  and  conditions 

upon  which  the  City  and  County  of  San  Francisco  and  the  Developer  will 

negotiate  and  seek  to  complete  a  purchase  and  sale  agreement,  Quitclaim  deed 

with  reservation  of  certain  easements,  development  agreement,  declaration  of 

use  restrictions,  and  such  other  documents  as  are  necessary  to  effectuate  an 
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approved  development  project  for  the  Balboa  Reservoir,  subject  to  further 

approval  by  the  SFPUC. 

This  item  was  removed  from  calendar  and  will  be  placed  on  the  November  14, 
2017  agenda. 

13.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 

San  Francisco,  as  the  encroaching  party,  an  Encroachment  Permit  with  the 

Groveland  Community  Services  District  (GCSD),  in  an  amount  not  to  exceed 

$10,000,  and  with  a  duration  of  three  years,  with  an  automatic  renewal  of  two 

successive  additional  terms  of  three  years,  to  install  adit  monitoring  stations  on 

GCSD  facilities  within  the  Second  Garrote  and  Big  Creek  Shafts  of  the 

Mountain  Tunnel  in  Groveland,  California.  (Resolution  17-0219) 

On  Motion  to  approve  item  13: 

Ayes:  Kwon,  Courtney,  and  Vietor 

No  public  comment. 

14.  Award  Job  Order  Contract  No.  JOC-65R,  General  Engineering  (A  -  License), 

for  a  not-to-exceed  amount  of  $5,000,000,  and  with  a  five-year  term,  to  the 

lowest,  qualified,  responsible,  and  responsive  bidder,  Robert  E.  Boyer 
Construction,  Inc.,  to  perform  general  engineering  construction  tasks  for  all  San 

Francisco  Public  Utilities  Commission  Enterprise  Operations  and  Bureaus  in 

San  Joaquin,  Stanislaus  and  Tuolumne  Counties.  (Resolution  17-0220) 

VP  Courtney  thanked  Ivy  Fine  for  providing  clarification  on  the  item  as  he 
requested.  He  provided  comments  on  his  request  to  delay  the  item,  expressed 
satisfaction  with  staff  response,  and  moved  the  item  for  approval. 

On  Motion  to  approve  item  14: 

Ayes:  Kwon,  Courtney,  and  Vietor 

Public  Comment 

•  Dyon  Zyrodian  expressed  concerns  for  the  bid  process,  indicating  a  single 
bid  was  received. 

GM  Kelly  explained  the  bid  process  and  stated  there  were  two  competitive  bids 
received,  with  one  being  ineligible. 

Deputy  City  Attorney  Gessner  and  VP  Courtney  provided  additional  comments 
on  the  competitive  bid  process,  indicating  two  bids  were  received. 

The  Commission  Secretary  read  Closed  Session  item  17  and  stated  items  18 
through  24  would  not  be  heard. 

15.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

None. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 
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On  Motion  to  assert: 

Ayes:  Kwon,  Courtney,  and  Vietor 

The  Commission  entered  Closed  Session  at  3:11  PM. 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (2)  (Action) 

Unlitiqated  Claim 

Robin  Paul  Roderick  v.  City  and  Countv  of  San  Francisco 

DFEH  Complaint  No.:  825366-256185 

EEOC  Complaint  No.:  37A-2017-Q1 1 14-C/Date  Filed:  February  10,  2017 

Proposed  Settlement  Amount:  $50,000  with  release  of  claim 

(Resolution  17-0221) 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 
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Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  3:18  PM. 

25.  Announcement  following  Closed  Session. 

President  Kwon  announced  that  a  settlement  was  reached  on  item  1 7. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  S.F.  Administrative  Code  Section  67.12(a) 

On  Motion  not  to  disclose: 

Ayes:  Kwon,  Courtney,  and  Vietor 

27.  Other  New  Business 

Brief  discussion  ensued  on  the  possible  cancellation  of  the  November  28  and 
December  26  meetings.  The  Commission  Secretary  will  reach  out  to  the 
Commission  for  their  thoughts  on  cancelling. 

28.  Adjournment 

President  Kwon  adjourned  the  meeting  at  3:26  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0216 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Water 
Enterprise,  Local  Conveyance/Distribution  System  Program  funded  Contract  No.  WD-2742,  16- 
Inch  Ductile  Iron  Water  Main  Replacement  on  7th  Street  from  Townsend  to  16th  Street,  on  July 
7,  2017; and 

WHEREAS,  The  Engineer’s  Estimate  was  $1,800,000  for  this  construction  contract  work 
to  install  approximately  3,540  feet  of  ductile  iron  pipe  and  ancillary  water  service  pipe  along 
with  pavement  restoration  work;  and 

WHEREAS,  The  contract  duration  is  260  consecutive  calendar  days;  and 

WHEREAS,  On  June  15,  2015,  the  Planning  Department  determined  that  the  Project  is 
categorically  exempt  from  the  California  Environmental  Quality  Act  (CEQA)  under  Section 
15302,  Class  2  (Replacement  or  Reconstruction);  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  August  3,  2017;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the  bids 
for  qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  P  &  J  Utility  Co.  as  the  lowest,  qualified,  responsible  and  responsive  bidder; 
and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  20%  for  this  contract,  and  the  contractor  committed  to  a  LBE 
participation  of  19.88%  in  its  bid  submittal.  In  accordance  with  Section  14B.8(C)  of  the 
Administrative  Code,  the  Director  of  CMD  determined  that  the  contractor  diligently  undertook 
all  the  good  faith  efforts  required  by  Chapter  14B  and  the  failure  to  meet  the  requirement  was 
excusable  error  in  light  of  the  small  amount  of  the  deficiency  (0.12%);  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 


WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR53,  WD-2742,  16-Inch 
Ductile  Iron  Water  Main  Replacement  on  7th  Street  from  Townsend  to  16th  Street;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program  funded  Contract  No. 
WD-2742,  16-Inch  Ductile  Iron  Water  Main  Replacement  on  7th  Street  from  Townsend  to  16th 
Street,  in  the  amount  of  $1,986,746,  for  a  duration  of  260  consecutive  calendar  days,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  P  &  J  Utility  Co. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  24,  2017. 

_ KjZjLrtrJyl _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0217 


WHEREAS,  On  June  1 1,  2013,  per  Resolution  No.  13-0098,  this  Commission  authorized 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  or  his  designee 
to  execute  Grant  Agreements  with  San  Francisco  property  owners  for  grant  assistance  to  install 
improvements  to  their  properties  that  will  lower  their  risk  of  damage/harm  due  to  flooding 
caused  by  rainstorms,  subject  to  the  availability  of  funding;  and 

WHEREAS,  The  original  budget  allocation  was  $250,000  from  the  Fiscal  Year  2014 
Wastewater  Enterprise  (WWE)  budget,  with  future  funding  to  be  re-evaluated  and  separately 
approved;  and 

WHEREAS,  On  July  14,  2015,  per  Resolution  No.  15-0158,  this  Commission  approved 
modifications  to  the  Floodwater  Management  Grant  Program  (“Grant  Program”),  including 
increasing  the  overall  program  allocation  to  $2,000,000,  subject  to  the  budgetary  and  fiscal 
provisions  of  the  Charter;  and 

WHEREAS,  Since  Fiscal  Year  2016,  the  Board  of  Supervisors  has  approved  $250,000 
each  year  in  the  WWE  budget  for  the  Grant  Program;  and 

WHEREAS,  Grant  applications  have  been  accepted  since  July  2013  and  will  continue  to 
be  awarded  on  a  first-come  first-served  basis;  and 

WHEREAS,  SFPUC  staff  is  widely  promoting  this  Grant  Program  through  outreach,  and 
intends  to  propose  improvements  to  the  grant  process  in  the  coming  months;  and 

WHEREAS,  A  modification  of  the  funding  allocation  for  the  Grant  Program  is  being 
requested  to  increase  the  availability  of  grant  funds  from  $250,000  in  Fiscal  Year  2018  to  up  to 
$1,750,000,  to  be  made  available  at  the  time  of  execution  of  grant  agreements  from  the  existing 
WWE  budget;  and 

WHEREAS,  the  General  Manager  intends  to  include  in  his  recommended  biennial  budget 
for  the  Fiscal  Years  2019  and  2020  a  Grant  Program  budget  of  $2,000,000  per  year  for 
consideration  by  the  Commission;  and 

WHEREAS,  This  action  does  not  constitute  a  “Project”  under  California  Environmental 
Quality  Act  (CEQA)  Guidelines  Section  15378(b)(4)  because  the  proposed  Grant  Assistance 
Program  creates  a  government  funding  mechanism  which  does  not  involve  commitment  to  any 
specific  project  which  may  result  in  a  potentially  significant  physical  impact  on  the  environment. 
At  the  present  time,  it  is  not  practical  to  identify  specific  structures  that  may  qualify  for  grants 
for  exterior  projects;  however,  changes  to  character-defining  exterior  features  of  individual 
buildings  may  be  subject  to  subsequent  environmental  review  during  the  building  permit 
application  review  process.  Under  the  Grant  Guidelines  and  Terms,  project  applications 
reviewed  by  the  SFPUC  will  be  granted  preliminary  funding  approval  but  final  grant  approval 
will  be  contingent  upon  issuance  of  necessary  permits  and  compliance  with  CEQA;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  proposed  modification  to 
increase  the  funding  allocation  for  the  Floodwater  Management  Grant  Program  in  the  current 
fiscal  year  up  to  $1,750,000;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  directs  the  General  Manager  to 
include  in  his  recommended  biennial  budget  for  the  Fiscal  Years  2019  and  2020  a  Grant  Program 
budget  of  $2,000,000  per  year  for  consideration  by  the  Commission. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  24,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0218 


WHEREAS,  On  May  24,  2016,  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
awarded  Wastewater  Enterprise’s  (WWE)  Sewer  System  Improvement  Program  (SSIP)-funded 
Construction  Manager/General  Contractor  Contract  No.  WW-628,  Southeast  Plant  (SEP)  New 
Headworks  Facility  project  through  Resolution  No.  16-0099,  authorizing  pre-construction 
services.  On  February  28,  2017,  the  Commission  approved  the  project  and  authorized  the 
commencement  of  the  Construction  Phase  of  the  Construction  Manager/General  Contractor 
Contract,  through  Resolution  No.  17-043;  and 

WHEREAS,  The  preferred  design  approach  for  the  project  is  to  remove  the  grit  where  the 
influent  sewage  first  enters  SEP  for  treatment,  therefore  contributing  to  plant-wide  operating 
efficiency,  lower  operation  and  maintenance  costs  and  retaining  the  specified  capacity  of 
downstream  process  units  for  overall  permit  compliance;  and 

WHEREAS,  To  meet  the  important  need  of  efficient  grit  removal,  the  SFPUC  studied  the 
technologies  available  to  remove  grit  and  determined  that  the  vortex  technology  grit  chambers 
demonstrated  the  best  performance,  reliability  and  maintenance  criteria  for  the  project.  Due  to 
the  proprietary  nature  of  the  only  two  technologies  companies,  which  manufacture  such 
equipment,  PISTA®  360™  Vortex  system  by  Smith  &  Loveless  and  the  Headcell®  Vortex 
system  by  Hydro  International,  the  SFPUC  determined  that  it  was  in  its  best  interest  to  initiate  a 
pilot  project  to  test  the  proposed  technologies  and  ensure  that  they  met  the  desired  needs  of  the 
facility;  and 

WHEREAS,  The  SFPUC  also  tested  associated  grit  washing  and  dewatering  equipment 
because  this  equipment  meets  the  project’s  needs  of  producing  clean  and  dry  grit  as  a  final 
product.  Three  washer  and  dewatering  technologies  were  tested  due  to  their  compatibility  with 
the  grit  removal  systems  and  their  performance,  Pista  Turbo  Grit  Washers  by  Smith  &  Loveless, 
Eutek  Slurry  Cup/Snail  by  Hydro  International,  and  COANDA®  by  Huber  Technology;  and 

WHEREAS,  The  SFPUC  has  adopted  Technology  Policy  (Resolution  12-0165),  which 
encourages  the  consideration  of  small  scale  demonstration  projects  and  pilot  studies  prior  to  any 
large-scale  proposals,  when  previously  unproven  technologies  are  involved;  and 

WHEREAS,  On  August  6,  2013,  the  Office  of  Contract  Administration  (OCA)  approved 
the  SFPUC  to  conduct  a  site-specific  pilot  test  at  SEP  of  grit  removal  technologies  and 
washer/dewatering  technologies;  and 

WHEREAS,  Based  on  the  needs  of  the  project  and  the  performance  data  collected  in  the 
site-specific  pilot  test,  the  SFPUC  project  team  determined  that  only  the  HeadCell  grit  removal 
units  and  the  COANDA  grit  washers  can  meet  minimum  performance  requirements  for  removal 
efficiency  for  the  grit  separators  and  washers;  and 

WHEREAS,  California  Public  Contract  Code  Sections  3400(c)(3),  incorporated  through 
Administrative  Code  Section  6.73(e)(1),  allows  the  awarding  authority,  or  its  designee,  to 
designate  specific  brands  of  equipment  for  purchase  in  a  construction  contract  in  order  to  obtain 
necessary  items  only  available  from  one  source;  and 


WHEREAS,  The  engineer  estimate  of  the  specified  equipment  is  $5,100,000;  and 

WHEREAS,  Funds  are  available  from  Project  CWWSIPSE02,  SEP  New  Headworks 
(Grit)  Replacement  Project;  and 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  designate  a  specific  brand  of  grit  separator  system, 
HeadCell  ®  Vortex  system  by  Hydro  International,  and  a  specific  brand  of  grit 
dewatering/washing  system,  Huber  Technology,  Inc.’s  COANDA,  in  the  specifications  as 
necessary  items  only  available  from  one  source  for  Wastewater  Enterprise’s  Sewer  System 
Improvement  Program  (SSIP)  funded  Construction  Manager/General  Contractor  (CM/GC) 
Contract  No.  WW-628,  Southeast  Plant  (SEP)  New  Headworks  Facility,  pursuant  to  San 
Francisco  Administrative  Code  Section  6.73(e)(1). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  24,  201 7. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0219 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  currently 
provides  water  under  a  1984  contract  to  the  Groveland  Community  Services  District  (GCSD) 
from  access  shafts  located  within  the  Second  Garrote  Shaft  and  Big  Creek  Shafts  via  the 
Mountain  Tunnel,  owned  and  operated  by  Hetch  Hetchy  Water  and  Power  (HHWP);  and 

WHEREAS,  As  authorized  under  the  1984  water  supply  contract,  GCSD  owns  and 
operates  pumps  and  piping  within  the  Big  Creek  and  Second  Garrote  shafts,  as  well  as  facilities 
on  adjoining  property  owned  by  GCSD  on  the  surface  of  the  shaft  locations  (collectively, 
“District  Facilities”),  in  order  to  deliver  water  to  GCSD’s  customers;  and 

WHEREAS,  HHWP  desires  to  install  adit  monitoring  stations  on  District  Facilities  to 
monitor  the  turbidity  and  pressure  of  water  within  the  Mountain  Tunnel,  and  an  Encroachment 
Permit  (Permit)  will  allow  the  SFPUC  to  encroach  upon  District  Facilities  to  undertake  such 
monitoring;  and 

WHEREAS,  an  encroachment  permit  to  install  monitoring  devices  does  not  constitute  a 
project  under  the  California  Environmental  Quality  Act  (CEQA)  Section  15378  because  there 
would  be  no  physical  change  in  the  environment;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  from  the  Hetch  Hetchy  Water 
and  Power  Operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  an  Encroachment  Permit  with  the  Groveland 
Community  Services  District,  for  an  amount  not  to  exceed  $10,000,  and  with  a  total  duration  of 
nine  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  24,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0220 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Job 
Order  Contract  No.  JOC-65R,  General  Engineering  (A  -  License)  on  June  6,  2017;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  General  Engineering  construction 
tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus  and  Tuolumne 
Counties;  and 

WHEREAS,  The  contract  duration  is  five  (5)  years,  and  no  new  task  orders  may  be 
awarded  under  this  contract  after  four  (4)  years  from  the  date  the  Contract  is  certified;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  Job  Order  Contract  No.  JOC-65R 
(JOC)  for  work  to  be  performed  under  future  task  orders  which  will  identify  the  scope  of  work, 
cost,  and  duration  of  various  discrete  construction  activities;  and 

WHEREAS,  No  task  order  will  be  issued  under  this  contract  until,  if  required,  the 
appropriate  California  Environmental  Quality  Act  document  has  been  prepared,  reviewed,  and 
considered;  and 

WHEREAS,  The  work  under  this  JOC  has  been  competitively  put  out  to  bid  per  unit 
price  and  the  basis  of  selecting  a  contractor  is  the  lowest  responsible,  responsive  bidder  for  the 
work  under  these  subsequent  task  orders;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  June  29,  2017;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  reviewed  the  bids 
for  qualifications,  responsibility,  and  responsiveness,  and  this  review  resulted  in  the  selection  of 
Robert  E.  Boyer  Construction,  Inc.  as  the  single,  qualified,  responsible,  and  responsive  bidder; 
and 

WHEREAS,  The  Award  Criteria  Figure  from  Robert  E.  Boyer  Construction,  Inc.  was 
1.4325;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
requirement  of  18%  for  this  contract,  and  the  contractor  committed  to  a  LBE  subcontracting 
participation  of  28%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 


WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  task 
orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  Job  Order  Contract  No.  JOC-65R, 
General  Engineering  (A  -  License)  for  a  not-to-exceed  amount  of  $5,000,000  with  a  minimum 
guaranteed  amount  of  $50,000  and  five  year  term  to  the  lowest,  qualified,  responsible,  and 
responsive  bidder,  Robert  E.  Boyer  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  24,  201 7. 

_ _ 

Secretary,  Public  Utilities  Commission 


San  Francisco 

Wars 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  November  14,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

Commissioners 

Ike  Kwon,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
htto://sanfrancisco.aranicus.com/ViewPublisher.php?view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  71 -Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  comer  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  41 5.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.ora/index.aspx?paae=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

D  311  Free  Language  Assistance:  lfi&iK)/Ayudagratuita  con  el  idioma  /  EecruiaTHas  noinomb 

nepeBOflHHKOB  /  Tra  giup  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  *£4*7)  H ml 5/ IB  /  “  l2j0|  / 

/  RT’uin'  tUMfia  vi"tf fi " ffi El'll! d  fl’tifntmT  no  /  Librengtulong  para  sa  wikang  Tagalog  cuuas 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paae=3447. Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  October  24,  2017 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  O’Shaughnessy  Dam  Reservations  Quarterly  Report  -  3rd  Quarter:  July 
through  September  2017 

e)  Bay  Area  Ridge  Trail  Extension  Project  Update 

f)  Water  Supply  Conditions  Update 

g)  Water  Pipeline  Assessment 

h)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

i)  SFPUC  Compliance  with  Administrative  Code  Chapter  12X,  Prohibiting  City 
Travel  and  Contracting  in  States  that  Allow  Discrimination  Against  LGBT 
Individuals 

j)  Net  Energy  Metering  and  Shared  Renewable  Energy  Annual  Report 

6.  Other  Commission  Business  (discussion  only) 

7.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update  (Flale) 

b)  Mountain  Tunnel  Update  (How) 

c)  Water  System  Improvement  Program  Local  and  Regional 

Quarterly  Reports  (How) 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly 

Report  (How) 

e)  Report  on  Recent  SFPUC  Activities,  Events,  and  Announcements 

8.  Workshop:  Capital  Improvement  Strategy  for  Sewer  System  Improvement 

Program  Treatment  Facilities  (discussion  only)  (How) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13th  Floor,  San 
Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www. sfwater.  org/index. aspx?page=  167 


CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
1  /  U  Z  L  i  of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


170222 


a)  Accept  work  performed  by  Communication  Services,  Inc.,  for  Contract  No. 
DB-124,  San  Joaquin  Valley  Communication  System  Upgrade;  Approve 
Modification  No.  10  (Final),  increasing  the  contract  amount  by 
$157,826,  and  with  a  time  extension  of  10  consecutive  calendar  days, 

for  a  total  contract  amount  of  $6,966,703,  and  with  a  total  contract  duration 
of  807  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor.  (How) 

b)  Approve  an  increase  to  the  existing  contract  duration  contingency  of 
73  consecutive  calendar  days  (approximately  two  and  a  half  months),  for 
Contract  No.  WD-2551 ,  Calaveras  Dam  Replacement  Project;  and 
authorize  the  General  Manage  to  approve  future  modifications  to  the 
contract  for  a  total  revised  contract  duration  up  to  2,867  consecutive 
calendar  days  (approximately  seven  years,  10  and  a  half  months). 

(How) 

c)  Accept  work  performed  by  Southland/Tutor  Perini  Joint  Venture,  for 

. Contract  No.  WD-2581,  New  Irvington  Tunnel;  Approve  Modification  No. 
{  tu  Z/Lo  74  (Final),  decreasing  the  contract  by  $1 ,1 23,744,  for  a  total  contract 

amount  of  $265,518,301 ,  with  a  total  contract  duration  of  2,593  consecutive 
calendar  days  (seven  years,  one  month);  and  authorize  final  payment  to 
the  contractor.  (How) 

REGULAR  SESSION 


10.  Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 
negotiate  and  execute  an  Exclusive  Negotiation  Agreement  (ENA)  with 
Reservoir  Community  Partners,  LLC,  a  Delaware  limited  liability  company 
1  representing  a  joint  venture  comprised  of  Avalon  Bay  Communities  and  Bridge 
Housing  Corporation  (collectively,  Developer),  to  develop  mixed-income 
housing,  parks  and  open  space  on  approximately  17  acres  of  property 
located  at  Ocean  and  Phelan  Avenues  in  San  Francisco,  commonly 
known  as  the  “Balboa  Reservoir.”  The  ENA  states  the  process,  and  the 
terms  and  conditions  upon  which  the  City  and  County  of  San  Francisco  and  the 
Developer  will  negotiate  and  seek  to  complete  a  purchase  and  sale  agreement, 
quitclaim  deed  with  reservation  of  certain  easements,  development  agreement, 
declaration  of  use  restrictions,  and  such  other  documents  as  are  necessary  to 
effectuate  an  approved  development  project  for  the  Balboa  Reservoir,  subject 
to  further  approval  by  the  SFPUC.  (Carlin) 


11 .  Approve  the  selection  of  a  pool  of  qualified  respondents  to  the 
1  /  0  2  2  b  CleanPowerSF  Request  for  Offers  of  Renewable  Energy  Supplies 


12. 

170227 


170228  is. 

14. 

170229 


15. 

170230 


16. 

170231 


(PRO. 0077),  and  Request  for  Offers  of  Shaped  Energy  Supplies 
(PRO. 0089);  Authorize  the  General  Manager  to  negotiate  agreements  with 
the  approved  pool  of  qualified  respondents;  conditionally  authorize  the 
General  Manager  to  execute  one  or  more  contracts;  and  authorize  the  General 
Manager  to  seek  approval  from  the  Board  of  Supervisors  to  execute  one  or 
more  contracts  with  the  approved  pool  of  qualified  respondents,  to  the  extent 
required.  (Hale) 

Authorize  the  Issuance  of  up  to  $400  million  of  2017  Series  ABC  Water 
Revenue  Bonds,  consisting  of  three  separate  sub-series  of  bonds  (Sub-Series 
A  (WSIP),  Sub-Series  B  (Non-WSIP)  and  Sub-Series  C  (Hetch  Hetchy),  and 
approve  the  form  of  and  authorize  the  execution  and  delivery  of  related 
documents;  Authorize  the  General  Manager  to  sell  the  Bonds  in  one  or 
more  series  of  bonds  on  either  a  competitive  or  negotiated  basis,  as  the 
General  Manager  determines  is  in  the  best  financial  interest  of  the  San 
Francisco  Public  Utilities  Commission;  and  delegate  to  the  General  Manager 
authorization  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest 
cost).  (Sandler) 

Adopt  the  Revised  Technology  Policy  of  the  San  Francisco  Public  Utilities 
Commission.  (Sandler) 

Approve  Amendment  No.  2  to  Agreement  No.  CS-109,  Specialized 
Engineering  Services  for  Recycled  Water  Projects,  with  Kennedy  Jenks 
Consultants,  Inc./Bahman  Sheikh  Water  Reuse  Consulting/Water  Resources 
Engineering,  Inc.,  Joint  Venture  (KJ/Sheikh/WRE,  JV),  to  provide  additional 
engineering  services  in  support  of  the  Westside  Recycled  Water  Project;  and 
authorize  the  General  Manager  to  execute  this  amendment,  increasing  the 
agreement  by  $2,500,000,  for  a  total  not-to-exceed  agreement  amount  of 
$8,000,000,  and  with  a  time  extension  of  three  years,  for  a  total  agreement 
duration  of  12  years,  subject  to  the  Board  of  Supervisors  approval  pursuant  to 
Charter  Section  9.1 18.  (How) 

Approve  Amendment  No.  4  to  Agreement  No.  CS-225R,  Seismic  Upgrade  of 
Bay  Division  Pipeline  Nos.  3  &  4  at  Hayward  Fault,  Construction  Management 
(CM)  Services,  with  EPC  Consultants,  Inc.,  to  continue  providing  CM  Services 
for  project  closeout;  and  authorize  the  General  Manager  to  execute  this 
amendment  with  a  time  extension  of  12  months,  for  a  total  agreement 
duration  of  six  years  and  four  months,  with  no  change  to  the  agreement 
amount.  (How) 

Award  Job  Order  Contract  No.  JOC-58,  Micro-LBE  Set  Aside,  General 
Building  (B  -  License)  for  a  not-to-exceed  amount  of  $2,000,000  and  with  a 
duration  of  three  years,  to  the  lowest,  qualified,  responsible,  and  responsive 
bidder,  Southwest  Construction  &  Property  Management,  to  perform  general 
building  construction  tasks  for  all  San  Francisco  Public  Utilities  Commission 
Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus  and  Tuolumne 
Counties.  (How) 


17.  Award  Job  Order  Contract  No.  JOC-66,  Micro-LBE  Set  Aside,  General 
Engineering  (A  -  License)  for  a  not-to-exceed  amount  of  $2,000,000  and 
with  a  duration  of  three  years,  to  the  lowest,  qualified,  responsible,  and 
responsive  bidder,  Sinclair  General  Engineering  Construction,  Inc.,  to  perform 
170232  general  engineering  construction  tasks  for  all  San  Francisco  Public  Utilities 
Commission  Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus 
and  Tuolumne  Counties.  (How) 


18.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2819,  As- 
170233  Needed  Water  Main  Replacement  at  Various  Locations  No.  2,  in  the  amount 
of  $10,799,843,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Hernandez  Engineering.  (How) 


1 9.  Authorize  the  General  Manager  to  execute  a  Memorandum  of 

Understanding  with  the  San  Francisco  Municipal  Transportation  Agency 

(SFMTA)  to  set  forth  the  agencies’  respective  responsibilities,  including  cost 
sharing  allocations,  to  jointly  replace  various  SFPUC  assets  and/or  relocate 
'  them  away  from  the  new  road  surface  along  the  length  of  Van  Ness  Avenue, 
from  North  Point  Street  to  Mission  Street,  as  part  of  the  SFMTA’s  Van  Ness 
Improvement  Project.  This  action  constitutes  the  Approval  Action  for  the  Project 
for  the  purposes  of  California  Environmental  Quality  Act,  pursuant  to  Section 
31 .04(h)  of  the  San  Francisco  Administrative  Code.  (How) 


20.  Approve  the  selection  of  Bakeworks,  LLC,  a  California  limited  liability 

company,  to  operate  a  cafe  in  the  lobby  of  the  SFPUC  headquarters  building  at 
525  Golden  Gate  Avenue,  San  Francisco;  and  authorize  the  General  Manager 
1 70235  t0  negotiate  and  execute  a  five-year  lease  with  Bakeworks  for  an  initial 

annual  rent  of  $35,700,  with  four  percent  annual  rent  increases,  and  one 
option  to  extend  the  Lease  term  for  an  three  additional  years,  for  a 
potential  cumulative  total  term  of  eight  years.  (Carlin) 


CLOSED  SESSION 


21 .  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

22.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 


Case  No.:  ER  15-702-000/Date  Filed:  December  23,  2014 


24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-704-000/Date  Filed:  December  23,  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 


Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

29.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 
(discussion  only)  (Carlin) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

30.  Announcement  following  Closed  Session. 

31 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

32.  Other  New  Business  (discussion  only) 

33.  Adjournment 
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1.  Call  to  Order 

President  Kwon  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Kwon,  Courtney,  Vietor  and  Moran 
Commissioner  Caen  arrived  at  2:00  PM 

President  Kwon  announced  there  would  be  no  Closed  Session. 

3.  Approval  of  the  Minutes  of  October  24,  201 7 

On  Motion  to  approve  the  Minutes  of  October  10,  2017: 

Ayes:  Kwon,  Courtney,  Vietor  and  Moran 

No  public  comment. 

4.  General  Public  Comment 

•  Steve  Zeltzer  expressed  concern  with  privatization  of  public  space  and 
transfer  of  public  property  to  private  enterprises. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  O’Shauqhnessv  Dam  Reservations  Quarterly  Report  -  3rd  Quarter:  July 

through  September  2017 

e)  Bay  Area  Ridge  Trail  Extension  Project  Update 

f)  Water  Supply  Conditions  Update 

g)  Water  Pipeline  Assessment 

h)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

i)  SFPUC  Compliance  with  Administrative  Code  Chapter  12X,  Prohibiting  City 

Travel  and  Contracting  in  States  that  Allow  Discrimination  Against  LGBT 

Individuals 

j)  Net  Energy  Metering  and  Shared  Renewable  Energy  Annual  Report 

Public  Comment 

•  Mike  Ferreira,  Sierra  Club,  Loma  Prieta  Chapter,  spoke  to  item  5e  and 
expressed  thanks  for  staff  communication.  He  discussed  the  proposed 
south  trail  crossing  at  Highway  92  and  noted  the  need  for  alternatives. 

Tim  Ramirez,  Natural  Resources  Manager,  responded  to  a  question  from 
Commissioner  Vietor  as  to  alternatives  being  considered  for  the  crossing. 

6.  Other  Commission  Business 

Commissioner  Moran  expressed  concern  with  the  amount  of  paperwork  that  the 
Commission  is  receiving  from  staff  at  the  meetings.  He  stated  the  Commission 
doesn’t  have  adequate  time  to  review  the  documents  prior  to  the  meeting  and 
requested  that  all  materials  be  included  with  the  published  packet  and  not  be 
distributed  at  the  meeting. 
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7.  Report  of  the  General  Manager  (GM) 

a)  CleanPowerSF  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  update:  Enrollment:  Currently  serving  80,000  customers  with 
3.9  percent  choosing  SuperGreen.  The  opt-out  rate  is  at  3.2  percent. 

AGM  Hale  discussed  Community  Choice  Aggregation  (CCA)  activities 
throughout  California  and  reviewed  a  state  map  showing  communities  that 
are  actively  serving  customers,  noting  those  that  are  exploring  CCA’s.  AGM 
Hale  reviewed  projected  costs  and  revenues  (comparison  with  regional  CCA 
programs). 

Commissioner  Vietor  requested  that  a  future  update  include  data  on  the 
number  of  total  customers  being  served  in  California,  projected  numbers, 
and  jobs  data. 

AGM  Hale  stated  she  will  provide  that  info  during  a  future  update,  but  noted 
not  all  CCA ’s  collect  data  for  indirect  jobs. 

Commissioner  Moran  asked  the  update  include  figures  on  the  market  share 
breakdown  between  CCA’s,  municipal  utilities,  and  investor-owned  utilities. 

Public  Comment 

•  Jed  Holtzman,  350  Bay  Area,  expressed  appreciation  for  the  data.  He 
noted  the  spread  of  CCA’s  will  increase  their  political  power.  He 
discussed  the  costs  and  revenues  AGM  Hale  presented. 

Commissioner  Caen  arrived  at  2:00  PM. 

b)  Mountain  Tunnel  Update 

Mr.  Dan  Wade,  Director,  Water  Capital  Projects  and  Programs,  provided  a 
Mountain  Tunnel  update.  He  briefly  reviewed  the  location  and  background  of 
the  Tunnel  and  provided  a  summary  of  July  21,  2017  Management  Oversight 
Committee  (MOC)  &  August  4,  2017  TAP  meetings:  (1)  2017  inspection  and 
repairs;  (2)  Alternatives  evaluated;  and  (3)  MOC  and  Technical  Advisory 
Panel  (TAP)  agreed  with  Rehabilitate  Alternative  recommendations. 

Mr.  Wade  stated  the  team  recommended  the  Rehabilitate  Alternative  with 
downstream  control  as  the  preferred  project.  He  reviewed  Project  Cost 
options  (of  the  three  possible  options)  and  Rehabilitation  Alternative  key 
elements. 

Director  Wade  discussed:  (1)  Paving  of  the  unlined  tunnel  invert;  (2)  Debris 
removal  and  South  Fork  extension;  (3)  Downstream  control;  (4)  Hydraulic 
and  operational  characteristic  of  downstream  control;  (5)  Benefits  of 
downstream  control  to  tunnel  performance  (water  quality,  conveyance 
capacity,  operational  flexibility,  maintenance  costs,  Priest  Reservoir  supply 
flexibility,  and  hydropower  benefits);  and  (6)  Rehabilitation  with  downstream 
control  schedule. 
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He  concluded  with  a  review  of  next  steps:  (1)  2018  interim  repairs  (scope 
and  schedule);  and  (2)  Mountain  Tunnel  improvements  (scope  and 
schedule). 

Mr.  Wade  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
benefits  of  hydropower  and  how  it  can  be  maximized. 

No  public  comment. 

c)  Water  System  Improvement  Program  (WSIP)  Local  and  Regional  Quarterly 

Reports 

Mr.  Wade  provided  the  WSIP  Local  and  Regional  quarterly  update,  noting 
regional  projects  are  95  percent  complete;  local  projects  are  99. 9  percent 
complete;  and  the  overall  WSIP  is  95.4  percent  complete.  He  indicated  the 
Lake  Merced  Pump  station  is  the  only  local  remaining  project. 

He  reviewed  the  WSIP  cost  and  schedule  forecast  and  discussed  recent 
accomplishments:  (1)  New  Irvington  Tunnel;  (2)  Regional  Groundwater 
Storage  and  Recovery;  (3)  Calaveras  Dam  Replacement  Project;  and  (4) 
Fish  Passage  Facility  at  Alameda  Creek  Division  Dam. 

No  public  comment. 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report 
Director  Wade  began  by  discussing  the  variances  noted  in  the  report.  He 
continued  with  an  update  on  the  Water  Enterprise  Capital  Improvement 
Program  and  discussed  highlights  of  the  reporting  period:  (1)  Peninsula 
Pipeline  Phase  4  Project;  (2)  Sunol  Yard  Administration  Building;  (3)  San 
Andreas  Pipeline  2;  and  (4)  10.4  miles  of  San  Francisco  distribution  system 
pipelines  replaced. 

He  touched  on  the  following  projects:  (1)  Peninsula  Pipeline  Seismic 
Upgrade  Phase  3  (Stern  Grove  installation);  (2)  Sunol  Yard  long-term 
improvements;  (3)  San  Francisco  Groundwater  Supply  (Lake  Merced  Well 
Station);  (4)  Buildings  and  grounds  improvements  New  Sunset  Reservoir 
storage  building;  (5)  San  Francisco  water  pipeline  replacement;  and  (6) 
Water  conveyance/distribution  system  program  expenditures  by  year. 

Commissioner  Caen  questioned  the  10.4  miles  of  pipeline  replacement, 
noting  the  replacement  goal  is  15  miles  per  year.  GM  Kelly  discussed  the 
need  to  shift  resources  to  accommodate  the  increase  in  building  in  the  City 
along  with  the  lack  of  adequate  resources.  He  indicated  construction 
mitigation  and  coordination  is  becoming  very  expensive.  He  stated  there  will 
be  dedicated  funding  to  achieve  the  15  mile  per  year  goal.  Brief  discussion 
ensued. 

No  public  comment. 
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e)  Report  on  Recent  SFPUC  Activities,  Events,  and  Announcements 

Steve  Ritchie,  AGM  Water,  provided  an  update  on  the  Mountain  Lion  that 
was  captured  in  a  San  Francisco  neighborhood  by  the  Department  of  Fish 
and  Game.  He  stated  the  Mountain  Lion  was  released  to  Puma  Project  staff 
and  that  a  radio  tracking  collar  and  ear  tag  was  attached  to  the  Mountain 
Lion  and  he  was  freed  it  into  the  Crystal  Springs  Watershed. 

No  public  comment. 

8.  Workshop:  Capital  Improvement  Strategy  for  Sewer  System  Improvement 

Program  (SSIP)  Treatment  Facilities 

Mr.  Dan  Donahue  led  the  workshop  for  the  Capital  Improvement  Strategy  for  the 
SSIP  Treatment  Facilities.  He  began  with  a  summary  of  the  presentation’s 
goals,  objectives,  and  agenda  review.  He  presented  on  the  following: 

Objectives  and  Approach 

(1)  Level  of  Service  (LOS)  Goals;  (2)  Wastewater  Enterprise  (WWE)  Treatment 
Facilities  Capital  Improvement  Strategy  objectives;  (3)  Prioritization 
Considerations  (cost,  timing,  LOS);  (4)  Needs  identification  and  prioritization 
approach  (2016  Baseline,  OEM  feedback  incorporated  with  considerations,  and 
reviewed  and  updated  cost  estimates);  (5)  Review  of  201 6  program  baseline  for 
treatment  plants;  and  (6)  Prioritization  next  steps,  with  treatment  focus  at  this 
meeting. 

SSIP  Phase  1 

SSIP  Phase  1  re-baseline  has  an  increase  of  $68M,  with  major  Phase  1  scope 
changes  to:  (1)  Southeast  Plant  (SEP)  New  Headworks  Replacement  (+$60M); 

(2)  SEP  Power  Feed  and  Primary  SW/G  Upgrades  (+$15M);  and  (3)  North  Shore 
Wastewater  Pump  Station  Improvements  (-$15M).  For  each  project  with  major 
Phase  1  scope  changes,  Mr.  Donahue  described  the  changes  since  the  2016 
baseline,  noting  the  reasons  for  increased  design  and  construction  costs. 

SSIP  Phases  2  and  3:  Southeast  Plant:  North  Point  Facility  (NPF):  and 

Oceanside  Plant  ( OSP ) 

Southeast  Plant:  Mr.  Donahue  reviewed:  (1)  2016  Baseline  project  list  for 
Phases  2  and  3;  (2)  Proposed  changes  to  the  2016  Baseline  (add  or  remove 
projects,  re-package  improvements,  move  from  Phase  3  to  Phase  2,  move  from 
Phase  2  to  Phase  3);  (3)  Proposed  project  list;  (4)  Proposed  Phase  2  and  3 
schedule;  and  (5)  Cost  Summary  (+$279M  total  Phases  1,  2  and  3). 

North  Point  Facility  (NPF)  Plant:  Mr.  Donahue  reviewed:  (1)  2016  Baseline 
project  list  for  Phases  2  and  3;  (2)  Proposed  changes  to  the  2016  Baseline  (add 
or  remove  projects,  re-package  improvements,  refine  scope);  (3)  Proposed 
project  list;  (4)  Proposed  Phase  2  and  3  schedule;  and  (5)  Cost  Summary 
(-207M  total  Phases  1,  2  and  3). 

Oceanside  Plant:  Mr.  Donahue  reviewed:  (1)  2016  Baseline  project  list  for 
Phases  2  and  3,  noting  proposed  changes  (add  Security  Enhancement  Project 
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in  Phase  2,  consolidate  DCS  upgrades  and  complete  in  Phase  2,  and  move 
Thickening  Improvements  from  Phase  3  to  Phase  2);  (2)  Proposed  project  list; 
(3)  Proposed  Phase  2  and  3  schedule;  and  (4)  Cost  Summary  (+$25M  total 
Phases  1,  2  and  3). 

Summary  and  Next  Steps 

Mr.  Donahue  provided  a  summary  of  the  Treatment  Facilities  indicating  a  $97M 
increase  in  the  2016  Baseline.  He  presented  an  overall  cost  summary  for  the 
total  SSIP  (treatment,  collection,  land  reuse,  program  management),  with  a  total 
overall  cost  increase  of  +$336 M. 

Mr.  Donahue  indicated  the  January  presentation  to  the  Commission  will  provide 
information  regarding  the  overall  WWE  Capital  Improvement  Program 
prioritization. 

Commissioner  Vietor  thanked  Mr.  Donahue  for  the  presentation.  She  stated  she 
was  unclear  as  to  the  drivers  for  the  project  changes,  nor  how  they  connected  to 
earlier  policy  decisions  on  SSIP  and  the  commitment  to  the  Urban  Watershed 
Assessment.  GM  Kelly  provided  clarification  on  the  purpose  of  the  presentation 
and  that  it  was  intended  for  discussion  of  the  treatment  facilities  where  there  is  a 
need  to  meet  permit  requirement  and  other  requirements. 

Commissioner  Vietor  expressed  a  desire  for  more  information  at  the  policy  and 
budgetary  level. 

Mr.  Donahue  provided  clarification  stating  the  information  provided  and  the 
validation  process  is  tied  to  Urban  Watershed  Assessment. 

Kathy  How,  AGM  Infrastructure,  stated  most  of  Phase  1  projects  have  not 
changed.  She  provided  clarification  on  the  projects  and  stated  approval  will  be 
needed  for  any  changes  to  Phase  2  projects.  GM  Kelly  emphasized  that  the 
Commission  only  gave  authority  for  Phase  1,  and  that  Phases  2  and  3  are  being 
refined  as  the  information  changes. 

Mr.  Donahue  responded  to  a  question  from  Commissioner  Caen  regarding  the 
SSIP  2016  Baseline  project  list  and  reassignment  of  projects.  She  requested 
that  reassignments  be  made  clearer. 

Commissioner  Moran  provided  comments  on  the  need  for  constant  review  to 
ensure  cost  effectiveness  and  design  solutions.  GM  Kelly  provided  additional 
comments. 

No  public  comment. 

President  Kwon  stated  item  9a  was  removed  from  the  Consent  Calendar. 

9.  Consent  Calendar: 

a)  Accept  work  performed  by  Communication  Services.  Inc.,  for  Contract  No. 

DB-124,  San  Joaquin  Valley  Communication  System  Upgrade;  Approve 
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Modification  No.  10  (Final),  increasing  the  contract  amount  by  $157,826, 

and  with  a  time  extension  of  10  consecutive  calendar  days,  for  a  total 

contract  amount  of  $6,966,703,  and  with  a  total  contract  duration  of  807 

consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  17-0224) 

b)  Approve  an  increase  to  the  existing  contract  duration  contingency  of  73 

consecutive  calendar  days,  for  Contract  No.  WD-2551,  Calaveras  Dam 

Replacement  Project;  and  authorize  the  General  Manage  to  approve  future 

modifications  to  the  contract  for  a  total  revised  contract  duration  up  to  2,867 

consecutive  calendar  days.  (Resolution  17-0222) 

c)  Accept  work  performed  by  Southland/Tutor  Perini  Joint  Venture,  for 
Contract  No.  WD-2581,  New  Irvington  Tunnel;  Approve  Modification  No.  74 

(Final),  decreasing  the  contract  by  $1 ,123,744,  for  a  total  contract  amount  of 

$265,518,301,  with  a  total  contract  duration  of  2,593  consecutive  calendar 

days;  and  authorize  final  payment  to  the  contractor.  (Resolution  17-0223) 

On  Motion  to  approve  Consent  Calendar  items  9b  and  9c: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

Consent  Item  9a:  The  Commission  Secretary  read  minor  corrections  to  the 
resolution  for  item  9a,  seventh  and  eighth  “Whereas”  clauses  and  the 
“Resolved”  clause. 

On  Motion  to  approve  Consent  Calendar  items  9a  as  amended: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

10.  Approve  the  terms  and  conditions  of  and  authorize  the  General  Manager  to 

negotiate  and  execute  an  Exclusive  Negotiation  Agreement  (ENA)  with 

Reservoir  Community  Partners,  LLC,  a  Delaware  limited  liability  company 

representing  a  joint  venture  comprised  of  Avalon  Bay  Communities  and  Bridge 

Housing  Corporation  (collectively.  Developer),  to  develop  mixed-income 

housing,  parks  and  open  space  on  approximately  17  acres  of  property  located 

at  Ocean  and  Phelan  Avenues  in  San  Francisco,  commonly  known  as  the 

“Balboa  Reservoir."  The  ENA  states  the  process,  and  the  terms  and  conditions 

upon  which  the  City  and  County  of  San  Francisco  and  the  Developer  will 

negotiate  and  seek  to  complete  a  purchase  and  sale  agreement.  Quitclaim  deed 

with  reservation  of  certain  easements,  development  agreement,  declaration  of 

use  restrictions,  and  such  other  documents  as  are  necessary  to  effectuate  an 

approved  development  project  for  the  Balboa  Reservoir,  subject  to  further 

approval  by  the  SFPUC.  (Resolution  17-0225) 

Mr.  Michael  Carlin,  Deputy  General  Manager  (DGM),  began  by  discussing  the 
partnership  between  the  SFPUC  and  City  College  of  San  Francisco  (CCSF) 
during  the  development  process,  which  has  taken  place  since  2015.  He  noted 
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CCSF  has  been  involved  throughout  the  process.  He  discussed  the  notification 
process  regarding  the  property  and  stated  the  City  Attorney  has  informed  the 
Commission  that  they  can  consider  approval  of  the  ENA.  He  discussed  parking 
and  other  uses  on  the  property  and  stated  the  developer  has  retained  a 
“parking  specialist”.  He  noted  the  SFPUC  will  work  with  CCSF  on  parking 
issues.  He  discussed  the  mandate  for  50  percent  affordable  housing  on  the  site 
(total  of  550  affordable  units).  He  stated  the  Performing  Arts  Center  was  taken 
into  consideration  as  part  of  the  overall  project.  He  emphasized  that  the  SFPUC 
is  required  by  law  to  sell  the  property  at  fair  market  value,  noting  previous 
SFPUC  property  sales  have  been  made  under  that  mandate. 

DGM  Carlin  responded  to  a  question  from  Vice  President  (VP)  Courtney 
regarding  the  terms  of  the  Francisco  Reservoir  sale. 

DGM  Carlin  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
State  Surplus  Land  Act.  Deputy  City  Attorney  Gessner  clarified  the  difference 
between  the  State  Surplus  Lands  Act  and  requirements  under  the  City  and 
County  of  San  Francisco  Charter,  and  other  state  laws.  Commissioner  Caen 
noted  that  land  has  not  yet  been  declared  surplus. 

President  Kwon  stated  that  due  to  the  large  number  of  people  in  attendance  to 
speak,  the  quantity  of  items  on  the  agenda,  and  the  need  to  vacate  the  room  by 
5:00  PM,  public  comment  would  be  limited  to  two  minutes  per  person. 

Public  Comment 

•  Michael  Ahrens,  Westwood  Park  Association,  expressed  concern  with  the 
parking  at  City  College  and  stated  the  ENA  should  not  be  signed  before  the 
parking  problem  is  solved  and  the  issue  is  further  discussed. 

•  John  Winston,  CAC  Seat  9,  read  a  letter  in  support  of  the  project  from  the 
CAC  Chair,  Lisa  Spinali. 

•  Jennifer  Heggie  discussed  the  role  of  CCSF  and  asked  that  the  Commission 
deny  the  ENA,  noting  transit,  parking,  and  public  transportation  issues. 

•  Steve  Zeltzer,  United  Public  Workers  for  Action,  stated  no  one  has  come  to 
the  unions  regarding  the  project.  He  discussed  the  Labor  Council,  gridlock, 
traffic,  parking  and  issues  related  to  the  project. 

•  Francine  Lofraco  stated  public  lands  should  not  be  privatized  and  discussed 
her  concerns. 

•  Alvin  Ja  thanked  Commissioner  Vietor  for  seeing  the  “big  picture”.  He 
provided  thoughts  on  the  project  and  asked  the  Commission  not  approve  the 
ENA. 

•  Rodger  Scott,  Labor  Council,  shared  personal  observations  regarding  the 
project  and  read  portions  of  a  Labor  Council  resolution  in  opposition.  He 
asked  that  the  Commission  not  approve  the  item. 

•  Robert  Varni,  former  CCSF  Trustee,  stated  he  wants  CCSF  to  be  the  best 
community  college  in  the  state.  He  read  an  article  (no  date  provided)  from 
the  San  Francisco  Chronicle  regarding  the  subject  property  and  sale  of 
property  at  1 7th  and  Folsom. 
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•  Leslie  Simon,  CCSF  Faculty,  requested  the  Commission  not  sign  the  ENA 
and  discussed  recent  ACCJC  (accreditation)  and  resulting  problems.  She 
discussed  concerns  with  the  proposal. 

•  Christine  Hanson  expressed  concerns  including  the  CAC  meeting  process, 
parking  studies,  and  the  ENA. 

•  Michael  Adams  stated  the  action  is  a  hostile  act.  He  expressed  concerns 
with  parking  at  the  site  and  the  performing  arts  center. 

•  Kristy  Wang,  SPUR  Community  Planning  Policy  Director,  expressed  support 
for  the  item  and  the  need  for  affordable  housing. 

•  Madeline  Mueller,  CCSF  Faculty,  discussed  a  1991  property  exchange  and 
president-setting  procedures.  She  offered  reasons  the  item  should  be 
postponed  for  further  research. 

•  Everardo  Gonzales,  City  College  Student,  read  an  open  letter  that  was  sent 
to  the  CCSF  Board  of  Trustees  and  Chancellor.  He  stated  the  developer 
never  opened  the  process  to  students.  He  asked  that  the  agreement  not  be 
signed. 

•  Corey  Smith,  San  Francisco  Housing  Action  Coalition,  expressed  support  for 
the  item  and  asked  for  approval.  He  discussed  the  proposed  allocation  of  the 
housing  units,  the  need  for  additional  affordable  units,  and  opportunities  for 
the  property. 

•  Todd  David,  San  Francisco  Housing  Action  Coalition,  reiterated  thoughts  by 
Ms.  Whang  and  Mr.  Smith.  He  expressed  the  need  for  affordable  housing 
and  requested  approval. 

•  Laura  Clark,  YIMBY  Action,  discussed  the  need  for  more  housing  and 
expressed  support  for  the  project. 

•  Anita  Theoharis,  President,  Westwood  Park  Association,  stated  there  are 
flaws  in  the  ENA.  She  expressed  the  need  for  parking  at  CCSF. 

DGM  Carlin  responded  to  a  question  from  Commissioner  Moran  for  clarification 
as  to  the  (Balboa  and  17th  and  Folsom)  land  swap  with  CCSF,  and  provided 
confirmation  as  to  owner  of  the  Balboa  Reservoir  site. 

Mr.  Carlin  responded  to  a  follow-up  question  from  Commissioner  Moran  as  to 
whether  the  Chancellor  or  CCSF  Board  of  Trustees  has  expressed  their  opinion 
of  the  project.  Mr.  Carlin  stated  that  the  CCSF  Board  of  Trustees  had  on  their 
October  26,  2017  agenda  an  item  related  to  the  Balboa  Reservoir  site  and  the 
agenda  item  was  tabled. 

Mr.  Carlin  responded  to  another  question  from  Commissioner  Moran  regarding 
the  firmness  of  the  projected  definition.  Mr.  Carlin  indicated  signing  the  ENA  will 
not  preclude  discussing  the  project  with  CCSF,  and  that  the  intention  is  to  do 
so. 

DGM  Carlin  responded  to  an  additional  question  from  Commissioner  Moran  as 
to  what  kinds  of  approvals  will  need  to  take  place  when  the  project  is  better 
defined  and  negotiations  are  presumed  successful.  He  responded  to  a  follow¬ 
up  question  regarding  the  environmental  review  process,  potential  impacts  and 
mitigation  measures  and  what  additional  approvals  will  be  required  at  that  time, 
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and  provided  clarify  of  the  roles  of  the  Planning  Department  and  the  Board  of 
Supervisors. 

DGM  Carlin  responded  to  a  request  from  Commissioner  Vietor  to  clarify  the 
approval  action  the  Commission  is  asked  to  take  regarding  the  ENA. 

VP  Courtney  stated  he  is  sensitive  to  the  concerns  of  the  speakers.  He  stated 
there  is  a  housing  crisis  and  there  is  a  need  for  affordable  housing.  He 
discussed  competing  interests  and  labor  concerns.  He  requested  the  Labor 
Council  Resolution  is  included  in  subsequent  packets.  He  indicated  he  spoke 
with  some  CCSF  Board  of  Trustees  regarding  the  parking  issue. 

On  Motion  to  approve  Item  10: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

Commissioner  Vietor  discussed  the  SFPUC’s  purview,  noting  limitations.  She 
will  look  for  the  ENA  to  address  parking,  transit  and  infill  questions. 

Commissioner  Moran  noted  any  development  would  be  subject  to  City 
Ordinances,  as  required.  He  thanked  those  in  attendance  for  the 
professionalism  of  their  comments  and  correspondence.  He  stated  the  parking 
issue  needs  to  be  worked  on  as  the  project  proceeds. 

President  Kwon  informed  Mr.  Varni,  who  returned  to  speak,  that  public 
comment  was  closed,  and  asked  Mr.  Varni  share  his  documents  with  the 
Commission  Secretary. 

11.  Approve  the  selection  of  a  pool  of  qualified  respondents  to  the  CleanPowerSF 

Request  for  Offers  of  Renewable  Energy  Supplies  (PR0.0077),  and  Request 

for  Offers  of  Shaped  Energy  Supplies  (PRO. 0089);  Authorize  the  General 

Manager  to  negotiate  agreements  with  the  approved  pool  of  qualified 

respondents;  conditionally  authorize  the  General  Manager  to  execute  one  or 

more  contracts;  and  authorize  the  General  Manager  to  seek  approval  from  the 

Board  of  Supervisors  to  execute  one  or  more  contracts  with  the  approved  pool 

of  qualified  respondents,  to  the  extent  required.  (Resolution  17-0226) 

Mike  Hyams,  Director,  CleanPowerSF,  introduced  the  item  and  reviewed  the 
CleanPowerSF  Growth  Plan  which  was  presented  to  the  Commission  in  May 
2017  at  which  time  two  of  the  plan’s  recommendations  were  adopted.  He 
discussed  (1)  Completing  Citywide  enrollment;  (2)  Contracting  approval 
strategy;  (3)  Power  contracting  authorization;  (4)  Illustrative  portfolio  cost 
structure  (20-year  period  2018-2037);  and  (5)  Proposed  Phase  2  schedule. 

Commissioner  Moran  expressed  interest  in  the  Risk  Assessment  and  Risk 
Management  Program  to  ensure  the  Program  is  being  managed  appropriately. 

On  Motion  to  approve  Item  11: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 
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12.  Authorize  the  Issuance  of  up  to  $400  million  of  2017  Series  ABC  Water 
Revenue  Bonds,  consisting  of  three  separate  sub-series  of  bonds  (Sub-Series 

A  (WS1P),  Sub-Series  B  (Non-WSIP)  and  Sub-Series  C  (Hetch  Hetchv),  and 

approve  the  form  of  and  authorize  the  execution  and  delivery  of  related 

documents;  Authorize  the  General  Manager  to  sell  the  Bonds  in  one  or  more 

series  of  bonds  on  either  a  competitive  or  negotiated  basis,  as  the  General 

Manager  determines  is  in  the  best  financial  interest  of  the  San  Francisco  Public 

Utilities  Commission;  and  delegate  to  the  General  Manager  authorization  to 

award  each  series  of  bonds  to  the  highest  bidder  (lowest  cost).  (Resolution  17- 

02271 

Rich  Morales,  Debt  Manager,  presented  the  item,  noting  the  requested  action  is 
to  authorize  the  sale  of  new  money  Water  Revenue  Bonds  (2017  Series  ABC 
Water  Revenue  Bonds). 

He  stated  the  sale  is  the  first  of  the  transactions  included  in  the  Annual  Capital 
Financing  Plan.  He  continued  with:  (1)  Description  of  the  transaction  for  the 
three  sub-series  Water  Revenue  Bonds  (A,  B,  and  C);  (2)  Sources  and  uses  of 
funds;  (3)  New  SB  450  requirement  (enacted  October  9,  2017);  (4)  Form  of 
Transaction  documents  (Preliminary  Official  Statement,  Supply  Indentures  - 
25th,  Notice  of  Intent  to  Sell,  Notice  of  Official  Sale,  Bond  Purchase  Contract, 
and  Continuing  Disclosure  Certificate);  (5)  Disclosure  questions  and  answers; 
(6)  Transaction  schedule;  and  (7)  Recommended  Commission  action. 

On  Motion  to  approve  Item  12: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

13.  Adopt  the  Revised  Technology  Policy  of  the  San  Francisco  Public  Utilities 

Commission.  (Resolution  17-0228) 

Ken  Salmon,  IT  Director,  discussed  revisions  to  the  SFPUC  Technology  Policy, 
including  the  Policy  background,  assessment,  the  three  proposed 
recommendations,  and  recommended  improvements. 

Mr.  Salmon  responded  to  a  question  from  Commissioner  Moran  as  to  the 
meaning  of  a  “collaborative  SharePoint  environment”.  Commissioner  Moran 
indicated  at  some  point  he  would  like  to  see  how  the  policy  rolls-out  within  the 
operating  organization  and  not  just  IT. 

On  Motion  to  approve  Item  13: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

14.  Approve  Amendment  No.  2  to  Agreement  No.  CS-109,  Specialized  Engineering 

Services  for  Recycled  Water  Projects,  with  Kennedy  Jenks  Consultants, 

Inc./Bahman  Sheikh  Water  Reuse  Consulting/Water  Resources  Engineering. 

Inc.,  Joint  Venture  (KJ/Sheikh/WRE,  JV),  to  provide  additional  engineering 

services  in  support  of  the  Westside  Recycled  Water  Project;  and  authorize  the 
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General  Manager  to  execute  this  amendment,  increasing  the  agreement  by 

$2,500,000,  for  a  total  not-to-exceed  agreement  amount  of  $8,000,000,  and 

with  a  time  extension  of  three  years,  for  a  total  agreement  duration  of  12  years, 

subject  to  the  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18. 

(Resolution  17-0229) 

Dan  Wade  introduced  the  item  and  requested  approval. 

On  Motion  to  approve  Item  14: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

15.  Approve  Amendment  No.  4  to  Agreement  No.  CS-225R,  Seismic  Upgrade  of 

Bay  Division  Pipeline  Nos.  3  &  4  at  Hayward  Fault.  Construction  Management 

(CM)  Services,  with  EPC  Consultants.  Inc.,  to  continue  providing  CM  Services 

for  project  closeout;  and  authorize  the  General  Manager  to  execute  this 

amendment  with  a  time  extension  of  12  months,  for  a  total  agreement  duration 

of  six  years  and  four  months,  with  no  change  to  the  agreement  amount. 

(Resolution  17-0230) 

On  Motion  to  approve  Item  15: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

16.  Award  Job  Order  Contract  No.  JOC-58,  Micro-LBE  Set  Aside,  General  Building 

(B  -  License)  for  a  not-to-exceed  amount  of  $2,000,000  and  with  a  duration  of 

three  years,  to  the  lowest,  qualified,  responsible,  and  responsive  bidder, 

Southwest  Construction  &  Property  Management,  to  perform  general  building 

construction  tasks  for  all  San  Francisco  Public  Utilities  Commission  Enterprise 

Operations  and  Bureaus  in  San  Joaquin.  Stanislaus  and  Tuolumne  Counties. 

(Resolution  17-0231) 

On  Motion  to  approve  Item  16: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

17.  Award  Job  Order  Contract  No.  JOC-66,  Micro-LBE  Set  Aside,  General 
Engineering  (A  -  License)  for  a  not-to-exceed  amount  of  $2,000,000  and  with  a 

duration  of  three  years,  to  the  lowest.  Qualified,  responsible,  and  responsive 

bidder,  Sinclair  General  Engineering  Construction,  Inc.,  to  perform  general 

engineering  construction  tasks  for  all  San  Francisco  Public  Utilities  Commission 

Enterprise  Operations  and  Bureaus  in  San  Joaguin,  Stanislaus  and  Tuolumne 

Counties.  (Resolution  17-0232) 

On  Motion  to  approve  Item  1 1: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 
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18.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2819,  As- 

Needed  Water  Main  Replacement  at  Various  Locations  No.  2,  in  the  amount  of 

$10,799,843,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 

Hernandez  Engineering,  (Resolution  17-0233) 

On  Motion  to  approve  Item  18: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

19.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

with  the  San  Francisco  Municipal  Transportation  Agency  (SFMTA)  to  set  forth 

the  agencies’  respective  responsibilities,  including  cost  sharing  allocations,  to 

jointly  replace  various  SFPUC  assets  and/or  relocate  them  away  from  the  new 

road  surface  along  the  length  of  Van  Ness  Avenue,  from  North  Point  Street  to 

Mission  Street,  as  part  of  the  SFMTA’s  Van  Ness  Improvement  Project.  This 

action  constitutes  the  Approval  Action  for  the  Project  for  the  purposes  of 

California  Environmental  Quality  Act,  pursuant  to  Section  31 .04(h)  of  the  San 

Francisco  Administrative  Code.  (Resolution  17-0234) 

Mr.  Wade  introduced  the  item  noting  the  work  to  be  performed  and  requested 
approval.  Brief  discussion  ensued. 

Mr.  Wade  responded  to  a  question  from  Commissioner  Caen  regarding  who  will 
have  the  responsible  paying  for  lighting. 

On  Motion  to  approve  Item  19: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

20.  Approve  the  selection  of  Bakeworks,  LLC,  a  California  limited  liability  company, 

to  operate  a  cafe  in  the  lobby  of  the  SFPUC  headquarters  building  at  525 

Golden  Gate  Avenue,  San  Francisco;  and  authorize  the  General  Manager  to 

negotiate  and  execute  a  five-year  lease  with  Bakeworks  for  an  initial  annual 

rent  of  $35,700,  with  four  percent  annual  rent  increases,  and  one  option  to 

extend  the  Lease  term  for  an  three  additional  years,  for  a  potential  cumulative 

total  term  of  eight  years.  (Resolution  17-0235) 

Mr.  Tony  Bardo,  Real  Estate  Services,  introduced  the  item  and  requested 
approval. 

On  Motion  to  approve  Item  20: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

Public  Comment 

•  Mark  Bailey,  Bakeworks,  expressed  excitement  for  the  opportunity  to  work 
with  the  SFPUC. 

President  Kwon  announced  there  would  be  no  closed  session. 
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21 .  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

22.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.1 5:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 
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Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

29.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

30.  Announcement  following  Closed  Session. 

31 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

32.  Other  New  Business 

President  Kwon  announced  that  the  Regular  Meeting  of  November  28,  2017 
has  been  cancelled,  and  that  the  next  Regular  Meeting  will  take  place 
December  12,  2017. 

33.  Adjournment 

President  Kwon  adjourned  the  meeting  at  4:58  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0222 


WHEREAS,  On  May  24,  2011,  per  Resolution  No.  1 1-0077,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2551,  Calaveras  Dam  Replacement  Project  to  Dragados-USA, 
Inc./Flatiron  West,  Inc./Sukut  Construction,  Inc.,  Joint  Venture;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  August  15,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $259,571,850  and  the  original  contract 
duration  was  1 ,460  consecutive  calendar  days;  and 

WHEREAS,  On  June  21,  2012  the  contract  duration  was  amended  to  authorize  a  time 
extension  of  69  calendar  days  to  address  differing  site  conditions  associated  with  the  foundation 
of  the  Disposal  Site  3  dike;  and 

WHEREAS,  Section  6.22(h)(1)  and  6.22(h)(2)  of  the  Administrative  Code  require  any 
cumulative  increases  in  contract  price  or  duration  in  excess  of  10%  of  the  original  contract 
amounts  be  approved  by  the  Commission;  and 

WHEREAS,  On  January  22,  2013,  per  Resolution  No.  13-0020,  this  Commission 
approved  the  modification  of  Contract  No.  WD-255 1  to  increase  construction  cost  contingency 
in  the  amount  of  $1 17,000,000  and  a  time  extension  of  up  to  761  consecutive  calendar  days,  and 
authorized  the  General  Manager’s  subsequent  authorization  of  modifications;  and 

WHEREAS,  On  August  13,  2013,  per  Resolution  No.  13-0129,  this  Commission 
approved  the  modification  of  Contract  No.  WD-255 1  to  increase  construction  cost  contingency 
in  the  amount  of  $46,914,61 1,  and  authorized  the  General  Manager’s  subsequent  authorization  of 
modifications;  and 

WHEREAS,  On  August  26,  2014,  per  Resolution  No.  14-0136,  this  Commission 
approved  the  modification  of  Contract  No.  WD-2551  to  increase  construction  cost  contingency 
in  the  amount  of  $79,781,662,  and  a  time  extension  of  up  to  371  calendar  days,  and  authorized 
the  General  Manager’s  subsequent  authorization  of  modifications;  and 

WHEREAS,  On  October  25,  2016,  per  Resolution  No.  16-0227,  this  Commission 
approved  the  modification  of  Contract  No.  WD-255 1  to  increase  construction  cost  contingency 
in  the  amount  of  $68,793,429,  and  a  time  extension  of  up  to  133  calendar  days,  and  authorized 
the  General  Manager’s  subsequent  authorization  of  modifications;  and 


WHEREAS,  On  April  26,  2016,  per  Resolution  No.  16-0071,  this  Commission  approved 
the  March  2016  Revised  WSIP,  which  included  an  increase  of  the  project  budget  and  schedule 
for  Project  CUW37401,  Calaveras  Dam  Replacement  Project  that  accounted  for  the  potential 
contract  modifications  outlined  herein;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  of  up  to  73  consecutive 
calendar  days  is  requested  due  to  delay  caused  by  severe  and  unusual  weather  described  above  as 
well  as  to  account  for  potential  future  weather  risks  for  the  remainder  of  the  construction 
contract,  subject  to  the  General  Manager’s  subsequent  authorizations  of  modifications,  if 
appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  5%  on  this  project  and  the  contractor  committed  to  a  LBE 
subcontractor  participation  of  6.98%  with  its  bid  submittal;  and 

WHEREAS,  Funding  is  currently  available  in  Project  CUW37401,  Calaveras  Dam 
Replacement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  of  up  to  73  consecutive  calendar  days  for  the  Water  Enterprise,  WSIP 
funded  Construction  Contract  WD-2551,  Calaveras  Dam  Replacement  Project,  for  a  total 
contract  duration  of  up  to  2,867  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  approve  any  future  modifications  to  the  contract 
duration  up  to  2,867  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0223 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  Supply 
Improvement  Program  (WSIP)  funded  Contract  No.  WD-2581,  New  Irvington  Tunnel,  by  the 
contractor,  Southland/Tutor  Perini  Joint  Venture;  and 

WHEREAS,  On  June  8,  2010,  by  Resolution  No.  10-0095,  this  Commission  awarded 
Contract  No.  WD-2581,  New  Irvington  Tunnel,  in  the  amount  of  $226,657,700,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder.  Southland/Tutor  Perini  Joint  Venture;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  August  26, 
2010,  with  an  original  schedule  of  1,390  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  2,593  consecutive  calendar  days  on  September  30,  2017;  and 

WHEREAS,  On  December  13,  2011,  per  Resolution  No.  11-0192,  this  Commission 
authorized  the  General  Manager  to  consider,  and  if  appropriate,  to  approve  modifications  with 
cumulative  time  extensions  greater  than  10  percent  of  the  original  contract  duration  but  not 
exceeding  261  additional  consecutive  calendar  days,  for  additional  anticipated  differing  site 
conditions  (harder  rock  than  disclosed  in  contract  documents  and  continued  operations  under 
gassy  tunnel  conditions)  and  contract  extensions  for  tunnel  excavation  delays  due  to  drilling  and 
grouting  for  groundwater  control,  increasing  the  contract  duration  to  1 ,790  consecutive  calendar 
days;  and 

WHEREAS,  On  June  12,  2012,  per  Resolution  No.  12-0099,  the  Commission  approved 
the  following  revisions  to  the  schedule  and  budget  of  the  New  Irvington  Tunnel  project  that  were 
needed  as  a  result  of  the  construction  adjustments  necessary  to  address  very  challenging  and 
unforeseen  site  conditions  and  the  tunnel’s  reclassification  from  “potentially  gassy”  to  “fully 
gassy”  by  the  California  Occupations  Safety  and  Health  Administration:  extending  the  project 
schedule  by  447  calendar  days  by  revising  the  project  completion  date  from  October  31, 2014  to 
January  21,  2016;  and  increasing  the  construction  contingency  budget  by  $4,700,000  to  a  new 
total  construction  budget  of  $254,023,470;  and 

WHEREAS,  On  April  23,  2013  pursuant  to  Resolution  13-0060,  this  Commission 
endorsed  the  project-level  scope  and  approved  the  schedule  and  budget  of  the  March  2013 
Revised  WSIP  which  was  documented  in  the  Notice  of  Public  Hearing  dated  March  22,  2013, 
which  added  $3,305,495  in  funding,  but  no  time,  to  the  New  Irvington  Tunnel  construction 
budget,  revising  the  construction  budget  total  to  $257,328,965;  and 

WHEREAS,  On  August  13,  2013,  pursuant  to  Resolution  13-0128,  this  Commission 
approved  an  increase  in  the  existing  contract  cost  contingency  in  the  amount  of  $8,005,495,  and 
approved  a  time  extension  of  53  consecutive  calendar  days  for  Water  Enterprise,  WSIP  funded 
Construction  contract  WD-2581,  New  Irvington  Tunnel,  for  a  total  cost  contingency  amount  of 
$30,671,265  for  a  new  construction  budget  total  of  $257,328,965  and  a  potential  extension  in  the 
contract  duration  of  up  to  453  consecutive  calendar  days  for  a  new  proposed  contract  duration  of 
1 ,843  consecutive  calendar  days;  and 


WHEREAS,  On  May  26,  2015,  pursuant  to  Resolution  15-0124,  this  Commission 
approved  an  increase  in  the  existing  contract  cost  contingency  in  the  amount  of  $8,907,454,  and 
approved  an  increase  in  the  contract  duration  contingency  of  up  to  69  consecutive  calendar  days 
for  Water  Enterprise,  WSIP  funded  Construction  Contract  WD-2581,  New  Irvington  Tunnel,  for 
a  total  cost  contingency  amount  of  $39,578,719,  for  a  new  construction  budget  total  of 
$266,236,419  and  a  potential  extension  in  the  contract  duration  of  up  to  522  consecutive  calendar 
days  for  a  new  proposed  contract  duration  of  1 ,9 1 2  consecutive  calendar  days;  and 

WHEREAS,  On  December  8,  2015,  pursuant  to  Resolution  15-0251,  this  Commission 
approved  an  increase  in  the  existing  construction  contract  contingency  in  the  amount  of 
$3,666,245  and  approved  an  increase  in  the  contract  duration  contingency  of  up  to  61 
consecutive  calendar  days  for  Water  Enterprise,  WSIP  funded  Construction  Contract  WD-2581, 
New  Irvington  Tunnel,  for  a  total  construction  cost  contingency  amount  of  $43,244,964,  for  a 
new  construction  budget  total  of  $269,902,664,  and  a  potential  extension  in  the  contract  total 
duration  contingency  duration  of  up  to  583  consecutive  calendar  days  for  a  new  proposed 
contract  duration  of  1,973  consecutive  calendar  days;  and 

WHEREAS,  On  February  28,  2017,  pursuant  to  Resolution  17-0031,  this  Commission 
approved  an  increase  to  the  existing  contract  duration  contingency  of  up  to  620  consecutive 
calendar  days  of  Water  Enterprise,  WSIP  funded  Construction  Contract  WD-2581,  New 
Irvington  Tunnel,  for  a  total  duration  contingency  of  up  to  1,203  consecutive  calendar  days,  and 
this  Commission  authorized  the  General  Manager  (or  his  designee)  to  consider  and,  if 
appropriate,  to  approve  any  future  modifications  to  the  original  contract  duration  for  up  to  620 
consecutive  calendar  days  for  a  total  revised  contract  duration  of  up  to  2,593  consecutive 
calendar  days;  and 

WHEREAS,  Modification  Nos.  1-73  were  issued  in  the  amount  of  $39,984,345,  and  to 
extend  the  contract  duration  by  1,203  consecutive  calendar  days,  to  address  challenging  and 
unforeseen  site  conditions,  including  groundwater  seepage  control  and  Cal-OSHA’s 
reclassification  of  the  tunnel  from  "potentially  gassy”  to  "fully  gassy”,  time  extensions  to 
account  for  schedule  delays  associated  with  negotiating  and  settling  contractor  change  order 
claims  associated  with  harder  rock  encountered  in  the  excavation  than  documented  in  the 
contract,  and  repairs  and  testing  of  the  grout  backfill  around  the  tunnel  liner  after  repairs  were 
completed  for  the  buckle  failures  that  occurred  in  Fall/Winter  2014;  and 

WHEREAS,  Modification  No.  74  (Final)  is  being  requested  for  a  total  reduction  of 
$1,123,743.92  for  reconciliation  of  actual  quantities  used  under  unit  price  and  allowance  bid 
items  and  change  orders,  with  no  change  in  contract  duration,  for  a  total  contract  amount  of 
$265,518,301.08;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  subcontracting  goal  of  4%  for  this  contract,  the  contractor  achieved  LBE 
participation  of  3.98%,  and  CMD  staff  found  that  the  contractor  substantially  complied  with 
CMD  Chapter  14B  subcontracting  requirements  and  concurs  with  the  closeout  thereof;  and 

WHEREAS,  Funds  were  available  from  Water  Enterprise,  WSIP  funded  Project  No. 
CUW35901  for  the  construction  of  New  Irvington  Tunnel;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Southland/Tutor 
Perini  Joint  Venture  for  Water  Enterprise,  Water  Supply  Improvement  Program  funded  Contract 
No.  WD-2581,  New  Irvington  Tunnel,  approves  Modification  No.  74  (Final),  decreasing  the 
contract  by  $1,123,744,  for  a  total  revised  contract  amount  of  $265,518,301,  and  for  a  total 
contract  duration  of  2,593  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017. 


{jfmrwL  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0224 


WHEREAS,  Construction  has  been  completed  for  Hetchy  Capital  Improvement  Projects 
funded  Contract  No.  DB-124,  San  Joaquin  Valley  Communication  System  Upgrade,  by  the 
contractor.  Communication  Services  Inc.;  and 

WHEREAS,  On  June  10,  2014,  by  Resolution  No.  14-0094,  this  Commission  awarded 
Contract  No.  DB-124,  San  Joaquin  Valley  Communication  System  Upgrade,  to  the  lowest, 
qualified  responsible  and  responsive  bidder.  Communication  Services  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  July  27,  2015; 
and 


WHEREAS,  The  original  contract  amount  was  for  $6,990,959,  and  the  original 
construction  contract  duration  was  395  consecutive  calendar  days;  and 

WHEREAS,  On  January  24,  2017,  per  Resolution  No.  17-0012,  this  Commission 
approved  an  increase  in  the  construction  contract  contingency  duration  up  to  219  consecutive 
calendar  days,  for  a  total  contract  duration  of  up  to  614  consecutive  calendar  days;  and 

WHEREAS,  On  April  25,  2017,  per  Resolution  No.  17-0080,  this  Commission  approved 
an  increase  in  the  construction  contract  duration  contingency  of  up  to  183  consecutive  calendar 
days,  for  a  total  revised  contract  duration  of  up  to  797  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  to  9  were  issued  for  an  aggregated  amount  of  $13,244 
and  a  non-compensable  time  extension  of  402  consecutive  calendar  days  to  address  various 
issues  during  construction,  decreasing  the  total  contract  amount  to  $7,004,203,  and  increasing  the 
total  contract  duration  to  797  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  10  (Final)  is  being  requested  in  the  amount  of  ($37,500)  to 
reconcile  the  contract  allowance  with  an  increase  in  contract  duration  of  10  calendar  days  to 
reflect  actual  contract  time,  revising  the  total  contract  amount  to  $6,966,703,  with  a  revised 
contract  duration  of  807  consecutive  calendar  days  and; 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor 
complied  with  the  established  Local  Business  Enterprise  (LBE)  subcontracting  goal  of  6%  by 
achieving  a  final  LBE  participation  of  8.24%  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH- 102-01,  Microwave  System; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Communication 
Services  Inc.,  for  Hetch  Hetchy  Capital  Improvement  Projects  funded  Contract  No.  DB-124, 
San  Joaquin  Valley  Communication  System  Upgrade;  Approves  Modification  No.  10  (Final), 
decreasing  the  contract  amount  by  $37,500,  and  with  a  time  extension  of  10  consecutive 
calendar  days,  for  a  total  contract  amount  of  $6,966,703  and  with  a  total  contract  duration  of  807 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor.  Communication 
Services  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017,  2017. 


Secret-.,,  . _ m mission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0225 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  approximately  17  acres 
of  real  property  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  near  Phelan  Avenue  and  Ocean  Avenue,  commonly  known  as  the  Balboa  Reservoir; 
and 

WHEREAS,  The  SFPUC  partially  completed  the  Balboa  Reservoir  in  1957  but  has  never 
used  the  site  for  water  storage  purposes;  and 

WHEREAS,  In  2012,  after  a  series  of  land  transfers  between  various  public  agencies,  the 
original  Balboa  Reservoir  was  reconfigured  from  the  SFPUC’s  original  land  holdings  into  its 
current  configuration,  and  the  SFPUC  has  jurisdiction  over  approximately  17  acres  west  of  City 
College  of  San  Francisco  (City  College)’ s  property;  and 

WHEREAS,  In  late  2014,  the  Mayor's  Office  of  Economic  and  Workforce  Development 
(OEWD),  the  San  Francisco  Planning  Department  (Planning)  and  the  SFPUC  initiated  a  study  of 
the  Balboa  Reservoir  site  for  potential  residential  development  under  the  City’s  Public  Land  for 
Housing  Program,  which  seeks  to  address  the  City’s  issues  regarding  affordable  housing;  and 

WHEREAS,  On  March  31,  2015,  via  Board  of  Supervisor’s  Ordinance  45-15,  the  Board 
of  Supervisors  established  the  Balboa  Reservoir  Community  Advisory  Committee  (BRCAC)  to 
advise  the  Board  of  Supervisors,  the  Mayor,  and  City  Departments  regarding  any  proposed 
development  under  the  Public  Land  for  Housing  Program  at  the  Balboa  Reservoir;  and 

WHEREAS,  On  November  10,  2016,  following  nearly  two  years  of  community  outreach, 
the  SFPUC  initiated  a  developer  selection  process  by  issuing  a  request  for  qualifications  (RFQ) 
to  solicit  developers  interested  in  acquiring  the  Balboa  Reservoir  site  to  build  mixed  income 
housing  and  develop  open  space.  A  RFQ  evaluation  panel  comprised  of  City  staff  and 
community  and  City  College  representatives  evaluated  the  RFQ  responses  and  recommended 
three  top-scoring  teams  to  the  SFPUC  General  Manager.  The  three  top-scoring  teams  were 
subsequently  invited  to  respond  to  a  request  for  proposals  (RFP);  and 

WHEREAS,  On  March  9,  2017,  the  City  announced  the  three  finalist  development  teams 
for  the  RFP:  (i)  a  collaboration  between  AvalonBay  Communities  (AvalonBay)  and  Bridge 
Housing  Corporation  (Bridge  Housing)  as  master  co-developers,  with  Mission  Housing,  Pacific 
Union  Development  Company,  and  Habitat  for  Humanity  of  Greater  San  Francisco,  (ii)  a 
collaboration  between  the  Emerald  Fund  and  Mercy  Housing,  and  (iii)  a  collaboration  between 
Related  California,  Sares-Regis  Group  of  Northern  California,  Tenderloin  Neighborhood 
Development  Corporation,  and  Curtis  Development.  The  three  development  teams  were  invited 
to  submit  their  development  proposals  by  June  2,  2017;  and 


WHEREAS,  The  City  invited  community  members  to  attend,  view  and  comment  on  the 
three  developer  proposals  at  (i)  a  public  workshop  on  June  10,  2017  at  the  City  College  Phelan 
Avenue  campus,  (ii)  a  meeting  of  the  BRCAC  on  June  15,  2017,  and  (iii)  through  the  SFPUC 
website.  Through  this  community  participation  process,  the  City  received  public  comments  from 
127  parties  and  transmitted  all  such  public  comments  to  the  three  developer  teams,  who  each 
were  required  to  respond  and  explain  how  the  team  would  consider  and  address  the  comments  if 
it  were  the  City-selected  developer  team;  and 

WHEREAS,  A  RFP  Panel  comprising  of  City  staff,  a  BRCAC  community  representative 
and  a  representative  were  tasked  with  reviewing,  discussing,  interviewing  and  ultimately 
selecting  a  developer  to  recommend  to  the  SFPUC  General  Manager;  and 

WHEREAS,  The  selected  developer  teams  for  the  RFP  were  asked  to  submit  their  final 
proposals  by  June  2,  2017  and  present  their  proposals  to  the  community  on  June  10,  2017;  and 

WHEREAS,  The  City  announced  the  conclusion  of  the  Balboa  Reservoir  selection 
process  with  the  selection  of  AvalonBay  Communities  and  Bridge  Housing  with  Mission 
Housing,  Pacific  Union  Development  Company,  and  Habitat  for  Humanity  of  Greater  San 
Francisco  as  the  developer  on  August  23,  2017;  and 

WHEREAS,  The  terms  and  conditions  of  the  transaction  documents  for  the  transfer  of  the 
site  and  development  of  a  project  will  be  negotiated  during  the  term  of  the  ENA.  All  project 
approval  actions,  including  approval  of  the  transaction  documents  by  the  SFPUC,  City’s  Board 
of  Supervisors  (Board)  and  Mayor,  and  other  applicable  City  agencies  are  subject  to 
environmental  review  through  the  California  Environmental  Quality  Act,  Cal.  Pub.  Res.  Code 
Section  21000  et  seq.  (CEQA),  the  CEQA  Guidelines,  15  Cal.  Code  Regs.  Section  15000  et  seq, 
and  San  Francisco’s  Environmental  Quality  Regulations,  codified  at  San  Francisco 
Administrative  Code  Chapter  31.  In  approving  the  ENA,  the  SFPUC  is  not  approving 
development  of  the  Balboa  Reservoir  site.  In  order  to  comply  with  CEQA  and  give  decision¬ 
makers  and  the  public  the  opportunity  to  be  aware  of  the  environmental  consequences  of  any 
contemplated  actions  with  respect  to  the  project  and  to  fully  participate  in  the  CEQA  process,  the 
SFPUC  retains  the  absolute  and  sole  discretion  to  (i)  structure  and  modify  the  project  as  the 
SFPUC  determines  may  be  necessary  to  comply  with  CEQA,  (ii)  select  other  feasible 
alternatives  to  the  project  to  avoid  significant  environmental  impacts,  (iii)  adopt  feasible 
mitigation  measures  to  reduce  or  avoid  significant  impacts  of  the  project,  (iv)  balance  the 
benefits  of  the  project  against  any  significant  environmental  impacts  before  final  approval  by  the 
SFPUC  or  City  if  such  significant  impacts  cannot  otherwise  be  avoided,  and/or  (v)  determine  not 
to  proceed  with  the  project  due  to  unavoidable  significant  impacts;  and 

WHEREAS,  The  City,  through  the  SFPUC,  now  desires  to  enter  into  the  Exclusive 
Negotiation  Agreement  (ENA),  with  Reservoir  Community  Partners,  LLC,  a  Delaware  limited 
liability  company  representing  a  joint  venture  comprised  of  AvalonBay  Communities  and  Bridge 
Housing;  now,  therefore,  be  it 

RESOLVED,  That  nothing  in  this  resolution  or  the  ENA  commits,  or  shall  be  deemed  to 
commit,  the  SFPUC  or  City  to  approve  or  implement  a  project  as  defined  under  CEQA.  The 
SFPUC  and  City  will  not  approve  any  transaction  documents  or  take  any  other  discretionary 
actions  that  will  have  the  effect  of  committing  the  SFPUC  or  City  to  the  development  of  a 
project  until  environmental  review  for  the  project  as  required  by  CEQA  has  been  completed  in 


accordance  with  CEQA  and  SF  Admin.  Code  Chapter  31.  Accordingly,  the  references  to  “the 
project”  (or  the  like)  in  this  resolution  mean  a  proposed  project  subject  to  future  environmental 
review  and  consideration  by  City,  the  SFPUC  and  other  public  agencies.  The  SFPUC  intends 
through  exclusive  negotiations  to  identify  the  actions  and  activities  that  would  be  necessary  to 
develop  the  site  to  facilitate  meaningful  environmental  review.  No  transaction  documents  or 
other  discretionary  actions  will  be  approved  and  become  binding  on  the  SFPUC  and  City  unless 
and  until  (1)  City,  acting  as  the  lead  agency  under  CEQA,  has  determined  that  the  environmental 
documentation  it  has  prepared  for  the  project  complies  with  CEQA;  and  (2)  City  has  reviewed 
and  considered  the  environmental  documentation  and  adopted  appropriate  CEQA  findings  in 
compliance  with  CEQA.  The  SFPUC  retains  absolute  and  sole  discretion  to:  (a)  modify  the 
project  as  the  SFPUC  determines  may  be  necessary  to  comply  with  CEQA;  (b)  select  feasible 
alternatives  to  the  project  to  avoid  significant  environmental  impacts  of  the  proposed  project; 
(c)  require  the  implementation  of  specific  mitigation  measures  to  address  environmental  impacts 
of  the  project;  (d)  reject  the  project  due  to  unavoidable  significant  environmental  impacts  of  the 
project;  and  (e)  balance  the  benefits  of  the  project  against  any  significant  environmental  impacts 
before  final  approval  of  the  project  upon  a  finding  that  the  economic,  legal,  social,  technological 
or  other  benefits  of  the  project  outweigh  unavoidable  significant  environmental  impacts  of  the 
project;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  the  terms  and  conditions  of  the 
ENA  and  authorizes  the  General  Manager  to  negotiate  and  execute  the  ENA  in  substantially  the 
form  on  file  with  the  SFPUC  Commission  Secretary;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  the  ENA,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  ENA 
or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO.: _ 17-0226 


WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  Community  Choice 
Aggregation  (CCA)  program  in  2004  (Ordinance  86-04)  and  has  implemented  the  program, 
called  CleanPowerSF,  through  the  work  of  the  SFPUC  in  consultation  with  the  San  Francisco 
Local  Agency  Formation  Commission  (Ordinances  146-07,  147-07,  and  232-09);  and 

WHEREAS,  In  2002,  the  Board  of  Supervisors  adopted  the  “Greenhouse  Gas  Emissions 
Reduction”  Resolution  (158-02),  updated  in  2008  (Ordinance  81-08,  San  Francisco  Environment 
Code  §  902),  committing  San  Francisco  to  reduce  citywide  greenhouse  gas  (GHG)  emissions  to 
80%  below  1990  levels  by  the  year  2050;  CleanPowerSF  program  can  be  a  key  contributor  to 
achieving  those  goals;  and 

WHEREAS,  In  2002,  the  State  of  California  established  the  California  Renewable 
Portfolio  Standard  (RPS)  under  Senate  Bill  1078,  accelerated  in  2006  under  Senate  Bill  107  and 
expanded  in  201 1  under  Senate  Bill  2  and  in  2015  under  Senate  Bill  350  (Public  Utilities  Code  § 
399.11-32),  mandating  that  33%  of  electricity  sold  to  consumers  must  be  generated  by  eligible 
renewable  resources  by  2020  and  50%  by  2030;  and 

WHEREAS,  The  complementary  objectives  of  the  CleanPowerSF  program  are  to  (1) 
provide  electricity  and  related  services  at  affordable  and  competitive  rates  while  promoting  long¬ 
term  rate  stability,  energy  security  and  reliability  for  San  Francisco;  (2)  reduce,  and  eventually 
eliminate,  the  greenhouse  gas  emissions  associated  with  the  use  of  electricity  in  San  Francisco; 
(3)  support,  to  the  greatest  extent  possible  and  affordable,  the  development  of  new  clean  energy 
infrastructure  and  new  employment  opportunities  for  San  Franciscans;  and  (4)  provide  long-term 
rate  and  financial  stability  to  CleanPowerSF  and  its  customers;  and 

WHEREAS,  On  May  12,  2015  (Resolution  15-0112),  the  Commission  set  initial  “not-to- 
exceed”  rates,  finding  that  the  CleanPowerSF  retail  rates  must  be  adequate  to  support 
CleanPowerSF’ s  operations,  including  recovery  of  program  reserves  and  allow  for  the  Power 
Enterprise  to  be  financially  stable  and  in  compliance  with  its  reserve  policies;  and 

WHEREAS,  The  Commission  adopted  a  ratemaking  methodology  for  the 
CleanPowerSF  program  that  is  intended  to  result  in  bills  that  are  equal  to  or  less  than  PG&E 
bills  for  customers  enrolling  in  the  default  product  during  an  auto-enrollment  phase;  and 

WHEREAS,  A  primary  factor  in  ensuring  that  the  “not-to-exceed”  rates  are  equal  to  or 
less  than  PG&E’s  bills  will  be  procuring  competitively  priced  energy  to  support  the 
CleanPowerSF  program;  and 

WHEREAS,  On  December  8,  2015  (Resolution  15-0267)  the  Commission  adopted 
Business  Practice  Policies  for  the  CleanPowerSF  program,  addressing  product  content,  rate 
setting,  phasing,  supply  management,  reserves  and  program  performance  reporting  and  metrics; 
and 

WHEREAS,  The  Commission-adopted  Phasing  Policy  states  that  the  CleanPowerSF 
program  will  be  phased-in  throughout  San  Francisco  in  a  manner  that  is  financially  prudent  and 


operationally  feasible  and  shall  be  conditional  upon:  (1)  program  rates  being  sufficient  to  cover 
program  costs,  (2)  program  rates  for  a  subsequent  phase  are  projected  to  be  at  or  below  PG&E 
rates  at  the  launch  of  each  phase,  (3)  program  supply  commitments  are  sufficient  to  meet  new 
projected  customer  demand,  (4)  staff  and  systems  and/or  qualified  third  party  service  providers 
can  handle  additional  energy  sales  and  customer  account  volumes,  (5)  sufficient  and  reasonably 
priced  credit,  collateral  and  working  capital  support  is  available,  and  (6)  all  rate,  contracts  and 
financial  support  approvals  have  been  obtained;  and 

WHEREAS,  On  May  9,  2017  (Resolution  17-0102)  the  Commission  modified  the 
CleanPowerSF  Program  to  increase  the  target  renewable  energy  content  of  the  Green  (default) 
product  from  35%  to  50%  by  the  end  of  2020,  or  sooner  if  possible,  and  enroll  100%  of  eligible 
San  Francisco  customers  by  July  2019,  or  sooner  if  possible;  and 

WHEREAS,  CleanPowerSF  is  currently  serving  approximately  65  MW  per  year 
(average)  and  its  potential  citywide  demand  is  equal  to  approximately  435  MW  per  year 
(average),  assuming  a  citywide  program  opt-out  rate  of  5%;  and 

WHEREAS,  On  June  22,  2017  SFPUC  issued  a  Request  for  Offers  for  Renewable 
Energy  Supplies,  PR0.0077,  seeking  bids  for  energy,  environmental  attributes  and  capacity 
from  new  and  existing  Eligible  Renewable  Energy  Resources,  as  defined  in  California  Public 
Resources  Code  Section  25741,  to  support  citywide  enrollment  in  the  CleanPowerSF  program 
no  later  than  the  summer  of  2019;  and 

WHEREAS,  PR0.0077  sought  renewable  energy  produced  and  delivered  by  new  or 
existing  generating  facilities  with  an  initial  contract  delivery  date  as  early  as  May  2018  and  as 
late  as  December  202 1  for  contract  terms  of  one  to  25  years,  plus  optional  extensions,  including, 
to  the  extent  available,  the  Resource  Adequacy  (“RA”)  Capacity  for  any  generating  facilities 
that  have  achieved  or  are  expected  to  achieve  full  capacity  deliverability  status;  and 

WHEREAS,  On  September  12,  2017  SFPUC  issued  a  Request  for  Offers  for  Shaped 
Energy  Supplies,  PR0.0089,  seeking  bids  for  shaped  energy,  short-term  renewable  energy, 
environmental  attributes  and  RA  Capacity  to  complement  the  renewable  energy  offers  provided 
under  PR0.0077;  and 

WHEREAS,  PR0.0089  sought  bids  for  short-term  shaped  energy,  renewable  energy  and 
carbon-free  energy  products  that  meet  the  following  criteria:  (1)  minimum  annual  energy 
delivery  of  25  MW  (average)  per  year,  (2)  an  initial  contract  delivery  date  as  early  as  May  2018 
and  as  late  as  April  2020,  and  (3)  contract  duration  ranging  from  one  year  to  a  maximum  of 
three  years;  and 

WHEREAS,  PR0.0089  also  sought  bids  for  a  sufficient  quantity  of  RA  Capacity  to 
satisfy  the  applicable  requirements  for  CleanPowerSF’ s  projected  citywide  loads,  with  a 
minimum  delivery  term  of  one  year  and  no  more  than  three  years;  and 

WHEREAS,  The  SFPUC  received  71  project  proposals  responsive  to  PR0.0077,  the 
Request  for  Offers  for  Renewable  Energy  Supplies,  and  on  August  24,  2017,  notified  the 
following  pool  of  qualified  respondents  offering  proposals  with  initial  contract  delivery  dates  in 
2018  and  2019  that  some  or  all  of  their  proposals  submitted  under  PR0.0077  were  selected  for 
further  consideration:  8minutenergy  Renewable  LLC;  Avangrid  Renewables  LLC;  Calpine 
Energy  Services  L.P.;  E.ON  Climate  &  Renewables  North  America  LLC;  First  Solar;  Frontier 
Renewable;  FTP  Power  LLC,  dba  Sustainable  Power  Group  (sPower);  Morgan  Stanley  Capital 
Group  Inc.;  NextEra  Energy  Resources  Acquisitions  LLC;  Shell  Energy  North  America  (US) 


L.P.;  SunPower  Corporation  Systems;  Terra-Gen  LLC;  Wadham  Energy  L.P.;  and  Wind  Wall 
Development  LLC;  and 

WHEREAS,  On  September  6,  2017,  notified  the  following  pool  of  qualified  respondents 
to  PR0.0089  offering  proposals  with  initial  contract  delivery  dates  in  2020  and  202 1  that  some 
or  all  of  their  proposals  submitted  under  PR0.0077  were  selected  for  further  consideration: 
8minutenergy  Renewable  LLC;  E.ON  Climate  &  Renewables  North  America,  LLC;  EDF 
Renewable  Development,  LLC;  EDP  Renewables  North  America  LLC;  First  Solar;  Lendlease 
Energy  Development  LLC;  NextEra  Energy  Resources  Acquisitions,  LLC;  NRG  Renew,  LLC; 
Sempra  Renewables,  LLC;  SunPower  Corporation,  Systems;  and 

WHEREAS,  The  SFPUC  has  placed  a  priority  on  contracting  with  the  following 
respondents  offering  energy  under  PR0.0077  with  initial  contract  delivery  dates  as  early  as 
2018  and  as  late  as  2021:  Calpine  Energy  Services  L.P.;  E.ON  Climate  &  Renewables  North 
America  LLC;  First  Solar;  Frontier  Renewable;  FTP  Power  LLC,  dba  Sustainable  Power  Group 
(sPower);  Morgan  Stanley  Capital  Group  Inc.;  NextEra  Energy  Resources  Acquisitions  LLC; 
SunPower  Corporation  Systems;  Terra-Gen  LLC;  Wadham  Energy  L.P.;  and  Wind  Wall 
Development  LLC;  and 

WHEREAS,  The  SFPUC  received  five  proposals  responsive  to  PR0.0089,  the  Request 
for  Offers  of  Shaped  Energy  Supplies,  and  on  September  27,  2017,  notified  Calpine  Energy 
Services  L.P.,  Constellation,  Direct  Energy  Business  Marketing  LLC,  Morgan  Stanley  Capital 
Group  Inc.,  Shell  Energy  North  America  (U.S.)  LP,  that  they  had  been  shortlisted  and  that  their 
proposals  were  selected  for  further  consideration;  and 

WHEREAS,  The  SFPUC  is  preparing  a  risk  assessment  for  the  proposed  portfolio  of 
contracts  that  will  be  completed  prior  to  a  decision  to  launch  the  next  phase  of  the 
CleanPowerSF  program;  and 

WHEREAS,  this  approval  does  not  constitute  a  “project”  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no 
physical  change  in  the  environment;  now,  therefore  be  it 

RESOLVED,  That  the  Commission  approves  the  pool  of  qualified  respondents  identified 
in  this  Resolution  for  renewable  energy,  shaped  energy  and  Resource  Adequacy  Capacity 
solicited  through  PR0.0077  and  PR0.0089  and  authorizes  the  General  Manager  to  negotiate 
energy  supply  contracts  with  one  or  more  of  the  respondents;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  conditionally  authorizes  the  General 
Manager  to  execute  energy  supply  contracts  with  one  or  more  of  the  respondents,  subject  to  the 
following  conditions,  and  to  seek  Board  of  Supervisorsapproval,  if  required,  subject  to  the 
following  conditions: 

(i)  the  total  cost  of  the  executed  contracts  is  consistent  with  the  rate  setting 
methodology  adopted  by  the  Commission  in  Resolution  15-01 12; 

(ii)  the  renewable  energy  supplied  under  a  contract  pursuant  to  either  PR0.0077 
or  PR0.0089  is  from  resources  eligible  to  be  counted  as  California 
Renewables  Portfolio  Standard  Portfolio  Content  Category  1  or  Portfolio 
Content  Category  2  resources; 


(iii)  counterparties  to  any  contract  must  maintain  an  acceptable  credit  rating  or 
provide  equivalent  credit  support  or  performance  assurance  for  the  duration 
of  the  contract  through  an  acceptable  credit  mechanism; 

(iv)  the  total  combined  volume  of  power  procured  under  PR0.0077  and 
PR0.0089  shall  not  exceed  435  MW  per  year  (average); 

(v)  the  duration  of  any  contract  under  PR0.0077  shall  not  exceed  25  years, 
unless  the  Commission  approves  a  contract  extension; 

(vi)  the  duration  of  any  contract  under  PR0.0089  shall  not  exceed  three  years; 

(vii)  the  total  quantity  of  Resource  Adequacy  Capacity  procured  shall  not  exceed 
the  expected  quantity  as  established  by  state  law  and  regulation  for  load  of 
435  MW  per  year  (average);  and 

(viii)  the  total  cost  of  all  energy  supply  contracts  shall  not  exceed  $175  million  per 
year;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  intends  to  review  the  expected  costs  of 
CCA  service  and  consider  authorizing  the  General  Manager  to  finalize  the  schedule  of  rates  and 
charges  for  the  initial  offering,  prior  to  commencement  of  the  opt-out  process  for  the  next 
planned  auto-enrollment;  and  be  it 

FURTHER  RESOLVED,  That  the  contracts  will  not  be  effective  until  the  SFPUC  has 
reviewed  the  CleanPowerSF  risk  assessment  for  the  proposed  portfolio  of  contracts  to  be 
executed;  and  be  it 

FURTHER  RESOLVED,  that  the  General  Manager  will  report  to  the  SFPUC  on  the 
final  schedule  of  rates  and  charges  for  the  initial  offering,  prior  to  commencement  of  the  opt-out 
process. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017. 

_ (XU/l/M. _ _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  17-0227 

WHEREAS,  At  a  duly  called  and  held  election  on  November  5,  2002,  a  majority  of 
voters  voting  on  the  measure  approved  Proposition  E  (“Proposition  E  of  2002”)  which,  among 
other  things,  amended  the  Charter  of  the  City  and  County  of  San  Francisco  (the  “City”)  to  create 
Article  VIIIB  thereof  (Sections  8B.120  through  8B.127)  authorizing  the  Public  Utilities 
Commission  (the  “Commission”)  of  the  City  to  issue  revenue  bonds,  including  notes, 
commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved  by  a 
two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  “Board”),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  water  facilities  under  the 
jurisdiction  of  the  Commission,  subject  to  satisfaction  of  certain  conditions;  and 

WHEREAS,  Pursuant  to  Proposition  E  of  2002,  and  various  ordinances  and  resolutions 
adopted  by  the  Board  and  this  Commission  thereunder  (collectively,  the  “Authorizing 
Legislation”),  and,  for  purposes  of  the  Bonds  (defined  below)  authorized  herein,  including  but 
not  limited  to  Ordinance  No.  113-12,  finally  passed  at  the  regular  meeting  of  the  Board  held  on 
June  12,  2012  (“Ordinance  No.  113-12”),  Ordinance  No.  108-14,  finally  passed  at  the  regular 
meeting  of  the  Board  held  on  June  24,  2014  (Ordinance  No.  108-14”),  and  Ordinance  No.  1 12- 
16,  finally  passed  at  the  regular  meeting  of  the  Board  held  on  June  14,  2016  (“Ordinance  No. 
112-16”),  as  of  November  1,  2017,  there  has  been  authorized  for  issuance  $3,756,433,153 
aggregate  principal  amount  of  water  revenue  bonds  or  other  forms  of  indebtedness,  including 
notes,  commercial  paper  and  other  short-term  indebtedness;  and 

WHEREAS,  Pursuant  to  the  applicable  Authorizing  Legislation,  Article  V  of  Chapter  43 
of  Part  I  of  the  San  Francisco  Administrative  Code,  and  various  other  ordinances  and  resolutions 
adopted  by  the  Board  and  the  Commission,  an  interim  funding  program  for  the  Water  Enterprise 
has  been  established  in  an  aggregate  principal  amount  not  to  exceed  $500,000,000  (the 
“Authorized  Short-term  Indebtedness”),  consisting  of  a  $400,000,000  authorization  for 
commercial  paper  and  a  $100,000,000  authorization  for  short-term,  direct  purchase  revolving 
obligations,  and  as  of  November  1,  2017,  approximately  $145,000,000  aggregate  principal 
amount  of  such  Authorized  Short-term  Indebtedness  has  been  issued  or  incurred;  and 

WHEREAS,  As  of  November  1,  2017,  pursuant  to  the  Authorizing  Legislation,  there  are 
authorized  but  unissued  water  revenue  bonds  or  other  forms  of  indebtedness,  including  notes, 
commercial  paper  and  other  short-term  indebtedness  in  an  aggregate  principal  amount  of 
$486,313,153  (which  amount  assumes  State  revolving  fund  loan  amounts  are  incurred  for  the  full 
not  to  exceed  amount  of  $186,220,000);  and 

WHEREAS,  Under  the  authority  granted  or  proposed  to  be  granted  under  the  Authorizing 
Legislation,  it  is  proposed  that  the  Commission  issue  one  or  more  series  or  subseries  of  water 
revenue  bonds  in  an  aggregate  principal  amount  not  to  exceed  $400,000,000  (the  “Bonds”)  for 
the  principal  purpose  of  financing  or  refinancing  (through  the  retirement  of  commercial  paper) 
certain  capital  projects  and  improvements  (hereinafter  described)  to  or  benefitting  the  City’s 
Water  Enterprise,  all  pursuant  to  the  Amended  and  Restated  Indenture,  dated  as  of  August  1, 


2002  (as  the  same  has  been  further  amended  and  supplemented,  the  “Indenture”),  by  and 
between  the  Commission  and  U.S.  Bank  National  Association,  as  trustee  (the  “Trustee”),  and 
one  or  more  additional  supplemental  indentures  as  herein  provided;  and 

WHEREAS,  It  is  proposed  that  the  Bonds  be  issued  in  one  or  more  series  or  subseries  as 
obligations  the  interest  on  which  may  or  may  not  be  exempt  from  federal  income  tax,  each 
pursuant  to  one  or  more  supplemental  indentures,  between  the  Commission  and  the  Trustee 
(each,  a  “Supplemental  Indenture”);  and 

WHEREAS,  It  is  proposed  that  the  Bonds  be  sold  in  one  or  more  series  or  subseries  by 
competitive  sale  pursuant  to  one  or  more  official  notices  of  sale  (each,  an  “Official  Notice  of 
Sale”)  and  a  corresponding  notice  of  intention  to  sell  bonds  (each,  a  “Notice  of  Intention  to 
Sell”),  or  in  a  negotiated  sale  pursuant  to  one  or  more  Bond  Purchase  Contracts  (each,  a  “Bond 
Purchase  Contract”),  or  in  some  combination  of  competitive  and  negotiated  sales;  and 

WHEREAS,  It  is  proposed  that  one  or  more  preliminary  official  statements  for  the  Bonds 
(each,  a  “Preliminary  Official  Statement”)  and  one  or  more  official  statements  for  the  Bonds 
(each,  an  “Official  Statement”)  be  used  in  connection  with  the  offering  and  sale  of  the  Bonds 
from  time  to  time  in  one  or  more  series  or  subseries;  and 

WHEREAS,  It  is  proposed  that  one  or  more  continuing  disclosure  certificates  (each,  a 
“Continuing  Disclosure  Certificate”)  be  executed  and  delivered  with  respect  to  the  Bonds  in 
order  to  assist  the  purchasers  or  underwriters  thereof  in  complying  with  Securities  and  Exchange 
Commission  Rule  15c2-12  (“Rule  15c2-12”);  and 

WHEREAS,  The  voters  of  the  City  approved  Proposition  P  in  November  2002 
(“Proposition  P”),  pursuant  to  which  this  resolution  and  the  Bonds  are  subject  to  the  provisions 
of  Section  5A.30  et  seq.  (“Public  Utilities  Revenue  Bond  Oversight  Committee”)  of  Chapter  V 
of  the  San  Francisco  Administrative  Code,  including  the  requirement  that,  to  the  extent  permitted 
by  law  and  to  the  extent  not  already  paid  from  the  proceeds  of  any  previous  issue  of  commercial 
paper  or  bonds,  one-twentieth  of  one  percent  (0.05%)  of  the  gross  proceeds  of  the  Bonds  shall  be 
deposited  in  a  fund  established  by  the  Office  of  the  Controller  of  the  City  (the  “Controller’s 
Office”)  and  appropriated  by  the  Board  at  the  direction  of  the  Public  Utilities  Revenue  Bond 
Oversight  Committee  to  cover  the  costs  of  said  committee;  and 

WHEREAS,  As  described  above,  the  Bonds  are  expected  to  refund  certain  outstanding 
commercial  paper  (“Outstanding  CP”)  issued  to  fund  improvements  to  the  Water  Enterprise’s 
Non-WSIP  capital  program,  which  constitutes  the  Regional  Water  Program  and  Local  Water 
Program,  and  improvements  to  the  Water  Enterprise-related  infrastructure  of  the  Hetch  Hetchy 
Water  and  Power  System  (the  “Hetch  Hetchy  Improvements”),  as  well  as  provide  additional 
funds  for  certain  further  improvements  and  other  capital  projects  to  or  for  the  benefit  of  the 
Water  Enterprise,  including  new  Water  System  Improvement  Program  (“WSIP”)  project  costs 
and  new  non-WSIP  project  costs,  and  new  Hetch  Hetchy  Improvements;  and 

WHEREAS,  With  regard  to  the  use  of  Bond  proceeds  to  finance  or  refinance 
improvements  and  capital  projects  under  the  WSIP,  a  Final  Program  EIR  ("PEIR")  was  prepared 
for  the  WSIP  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No. 


17734;  and  thereafter,  this  Commission  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  as  required  by  the  California 
Environmental  Quality  Act  ("CEQA")  on  October  30,  2008  by  Resolution  No.  08-200,  and  the 
PEIR  has  been  made  available  for  review  by  the  Commission  and  the  public,  and  is  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  WSIP  project  specific  Final 
EIRs  ("FEIRs")  and  Mitigated  Negative  Declarations  ("MNDs")  and  adopted  CEQA  findings  and 
MMRPs  for  the  projects  listed  in  Exhibit  A,  which  are  on  file  with  the  Commission  Secretary, 
and  finds  that  the  PEIR,  FEIRs  and  MNDs  are  adequate  for  its  use  as  the  decision  making  body 
for  the  actions  taken  herein,  and  hereby  reaffirms  the  previously  adopted  CEQA  findings, 
including  the  Statements  of  Overriding  Considerations  and  the  MMRPs  and  incorporates  the 
same  herein  as  part  of  this  Resolution  by  this  reference  thereto;  and 

WHEREAS,  For  the  WSLP  projects,  the  Environmental  Review  Officer  issued 
Proposition  E  CEQA  Certificates  (“Certificates”)  required  under  Charter  section  8B.124  in  (i) 
June4,  2012,  related  to  Ordinance  No.  1 13-12,  and  part  of  file  number  120467  on  file  with  the 
Clerk  of  the  Board;  (ii)  July  7,  2014,  related  to  Ordinance  No.  108-14,  and  part  of  file  number 
140484  on  file  with  the  Clerk  of  the  Board;  and  (iii)  September  12,  2017,  related  to  Ordinance 
No.  1 12-16,  as  amended,  and  part  of  file  number  160472  on  file  with  the  Clerk  of  the  Board;  and 

WHEREAS,  The  aforementioned  CEQA  Certificates  also  included  proposed 
improvements  to  the  SFPUC’s  non-WSIP  capital  projects  and  the  Hetch  Hetchy  Improvements 
in  Exhibit  A  to  the  Certificates  that  are  proposed  to  be  funded  using  Bond  proceeds;  should 
additional  projects  be  included  that  are  not  identified  in  Exhibit  A  to  the  Certificates,  issuance  of 
a  subsequent  Certificate  by  the  Environmental  Review  Officer  would  be  required  prior  to  the 
issuance  of  the  Bonds  for  purposes  of  financing  or  refinancing  improvements  and  capital  projects 
included  in  the  non-WSIP  Capital  Program  and  the  Hetch  Hetchy  Improvements;  and 

WHEREAS,  The  Projects  to  be  funded  with  proceeds  of  the  Bonds,  (a)  comply  with 
applicable  requirements  of  CEQA,  or  (b)  are  not  considered  to  be  projects  under  CEQA  at  this 
time  and  will  undergo  CEQA  review  if  and  when  they  are  defined,  pursuant  to  the  provisions  of 
Chapter  3 1  of  the  San  Francisco  Administrative  Code;  and 

WHEREAS,  Some  projects  listed  in  Appendix  A  have  not  yet  been  approved,  and  this 
resolution  does  not  constitute  project  approval  or  approval  of  expenditure  of  Bond  funds  for 
project  construction,  and  projects  that  have  not  yet  been  approved  will  be  subject  to  this 
Commission’s  review  and  consideration  of  completed  environmental  documentation  prior  to 
approval  of  the  expenditure  of  funds  for  construction;  and 

WHEREAS,  any  additional  projects  which  are  not  listed  in  Appendix  A  will  comply  with 
applicable  CEQA  requirements  prior  to  project  approval  or  any  expenditure  of  Bond  funds  to 
finance  the  acquisition  or  construction  of  such  projects  following  project  approval  by  the 
Commission;  and 

WHEREAS,  The  Commission  hereby  also  seeks  to  clarify  that  the  available  fund 
balances  of  the  Water  Enterprise  as  of  the  end  of  each  fiscal  year  are  and  will  be  available  for  the 
payment  of  debt  service  on  the  water  revenue  bonds,  notes  or  other  evidences  of  indebtedness 
issued  by  the  Commission  and  will  be  treated  and  are  Revenues  under  the  Amended  and 


Restated  Indenture,  dated  as  of  August  1,  2002,  as  amended  and  supplemented  (the  “Indenture”) 
in  the  next  succeeding  fiscal  year;  and 

WHEREAS,  The  Commission  has  been  presented  with  and  has  examined  the  proposed 
forms  of  a  Supplemental  Indenture  for  each  series  or  subseries  of  Bonds  and  the  forms  of  an 
Official  Notice  of  Sale,  a  Notice  of  Intention  to  Sell,  a  Bond  Purchase  Contract,  a  Preliminary 
Official  Statement,  an  Official  Statement  and  a  Continuing  Disclosure  Certificate;  and 

WHEREAS,  Without  further  approval  of  the  Board,  but  subject  to  the  requirements  set 
forth  in  applicable  Board  resolutions  and  ordinances  and  the  requirements  of  the  Indenture,  the 
Commission  is  duly  authorized  and  empowered,  pursuant  to  each  and  every  requirement  of  law, 
to  authorize  the  foregoing  transactions  and  issue  the  Bonds  and  to  authorize  the  execution  and 
delivery  (as  applicable)  of  an  Official  Notice  of  Sale,  a  Notice  of  Intention  to  Sell,  a  Bond 
Purchase  Contract,  a  Preliminary  Official  Statement,  an  Official  Statement,  a  Continuing 
Disclosure  Certificate  and  related  documents,  each  as  appropriate  for  any  series  or  subseries  of 
Bonds,  for  the  purposes,  in  the  manner  and  upon  the  terms  provided  herein;  now  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Available  Fund  Balances  Treated  as  Revenues.  The  Commission 
determines  that  the  available  fund  balances  of  the  Water  Enterprise  as  of  the  end  of  each  fiscal 
year  are  and  will  be  available  for  the  payment  of  debt  service  on  any  water  revenue  bonds,  notes 
or  other  evidences  or  indebtedness  issued  by  the  Commission  and  will  be  treated  and  are 
Revenues  under  the  Indenture  in  the  next  succeeding  fiscal  year. 

Section  2.  Issuance  of  the  Bonds.  The  issuance  of  the  Bonds,  as  currently  anticipated 
in  three  subseries  (2017  Sub-Series  A  Bonds  (WSIP),  2017  Sub-Series  B  Bonds  (Non-WSIP) 
and  2017  Sub-Series  C  Bonds  (Hetch  Hetchy),  one  or  more  of  which  subseries  may  be  issued  as 
green  bonds),  or  in  such  other  or  additional  series  or  subseries  as  may  be  determined  by  the 
General  Manager  (all  references  in  this  resolution  to  the  General  Manager  of  the  Commission  to 
include  any  authorized  designee  thereof  pursuant  to  Section  12  hereof)  and  on  one  or  more  dates, 
in  an  aggregate  principal  amount  not  exceeding  $400,000,000,  is  hereby  authorized  and 
approved  by  the  Commission,  subject  to  the  limitations  and  conditions  provided  herein. 

The  Bonds  may  be  issued  for  the  purpose  of  providing  funds  (a)  for  the  refunding  of  all 
or  a  portion  of  the  Outstanding  CP,  (b)  to  pay  for  certain  capital  projects  and  improvements  to  or 
benefitting  the  Water  Enterprise,  including  WSIP  projects  and  non-WSIP  projects,  and  the  Hetch 
Hetchy  Improvements,  (c)  to  pay  capitalized  interest  on  the  Bonds  and  (d)  to  pay  the  costs  of 
issuance  of  the  Bonds.  If  determined  to  be  beneficial  to  the  Commission  by  the  General 
Manager,  with  the  advice  of  the  Commission’s  Municipal  Advisors,  the  Bonds  may  also  be 
issued  for  the  secondary  purposes  of  providing  funds  to  pay  for  (i)  any  credit  enhancement  of 
any  Bonds  (including  without  limitation  bond  insurance  policies  and/or  reserve  fund  surety 
bonds  or  insurance  policies),  and  (ii)  the  funding  of  debt  service  reserves  for  the  Bonds  or  for 
other  bonds  issued  under  the  Indenture. 


The  Bonds  shall  be  issued  in  accordance  with  the  City  Charter,  the  Authorizing 
Legislation,  the  Indenture  and  this  resolution.  The  General  Manager  of  the  Commission  is 
hereby  authorized  and  directed  to  determine  the  aggregate  principal  amount  of  Bonds  to  be 
issued  from  time  to  time  (subject  to  the  maximum  amount  and  further  limitations  and  conditions 
set  forth  herein)  and  to  determine  the  various  titles  and  series  or  subseries  designations  of  the 
Bonds.  The  Bonds  may  be  issued  as  obligations  the  interest  on  which  is  or  is  not  subject  to 
federal  income  tax.  The  forms  of  the  Bonds,  in  substantially  the  forms  set  forth  in  the  forms  of 
the  Supplemental  Indentures  presented  to  this  meeting,  are  hereby  approved.  The  General 
Manager  is  hereby  authorized  and  directed  to  approve  and  to  execute  the  Bonds,  by  manual  or 
facsimile  signature,  and  the  Secretary  of  the  Commission  is  hereby  authorized  and  directed  to 
attest  thereto,  by  manual  or  facsimile  signature,  with  such  changes,  additions,  amendments  or 
modifications  which  they  may  approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  the  Bonds,  subject  to  the  limitations  set 
forth  in  Section  3  hereof. 

Section  3.  Sale  of  the  Bonds.  The  sale  of  the  Bonds,  in  one  or  more  series  or 
subseries  and  on  one  or  more  dates,  is  hereby  authorized  and  approved  by  the  Commission, 
subject  to  the  limitations  and  conditions  provided  herein  and  in  applicable  Board  resolutions  and 
ordinances.  The  Commission  delegates  to  the  General  Manager  the  authority  to  determine,  with 
the  advice  of  the  Municipal  Advisors,  whether  to  sell  the  Bonds  from  time  to  time  by  negotiated 
sale  or  competitive  sale,  provided  that  the  General  Manager  shall  not  approve  the  sale  of  the 
Bonds  on  a  negotiated  basis  until  he  determines,  upon  consultation  with  the  Municipal  Advisors, 
that  (i)  the  sale  of  the  Bonds  through  a  negotiated  process  is  likely  to  enhance  the  ability  of  the 
Commission  to  timely  sell  the  Bonds  or  to  achieve  a  lower  overall  cost  to  the  Commission,  or 
both,  and  (ii)  the  requirements  of  the  Commission’s  Debt  Management  Policies  and  Procedures, 
as  the  same  may  have  been  amended  and  in  effect  at  the  time  of  such  determination,  have  been 
satisfied.  Subject  to  the  other  limitations  provided  herein  and  in  applicable  Board  resolutions 
and  ordinances,  the  interest  rate  or  rates  on  the  Bonds  shall  not  exceed  twelve  percent  (12%)  and 
the  final  maturity  of  any  Bonds  shall  not  be  later  than  40  years  after  the  issue  date  thereof. 

Section  4.  Disposition  of  Revenues;  Rate  Covenant.  Section  5.01(b)  of  the  Indenture 
which  sets  forth  the  disposition  of  Revenues  (as  defined  in  the  Indenture)  applicable  to  the 
Commission’s  bonds,  notes  or  other  evidences  of  indebtedness  issued  pursuant  thereto  is  hereby 
confirmed  by  the  Commission  and  the  Commission  further  confirms,  pledges  and  covenants  with 
the  holders  of  the  Bonds  that  the  Revenues  shall  be  appropriated  and  expended  in  the  order  of 
priority  set  forth  in  Section  5.01(b)  of  the  Indenture,  as  the  same  may  be  amended  from  time  to 
time.  This  Commission  also  declares  that  the  Commission  will  comply  with  all  of  the  terms, 
provisions  and  covenants  contained  in  the  Indenture,  as  the  same  may  be  amended  from  time  to 
time,  including  the  covenants  to  establish,  fix,  prescribe  and  collect  rates,  fees  and  charges 
sufficient  to  enable  the  Commission  to  comply  with  the  terms,  conditions  and  covenants  of  the 
Indenture. 

Section  5.  Supplemental  Indentures.  The  proposed  forms  of  Supplemental  Indenture 
for  each  series  or  subseries  of  Bonds  submitted  to  this  Commission,  and  the  terms  and  conditions 
thereof,  are  hereby  approved.  The  General  Manager  is  hereby  authorized  and  directed  to  execute 
and  deliver  and  the  Secretary  of  the  Commission  or  the  Secretary’s  designee  is  authorized  to 
attest  one  or  more  Supplemental  Indentures  in  such  forms,  with  such  additions  thereto  or  changes 


therein  which  they  may  approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  such  Supplemental  Indentures.  The 
Secretary  of  the  Commission  is  directed  to  file  a  copy  of  each  form  of  Supplemental  Indenture 
with  the  minutes  of  this  meeting.  Subject  to  the  further  limitations  hereof,  the  principal  amount, 
date,  maturity  date  or  dates,  maximum  interest  rate  or  rates,  series  or  subseries  designation, 
interest  payment  dates,  forms,  registration  privileges,  place  or  places  of  payment,  terms  of 
redemption,  insurance  provisions  and  other  terms  of  the  Bonds  shall  be  as  provided  in  the 
Indenture. 

Section  6.  Preliminary  Official  Statement  and  Official  Statement.  One  or  more 
Preliminary  Official  Statements,  in  substantially  the  form  submitted  to  the  Commission,  is 
hereby  approved,  and  the  General  Manager  is  hereby  authorized  to  certify  from  time  to  time,  for 
and  on  behalf  of  the  Commission,  that  such  Preliminary  Official  Statement,  with  such  changes, 
additions  and  supplements  as  they  may  deem  necessary  or  appropriate  in  the  interest  of  the 
Commission,  in  consultation  with  the  City  Attorney,  is  deemed  final  as  of  its  date,  within  the 
meaning  of  Rule  15c2-12  (except  for  the  omission  of  certain  final  pricing,  rating  and  related 
information  as  permitted  by  Rule  15c2-12).  Such  Preliminary  Official  Statement  is  hereby 
authorized  to  be  used  from  time  to  time  in  connection  with  the  marketing  of  the  Bonds  and  the 
Official  Notice  of  Sale  for  the  Bonds,  if  applicable.  In  connection  with  the  sale  of  all  or  a 
portion  of  the  Bonds,  the  General  Manager  is  hereby  authorized  and  directed,  for  and  on  behalf 
of  the  Commission,  to  execute  one  or  more  Official  Statements  for  such  Bonds  in  substantially 
the  form  of  such  Preliminary  Official  Statement,  and  to  cause  the  delivery  of  such  Official 
Statement  to  the  underwriters  or  successful  bidders  for  the  Bonds  for  distribution  to  purchasers 
of  such  Bonds.  Notwithstanding  the  foregoing  authorization.  Commission  staff  is  hereby 
directed  to  return  to  the  Commission  for  authorization  of  any  Preliminary  Official  Statement  or 
Official  Statement  to  be  used  in  connection  with  any  sale  of  Bonds  that  is  to  occur  more  than 
ninety  (90)  days  following  the  earlier  of  (i)  the  first  sale  of  Bonds  pursuant  to  the  authority 
granted  hereunder  or  (ii)  the  most  recent  Commission  approval  of  the  form  of  such  Preliminary 
Official  Statement  or  Official  Statement. 

Section  7.  Competitive  Sale;  Official  Notice  of  Sale.  If  the  General  Manager 
determines  to  sell  all  or  a  portion  of  the  Bonds  by  competitive  sale  from  time  to  time,  the 
proposed  form  of  Official  Notice  of  Sale  inviting  bids  for  such  Bonds,  submitted  to  this 
Commission,  is  hereby  approved,  and  the  Municipal  Advisors  are  hereby  authorized  and  directed 
to  disseminate  the  Official  Notice  of  Sale  to  prospective  bidders  in  connection  with  each  sale  of 
such  Bonds,  with  such  additions,  changes  and  corrections  thereto  as  the  General  Manager  shall 
approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be  conclusively  evidenced  by  the 
dissemination  thereof  to  prospective  bidders.  In  a  competitive  sale,  electronic  proposals  shall  be 
received  on  such  date  or  dates  as  shall  be  selected  and  changed  as  necessary  by  the  General 
Manager  for  the  purpose  of  the  sale  of  the  Bonds,  in  accordance  with  the  terms  and  conditions  of 
the  applicable  Official  Notice  of  Sale.  In  a  competitive  sale,  the  General  Manager  is  hereby 
authorized  to  award  the  Bonds  of  each  series  or  subseries  (or  in  any  aggregate  thereof)  to  be  sold 
to  the  best  responsible  bidder  whose  bid  represents  the  lowest  true  interest  cost  to  the 
Commission  with  respect  to  such  series  or  subseries,  and  provided,  such  bid  shall  provide  a  true 
interest  cost  to  the  Commission  of  not  to  exceed  twelve  percent  (12%)  per  annum,  and  the  price 
to  be  paid  to  the  Commission  for  such  series  or  subseries  of  Bonds  (or  aggregate  thereof)  shall 
not  be  less  than  ninety-five  percent  (95%)  of  the  par  value  thereof.  If  such  true  interest  cost  and 


price  are  acceptable  to  the  General  Manager  and  satisfy  the  foregoing  criteria,  the  General 
Manager  is  hereby  authorized  and  directed  to  accept,  on  behalf  of  the  Commission,  the  best 
responsive  bid  for  such  Bonds.  The  Secretary  of  the  Commission  is  directed  to  fde  a  copy  of  the 
proposed  form  of  Official  Notice  of  Sale  with  the  minutes  of  this  meeting. 

Section  8.  Notice  of  Intention  to  Sell.  The  proposed  form  of  Notice  of  Intention  to 
Sell  submitted  to  this  Commission  is  hereby  approved.  If  the  General  Manager  determines  to 
sell  all  or  a  portion  of  the  Bonds  by  competitive  sale,  the  General  Manager  is  hereby  authorized 
and  directed  to  cause  a  Notice  of  Intention  to  Sell,  subject  to  such  corrections,  revisions  or 
additions  as  may  be  approved  by  the  General  Manager  (such  approval  to  be  conclusively 
evidenced  by  the  publication  thereof),  to  be  published  once  at  least  five  (5)  days  before  the  date 
of  sale  of  the  applicable  series  or  subseries  of  Bonds  in  a  financial  newspaper  of  general 
circulation  in  the  City  and  in  a  financial  publication  generally  circulated  throughout  the  state  or 
reasonably  expected  to  be  disseminated  among  prospective  bidders  for  the  Bonds.  The  Secretary 
of  the  Commission  is  directed  to  file  a  copy  of  said  form  of  Notice  of  Intention  to  Sell  with  the 
minutes  of  this  meeting. 

Section  9.  Negotiated  Sale;  Bond  Purchase  Contract.  If  the  General  Manager 

determines  to  sell  all  or  a  portion  of  the  Bonds  by  negotiated  sale  from  time  to  time  pursuant  to 
the  authority  granted  in  Section  3  hereof,  for  such  Bonds,  the  General  Manager  is  hereby 
authorized  to  select  and  appoint  one  or  more  underwriters  (each,  an  “Underwriter”  and, 
collectively,  the  “Underwriters”)  from  the  Commission’s  or  the  City’s  pool  of  prequalified 
underwriters  in  accordance  with  the  City’s  policies  and  procedures  with  respect  thereto,  subject 
to  the  limits  on  underwriter  compensation  set  forth  below.  The  General  Manager  is  hereby 
authorized  and  directed,  for  and  on  behalf  of  and  in  the  name  of  the  Commission,  to  sell  such 
Bonds  at  one  or  more  negotiated  sales  in  such  principal  amount  as  the  General  Manager  may 
determine,  subject  to  the  further  limitations  and  conditions  hereof.  The  General  Manager  is 
hereby  authorized  to  enter  into  one  or  more  Bond  Purchase  Contracts  with  one  or  more  of  the 
Underwriters,  individually  or  collectively  as  the  General  Manager  deems  appropriate, 
substantially  in  the  form  presented  at  this  meeting  and  on  file  with  the  Secretary  of  the 
Commission,  with  such  changes  and  additions  as  the  General  Manager  may  approve  upon 
consultation  with  the  City  Attorney,  such  approval  to  be  evidenced  conclusively  by  the  execution 
and  delivery  of  each  such  Bond  Purchase  Contract;  provided,  however,  that  the  total 
compensation  to  the  Underwriters  shall  not  exceed  one  percent  (1%)  of  the  par  value  of  the 
Bonds  to  be  sold  pursuant  to  any  such  Bond  Purchase  Contract.  Bonds  sold  in  a  negotiated  sale 
shall  be  delivered  to  the  Underwriters  upon  payment  of  the  purchase  price  agreed  upon  in  the 
applicable  Bond  Purchase  Contract,  together  with  accrued  interest,  if  any. 

Section  10.  Continuing  Disclosure  Certificate.  The  proposed  form  of  Continuing 
Disclosure  Certificate  for  the  Bonds,  submitted  to  this  Commission,  is  hereby  approved.  The 
General  Manager  is  hereby  authorized  and  directed  to  execute  one  or  more  the  Continuing 
Disclosure  Certificates  for  the  Bonds  from  time  to  time,  substantially  in  the  form  submitted  to 
this  Commission,  with  such  additions,  changes  and  corrections  thereto  as  the  General  Manager 
shall  approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be  conclusively  evidenced 
by  the  execution  and  delivery  of  such  Continuing  Disclosure  Certificate.  The  Secretary  of  the 
Commission  is  directed  to  file  a  copy  of  said  form  of  Continuing  Disclosure  Certificate  with  the 
minutes  of  this  meeting. 


Section  1 1 .  Proposition  P.  Pursuant  to  Proposition  P,  this  resolution  and  the  Bonds 
are  subject  to,  and  incorporate  by  reference,  the  requirements  of  Proposition  P.  Pursuant  to 
Proposition  P,  to  the  extent  permitted  by  law  and  to  the  extent  not  already  paid  from  the  proceeds 
of  any  previous  issue  of  commercial  paper  or  bonds,  one-twentieth  of  one  percent  (0.05%)  of  the 
gross  proceeds  of  the  Bonds  shall  be  deposited  in  a  fund  established  by  the  Controller’s  Office 
and  appropriated  by  the  Board  at  the  direction  of  the  Public  Utilities  Revenue  Bond  Oversight 
Committee  established  by  Proposition  P  to  cover  the  costs  of  said  committee. 

Section  12.  General  Authority.  The  General  Manager,  the  Deputy  General  Manager 
and  Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business  Services  and  Chief 
Financial  Officer,  of  the  Commission  and  the  officers  of  the  City  are  hereby  authorized  and 
directed,  each  acting  alone,  for  and  in  the  name  and  on  behalf  of  this  Commission,  to  execute  and 
deliver  any  and  all  documents,  certificates  and  representations,  including,  but  not  limited  to, 
signature  certificates,  no-litigation  certificates,  tax  certificates,  letters  of  representation  relating 
to  book-entry  registration,  custody  agreements,  filing  agent  agreements,  and  certificates 
concerning  the  contents  of  any  Official  Statement  and  any  Preliminary  Official  Statement,  to 
contract  for  municipal  bond  insurance  for  all  or  a  portion  of  the  Bonds  if  determined  by  the 
General  Manager,  with  the  advice  of  the  Municipal  Advisors,  to  be  beneficial  to  the 
Commission,  to  contract  for  one  or  more  surety  bonds  or  insurance  policies  for  the  debt  service 
reserves  for  the  Bonds  or  other  bonds  issued  under  the  Indenture  if  determined  by  the  General 
Manager,  with  the  advice  of  the  Municipal  Advisors,  to  be  beneficial  to  the  Commission,  to  do 
any  and  all  things  and  take  any  and  all  actions  which  may  be  necessary  or  advisable,  in  their 
discretion,  to  accomplish  the  intent  and  purposes  of  this  resolution  including  the  issuance  and 
sale  of  the  Bonds,  the  financing  or  refinancing  of  the  projects,  the  refunding  of  commercial 
paper,  and  the  other  actions  which  the  Commission  has  approved  in  this  resolution.  The  General 
Manager  is  authorized  to  delegate  any  of  the  responsibilities  or  duties  set  forth  in  this  resolution 
to  the  Deputy  General  Manager  and  Chief  Operating  Officer  or  to  the  Assistant  General 
Manager,  Business  Services  and  Chief  Financial  Officer,  of  the  Commission.  The  other  officers 
of  the  Commission  are  hereby  authorized  to  delegate  any  of  the  actions  on  their  behalf  set  forth 
herein  to  another  officer  or  employee  of  the  Commission. 

Section  13.  Ratification.  All  actions  heretofore  taken  by  the  officers,  employees  and 
agents  of  the  Commission  with  respect  to  the  authorization,  sale  and  issuance  of  the  Bonds  prior 
to  the  date  hereof  and  in  accordance  with  the  provisions  hereof  are  hereby  approved,  confirmed 
and  ratified. 

Section  14.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its 
adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  November  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:. 


17-0228 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  a  leading 
water,  power,  and  sewer  utility  that  serves  customers  and  impacts  stakeholders  who  expect 
reliability  as  well  as  the  adoption  of  best  management  practices  including  innovation  and  the 
incorporation  of  cost-effective,  sustainable  technologies;  and 

WHEREAS,  In  September  2012,  by  Resolution  No.  12-0165,  the  Commission  adopted 
the  Technology  Policy  of  the  SFPUC.  The  Technology  Policy  serves  and  guides  the  SFPUC  as 
we  consider  beneficial  technologies  and  innovation  during  the  planning,  design,  construction 
and  operation  of  critical  investments,  including  physical  plant  assets,  facilities,  systems, 
processes  and  procedures;  and 

WHEREAS,  At  the  January  12,  2016  meeting  of  the  Commission,  SFPUC  staff 
highlighted  the  need  to  specifically  address  in  the  Technology  Policy  the  issues  of  information 
security  and  continuity  of  operations;  and 

WHEREAS,  After  consulting  with  the  SFPUC  Business  Technology  Council,  SFPUC 
staff  now  recommends  updating  the  Technology  Policy  to  (1)  add  a  provision  to  the 
Technology  Policy  providing  that  SFPUC  shall  maintain  a  formal  Information  Security 
program  based  on  national  standards,  (2)  add  a  provision  providing  that  SFPUC  shall  develop 
and  maintain  a  formal  IT  systems  Continuity  Of  Operations  (COO)  plan,  and  (3)  include  a 
focus  on  technologies  that  support  dramatic  improvements  in  SFPUC  service  delivery  and/or 
productivity;  now,  therefore,  be  it 

RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  adopts  the  Revised 
Technology  Policy  of  the  San  Francisco  Public  Utilities  Commission  proposed  at  its  meeting  of 
November  14,  2017  and  attached  to  this  resolution. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  14,  2017. 


Secretary,  Public  Utilities  Commission 


TECHNOLOGY  POLICY  OF  THE  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION 

(Revised  November  14,  2017) 

The  San  Francisco  Public  Utilities  Commission  (SFPUC  or  Commission  )  is  committed  to 
high  quality,  sustainable,  reliable,  around-the-clock  delivery  of  Water,  Power,  and  Sewer 
utility  service  to  our  customers  and  ratepayers.  To  ensure  customer  service  excellence  that 
takes  advantage  of  innovative  technologies,  and  consistent  with  the  Commission’s  Budgetary 
and  Ratepayer  Assurance  Policies,  practices,  and  endorsed  Level  of  Service  (LOS)  goals,  we 
will  consider  proven,  as  well  as  new  and  emerging  technologies  Staff  will  identify,  research, 
and  analyze  potentially  beneficial  technologies  prior  to  proposal  for  full-scale  implementation, 
and  technologies  will  be  implemented  only  where  the  technology  is  demonstrated  to  provide 
ratepayer  benefit  as  well  as  consistency  with  Triple  Bottom  Line  principles  (social, 
environmental  and  financial).  The  Technology  Policy  will  guide  the  management  of,  and  be 
implemented  for,  operations  and  capital  programs,  covering  physical  plant  assets,  facilities, 
systems,  processes  and  procedures. 

The  key  principles  and  criteria  shall  include: 

Economic  Principles  &  Criteria 

•  Manage  risk  through  the  timely  adoption  of  proven  technologies  that  meet  LOS  goals; 

•  Consider  small-scale  demonstration  projects  and  pilot  studies  prior  to  any  large-scale 
proposals,  when  previously  unproven  technologies  are  involved; 

•  Assess  compatibility  of  new  technologies  with  existing  facilities,  and  operations  and 
maintenance  capabilities; 

•  Assess  costs  using  a  total  cost  approach  including  transition  costs  and  timing,  capital 
cost,  and  projected  long-term  life  cycle  costs;  and 

•  Explore  grant  funding  for  demonstration  projects  and  larger-scale  projects  alike, 
including  strategic  partnerships  with  governmental  and  non-governmental  agencies. 

Information  Security  and  Continuity  of  Operations  Principles  &  Criteria: 

•  Maintain  a  formal  Information  Security  program  based  on  national  standards.  Include 

regular  program  reviews ,  improvements,  comprehensive  audits  and  remediations. 

Priorities  are  to  protect  customer/emploxee  Personally  Identifiable  Information  (PlI) 

and  protect  the  integrity  of  SFPUC  operations;  and 

•  Maintain  a  fonnal  IT  systems  Continuity  Of  Operations  (COO)  plan  to  support 

continued  operations  during  and  immediately  after  a  disaster.  Give  priority  to  data 

protection  and  to  those  systems  that  are  critical  to  SFPUC  operations.  Include  regular 

COO  improvements ,  drills  and  remediations. 

Environmental  Principles  &  Criteria 

•  Seek  technologies  that  optimize  the  sustainability  and  the  conservation  of  natural 
resources; 

•  Consider  long-term  environmental  impacts  of  proposed  technologies,  including  the 
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•  mitigation  of  and  adaptation  to  climate  change  and  the  wise  use  of  our  resources;  and 

•  Seek  technologies  that  achieve  regulatory  compliance  with  all  public  health, 
environmental  standards,  and  operational  permits. 


Social  Principles  &  Workforce  Development  Criteria 

•  Evaluate  technology  alternatives  for  their  contribution  to  the  promotion  of  our 
Community  Benefits  Policy,  including  local  jobs  creation  and  retention  in  our  service 
areas  and  community  vitality,  and  to  our  Environmental  Justice  Policy; 

•  Provide  staff  development  opportunities  to  ensure  the  SFPUC  has  well-trained  and 
qualified  staff  to  evaluate,  implement  and  operate  any  new  technology; 

•  Collaborate  and  partner  with  other  utility  professionals  and  organizations  in  the 
research,  joint  demonstration  projects,  and  assessments  related  to  new  technologies;  and 

•  Make  the  review  and  monitoring  of  new  technologies  a  continuous  part  of  staff 
development  and  job  performance  planning. 


Leadership  Principles  and  Transparency  Criteria 

•  Identify  the  technologies  in  which  the  SFPUC  has  an  interest,  with  an  emphasis  on 
technologies  that  result  in  dramatic  improvements  in  service  delivery  and/or 

productivity; 

•  Invest  staff  and  resources  in  innovative  technology  research,  training,  and  industry 
initiatives; 

•  Participate  in  pilot  studies  to  test  and  develop  promising  emerging  technologies; 

•  Establish  clear  responsibility  for  keeping  abreast  of  emerging  technologies  within  each 
Enterprise; 

•  Document  pilot  study  findings  including  costs,  limiting  factors,  anticipated  short-term 
and  long-term  developments,  benefits  and  applicability; 

•  Include  a  technology  update  for  each  Enterprise  as  part  of  the  capital  planning  and 
budget  process; 

•  Incorporate  a  peer  review  process  for  critical  technologies;  and 

•  Provide  a  mechanism  for  submission  of  public  comment  and  information  requests,  along 
with  timely  responsiveness  and  feedback. 


Pa 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0229 


WHEREAS,  On  October  26,  2010,  pursuant  to  Resolution  No.  10-0177,  this  Commission 
awarded  Water  Enterprise,  Water  System  Improvement  Program-funded  Agreement  No.  CS- 
109,  Specialized  Engineering  Services  for  Recycled  Water  Projects,  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a 
professional  services  agreement  in  the  amount  of  $3,700,000  and  with  a  term  of  six  years, 
concluding  on  November  30,  2016,  with  Kennedy  Jenks  Consultants,  Inc./Bahman  Sheikh  Water 
Reuse  ConsultingAVater  Resources  Engineering,  Inc.,  Joint  Venture  (KJ/SheikhAVRE,  JV);  and 

WHEREAS,  This  Commission  approved  Amendment  No.  1  to  CS-109  on  December  8, 
2015,  increasing  the  total  amount  of  the  agreement  by  $1,800,000  and  extending  the  contract 
term  by  three  years,  increasing  the  total  not-to-exceed  agreement  amount  to  $5,500,000  and  the 
total  agreement  duration  to  nine  years,  in  order  to  provide  additional  engineering  services  in 
support  of  the  implementation  of  the  Westside  Recycled  Water  Project;  and 

WHEREAS,  Staff  requests  that  the  Commission  approve  Amendment  No.  2  to  CS-109  to 
increase  contract  funding  by  $2,500,000,  with  a  three-year  time  extension,  increasing  the  total 
not-to-exceed  agreement  amount  to  $8,000,000  and  total  agreement  duration  to  twelve  years,  in 
order  to  provide  additional  engineering  services  for:  design  of  irrigation  system  modifications, 
engineering  support  during  bidding  and  construction  for  irrigation  system  contract  work, 
preparation  of  operations  plans  and  standard  operating  procedures  for  new  recycled  water 
facilities,  and  other  support  services  as-required  for  project  implementation;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  established  a  subconsulting 
requirement  of  14%  Local  Business  Enterprise  participation  (of  the  total  value  of  services  to  be 
provided)  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW302-01  San 
Francisco  Westside  Recycled  Water  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  Amendment  No.  2  to  Water  Enterprise, 
Water  System  Improvement  Program-funded  Agreement  No.  CS-109,  Specialized  Engineering 
Services  for  Recycled  Water  Projects,  with  KJ/Sheikh/WRE,  JV  to  provide  additional 
engineering  services  in  support  of  the  implementation  of  the  Westside  Recycled  Water  Project, 
and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment,  increasing  the 
agreement  by  $2,500,000,  for  a  total  not-to-exceed  agreement  amount  of  $8,000,000,  and  with  a 
time  extension  of  three  years,  for  a  total  agreement  duration  of  12  years,  subject  to  Board  of 
Supervisors  approval  pursuant  to  Charter  Section  9.1 18. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0230 


WHEREAS,  On  June  12,  2012,  this  Commission  awarded  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Agreement  No.  CS-225R,  Seismic  Upgrade  of  Bay  Division 
Pipeline  (BDPL)  Nos.  3  &  4  at  Hayward  Fault,  Construction  Management  (CM)  Services,  and  authorized 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a 
professional  services  agreement  in  the  amount  of  $8,500,000  and  with  a  duration  of  three  years  and  four 
months,  concluding  on  October  27,  2015,  with  EPC  Consultants,  Inc.;  and 

WHEREAS,  Amendment  No.  1  was  issued  to  extend  the  agreement  term  by  six  months  to  April 
27,  2016,  with  no  change  to  the  agreement  amount,  for  a  total  agreement  duration  of  three  years  and  10 
months  to  provide  continuing  construction  management  services  for  the  Seismic  Upgrade  of  BDPL  Nos.  3 
&  4  at  Hayward  Fault  Project  (Project);  and 

WHEREAS,  Amendment  No.  2  was  issued  to  extend  the  agreement  term  by  12  months  to  April 
27,  2017,  with  no  change  to  the  agreement  amount,  for  a  total  agreement  duration  of  four  years  and  10 
months,  in  order  to  provide  continuing  CM  services  through  the  end  of  the  anticipated  closeout  of  the 
Project;  and 

WHEREAS,  Amendment  No.  3  was  issued  to  extend  the  agreement  term  by  six  months  to  October 
27,  2017,  for  a  total  agreement  duration  of  five  years  and  four  months,  with  no  change  to  the  Agreement 
value,  in  order  to  allow  additional  time  to  review,  negotiate  and  settle  outstanding  change  order  requests 
and  claims  by  the  Contractor  related  to  field  changes  made  during  construction,  which  were  taking  longer 
than  previously  anticipated  due  to  the  large  number  and  complexity  of  many  of  the  issues;  and 

WHEREAS,  Amendment  No.  4  is  being  requested  to  extend  the  agreement  term  by  12  months,  for 
a  total  agreement  duration  of  six  years  and  four  months  to  October  27,  2018,  to  allow  additional  time  to 
finalize  agreed  upon  change  orders,  progress  payments,  and  closeout  documents.  In  addition,  this 
amendment  is  necessary  to  continue  negotiations  with  Alameda  County  Water  District  on  change  orders 
and  final  costs  for  work  related  to  their  waterline  installation  as  part  of  our  construction  contract  and 
provide  construction  management  services  on  Job  Order  Contract  work  to  install  ventilation  and  sump 
pump  systems  in  vaults  and  address  unexpected  corrosion  issues  on  the  pipe  and  pipe  supports;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  established  a  subconsulting 
requirement  of  18%  Local  Business  Enterprise  (LBE)  participation  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  CUW35302-  Seismic  Upgrade  of 
BDPL  Nos.  3  &  4  at  Hayward  Fault;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  Water  Enterprise, 
Water  System  Improvement  Program-funded  Agreement  No.  CS-225R,  Seismic  Upgrade  of  BDPL  Nos.  3 
&  4  at  Hayward  Fault,  CM  Services,  with  EPC  Consultants,  Inc.  to  continue  providing  CM  Services  for 
project  closeout,  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  this  amendment, 
increasing  the  agreement  duration  by  12  months,  for  a  total  agreement  duration  of  six  years  and  four 
months,  and  with  no  change  to  the  agreement  value. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017. 


Secretary 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0231 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Job 
Order  Contract  No.  JOC-58,  Micro-LBE  Set  Aside,  General  Building  (B  -  License),  on  April  12, 
2017; and 

WHEREAS,  The  not-to-exceed  amount  is  $2,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  General  Building  construction 
tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus  and 
Tuolumne  Counties;  and 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  Job  Order  Contract  No.  JOC-58 
(JOC)  for  work  to  be  performed  under  future  task  orders  which  will  identify  the  scope  of  work, 
cost,  and  duration  of  various  discrete  construction  activities;  and 

WHEREAS,  No  task  order  will  be  issued  under  this  contract  until,  if  necessary,  the 
appropriate  California  Environmental  Quality  Act  document  has  been  prepared,  reviewed  and 
considered  prior  to  project  approval;  and 

WHEREAS,  The  work  under  this  JOC  has  been  competitively  put  out  to  bid  per  unit 
price  and  the  basis  of  selecting  a  contractor  is  the  lowest  responsible,  responsive  bidder  for  the 
work  under  these  subsequent  task  orders;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  May  25,  2017;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  reviewed  the  bids 
for  qualifications,  responsibility,  and  responsiveness,  and  this  review  resulted  in  the  selection  of 
Southwest  Construction  and  Property  Management  as  the  lowest,  qualified,  responsible,  and 
responsive  bidder;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Southwest  Construction  and  Property 
Management  was  1.3870;  and 

WHEREAS,  CMD  subcontracting  participation  requirement  and  bid  discount  do  not 
apply  to  Micro-Local  Business  Enterprise  (LBE)  Set  Aside  Contracts;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re -bidding  of  the  contract  at  the  discretion  of 
the  City;  and 


WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  task 
orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  Job  Order  Contract  No.  JOC-58, 
Micro-LBE  Set  Aside,  General  Building  (B  -  License)  for  a  not-to-exceed  amount  of  $2,000,000 
with  a  minimum  guaranteed  amount  of  $50,000  and  a  duration  of  three  years  to  the  lowest, 
qualified,  responsible,  and  responsive  bidder,  Southwest  Construction  &  Property  Management. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017. 

_ (rnn/ii^  'Mmri _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0232 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  advertised  Job 
Order  Contract  No.  JOC-66,  Micro-LBE  Set  Aside,  General  Engineering  (A  -  License),  on  April 
12,  2017;  and 

WHEREAS,  The  not-to-exceed  amount  is  $2,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  General  Engineering  construction 
tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus  in  San  Joaquin,  Stanislaus  and  Tuolumne 
Counties;  and 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  Job  Order  Contract  No.  JOC-66 
(JOC)  for  work  to  be  performed  under  future  task  orders  which  will  identify  the  scope  of  work, 
cost,  and  duration  of  various  discrete  construction  activities;  and 

WHEREAS,  No  task  order  will  be  issued  under  this  contract  until,  if  required,  the 
appropriate  California  Environmental  Quality  Act  document  has  been  prepared,  reviewed  and 
considered;  and 

WHEREAS,  The  work  under  this  JOC  has  been  competitively  put  out  to  bid  per  unit 
price  and  the  basis  of  selecting  a  contractor  is  the  lowest  responsible,  responsive  bidder  for  the 
work  under  these  subsequent  task  orders;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  May  25,  2017;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  reviewed  the  bids 
for  qualifications,  responsibility,  and  responsiveness,  and  this  review  resulted  in  the  selection  of 
Sinclair  General  Engineering  Construction,  Inc.  as  the  lowest,  qualified,  responsible,  and 
responsive  bidder;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Sinclair  General  Engineering 
Construction,  Inc. was  1.4495;  and 

WHEREAS,  CMD  subcontracting  participation  requirement  and  bid  discount  do  not 
apply  to  Micro-Local  Business  Enterprise  (LBE)  Set  Aside  Contracts;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  a  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re -bidding  of  the  contract  at  the  discretion  of 
the  City;  and 


WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  task 
orders  are  issued;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  Job  Order  Contract  No.  JOC-66, 
Micro-LBE  Set  Aside,  General  Engineering  (A  -  License)  for  a  not-to-exceed  amount  of 
$2,000,000  with  a  minimum  guaranteed  amount  of  $50,000  and  duration  of  three  years  to  the 
lowest,  qualified,  responsible,  and  responsive  bidder,  Sinclair  General  Engineering  Construction, 
Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0233 


WHEREAS,  Water  Enterprise  Local  Conveyance/Distribution  System  Program  funded 
Contract  No.  WD-2819,  As-Needed  Water  Main  Replacement  at  Various  Locations  -  No.  2,  was 
advertised  on  August  1 1,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $10,900,000  for  this  construction  contract  work 
to  install  4-,  6-,  8-,  12-  and  16-inch  ductile  iron  pipe,  install  1-  and  2-inch  service  piping,  and 
paving  work  on  various  streets  within  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  1,095  consecutive  calendar  days;  and 

WHEREAS,  The  Environmental  Review  Officer  determined  that  approval  of  as-needed 
contracts  or  other  funding  mechanisms  for  the  repair  or  replacement  of  linear  assets  do  not  fall 
within  the  definition  of  a  “project”  under  California  Environmental  Quality  Act  (CEQA) 
Guidelines  Section  15378(b)(4)  related  to  the  creation  of  government  funding  mechanisms 
which  do  not  involve  any  commitment  to  any  specific  project  which  may  result  in  a  physical 
change  in  the  environment  and  any  project  undertaken  under  this  contract  which  may  result  in  a 
physical  change  in  the  environment  would  undergo  environmental  review  under  CEQA;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  August  31,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bid  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Hernandez  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  CMD  established  a  Local  Business  Enterprise  (LBE)  subcontracting 
participation  requirement  of  12%  for  this  contract,  and  the  contractor  committed  to  a  LBE 
participation  of  17.58%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PRA9,  As-Needed  Water 
Main  Replacement  at  Various  Locations  -  No.  2;  now,  therefore  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program  funded  Contract  No. 
WD-2819,  As-Needed  Water  Main  Replacement  at  Various  Locations  -  No.  2,  in  the  amount  of 
$10,799,843  and  for  a  duration  of  1,095  consecutive  calendar  days,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Hernandez  Engineering. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0234 


WHEREAS,  With  assistance  from  the  Federal  Transit  Administration  (FTA)  of  the  U.S. 
Department  of  Transportation  and  other  granting  agencies,  the  San  Francisco  Municipal 
Transportation  Agency  (SFMTA)  is  constructing  the  Van  Ness  Improvement  Project  (the 
Project),  which  includes  the  first  bus  rapid  transit  service  planned  for  San  Francisco,  designed  to 
improve  transit  reliability  for  the  47  and  49  Muni  routes  and  provide  reliable  transit  connections 
to  transfer  routes.  The  Project  is  located  on  Van  Ness  Avenue,  from  North  Point  Street  to 
Mission  Street;  and 

WHEREAS,  To  minimize  community  impacts  from  disrupting  the  public  right-of-way 
multiple  times,  and  to  avoid  the  expense  and  inefficiency  of  destroying  and  replacing  new 
SFMTA  surface  features  in  the  future  to  access  underlying  utilities,  the  SFMTA  and  San 
Francisco  Public  Utilities  Commission  (SFPUC)  propose  to  enter  into  a  Memorandum  of 
Understanding  (MOU)  to  jointly  replace  and  install  various  SFPUC  assets  and/or  relocate  them 
away  from  the  new  surface  features;  and 

WHEREAS,  Under  the  MOU,  the  Project  will  include  the  following  work  on  assets  under 
the  jurisdiction  of  the  SFPUC:  relocate  and/or  replace  various  poles  and  streetlights  (Streetlight 
Work);  relocate  and/or  replace  water  lines  (Water  Work);  relocate  and/or  replace  various  existing 
sewer  lines  (Sewer  Work  );  replace  auxiliary  water  supply  system  lines  (AWSS  Work);  and 
incorporate  stormwater  management  practices  that  take  advantage  of  the  natural  processes  of 
soils  and  plants  (Green  Infrastructure  Work)  (collectively,  SFPUC  Work);  and 

WHEREAS,  This  MOU  establishes  a  cost  sharing  arrangement  between  SFPUC  and 
SFMTA  for  the  SFPUC  Work;  and 

WHEREAS,  The  SFPUC  will  reimburse  the  SFMTA  for  its  percentage  of  the  costs  of  the 
SFPUC  Work  as  follows:  upon  execution  of  the  MOU  SFPUC  will  pay  50  percent  of  funds 
allocated  for  payment  by  the  SFPUC  under  the  MOU,  and  the  SFPUC  will  provide  the  remaining 
50  percent  at  the  midpoint  of  construction,  within  60  days  of  the  request  for  funds  from  the 
SFMTA;  and 

WHEREAS,  The  construction  cost  allocations  between  MTA  and  the  SFPUC  Water, 
Sewer  and  Power  Enterprises  are  based  on  the  bid  items  for  the  various  work  components  of  the 
project,  and  the  cost  share  allocations  for  project  management,  construction  management,  diesel 
bus  substitution  and  other  non-construction  costs  between  MTA  and  the  SFPUC  Enterprises  are 
generally  in  direct  proportion  to  the  anticipated  construction  costs  of  the  various  work 
components  of  the  project;  and 

WHEREAS,  It  is  anticipated  that  there  will  be  multiple  funding  sources  for  the  SFPUC 
Work:  the  funding  source  for  the  Sewer  Work  and  the  Green  Infrastructure  Work  will  be  from 
Sewer  Revenue  Bonds;  the  funding  source  for  the  Streetlight  Work  will  be  from  Power  Capital 
Fund,  and  the  funding  source  for  the  Water  Work  will  be  from  Water  Revenue  Bonds;  and 


WHEREAS,  The  SFPUC,  as  the  owner  of  the  SFPUC  Work  after  final  acceptance,  has 
reviewed  and  approved  designs,  specifications,  and  drawings  for  the  SFPUC  Work  and  will 
review  and  approve  submittals,  change  orders,  and  other  documents  during  construction  of  the 
Project  to  ensure  compliance  with  SFPUC  standards  and  other  requirements;  and 

WHEREAS,  Any  field  changes  or  change  orders  to  the  SFPUC  Work  that  will  impact 
SFPUC  costs  will  have  to  be  reviewed  and  approved  by  the  SFPUC;  and 

WHEREAS,  The  estimated  cost  for  the  SFPUC  is  $14,124,820  for  Streetlight  Work; 
$22,564,840  for  Water  Work;  $16,555,852  for  Sewer  Work,  and  $1,093,943  for  Green 
Infrastructure  Work,  for  a  total  estimated  cost  of  $54,339,455;  and 

WHEREAS,  An  Environmental  Impact  Statement/Environmental  Impact  Report 
(EIS/EIR)  was  prepared  for  the  Van  Ness  Avenue  Bus  Rapid  Transit  Project  and  related  SFPUC 
Sewer,  Green  Infrastructure,  Streetlight  and  AWSS  Work  were  included  ;  and 

WHEREAS,  The  Final  EIS/EIR  (FEIS/EIR)  was  certified  by  the  San  Francisco  County 
Transportation  Authority  by  Resolution  No.  12-070;  and 

WHEREAS,  On  September  10,  2013  the  Metropolitan  Transportation  Authority  (MTA), 
by  Resolution  No.  13-214  approved  the  Project  and  adopted  California  Environmental  Quality 
Act  (CEQA)  findings  and  a  Mitigation  and  Monitoring  Reporting  Program  (MMRP);  and 

WHEREAS,  the  Project  files,  including  the  FEIS/EIR  and  MTA  Resolution  No  13-214 
have  been  made  available  for  review  by  the  SFPUC  and  the  general  public,  and  those  files  are 
part  of  the  record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained 
in  the  FEIS/EIR,  the  findings  contained  in  MTA  Resolution  No.  13-214  and  all  written  and  oral 
information  provided  by  the  San  Francisco  County  Transportation  Authority  and  the  MTA,  the 
public,  relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the 
Project;  and 

WHEREAS,  On  May  2,  2016  the  Planning  Department  determined  that  the  Streetlight 
Work  was  exempt  under  CEQA  Guidelines  Section  15303,  Class  3,  subsection  (d)  and  on  April 
14,  2017  the  Planning  Department  determined  that  the  Water  Work  was  exempt  under  CEQA 
Guidelines  Section  15302,  Class  2,  subsection  (c  );  now,  therefore,  be  it 

RESOLVED,  This  the  Commission  has  reviewed  and  considered  the  FEIS/EIR  and 
record  as  a  whole,  finds  that  the  FEIS/EIR  is  adequate  for  its  use  as  the  decision-making  body 
for  the  Sewer  Work  and  the  Green  Infrastructure  Work  and  incorporates  the  CEQA  findings 
contained  in  Resolution  No.  13-214  by  this  reference  thereto  as  though  set  forth  in  this 
Resolution;  and  be  it  further 

RESOLVED,  This  Commission  further  finds  that  since  the  FEIS/EIR  was  finalized, 
there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIS/EIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 


conclusions  set  forth 


in  the  EIS/EIR; 


now  therefore, 


be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Understanding 
with  SFMTA  for  the  SFPUC  Work  to  be  done  in  conjunction  with  the  Van  Ness  Improvement 
Project  for  a  total  estimated  cost  to  the  SFPUC  of  $54,339,455. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  November  14,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0235 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  at  525  Golden 
Gate  Avenue,  in  San  Francisco,  California  (Building);  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  new  lease  with  a  food  service  operator  to 
operate  a  cafe  in  the  Building  to  provide  food,  beverage,  and  catering  services  for  SFPUC 
employees  and  visitors;  and 

WHEREAS,  The  SFPUC  issued  a  Request  for  Proposals  (RFP)  for  a  food  service 
operator  to  manage  and  operate  the  cafe,  and  Bakeworks,  LLC,  a  California  limited  liability 
company  (Bakeworks),  was  the  highest  scoring  respondent  to  the  RFP;  and 

WHEREAS,  The  SFPUC  desires  to  negotiate  and  enter  into  a  lease  with  Bakeworks  to 
use  the  lower  lobby  cafe  area  and  the  preparation  and  storage  area  located  below  the  lobby  cafe 
in  the  basement  of  the  Building  (together,  the  Premises);  and 

WHEREAS,  The  proposed  lease  provides  for  Bakeworks’  use  of  the  Premises  for  an 
initial  term  of  five  years  at  an  initial  annual  base  rent  of  $35,700,  with  four  percent  annual  rent 
increases;  and 

WHEREAS,  The  proposed  lease  provides  Bakeworks  with  an  option  to  extend  the  initial 
five-year  term  for  another  three  years,  for  a  total  potential  term  of  eight  years;  and 

WHEREAS,  Execution  of  this  lease  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no 
physical  change  in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  selection  of 
Bakeworks  LLC  as  the  highest  scoring  respondent  to  the  Request  for  Proposals  to  manage  and 
operate  a  cafe  in  the  lobby  of  525  Golden  Gate  Avenue  Building;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  negotiate  and  execute  a  lease  with  Bakeworks  in  substantially  similar  form  to  the 
draft  lease  attached  hereto;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  lease,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City,  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City,  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  lease 
or  this  resolution,  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  14,  2017. 

_ _  -  ■ _ 

Secretary,  Public  Utilities  Commission 


San  Francisco 

Water 


Services  of  the  San  Francisco  Public  Utilities  Commission 


>  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


CANCELLATION  NOTICE 


The  Regular  Meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  November  28,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 

Commissioners 

Ike  Kwon,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue,  13th  Floor 
San  Francisco,  CA  94102 


San  Francisco 
Water 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 

Tuesday,  December  12,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  941 02 

Commissioners 

Ike  Kwon,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  415-554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 

Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.comA/iewPublisher.Dhp7view  id=22 


Accessible  Meeting  Policy:  The  San  Francisco  Public  Utilities  Commission  meeting  will  be  held  in  Room  400, 
at  1  Dr.  Carlton  B.  Goodlett  Place  (400  Van  Ness  Ave.),  San  Francisco,  CA.  The  closest  accessible  BART 
station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  lines  serving  this 
location  are:  MUNI  Metro  Lines  J-Church,  K-Ingleside,  L-Taraval,  M-Ocean  View,  N-Judah  and  T-Third  at  Van 
Ness  and  Civic  Center  Stations;  F-Market;  19-Polk,  47-Van  Ness;  49-Mission-Van  Ness;  5-Fulton;  6-Parnassus, 
21 -Hayes;  9-San  Bruno;  and  71 -Haight  Noriega.  For  information  about  MUNI  accessible  services  call  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  comer  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting 
materials  in  alternative  format,  please  contact  Donna  Hood  at  415.554.0761 .  Providing  at  least  72  hours  notice 
will  help  to  ensure  availability.  Written  reports  or  background  materials  for  calendar  items  are  available  for 
public  inspection  and  copying  at  525  Golden  Gate  Ave.,  13th  Floor  during  regular  business  hours  and  are 
available  on-line  at  http://www.sfwater.orq/index.aspx?paqe=167. 

To  assist  the  City’s  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses,  multiple 
chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other  attendees  may 
be  sensitive  to  various  chemical  based  products.  Please  help  the  City  to  accommodate  these  individuals. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  President  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Know  Your  Rights  Under  the  Sunshine  Ordinance:  Government's  duty  is  to  serve  the  public,  reaching  its 
decision  in  full  view  of  the  public.  Commissions,  boards,  councils  and  other  agencies  of  the  City  and  County 
exist  to  conduct  the  people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the 
people  and  that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  Administrator,  by  mail  to  Sunshine 
Ordinance  Task  Force,  1  Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102.4689;  by 
phone  at  554.7724;  by  fax  at  554.7854;  or  by  email  at  sotf@sfgov.org. 

Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City’s  website  at  http://www.sfgov.org. 

E9  311  Free  Language  Assistance:  l&ilfnlS'l/Silb/Ayudagratuitaconelidioma/Eecn./iaTHaHrioMoiqb 
nepeBOflHHKOB  /  Tra  giup  Thong  dich  Mien  phi  /  Assistance  linguistique  gratuite  /  MTI'CO  Ti'tn  JTJs  /  “  ir.  <2J0-|  / 

/  nT'PTri  UlMaa  a’UfnllPP  tej  /  Libreng  tulong  para  sa  wikang  Tagalog  til  Via  a 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF 
Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information 
about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue, 
Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.org/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission’s 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in  S.F. 
Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the  Approval 
Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For  information 
on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1  Dr.  Carlton  B. 
Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning  Department’s 
Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental  review,  an 
exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
plannina.ora/index.aspx?paae=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  the  Minutes  of  November  14,  2017 

4.  General  Public  Comment  (discussion  only) 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission’s  jurisdiction  and  are  not  on  today’s  agenda. 

5.  Communications  (discussion  only) 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  2016  Energy  Benchmarking  Report:  San  Francisco  Municipal  Buildings 

e)  Annual  Water  Resources  Division  Report 

f)  Annual  Water  Supply  Development  Report 

g)  Emergency  Declaration  Revision:  WD-2846  Tesla  Treatment  Facility 
Flywheel  UPS 

h)  Golden  Pride  Recognition  Program  Update 

i)  O’Shaughnessy  Dam  Reservations  Quarterly  Report 

j)  Water  Supply  Conditions  Update 

6.  Other  Commission  Business  (discussion  only) 


7.  Report  of  the  General  Manager  (discussion  only) 

a)  CleanPowerSF  Update  (Hale) 

b)  Quarterly  Audit  and  Performance  Review  Report  (Sandler) 

c)  Quarterly  Budget  Status  Report  (Sandler) 

d)  Hetch  Hetchy  Water  and  Power  Capital  Improvement 

Program  (CIP)  Quarterly  Report  (How) 

e)  Wastewater  Enterprise  CIP  Quarterly  Report  (How) 

f)  Sewer  System  Improvement  Program  Update  (How) 

g)  Report  on  Recent  San  Francisco  Public  Utilities  Commission 
(SFPUC)  Activities,  Events,  and  Announcements 

8.  Annual  Financial  Audits  Report  (discussion  only)  (Sandler) 

9.  San  Francisco’s  Drought  Planning  (discussion  only)  (Ritchie) 


10.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (discussion  only) 

(Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney, 
where  applicable.  Explanatory  documents  provided  to  the  Commission  in 
connection  with  this  agenda  are  available  for  public  inspection  and  copying  at  the 
Office  of  the  Commission  Secretary,  525  Golden  Gate  Avenue,  13fh  Floor,  San 


Francisco,  CA  94102;  Telephone:  (415)  554-3165;  Fax:  (415)  554-3424;  and  are 
available  on-line  at  http://www. sfwater.  ora/index.aspx?Daae=  167 

CONSENT  CALENDAR 


11.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to 
be  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted 
upon  by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion 
of  these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a)  Approve  Amendment  No.  3  to  Agreement  No.  CS-203.B,  Wastewater 
and  Stormwater  Technical  Services,  with  Brown  &  Caldwell  -  SRT,  Joint 
I  7Q23R  Venture,  extending  the  agreement  duration  by  one  year,  for  a  total 

D  agreement  duration  of  six  years  and  two  months,  with  no  change  to  the 

contract  amount,  to  continue  to  provide  as-needed  specialized  and  technical 
services  for  the  Wastewater  Enterprise;  and  authorize  the  General 
Manager  to  execute  this  amendment.  (Henderson) 


b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-203.D,  Wastewater 
and  Stormwater  Technical  Services,  with  Kennedy/Jenks  Consultants-WRE, 
Joint  Venture,  extending  the  agreement  duration  by  one  year,  for  a  total 
agreement  duration  of  six  years  and  two  months,  and  increasing  the 
agreement  amount  by  $790,525,  for  a  total  not-to-exceed  agreement 
amount  of  $5,000,000,  in  order  to  continue  to  provide  as-needed  specialized 
and  technical  services  for  the  Wastewater  Enterprise;  and  authorize  the 
General  Manager  to  execute  this  amendment.  (Henderson) 


c)  Approve  Amendment  No.  2  to  Agreement  No.  CS-1004.B,  Engineering 
Design  Services  for  Oceanside  Treatment  Plant  (OSP),  with  Stantec 
170238  Consulting  Services  Inc.  (Stantec),  increasing  the  agreement  by 

$1,500,000,  for  a  total  not-to-exceed  amount  of  $6,500,000,  with  no  change 
to  the  agreement  duration,  to  provide  updated  design  and  support  services, 
including  additional  operability  and  maintenance  review,  and  facility  start-up 
for  the  OSP  Digester  Gas  Utilization  Upgrade  Project  and  Westside  Pump 
Station  Reliability  Improvements  Project;  and  authorize  the  General 
Manager  to  execute  this  amendment.  (How) 


d)  Approve  an  additional  increase  to  the  previously  approved 

construction  contract  duration  contingency  for  Contract  No.  WD-2548, 

170239  Lake  Merced  Pump  Station  Essential  Upgrades  Project,  with  Western  Water 
Constructors,  Inc.,  of  up  to  181  consecutive  calendar  days  (approximately 
six  months),  and  authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  duration  up  to 
3,225  consecutive  calendar  days  (approximately  eight  years  and  10 
months).  The  requested  extension  in  the  contract  duration  is  needed  to 
complete  the  testing  and  monitoring  of  the  electrical  reliability  of  the  station’s 
pump  starter  equipment  and  to  coordinate  with  the  equipment  vendor  to 
make  any  necessary  repairs.  (How) 


e) 

170240 

f) 

11-0241 

9) 


170242 


h) 

170243 


i) 

170244 


i) 

170245 


k) 

170246 


Approve  an  increase  in  the  existing  construction  contract  duration 
contingency  in  the  amount  of  up  to  334  consecutive  calendar  days 

(approximately  1 1  months),  for  Contract  No.  WD-2621R,  San  Francisco 
Groundwater  Supply  Well  Stations;  and  authorize  the  General  Manager  or 
his  designee,  to  approve  future  modifications  to  the  contract  for  a  total 
revised  contract  duration  of  up  to  1 ,387  consecutive  calendar  days 
(approximately  three  years  and  10  months).  (How) 

Accept  work  performed  by  Yerba  Buena  Engineering  for  Contract  No.  WD- 
2640,  Bioregional  Habitat  Restoration  Program,  Goldfish  Pond;  and 
approve  Modification  No.12  (Final),  decreasing  the  contract  amount  by 
$5,162,  for  a  total  contract  amount  of  $3,026,664;  and  authorize  final 
payment  to  the  contractor.  (How) 

Accept  work  performed  by  Azul  Works,  Inc.,  for  Contract  No.  WD-2746, 
Auxiliary  Water  Supply  System  New  Cisterns  E;  and  approve  Modification 
No.  4  (Final),  decreasing  the  contract  amount  by  $247,855  and 
increasing  the  contract  duration  by  219  consecutive  calendar  days 

(approximately  seven  months),  to  reconcile  final  payment  items  to  reflect 
actual  quantities  used  under  unit  price  and  allowance  bid  items  and  to 
reflect  actual  contract  time,  for  a  total  contract  amount  of  $4,126,854,  and  a 
total  contract  duration  of  674  consecutive  calendar  days  (approximately  one 
year  and  10  months);  and  authorize  final  payment  to  the  contractor. 

(How) 

Accept  work  performed  by  Cal  State  Constructors  Contract  No.  WW-572R, 
Westside  Pump  Station  Discharge  Pipe  Manifold  Upgrade,  for  a  total 
contract  amount  of  $4,396,765,  and  with  a  total  contract  duration  of 
893  consecutive  calendar  days  (approximately  two  years  and  five 
months);  and  authorize  final  payment  to  the  contractor.  (How) 

Approve  an  increase  in  the  construction  contract  duration 
contingency  of  116  consecutive  calendar  days  for  Contract  No.  WW- 
618,  Richmond/Sunset  Districts  Sewer  Replacement  and  Pavement 
Renovation;  and  authorize  the  General  Manager  or  his  designee  to 
approve  future  modifications  to  the  contract  term,  for  a  total  revised 
contract  duration  of  up  to  655  consecutive  calendar  days  (approximately 
one  year,  10  months).  (How) 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-643R, 
Oceanside  Water  Pollution  Control  Plant  Building  620  Safety  Improvements, 
in  the  amount  of  $2,156,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Trinet  Construction  Inc.,  to  perform  selective  hazardous 
paint  mitigation  and  mechanical  equipment  removal,  and  furnish 
replacement  mechanical  equipment.  (How) 

Approve  the  terms  and  conditions,  and  authorize  the  General  Manager  to 
execute  a  revocable  no-fee  license  to  San  Francisco  Public  Works,  to  use 
approximately  83,270  square  feet  of  property  under  the  jurisdiction  of  the 
SFPUC  located  at  Napoleon  Street  near  Evans  Avenue  and  Cesar  Chavez 
Street  in  San  Francisco,  for  employee  parking  and  storage  of  landscaping 
materials  and  equipment  in  accordance  with  the  Memorandum  of 


Understanding  between  SFPUC  and  Public  Works,  dated  October  25,  2016. 
The  License  will  supersede  and  replace  a  previous  permit  SFPUC  issued  in 
2000  to  Public  Works.  (Carlin) 

I)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  three  eight-year  communications  leases  to  PTI  US  Development 
Sites  I,  LLC,  a  Delaware  limited  liability  company  consisting  of:  (1)  a  lease 
(Runnymede  Lease)  to  use  approximately  225  square  feet  of  SFPUC 
IdlLl  Parcel  31  -A  in  Woodside,  California  at  a  rent  of  $57,630.84  during  the 
1  l  fjrst  |ease  year;  (2)  a  lease  (San  Mateo  Lease)  to  use  approximately  300 

square  feet  of  SFPUC  Parcel  No.  31  in  San  Mateo,  California  at  a  rent  of 
$55,592.52  during  the  first  lease  year;  and  (3)  a  lease  (Tank  Hill  Lease) 
to  use  approximately  150  square  feet  of  SFPUC  Parcel  No.  65  in  Sunol, 
California  at  a  rent  of  $55,592.52  during  the  first  lease  year,  for  the 
installation,  maintenance,  repair,  and  operation  of  antenna  facilities  and 
other  equipment  for  the  transmission  and  reception  of  radio  communications 
signals  on  the  Runnymede  Premises,  San  Mateo  Premises  and  Tank  Hill 
Premises.  PTI  will  pay  rent  in  the  sum  $170,779.56  to  use  the  three 
Premises  during  the  first  year  of  the  Leases.  Rent  for  the  Leases  is 
subject  to  four-percent  annual  increases.  (Carlin) 

REGULAR  SESSION 


12.  Authorize  the  General  Manager  to  execute  on  behalf  of  the  SFPUC,  a 

Memorandum  of  Understanding  with  San  Francisco  Municipal  Transportation 
Agency  (SFMTA)  to  set  forth  the  agencies’  respective  responsibilities,  including 
i  i  0  2  4  O  cost  sharing  allocations  to  reimburse  SFMTA  for  sewer  improvements  on 

Illinois  Street  between  18th  Street  and  19th  Street  in  conjunction  with  SFMTA’s 
Mission  Bay  Loop  Project,  in  an  amount  not-to-exceed  $434,652. 

(How) 


13.  Approve  modifications  to  the  San  Francisco  Public  Utilities  Commission 
Floodwater  Management  Grant  Program  to  increase  the  existing  dollar  cap 
170243  on  grants  and  expand  the  types  of  projects  eligible  for  grant  funding;  and 

authorize  the  General  Manager  or  his  designee  to  execute  Grant  Agreements 
under  the  modified  Grant  Program  with  property  owners  who  have  an  active 
SFPUC  account  for  wastewater  services.  (Henderson) 


14.  Authorize  the  Issuance  of  up  to  $900  million  of  the  2017  Series  DEFG 

Water  Revenue  Bonds  to  Advance  Refund  a  Portion  of  the  2011  Series  A, 
2011  Series  B,  2011  Series  C,  2011  Series  D,  2012  Series  A  and  2012 
170250  Series  C  Water  Revenue  Bonds  to  Achieve  Debt  Service  Savings.  The 

resolution  will  approve  the  issuance  of  the  2017  Series  DEFG  Water  Revenue 
Bonds,  consisting  of  four  separate  sub-series  of  bonds  (Sub-Series  A  (WSIP); 
Sub-Series  B  (Non-WSIP);  Sub-Series  C  (Hetch  Hetchy);  and  Sub-Series  G 
(Federally  Taxable  WSIP  -  Green  Bonds),  and  approve  the  form  of,  and 
authorize  the  execution  and  delivery  of,  related  documents;  Authorize  the 
General  Manager  to  sell  the  Bonds  in  one  or  more  series  of  bonds  on  either  a 
competitive  or  negotiated  basis,  as  the  General  Manager  determines  is  in  the 
best  financial  interest  of  the  SFPUC;  and  delegate  to  the  General  Manager 


15. 

70251 

16. 

170252 

17. 

170253 

18. 

1 70254 


19. 

170255 

20. 

170256 


21. 


authorization  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest  cost). 

(Sandler) 

Authorize  a  Memorandum  of  Understanding  with  the  Office  of  the  Treasurer 
and  Tax  Collector,  Bureau  of  Delinquent  Revenue,  to  provide  professional  and 
special  collection  services  for  delinquent  water,  sewer,  and  power  charges. 

(Sandler) 

Authorize  the  San  Francisco  Public  Utilities  Commission  Wastewater 
Enterprise  to  accept  and  expend  the  Green  Infrastructure  Leadership 
Exchange  2017-2018  Collaborative  Grant  in  the  amount  of  $29,000.  The 

grant  will  be  used  to  develop  national  recommendations  for  green  stormwater 
infrastructure  monitoring  and  hydraulic  modeling.  (Henderson) 

Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  the  Port  of  San  Francisco  to  occupy  Seawall  Lot  345 
(SWL-345)  to  construct,  operate,  and  maintain  Mariposa  Pump  Station  for  a 
$502,294  lump-sum  rental  payment  to  the  Port  for  a  30  year  term. 

(How) 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  second  amendment  to  the  Site  License  Agreement  dated  October 
6,  2015  between  TriStar  Investors  LLC  and  the  City  and  County  of  San 
Francisco,  acting  through  the  SFPUC,  reflecting  the  new  terms  regarding  the 
SFPUC’s  use  of  a  telecommunications  tower  located  at  2201  Blue  Gum 
Avenue  in  Modesto,  California,  subject  to  Board  of  Supervisors  approval 
pursuant  to  Charter  Section  9.1 18.  The  Second  Amendment  provides  for 
SFPUC  to  locate  additional  telecommunications  equipment  on  the 
Premises  and  a  corresponding  $6,600  increase  in  the  annual  license  fee 
effective  as  of  June  1 , 2017,  for  a  new  annual  license  fee  of  $25,758,  subject  to 
three  percent  annual  fee  increases.  (Carlin) 

Authorize  the  General  Manager  to  execute  a  Memorandum  of 
Understanding  between  the  Treasure  Island  Development  Authority  and  the 
SFPUC  to  continue  to  provide  utility  services  for  Naval  Station  Treasure  Island. 

(Carlin) 

Authorize  the  General  Manager  to  solicit  applications  for,  negotiate,  and 
execute,  approximately  15  to  25  Project  Learning  Partnership  Grant 
Agreements  with  qualified  selected  local  community-based  nonprofit 
organizations  and/or  educational  institutions  to  support  San  Francisco  youth 
and  young  adults  who  will  engage  in  SFPUC  project-based  service  learning 
opportunities.  Each  grant  agreement  will  provide  approximately  $25,000  in 
grant  funds  per  year  to  the  grantee  and  have  a  maximum  duration  of  three 
years.  The  cumulative  amount  of  grant  funds  to  be  awarded  under  the  program 
shall  not  exceed  $1 ,800,000  over  the  three-year  period  ($600,000  per  year). 

(Ellis) 

Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 


22.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

CLOSED  SESSION 


23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (4)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (discussion  only)  (Knapp) 

Anticipated  Litigation: _ as  defendant  2  as  Plaintiff 


24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (action  item)  (Sheinfield) 


Existing  Litigation 

I  in,::  i  David  Alfaro,  et  al.  v.  City  and  County  of  San  Francisco 
^  San  Francisco  Superior  Court  No.:  CGC-1 5-547492 
1702jS  Date  Filed:  August  20,  2015 

I ...  Proposed  partial  settlement  of  action  as  to  the  property  damage  claims  of  the 
L  iQZ  d  o following  plaintiffs:  (1)  David  &  Jessica  Alfaro  ($75,000);  (2)  Bainknour  1701 
i  -?p  ;Cn  LLC  ($34,284.59);  (3)  Cesar  and  Fe  Ponferrada  ($34,000);  and  (4)  Rizaldi 
i/l/Zbll  Gache  ($65,000). 


25.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 


Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  1 14  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 


26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/1 5. 

Case  No.:  ER  15-703-000/Date  Filed  December  23,  2014 


27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 


Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER  15-705-000/Date  Filed:  December  23,  2014 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

29.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 

City  and  County  of  San  Francisco 

Case  No.:  ER1 5-735-000/Date  Filed:  December  23,  2014 

30.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1)  (discussion  only)  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

31 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 

Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 
(discussion  only)  (Carlin) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

32.  Announcement  following  Closed  Session. 


33.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

34.  Other  New  Business  (discussion  only) 

35.  Adjournment 
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Anson  Moran 


Harlan  L.  Kelly,  Jr. 
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www.stwater.org 

Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.com/ViewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Kwon  called  the  meeting  to  order  at  1:32  PM. 

2.  Roll  Call 

Present:  Kwon,  Courtney,  Caen  and  Moran 
Commissioner  Vietor  arrived  at  1:36  PM 

President  Kwon  announced  the  passing  of  Mayor  Lee  and  requested  a  moment 
of  silence  in  his  honor. 

President  Kwon  announced  Closed  Session  items  25  through  31  would  not  be 
heard. 

3.  Approval  of  the  Minutes  of  November  14,  2017 

On  Motion  to  approve  the  Minutes  of  November  14,  2017: 

Ayes:  Kwon,  Courtney,  Caen  and  Moran 

No  public  comment. 

Commissioner  Vietor  arrived  at  1:36  PM 

4.  General  Public  Comment 

•  Peter  Drekmeier,  Tuolumne  River  Trust,  expressed  condolences  for  Mayor 
Lee.  He  discussed  the  “Week-In-Review”  (week  ending  December  1,  2017), 
specifically  regarding  conditions  at  Hetch  Hetchy  Reservoir  and  the  analysis 
availability  of  water  in  metropolitan  areas. 

•  Mr.  Dave  Warner  expressed  concerns  with  the  Tuolumne  and  Bay  Delta 
ecosystems.  He  stated  hard  questions  should  be  asked  and  the  will  of  the 
people  be  served. 

5.  Communications 

a)  Advance  Calendar 

b)  Correspondence  Log 

c)  Contract  Advertisement  Report 

d)  2016  Energy  Benchmarking  Report:  San  Francisco  Municipal  Buildings 

e)  Annual  Water  Resources  Division  Report 

f)  Annual  Water  Supply  Development  Report 

g)  Emergency  Declaration  Revision:  WD-2846  Tesla  Treatment  Facility 

Flywheel  UPS 

h)  Golden  Pride  Recognition  Program  Update 

i)  O’Shaughnessy  Dam  Reservations  Quarterly  Report 

j)  Water  Supply  Conditions  Update 

No  public  comment. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
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GM  Kelly  expressed  is  sadness  at  the  passing  of  Mayor  Lee. 

a)  CleanPowerSF  Update 

Barbara  Hale,  Assistant  General  Manager  (AGM)  Power,  provided  a 
CleanPowerSF  update:  (1)  Enrollment:  Currently  80,000  customers  served; 
3.2  percent  opt-out  rate;  and  SuperGreen  enrollment  at  four  percent.  She 
indicated  there  will  be  a  small  enrollment  in  January  with  less  than  a  one 
percent  opt-out.  She  stated  there  is  a  waitlist  for  spring  enrollment  with  56 
percent  of  those  requesting  SuperGreen  upgrades;  (2)  Growth  Plans:  Staff  is 
contracting  for  supply  and  bank  credit  facility;  (3)  Legislative:  Ordinance 
introduced  at  Board  of  Supervisors  requesting  the  SFPUC  get  limited 
delegated  authority  to  enter  into  supply  contracts  for  program  completion; 
and  (4)  Regulatory:  Annual  exit  fee  (PCI A)  delayed  at  least  30  days.  Ms. 

Hale  responded  to  a  question  by  President  Kwon  for  the  reason  for  the  PCIA 
delay. 

No  public  comment. 

b)  Quarterly  Audit  and  Performance  Review  Report 

Nancy  Horn,  Interim  Deputy  CFO,  provided  the  quarterly  Audit  and 
Performance  Review  Report.  She  indicated  there  have  been  28  audits  and 
assessments  year-to-date,  (five  completed;  17  in-progress;  and  six 
upcoming),  and  she  touched  on  completed  audits.  Ms.  Horn  highlighted  the 
Physical  Inventory  Count  Audit;  audit  objectives  and  recommended 
summary;  and  the  management  response.  She  reviewed  the  current  outlook 
of  completing  financial  and  performance  audits  as  well  as  other  upcoming 
audits,  and  concluded  with  a  review  of  prior  years,  open  audits  and 
recommendations,  including  that  the  SFPUC  has  30  percent  (72  of  237) 
open  recommendations,  closed  10  GoSolar  audit  recommendation,  and 
proactively  worked  to  close  the  remaining  open  recommendations. 

No  public  comment 

c)  Quarterly  Budget  Status  Report 

Eric  Sandler,  CFO  and  AGM  Business  Services,  offered  the  quarterly  Budget 
Status  Report.  He  indicated  Water  and  Wastewater  have  higher  revenues, 
Power  has  lower  revenues,  CleanPowerSF  has  no  change  compared  to 
budget,  and  that  financial  results  meet  policy  targets  for  coverage  and 
reserves.  He  reviewed  FY  2018  budget  variances  (sources  and  uses)  for:  (1) 
Water:  increased  water  sales  revenues  and  uses  cost  savings;  (2) 
Wastewater:  increased  wastewater  revenues  and  cost  savings;  (3)  Power: 
reduced  power  sales  revenue  offset  by  cost  savings;  and  (4)  CleanPowerSF: 
sales  revenue  budget  offset  by  uses  cost  savings.  He  reviewed  key  financial 
ratios  for  Water,  Wastewater,  and  Hetchy. 

Commissioner  Moran  commented  on  the  funding  of  conservation  programs 
that  don’t  qualify  under  other  programs  and  stated  that  during  the  budget 
cycle  he  would  like  to  make  sure  that  the  following  occurs:  (1)  Assess 
consumption  assumptions  to  make  sure  they  are  appropriate  and  are 
reflective  of  on-going  conservation  efforts;  and  (2)  Look  at  unfunded  but 
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otherwise  worthwhile  conservation  efforts  to  see  if  excess  revenue  can  get 
work  done. 

No  public  comment. 

d)  Hetch  Hetchv  Water  and  Power  Capital  Improvement  Program  (CIP) 

Quarterly  Report 

Dan  Wade,  Director,  Water  Capital  Projects  and  Programs,  began  with  a 
brief  review  of  variances  for  San  Joaquin  Pipeline,  Powerhouse  Projects  at 
Holm  and  Kirkwood,  Warnerville  Substation  Project,  Moccasin  Penstock, 
Microwave  System  Communications  Project,  and  Mountain  Tunnel  interim 
repairs  and  inspection. 

Mr.  Wade  continued  with  a  discussion  of  Hetch  Hetchy  CIP  highlights:  (1) 
Cherry  Dan  Outlet  works  rehabilitation;  (2)  Kirkwood  Penstock  short-term  risk 
reduction  measures;  (3)  Warnerville  Substation  rehabilitation;  (4)  Lower 
Cherry  Aqueduct  emergency  rehabilitation;  and  (5)  O’Shaughnessy  and 
Cherry  Dam  spillways. 

Mr.  Wade  discussed  active  projects:  (1)  Diverting  water  from  Cherry  Lake  to 
Cherry  Creek  (butterfly  valve  issues);  (2)  Kirkwood  Penstock  short-term 
reduction  measures  contract  (awarded);  (3)  Warnerville  Substation 
rehabilitation  design/build  contract  (awarded);  (4)  Lower  Cherry  Aqueduct 
emergency  rehabilitation  Mucking  Machine;  and  (5)  Moccasin  facilities  new 
construction  new  shops  construction  (77  percent  complete). 

Director  Wade  noted  upcoming  (March  2018)  revisions  to  the  baseline 
budget  for  San  Joaquin  Pipeline  Rehabilitation  Project,  other  powerhouse 
projects,  Moccasin  Penstock,  and  Cherry  Dam  Outlet  Works  Rehabilitation. 

No  public  comment. 

e)  Wastewater  Enterprise  CIP  Quarterly  Report 

Karen  Kubick,  Wastewater  Enterprise  Capital  Programs  Director,  provide  the 
report.  She  began  with  a  brief  review  of  variances  for  Southeast  Plant  (SEP) 
Power  Feed  and  Primary  Switch  upgrades;  Northshore  Wet  Weather  Pump 
Station;  Central  Bayside  Improvement  Project;  Griffith  Pump  Station 
improvements;  changes  to  flooding  projects  at  Wawona  and  15th;  and 
Cayuga  Stormwater  Detention. 

No  public  comment. 

f)  Sewer  System  Improvement  Program  (SSIP)  Update 

Ms.  Kubick  provided  the  SSIP  update.  She  reviewed  the  Phase  I  Program 
status  as  of  September  2017  (21  percent  complete).  She  presented  a 
rendering  of  the  digesters  for  the  Biosolids  Digester  Facilities  Project,  which 
she  noted  received  Civic  design  approval  (construction  anticipated  August 
2018).  Commissioner  Moran  requested  that  renderings  of  the  design  be 
provided  to  the  Commission. 
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Ms.  Kubick  continued  with  a  review  of  the  Southeast  Plant  New  Headworks 
Facilities  Project  (construction  January  2018),  and  a  review  of  timeline  for 
other  Phase  I  projects. 

She  discussed:  (1)  Current  Construction:  SEP  Primary  and  Secondary 
Clarifier  upgrades  (anticipated  completion  January  2018);  SEP  521/522 
Disinfection  Upgrade  (anticipated  completion  July  2018);  North  Point  Outfall 
System  Rehabilitation  (anticipated  completion  August  2018);  and  (2)  Current 
Construction  Projects  Green  Infrastructure:  Chinatown  Living  Alley  - 
North  shore  (anticipated  completion  January  2018);  Wiggle  Neighborhood 
Green  Corridor-  Channel  (anticipated  completion  May  2018);  Visitation 
Valley  Green  Nodes  -  Sunnydale  (anticipated  completion  July  2018). 

Director  Kubick  indicated  the  Holloway  Green  Street  and  Mission  and 
Valencia  Streets  Green  Gateway  are  complete. 

She  noted  the  completion  of  the  second  year  of  the  TechWomen  Program 
and  discussed  this  year’s  participants  and  their  experiences,  and  other 
notable  program  achievements. 

Director  Kubick  presented  the  SSIP  Phase  I  jobs  report  stating  San 
Francisco  residents  have  worked  68  percent  of  the  hours,  in  excess  of  the  50 
percent  requirement.  She  stated  that  the  SSIP  has  achieved  34  percent 
actual  SSIP  local  hire  percentage,  in  excess  of  local  hire  percentage 
requirement  of  20  to  30  percent. 

GM  Kelly  responded  to  a  question  from  Vice  President  (VP)  Courtney  as  to 
whether  there  is  a  development  of  career  pathways  for  public  sector 
employees. 

Ms.  Kubick  continued  with  a  review  of  stakeholder  outreach. 

GM  Kelly  responded  to  a  question  from  Commissioner  Vietor  regarding  the 
Central  Bayside  Tunnel  Project  and  cost  of  Early  Implementation  Projects. 

No  public  comment 

g)  Report  on  Recent  San  Francisco  Public  Utilities  Commission  (SFPUC) 

Activities,  Events,  and  Announcements 

None. 

8.  Annual  Financial  Audits  Report 

Ms.  Horn  reviewed  the  audit  objectives  and  highlights.  She  introduced  Lisa  Avis, 
Managing  Director,  KPMG,  who  presented  the  audit  results.  Ms.  Avis  indicated 
the  audit  is  KPMG’s  responsibility  under  Generally  Accepted  Auditing  Standards 
and  Government  Auditing  Standards  (GAS).  She  stated  the  Independent 
Auditors’  Report,  Report  on  Internal  Control  over  financial  reporting,  and 
reporting  on  compliance  and  other  matters  was  based  on  an  audit  of  financial 
statements  performed  in  accordance  with  GAS.  She  emphasized  KPMG’s 
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independence  with  respect  to  CCSF  as  defined  by  professional  standards.  She 
discussed  significant  accounting  policies;  Management  judgments  and 
accounting  estimates;  Management  override  of  controls  (risk  and  fraud);  KPMG 
response;  Audit  adjustments  (corrected  and  uncorrected);  Significant 
deficiencies  and  material  weaknesses  in  internal  controls  (none  noted);  No 
disagreements  or  difficulties  with  management;  No  consultations  with  other 
accountants;  No  significant  maters  in  connection  with  related  parties;  No  illegal 
acts  or  fraud;  No  major  issues  discussed  with  management  prior  to  retention; 
and  material  written  communications. 

Commissioner  Moran  commented  that  the  SFPUC  continually  has  a  high 
standard  of  financial  accounting. 

No  public  comment. 

9.  San  Francisco’s  Drought  Planning 

Mr.  Steve  Ritchie,  AGM  Water,  offered  a  presentation  on  San  Francisco’s 
drought  planning.  He  indicated  water  supply  planning  is  driven  by  drought 
conditions  and  that  the  current  planning  scenario  was  developed  in  the 
aftermath  of  the  1987-92  drought,  the  worst  on  hydrologic  record.  He  stated  the 
fundamental  premise  is  that  there  will  be  a  worse  drought  in  the  future.  He 
showed  a  photo  of  and  discussed  the  water  level  at  the  Hetch  Hetchy  Reservoir 
in  1991. 

He  indicated  the  SFPUC  Level-of-Service  objective  for  water  supply  (adopted 
2008)  is  to  survive  a  specific  8.5  year  drought  planning  scenario,  with  no  more 
than  20  percent  rationing  from  a  total  system  demand  of  265  MGD.  He 
presented  and  reviewed  a  graph  of  total  system  storage  in  design  drought  with 
265  MGD  demand.  He  concluded  the  presentation  with  a  discussion  of  the 
consequences  of  being  wrong,  along  with  a  January  1994  quote  from  then 
General  Manager  Anson  Moran.  He  noted  implications  of  drawing  water  out  of 
Cherry  Dam  for  repairs. 

Mr.  Ritchie  responded  to  a  question  from  Commissioner  Moran  regarding  the 
draw  down  from  Cherry  and  implications  if  we  are  heading  to  a  first  year  of 
drought.  Commissioner  Moran  provided  thoughts  on  the  1991  drought  and 
actions  that  were  taken  at  that  time.  He  expressed  concern  with  taking  numbers 
out  of  context. 

Public  Comment 

•  Peter  Drekmeier  discussed  Commissioner  Moran ’s  quote.  He  stated  his 
belief  that  the  numbers  are  arbitrary.  He  stated  the  SFPUC  does  a  good  job 
at  the  upper  Tuolumne,  but  that  work  needs  to  be  done  in  the  Lower 
Tuolumne.  He  discussed  the  effect  of  climate  change  and  addressed  the 
MID/TID  agreement. 

•  Dave  Warner  discussed  environmental  aspects  and  asked  if  any  analysis 
has  been  conducted  for  the  drought  planning  process.  He  discussed  2015 
UMWP  demand  assumptions. 
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Deputy  General  Manger  responded  to  a  question  from  Commissioner  Vietor 
regarding  state  negotiations. 

10.  Bay  Area  Water  Supply  and  Conservation  Agency  (BAWSCA)  Update 

Ms.  Sandkulla  expressed  her  condolence  on  the  passing  of  Mayor  Lee.  She 
thanked  Mr.  Wade  for  his  recent  presentation  to  the  BAWCA  Board  on  the 
implementation  of  the  WSIP.  She  expressed  concerns  with  WSIP  schedule  and 
budget  (re-baselining).  She  noted  BAWSCA  will  request  extended  legislative 
oversite. 

She  presented  slides  showing  that  BAWSCA’s  October  2017  total  potable  water 
use  was  1 2  percent  less  than  October  2013. 

Ms.  Sandkulla  distributed  a  statement  about  the  changes  in  schedule  and  cost 
for  San  Francisco’s  WSIP  to  avoid  a  seismic  collapse  that  could  threaten  water 
users  in  Alameda,  San  Mateo  and  Santa  Clara  Counties. 

Comments  to  drought  discussion 

No  public  comment. 

11.  Consent  Calendar: 

a)  Approve  Amendment  No.  3  to  Agreement  No.  CS-203.B,  Wastewater  and 

Stormwater  Technical  Services,  with  Brown  &  Caldwell  -  SRT,  Joint 

Venture,  extending  the  agreement  duration  by  one  year,  for  a  total 

agreement  duration  of  six  years  and  two  months,  with  no  change  to  the 

contract  amount,  to  continue  to  provide  as-needed  specialized  and  technical 

services  for  the  Wastewater  Enterprise;  and  authorize  the  General  Manager 

to  execute  this  amendment.  (Resolution  17-0236) 

b)  Approve  Amendment  No.  2  to  Agreement  No.  CS-203.D,  Wastewater  and 

Stormwater  Technical  Services,  with  Kennedv/Jenks  Consultants-WRE, 

Joint  Venture,  extending  the  agreement  duration  by  one  year,  for  a  total 

agreement  duration  of  six  years  and  two  months,  and  increasing  the 

agreement  amount  by  $790,525,  for  a  total  not-to-exceed  agreement 

amount  of  $5,000,000,  in  order  to  continue  to  provide  as-needed  specialized 

and  technical  services  for  the  Wastewater  Enterprise;  and  authorize  the 

General  Manager  to  execute  this  amendment.  (Resolution  17-0237) 

c)  Approve  Amendment  No.  2  to  Agreement  No.  CS-1004.B,  Engineering 

Design  Services  for  Oceanside  Treatment  Plant  (OSP),  with  Stantec 

Consulting  Services  Inc.  (Stantec),  increasing  the  agreement  by 
$1 ,500,000,  for  a  total  not-to-exceed  amount  of  $6,500,000,  with  no  change 

to  the  agreement  duration,  to  provide  updated  design  and  support  services, 

including  additional  operability  and  maintenance  review,  and  facility  start-up 

for  the  OSP  Digester  Gas  Utilization  Upgrade  Project  and  Westside  Pump 

Station  Reliability  Improvements  Project;  and  authorize  the  General 

Manager  to  execute  this  amendment.  (Resolution  17-0238) 
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d)  Approve  an  additional  increase  to  the  previously  approved  construction 

contract  duration  contingency  for  Contract  No.  WD-2548,  Lake  Merced 

Pump  Station  Essential  Upgrades  Project,  with  Western  Water 
Constructors,  Inc.,  of  up  to  181  consecutive  calendar  days,  and  authorize 

the  General  Manager  to  approve  future  modifications  to  the  contract  for  a 

total  revised  contract  duration  up  to  3,225  consecutive  calendar  days.  The 

requested  extension  in  the  contract  duration  is  needed  to  complete  the 

testing  and  monitoring  of  the  electrical  reliability  of  the  station’s  pump  starter 

equipment  and  to  coordinate  with  the  equipment  vendor  to  make  any 

necessary  repairs.  (Resolution  17-0239) 

e)  Approve  an  increase  in  the  existing  construction  contract  duration 
contingency  in  the  amount  of  up  to  334  consecutive  calendar  days,  for 

Contract  No.  WD-2621R,  San  Francisco  Groundwater  Supply  Well  Stations; 

and  authorize  the  General  Manager  or  his  designee,  to  approve  future 

modifications  to  the  contract  for  a  total  revised  contract  duration  of  up  to 

1,387  consecutive  calendar  days.  (Resolution  17-0240) 

f)  Accept  work  performed  by  Yerba  Buena  Engineering  for  Contract  No.  WD- 

2640,  Bioreqional  Habitat  Restoration  Program,  Goldfish  Pond;  and  approve 

Modification  No.  12  (Final),  decreasing  the  contract  amount  by  $5,162,  fora 

total  contract  amount  of  $3,026,664;  and  authorize  final  payment  to  the 

contractor.  (Resolution  17-0241) 

g)  Accept  work  performed  by  Azul  Works.  Inc.,  for  Contract  No.  WD-2746, 

Auxiliary  Water  Supply  System  New  Cisterns  E;  and  approve  Modification 

No.  4  (Final),  decreasing  the  contract  amount  by  $247,855  and  increasing 

the  contract  duration  by  219  consecutive  calendar  days,  to  reconcile  final 

payment  items  to  reflect  actual  quantities  used  under  unit  price  and 

allowance  bid  items  and  to  reflect  actual  contract  time,  for  a  total  contract 

amount  of  $4,126,854,  and  a  total  contract  duration  of  674  consecutive 

calendar  days;  and  authorize  final  payment  to  the  contractor.  (Resolution 
1 7-0242)https://sfpuc-sharefile.com/d-sf0f0730eef84aeda 

h)  Accept  work  performed  by  Cal  State  Constructors  Contract  No.  WW-572R, 

Westside  Pump  Station  Discharge  Pipe  Manifold  Upgrade,  for  a  total 

contract  amount  of  $4,396,765,  and  with  a  total  contract  duration  of  893 

consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  17-0243) 

i)  Approve  an  increase  in  the  construction  contract  duration  contingency  of 

116  consecutive  calendar  days  for  Contract  No.  WW-618,  Richmond/Sunset 

Districts  Sewer  Replacement  and  Pavement  Renovation;  and  authorize  the 

General  Manager  or  his  designee  to  approve  future  modifications  to  the 

contract  term,  for  a  total  revised  contract  duration  of  up  to  655  consecutive 

calendar  days.  (Resolution  17-0244) 

j)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-643R, 

Oceanside  Water  Pollution  Control  Plant  Building  620  Safety  Improvements, 

in  the  amount  of  $2,156,000,  to  the  lowest,  qualified,  responsible  and 
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responsive  bidder.  Trinet  Construction  Inc.,  to  perform  selective  hazardous 

paint  mitigation  and  mechanical  equipment  removal,  and  furnish 

replacement  mechanical  equipment.  (Resolution  17-0245) 

k)  Approve  the  terms  and  conditions,  and  authorize  the  General  Manager  to 

execute  a  revocable  no-fee  license  to  San  Francisco  Public  Works,  to  use 

approximately  83,270  square  feet  of  property  under  the  jurisdiction  of  the 

SFPUC  located  at  Napoleon  Street  near  Evans  Avenue  and  Cesar  Chavez 

Street  in  San  Francisco,  for  employee  parking  and  storage  of  landscaping 

materials  and  equipment  in  accordance  with  the  Memorandum  of 
Understanding  between  SFPUC  and  Public  Works,  dated  October  25,  2016. 

The  License  will  supersede  and  replace  a  previous  permit  SFPUC  issued  in 

2000  to  Public  Works.  (Resolution  17-0246) 

l)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  three  eight-year  communications  leases  to  PTI  US  Development 

Sites  I,  LLC,  a  Delaware  limited  liability  company  consisting  of:  (1) 
Runnymede  Lease  to  use  approximately  225  sguare  feet  of  SFPUC  Parcel 

31 -A  in  Woodside,  CA  at  a  rent  of  $57,630.84  during  the  first  lease  year;  (2) 

San  Mateo  Lease  to  use  approximately  300  sguare  feet  of  SFPUC  Parcel 

No.  31  in  San  Mateo,  CA  at  a  rent  of  $55,592.52  during  the  first  lease  year; 

and  (3)  Tank  Hill  Lease  to  use  approximately  1 50  sguare  feet  of  SFPUC 

Parcel  No.  65  in  Sunol,  CA  at  a  rent  of  $55,592.52  during  the  first  lease 

year,  for  the  installation,  maintenance,  repair,  and  operation  of  antenna 

facilities  and  other  eguipment  for  the  transmission  and  reception  of  radio 

communications  signals  on  the  Runnymede  Premises,  San  Mateo  Premises 

and  Tank  Hill  Premises.  PTI  will  pay  rent  in  the  sum  $170,779.56  to  use  the 

three  Premises  during  the  first  year  of  the  Leases.  Rent  for  the  Leases  is 

subject  to  four-percent  annual  increases.  (Resolutionl  7-0247) 

On  Motion  to  approve  Consent  Calendar: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

12.  Authorize  the  General  Manager  to  execute  on  behalf  of  the  SFPUC,  a 

Memorandum  of  Understanding  with  San  Francisco  Municipal  Transportation 

Agency  (SFMTA)  to  set  forth  the  agencies’  respective  responsibilities,  including 

cost  sharing  allocations  to  reimburse  SFMTA  for  sewer  improvements  on 

Illinois  Street  between  18th  Street  and  19th  Street  in  conjunction  with  SFMTA’s 

Mission  Bay  Loop  Project,  in  an  amount  not-to-exceed  $434,652.  (Resolution 

17-0248) 

On  Motion  to  approve  item  12: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 
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13.  Approve  modifications  to  the  San  Francisco  Public  Utilities  Commission 
Floodwater  Management  Grant  Program  to  increase  the  existing  dollar  cap  on 

grants  and  expand  the  types  of  projects  eligible  for  grant  funding;  and  authorize 

the  General  Manager  or  his  designee  to  execute  Grant  Agreements  under  the 

modified  Grant  Program  with  property  owners  who  have  an  active  SFPUC 

account  for  wastewater  services.  (Resolution  17-0249) 

GM  Kelly  responded  to  a  question  from  Commissioner  Vietor  as  to  how  the 
SFPUC  flood  grant  programs  compare  to  other  cities  that  have  flooding  issues 
and  similar  grant  programs. 

Ms.  Stefani  Harrison  responded  to  a  question  from  Commissioner  Vietor 
regarding  stormwater  fees  and  the  grant  program,  noting  they  are  two  different 
programs. 

On  Motion  to  approve  item  13: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

14.  Authorize  the  Issuance  of  up  to  $900  million  of  the  2017  Series  DEFG  Water 

Revenue  Bonds  to  Advance  Refund  a  Portion  of  the  201 1  Series  A,  201 1 

Series  B,  201 1  Series  C,  201 1  Series  D,  2012  Series  A  and  2012  Series  C 

Water  Revenue  Bonds  to  Achieve  Debt  Service  Savings.  The  resolution  will 

approve  the  issuance  of  the  2017  Series  DEFG  Water  Revenue  Bonds, 

consisting  of  four  separate  sub-series  of  bonds  (Sub-Series  A  (WSIP);  Sub- 

Series  B  (Non-WSIP);  Sub-Series  C  (Hetch  Fletchv);  and  Sub-Series  G 

(Federally  Taxable  WSIP  -  Green  Bonds),  and  approve  the  form  of,  and 

authorize  the  execution  and  delivery  of,  related  documents;  Authorize  the 

General  Manager  to  sell  the  Bonds  in  one  or  more  series  of  bonds  on  either  a 

competitive  or  negotiated  basis,  as  the  General  Manager  determines  is  in  the 

best  financial  interest  of  the  SFPUC;  and  delegate  to  the  General  Manager 

authorization  to  award  each  series  of  bonds  to  the  highest  bidder  (lowest  cost). 

(Resolution  17-0250) 

Mr.  Richard  Morales,  Debt  Services  Manager,  provided  an  update  on  the  New 
Money  Water  Revenue  Bond  sale  which  occurred  on  November  3&h. 

On  Motion  to  approve  item  14: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

15.  Authorize  a  Memorandum  of  Understanding  with  the  Office  of  the  Treasurer 

and  Tax  Collector.  Bureau  of  Delinguent  Revenue,  to  provide  professional  and 

special  collection  services  for  delinguent  water,  sewer,  and  power  charges. 

(Resolution  17-0251) 

On  Motion  to  approve  item  15: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 


SFPUC  Minutes 
December  12,  2017 


Page  10 


16.  Authorize  the  San  Francisco  Public  Utilities  Commission  Wastewater  Enterprise 

to  accept  and  expend  the  Green  Infrastructure  Leadership  Exchange  2017- 

2018  Collaborative  Grant  in  the  amount  of  $29,000.  The  grant  will  be  used  to 

develop  national  recommendations  for  green  stormwater  infrastructure 

monitoring  and  hydraulic  modeling.  (Resolution  17-0252) 

On  Motion  to  approve  item  1 6: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

17.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  the  Port  of  San  Francisco  to  occupy  Seawall  Lot  345  (SWL- 

3451  to  construct,  operate,  and  maintain  Mariposa  Pump  Station  for  a  $502,294 

lump-sum  rental  payment  to  the  Port  for  a  30  year  term.  (Resolution  17-0253) 

On  Motion  to  approve  item  1 7: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

18.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  second  amendment  to  the  Site  License  Agreement  dated  October  6, 

2015  between  TriStar  Investors  LLC  and  the  City  and  County  of  San  Francisco, 

acting  through  the  SFPUC.  reflecting  the  new  terms  regarding  the  SFPUC’s 

use  of  a  telecommunications  tower  located  at  2201  Blue  Gum  Avenue  in 

Modesto,  California,  subject  to  Board  of  Supervisors  approval  pursuant  to 

Charter  Section  9.118.  The  Second  Amendment  provides  for  SFPUC  to  locate 

additional  telecommunications  eguipment  on  the  Premises  and  a  corresponding 

$6,600  increase  in  the  annual  license  fee  effective  as  of  June  1 , 201 7,  for  a 

new  annual  license  fee  of  $25,758,  subject  to  three  percent  annual  fee 

increases.  (Resolution  1 7-0254) 

On  Motion  to  approve  item  18: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

19.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

between  the  Treasure  Island  Development  Authority  and  the  SFPUC  to 

continue  to  provide  utility  services  for  Naval  Station  Treasure  Island. 

(Resolution  17-0255) 

On  Motion  to  approve  item  19: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 
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20.  Authorize  the  General  Manager  to  solicit  applications  for,  negotiate,  and 

execute,  approximately  15  to  25  Project  Learning  Partnership  Grant  Agreements 

with  qualified  selected  local  community-based  nonprofit  organizations  and/or 

educational  institutions  to  support  San  Francisco  youth  and  young  adults  who 

will  engage  in  SFPUC  project-based  service  learning  opportunities.  Each  grant 

agreement  will  provide  approximately  $25,000  in  grant  funds  per  year  to  the 

grantee  and  have  a  maximum  duration  of  three  years.  The  cumulative  amount  of 

grant  funds  to  be  awarded  under  the  program  shall  not  exceed  $1 ,800,000  over 

the  three-vear  period  ($600,000  per  year).  (Resolution  17-0256) 

Commissioner  Courtney  expressed  support  for  the  item. 

On  Motion  to  approve  item  20: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

No  public  comment. 

The  Commission  Secretary  read  Closed  Session  items  22  and  23  and  stated 
items  25  through  31  would  not  be  heard. 

21.  Public  Comment  on  matters  to  be  discussed  during  Closed  Session. 

None. 

22.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 

listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 
The  Commission  entered  Closed  Session  at  3:14  PM. 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (dl  (41  and  San  Francisco  Administrative  Code  Section  67.10 

M 

Anticipated  Litigation: _ as  defendant _ 2 _ as  Plaintiff 

24.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation 

David  Alfaro,  etal.  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  No.:  CGC-1 5-547492 

Date  Filed:  August  20,  2015 

Proposed  partial  settlement  of  action  as  to  the  property  damage  claims  of  the 

following  plaintiffs:  (1)  David  &  Jessica  Alfaro  ($75,000):  (2)  Bainknour  1701 

LLC  ($34,284.59);  (3)  Cesar  and  Fe  Ponferrada  ($34,000);  and  (4)  Rizaldi 

Gache  ($65,000). 

(Resolutions  17-0257;  17-0258;  17-0259;  17-0260) 
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25. 


Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Tariff  Withdrawal  per  35.15:  Notice  of  Termination  of  the  1987  CCSF 
Interconnection  Agreement  -  PG&E  Rate  Schedule  FERC  No.  114  to  be 
effective  6/30/15. 

Case  No.:  ER1 5-702-000/Date  Filed:  December  23,  2014 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 

(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Tariff  Withdrawal  per  35.1 5:  Notice  of  Termination  of  The  CCSF  Facilities 
Charge  Agreement  for  Moscone  to  be  effective  6/30/15. 

Case  No.:  ER1 5-703-000/Date  Filed  December  23,  2014 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Transmission  Owner  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-705-000/Date  Filed:  December  23,  2014 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)  (1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

§205(d)  rate  filing  per  35.13  (a)(2)(iii):  City  and  County  of  San  Francisco 
Wholesale 

Distribution  Tariff  Replacement  Agreements  to  be  effective  7/1/15 
Case  No.:  ER1 5-704-000/Date  Filed:  December  23,  2014 

29.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

Pacific  Gas  &  Electric 

Federal  Energy  Regulatory  Commission 

Notice  of  Termination  of  Facilities  Charge  Agreements  between  PG&E  and  the 
City  and  County  of  San  Francisco 
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Case  No.:  ER  15-735-000/Date  Filed:  December  23,  2014 


30.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric 
Federal  Energy  Regulatory  Commission 

Complaint  under  Sections  206  and  306  of  the  Federal  Power  Act. 

Case  No.:  ELI  5-3-000/Date  Filed:  October  9,  2014 

31 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government 
Code  Section  54957  and  San  Francisco  Administrative  Code  Section  67.10  (a) 

The  Commission  exited  Closed  Session  at  2:15  PM. 

32.  Announcement  following  Closed  Session. 

Settlements  reached  on  item  24. 

33.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

pursuant  to  S.F.  Administrative  Code  Section  67.12(a). 

On  Motion  to  assert: 

Ayes:  Kwon,  Courtney,  Caen,  Vietor  and  Moran 

34.  Other  New  Business 

President  Kwon  announced  the  cancellation  of  the  meeting  of  December  26. 

35.  Adjournment 

President  Kwon  adjourned  the  meeting  in  memory  of  Mayor  Lee  at  3:52  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0236 


WHEREAS,  On  November  13,  2012,  this  Commission  awarded  Agreement  No.  CS- 
203.B,  Wastewater  and  Stormwater  Technical  Services,  in  order  to  provide  as-needed  specialized 
and  technical  services  for  the  Wastewater  Enterprise,  and  authorized  the  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a  professional  services 
agreement  in  the  amount  of  $4,000,000  with  a  term  of  five  years,  with  Brown  &  Caldwell  -  SRT, 
Joint  Venture;  and 

WHEREAS,  On  April  18,  2016,  SFPUC  staff  issued  Amendment  No.  1  to  extend  the 
total  agreement  duration  by  three  months  to  five  years,  two  months  to  account  for  delays  in 
contract  certification;  and 

WHEREAS,  On  December  13,  2016,  the  Commision  approved,  by  Resolution  No.  lb- 
0239,  Amendment  No.  2  increasing  the  contract  amount  by  $1,000,000  for  a  total  not-to-exceed 
agreement  amount  of  $5,000,000,  in  order  to  continue  provide  as-needed  specialized  and 
technical  services  for  the  Wastewater  Enterprise;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  for  one  year,  for  a  total  agreement 
duration  of  six  years  and  two  months,  in  accordance  with  the  Request  for  Proposals,  which 
provided  for  a  term  of  up  to  nine  years  for  the  Agreement;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  subconsulting 
requirement  of  15%  Local  Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services 
to  be  provided)  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  SFPUC  Wastewater 
Enterprise’s  annual  operating  and  capital  budgets,  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  Agreement 
No.  CS-203.B,  Wastewater  and  Stormwater  Technical  Services,  and  authorizes  the  General 
Manager  of  the  SFPUC  to  negotiate  and  execute  this  amendment  to  extend  the  agreement  by  one 
year,  for  a  total  agreement  duration  of  six  years  and  two  months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0237 


WHEREAS,  On  November  13,  2012,  this  Commission  awarded  Agreement  No.  CS- 
203.D,  Wastewater  and  Stormwater  Technical  Services,  in  order  to  provide  as-needed 
specialized  and  technical  services  for  the  Wastewater  Enterprise,  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a  professional 
services  agreement  in  the  amount  of  $4,000,000  and  with  a  term  of  five  years,  with 
Kennedy/Jenks  Consultants- WRE,  Joint  Venture;  and 

WHEREAS,  On  April  18,  2016,  SFPUC  staff  issued  Amendment  No.  1  to  increase  the 
agreement  by  $209,475,  for  a  total  not-to-exceed  amount  of  $4,209,475,  and  to  extend  the  total 
agreement  duration  to  five  years,  two  months  to  account  for  delays  in  contract  certification;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  increase  the  agreement  by  $790,525 
and  to  extend  the  term  of  the  agreement  by  one  year,  for  a  total  not-to-exceed  amount  of 
$5,000,000  and  a  total  agreement  duration  of  six  years  and  two  months,  in  order  to  continue  to 
provide  as-needed  specialized  and  technical  services  for  the  Wastewater  Enterprise  in 
accordance  with  the  Request  for  Proposals,  which  provided  for  a  term  of  up  to  nine  years  for  the 
Agreement;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  subconsulting 
requirement  of  15%  Local  Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services 
to  be  provided)  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  SFPUC  Wastewater 
Enterprise’s  annual  operating  and  capital  budgets,  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-203.D,  Wastewater  and  Stormwater  Technical  Services,  and  authorizes  the  General 
Manager  of  the  SFPUC  to  negotiate  and  execute  this  amendment,  increasing  the  amount  of  the 
agreement  by  $790,525,  for  a  total  not-to-exceed  agreement  amount  of  $5,000,000,  and  with  a 
time  extension  of  one  year,  for  a  total  agreement  duration  of  six  years  and  two  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0238 


WHEREAS,  On  January  13,  2015,  this  Commission  awarded  Agreement  No.  CS-1004.B, 
Engineering  Design  Services  for  Oceanside  Treatment  Plant  (OSP),  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a 
professional  services  agreement  in  the  amount  of  $3,500,000  and  with  a  term  of  seven  years, 
concluding  on  March  25,  2022,  with  MWH  Americas,  Inc.  (MWH);  and 

WHEREAS,  Amendment  No.  1  was  approved  by  this  Commission  on  July  12,  2016  per 
Resolution  16-0034  for  $1,500,000,  increasing  the  total  not-to-exceed  agreement  amount  to 
$5,000,000,  in  order  to  complete  engineering  design  and  provide  engineering  services  during 
construction  for  the  Westside  Pump  Station  Reliability  Improvements  Project  and  Oceanside 
Treatment  Plant  Digester  Gas  Handling  Utilization  Project;  and 

WHEREAS,  A  Novation  Agreement  substituting  Stantec  Consulting  Services  Inc. 
(Stantec)  for  the  original  consultant,  MWH,  due  to  their  merger  was  approved  by  this 
Commission  on  April  1 1,  2017  per  Resolution  17-0064;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  $1,500,000  increasing  the  total 
not-to-exceed  agreement  amount  to  $6,500,000,  in  order  to  provide  updated  design  and  support 
services,  including  additional  operability  and  maintenance  review,  and  start  up  for  the  Westside 
Pump  Station  Reliability  Improvements  Project  and  OSP  Digester  Gas  Handling  Utilization 
Project;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  subconsulting  requirement 
of  13%  Local  Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be 
provided)  for  this  agreement,  and  the  consultant  is  projected  to  meet  or  exceed  their  overall 
22.50%  LBE  subconsulting  participation  commitment;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  individual  Sewer  System 
Improvement  Program  (SSIP)  Projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  SSIP-funded 
Agreement  No.  CS-1004.B,  Engineering  Design  Services  for  OSP,  with  Stantec,  increasing  the 
agreement  by  $1,500,000,  for  a  total  agreement  amount  of  $6,500,000,  with  no  change  to  the 
agreement  duration,  to  provide  updated  design  and  support  services,  including  additional 
operability  and  maintenance  review,  and  start  up  for  the  Westside  Pump  Station  Reliability 
Improvements  Project  and  OSP  Digester  Gas  Handling  Utilization  Project,  and  authorizes  the 
General  Manager  of  the  SFPUC  to  execute  this  amendment. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  Decer 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0239 


WHEREAS,  On  April  17,  2009,  per  Resolution  No.  09-0064,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades  Project,  to 
Western  Water  Constructors,  Inc.;  and 

WHEREAS,  The  contract  Notice-to-Proceed  was  issued  on  June  1,  2009;  and 

WHEREAS,  The  original  contract  amount  was  $31,584,000  and  the  original  contract 
duration  was  875  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  contract  duration  in  excess  of  10%  of  the  original  contract  duration  be  approved  by 
this  Commission;  and 

WHEREAS,  The  original  approved  10%  contract  contingency  and  the  additional  contract 
contingency  approved  by  this  Commission  on  April  24,  2012,  per  Resolution  No.  12-0067  for 
$610,000  and  235  calendar  days,  increased  the  total  contingency  amount  to  $3,768,400  and  the 
total  contract  duration  contingency  to  322  calendar  days;  and 

WHEREAS,  The  approved  contract  contingency  and  the  additional  contract  contingency 
approved  by  this  Commission  on  August  26,  2014,  per  Resolution  No.  14-0135,  for  $900,000 
and  933  calendar  days,  increased  the  total  contingency  amount  to  $4,668,400  and  the  total 
contract  duration  contingency  to  1,255  calendar  days;  and 

WHEREAS,  The  approved  contract  contingency  and  the  additional  contract  contingency 
approved  by  this  Commission  on  April  14,  2015,  per  Resolution  No.  15-0091,  for  275  calendar 
days,  increased  the  total  contract  duration  contingency  to  1,530  calendar  days;  and 

WHEREAS,  The  approved  contract  contingency  and  the  additional  contract  contingency 
approved  by  this  Commission  on  March  14,  2017,  per  Resolution  No.  17-0045,  for  639  calendar 
days,  increased  the  total  contract  duration  contingency  to  2,169  calendar  days;  and 

WHEREAS,  The  project  has  encountered  the  need  to  complete  the  testing  and  monitoring 
of  the  power  quality  within  the  station’s  pump  starter  equipment  and  to  coordinate  with  the 
equipment  vendor  to  make  necessary  modifications  and/or  repairs,  which  causes  delays;  and 

WHEREAS,  Change  orders  for  cost  approved  to  date  for  this  construction  contract 
amount  to  $4,453,595,  pending  change  orders  amount  to  $0,  potential  change  orders  amount  to 
$0,  and  trends  amount  to  $0;  and 

WHEREAS,  Change  orders  for  duration  approved  to  date  for  this  construction  contract 
amount  to  2,169  days,  pending  change  orders  amount  to  151  days,  potential  change  orders 
amount  to  0  days,  and  trends  amount  to  30  days;  and 

WHEREAS,  The  pending  and  potential  change  orders  and  trends,  if  converted  to 
approved  change  orders,  would  exceed  the  approved  contract  duration  contingency;  and 


WHEREAS,  An  increase  in  the  contract  duration  of  181  consecutive  calendar  days  is 
requested,  subject  to  the  General  Manager’s  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  9%  Local  Business 
Enterprise  (LBE)  subcontractor  participation  goal  for  this  project,  the  contractor  committed  to  an 
LBE  subcontractor  participation  of  9%  with  its  bid  submittal,  and  as  of  October  2017,  the 
contractor  has  achieved  an  LBE  participation  of  9.04%;  and 

WHEREAS,  Funds  are  available  from  Project  CUW30901,  Lake  Merced  Pump  Station 
Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  contract  duration 
contingency  of  up  to  181  consecutive  calendar  days  for  the  Water  Enterprise,  WSIP  funded 
Construction  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrades  Project,  for 
a  total  contract  duration  contingency  of  up  to  2,350  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  duration  of  up  to  3,225  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0240 


WHEREAS,  On  January  13,  2015,  per  Resolution  No.  15-0017,  this  Commission 
approved  the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Contract  No.  WD-2621R,  San  Francisco  Groundwater  Supply  Well  Stations,  to  Western  Water 
Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-to- Proceed  date  was  March  16,  2015;  and 

WHEREAS,  The  original  contract  amount  was  for  $14,955,100  and  the  original  contract 
duration  was  750  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-5  were  issued  increasing  the  contract  amount  by 
$920,022  and  increasing  the  contract  duration  by  247  consecutive  calendar  days  for  design  and 
procurement  of  materials  for  a  shed  at  Sunset  Reservoir;  modifications  to  wall  reinforcement, 
equipment  pad,  and  sump  pit  for  various  well  stations;  substitution  of  chemical  flow  meters 
capable  of  reading  lower  flow  rates;  installation  of  new  domestic  cold  water  services,  additional 
manholes,  gate  valves,  blow-offs,  and  air  valves;  automation  of  the  existing  Motor  Operated 
Valve  (MOV)  at  Lake  Merced  Pump  Station;  installation  and  programming  of  two  (2)  new  active 
and  backup  Programmable  Logic  Controllers  (PLC’s);  installation  of  sodium  hydroxide  (NaOH) 
piping  and  vault  at  Lake  Merced  Pump  Station;  programming  and  implementation  of  NaOH 
dosing  strategy;  installation  of  additional  electrical  boxes  and  conduits;  and  modification  of 
removal  soffit,  increasing  the  contract  amount  to  $15,875,122  and  increasing  the  contract 
duration  to  997  calendar  days;  and 

WHEREAS,  Section  6.22(h)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  duration  in  excess  of  10%  of  the  original  contract  duration  to  complete 
construction  work  be  approved  by  this  Commission;  and 

WHEREAS,  The  original  approved  10%  contract  duration  contingency  and  the  additional 
contract  duration  contingency  approved  by  this  Commission  on  July  25,  2017,  per  Resolution  No. 
17-0167  totals  303  consecutive  calendar  days,  allowing  for  approval  of  any  future  modifications  up 
to  a  total  contract  duration  of  1,053  consecutive  calendar  days;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  of  up  to  334  consecutive 
calendar  days  is  being  requested,  subject  to  the  General  Manager’s  subsequent  authorization  of 
modifications,  if  appropriate,  to  address  potential  operational  complications  due  to 
implementation  of  the  master  Programmable  Logic  Controller  (PLC),  to  repair  pipe  leakage,  and 
to  execute  the  7-day  start-up  test  for  all  four  well  stations  sequentially  before  testing  them 
concurrently;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  subcontracting  goal  of  18%  for  this  construction  contract,  and  the  contractor  committed  to 
a  LBE  participation  of  21.71%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30102  -  San  Francisco 
Groundwater  Supply;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
duration  contingency  of  up  to  334  consecutive  calendar  days  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)  funded  Contract  No.  WD-2621R,  San  Francisco  Groundwater 
Supply  Well  Stations;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the  total 
contract  duration  for  up  to  1,387  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0241 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise  Water  System 
Improvement  Program-funded  Contract  No.  WD-2640,  Bioregional  Habitat  Restoration 
Program,  Goldfish  Pond,  by  the  contractor,  Yerba  Buena  Engineering;  and 

WHEREAS,  On  June  28,  2011,  by  Resolution  No.  11-0098,  this  Commission  awarded 
Contract  No.  WD-2640,  Bioregional  Habitat  Restoration  Program,  Goldfish  Pond  in  the  amount 
of  $3,188,000,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Yerba  Buena 
Engineering;  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  September  19, 
2011,  with  an  original  schedule  of  1,680  consecutive  calendar  days,  and  the  contract  work  was 
completed  on  April  25,  2016;  and 

WHEREAS,  Modification  Nos.  1-11  were  issued  to  provide  water  for  cattle;  deconstruct 
a  piezometer;  install  double  corner  anchoring  braces;  reduce  the  storm  water  risk  level;  install 
erosion  control  matting;  fix  seepage  at  the  stilling  basin;  perform  site  preparation  for  the  water 
tank;  repair  North  End  erosion;  eliminate  burrow  excavation  matting  and  delete  bid  item 
allowances,  which  resulted  in  a  cumulative  deduction  to  the  contract  amount  of  $156,174, 
decreasing  the  contract  amount  to  $3,031,826;  and 

WHEREAS,  Modification  No.  12  (Final)  is  being  requested  for  a  deduction  to  the 
contract  amount  of  $5,162  to  delete  the  remaining  unused  allowance  and  decrease  the  final 
contract  amount  to  $3,026,664;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  made 
a  good  faith  effort  to  comply  with  the  Local  Business  Enterprise  (LBE)  subcontracting  goal  of 
22%  by  achieving  a  final  LBE  participation  of  22.15%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW38802  Bioregional  Habitat 
Restoration;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Yerba  Buena 
Engineering  for  Water  Enterprise  Water  System  Improvement  Program-funded  Contract  No. 
WD-2640,  Bioregional  Habitat  Restoration  Program,  Goldfish  Pond;  approves  Modification  No. 
12  (Final),  reducing  the  contract  amount  by  $5,162  for  a  total  contract  amount  of  $3,026,664; 
and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0242 


WHEREAS,  Construction  has  been  completed  for  Earthquake  Safety  &  Emergency 
Response  Bond  Program  funded  Contract  No.  WD-2746,  Auxiliary  Water  Supply  System  -  New 
Cisterns  E,  by  the  contractor,  Azul  Works,  Inc.;  and 

WHEREAS,  On  July  14,  2015,  by  Resolution  No.  15-0155,  this  Commission  awarded 
Contract  No.  WD-2746,  Auxiliary  Water  Supply  System  New  Cisterns  E,  to  the  lowest,  qualified 
responsible  and  responsive  bidder,  Azul  Works,  Inc.;  and 

WHEREAS  The  contract  Notice-to-Proceed  date  was  October  5,  2015;  and 

WHEREAS  The  original  contract  amount  was  for  $4,316,950,  and  the  original  contract 
duration  was  455  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-3  were  issued  in  the  amount  of  $57,759  to  address 
various  changes  including  modification  to  ADA  parking,  epoxy  injection,  and  additional  utilities 
support  work,  increasing  the  contract  amount  to  $4,374,709;  and 

WHEREAS,  The  original  approved  10%  contract  contingency  and  the  additional  contract 
duration  contingency  approved  by  this  Commission  on  June  13,  2017,  per  Resolution  No.  17- 
0134  for  200  calendar  days,  raised  the  total  contract  duration  contingency  to  700  calendar  days; 
and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  in  the  amount  of  ($247,855), 
with  an  increase  to  contract  duration  of  219  consecutive  calendar  days,  to  reconcile  final 
payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items  and  to 
reflect  actual  contract  time,  decreasing  the  contract  amount  to  $4,126,854  and  increasing  the  total 
contract  duration  to  674  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  has  determined  that  the  contractor  made 
a  good  faith  effort  to  substantially  comply  with  the  Local  Business  Enterprise  (LBE) 
subcontracting  goal  of  15%  by  achieving  a  final  LBE  participation  of  38.18%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW07  (Project  ID  - 
10029712),  New  Cisterns;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Azul  Works,  Inc. 
for  Earthquake  Safety  &  Emergency  Response  Bond  Program  funded  Contract  No.  WD-2746, 
Auxiliary  Water  Supply  System  New  Cisterns  E;  approves  Modification  No.  4  (Final), 
decreasing  the  contract  amount  by  $247,855,  for  a  total  contract  amount  of  $4,126,854,  with  a 
total  contract  duration  of  674  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0243 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE)  Sewer 
System  Improvement  Program  (SSIP)-funded  Contract  No.  WW-572R,  Westside  Pump  Station 
(WSS)  Discharge  Pipe  Manifold  Upgrade,  by  the  contractor.  Cal  State  Constructors  (CSC);  and 

WHEREAS,  On  June  24,  2014,  by  Resolution  No.  14-0099,  this  Commission  awarded 
Contract  No.  WW-572R,  WSS  Discharge  Pipe  Manifold  Upgrade,  in  the  amount  of  $4,145,047, 
to  the  lowest,  qualified  responsible  and  responsive  bidder.  Cal  State  Constructors  (CSC);  and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  set  for  October  15, 
2014,  with  an  original  schedule  of  720  consecutive  calendar  days  and  the  contract  work  was 
completed  in  893  consecutive  calendar  days  on  March  27,  2017;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,145,047  and  the  original  contract 
duration  was  720  consecutive  calendar  days;  and 

WHEREAS,  Modifications  Nos.  1-2  were  issued  for  $316,443  to  furnish  and  install 
necessary  underground  electrical  utilities  and  repair,  restore  and  replace  equipment  and 
materials  damaged  by  the  pump  station  flooding,  increasing  the  contract  amount  to  $4,461,490; 
and 

WHEREAS,  This  Commission  approved  Modification  No.  3  on  April  25,  2017  by 
Resolution  No.  17-0082  for  ($64,725.01)  to  closeout  allowance  bid  items,  decreasing  the 
contract  amount  to  $4,396,764.52,  and  increasing  the  contract  duration  by  173  consecutive 
calendar  days  to  replace  damaged  mechanical-electrical  equipment  and  associated  facility 
dewatering,  to  furnish  and  install  necessary  electrical  underground  electrical  utilities,  and  to 
repair  contract  furnished  mechanical  equipment,  increasing  the  contract  duration  to  893 
consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  made  a 
good  faith  effort  to  comply  with  the  9%  Local  Business  Enterprise  subcontractor  participation 
goals,  and  recommends  pursuing  contract  closeout;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWS1PTPOP02  Westside  PS 
Reliability  Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  Cal  State 
Constructors  (CSC)  for  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program 
(SSIP)-funded  Contract  No.  WW-572R,  Westside  Pump  Station  (WSS)  Discharge  Pipe  Manifold 
Upgrade,  for  a  total  contract  amount  of  $4,396,764.52,  and  with  a  total  contract  duration  of  893 
consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


S  ,,  mission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0244 


WHEREAS,  On  June  14,  2016,  per  Resolution  No.  16-0113,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  and  Public 
Works  (PW)  Pavement  Renovation  Program-funded  Contract  No.  WW-618,  Richmond/Sunset 
Districts  Sewer  Replacement  and  Pavement  Renovation,  to  D’Arcy  and  Harty  Construction,  Inc.; 
and 

WHEREAS,  The  construction  contract  Notice-to-Proceed  date  was  August  16,  2016;  and 

WHEREAS,  The  original  contract  amount  was  for  $8,881,895  and  the  original  contract 
duration  was  490  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  or  contract  duration  in  excess  of  10%  of  the  original  price  or  duration 
be  approved  by  the  Commission;  and 

WHEREAS,  Potential  change  orders  estimate  an  increase  in  contract  duration  of  up  to 
165  consecutive  calendar  days;  and 

WHEREAS,  This  potential  change  order,  if  converted  to  a  change  order,  would  exceed 
by  1 16  days  the  pre-appro ved  10%  construction  duration  contingency  of  49  consecutive  calendar 
days;  and 

WHEREAS,  An  increase  in  the  contract  duration  contingency  in  the  amount  of  116 
consecutive  calendar  days  is  requested  for  additional  time  to  redesign  the  sewer  work  on  9th 
Avenue  from  Geary  Blvd.  to  Clement  St.  due  to  discovery  of  an  unmarked  AT&T  duct  bank 
during  sewer  excavation  work,  for  rescheduling  of  contract  work  at  two  locations  along  Judah 
Street  to  coincide  with  planned  MUNI  Light  Rail  Vehicle  shutdowns  to  minimize  impact  to 
MUNI  service  and  disruption  to  the  public,  and  for  rescheduling  of  sewer  work  at  9th  Avenue 
and  California  Street  because  MUNI  was  not  able  to  provide  construction  support  services  as 
originally  scheduled;  and 

WHEREAS,  On  April  1 1,  2016,  the  Planning  Department  determined  that  the  project  is 
exempt  under  Section  15302,  Class  2  (Replacement  or  Reconstruction)  of  the  California 
Environmental  Quality  Act;  and 

WHEREAS,  The  Contract  Monitoring  Division  established  a  Local  Business  Enterprise 
(LBE)  participation  requirement  of  20%  for  this  construction  contract,  and  the  contractor 
committed  to  a  LBE  subcontracting  participation  of  20.78%  with  its  bid  submittal;  and 

WHEREAS,  Funds  are  available  from  PUC  WWE  R&R  Project  No.  10015661, 
Richmond/Sunset  Districts  Sewer  Replacement  and  PW  Project  No.  10002455, 
Richmond/Sunset  Districts  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  in  the  contract  duration 
contingency  in  the  amount  of  1 16  consecutive  calendar  days  for  WWE,  R&R  and  PW  Pavement 
Renovation  Program  funded  Contract  No.  WW-618,  Richmond/Sunset  Districts  Sewer 
Replacement  and  Pavement  Renovation,  with  D’Arcy  and  Harty  Construction,  Inc.;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider  and,  if  appropriate,  approve  future  modifications  for  a  total  contract  duration  of  up  to 
655  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Seer 


Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0245 


WHEREAS,  Wastewater  Enterprise,  Renewal  and  Replacement  Treatment  Facilities 
Program  funded  Contract  No.  WW-643R,  Oceanside  Water  Pollution  Control  Plant  Building  620 
Safety  Improvements,  was  advertised  on  September  19,  2017;  and 

WHEREAS,  The  Engineer’s  Estimate  is  $2,200,000  for  this  construction  contract  work  to 
perform  selective  hazardous  paint  mitigation  and  mechanical  equipment  removal  and 
replacement;  and 

WHEREAS,  The  contract  duration  is  455  consecutive  calendar  days  (approximately  one 
year  and  three  months);  and 

WHEREAS,  This  project  does  not  constitute  a  "project"  under  the  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  the  project  no  has  potential  to 
result  in  a  physical  change  in  the  environment;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  October  12,  2017;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Trinet  Construction,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  a  Local  Business  Enterprise  (LBE)  subcontracting  requirement  of 
20%  established  for  this  contract,  and  the  contractor  committed  to  a  LBE  participation  rate  of 
20.02%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City’s  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRTF92,  OSP  Digester 
Recirculation  Pump;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  Renewal  and  Replacement  Treatment  Facilities  Program-funded 
Contract  No.  WW-643R,  Oceanside  Water  Pollution  Control  Plant  Building  620  Safety 
Improvements,  in  the  amount  of  $2,156,000,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Trinet  Construction  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0246 


WHEREAS,  Until  December  2016,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  had  exclusive  jurisdiction  over  the  entirety  of  San  Francisco  Block  4343/Lot  031, 
Block  4343/Lot  018,  and  Block  4346/Lots  001  and  001 A  (the  Napoleon  Site),  which  are 
bounded  by  Napoleon  Street,  Evans  Avenue  and  Cesar  Chavez  Street;  and 

WHEREAS,  The  SFPUC  owns,  operates,  and  maintains  extensive  subsurface  wastewater 
facilities  (Wastewater  Facilities)  beneath  the  Napoleon  Site  and  has  no  surface  structures  on  the 
Site;  and 

WHEREAS,  The  San  Francisco  Department  of  Public  Works  (Public  Works)  maintains  a 
facility  located  on  a  portion  of,  and  adjacent  to,  the  Napoleon  Site  on  Cesar  Chavez  Street  near 
Evans  Avenue  (DPW  Yard)  for  its  operational  vehicles,  equipment,  and  storage;  and 

WHEREAS,  On  February  22,  2000,  by  Resolution  No.  00-0064,  the  SFPUC  authorized 
execution  of  a  revocable  permit  (2000  Permit)  to  Public  Works,  as  permittee.  Pursuant  to  the 
2000  Permit,  Public  Works  uses  a  portion  of  the  Napoleon  Site  (2000  Permit  Area)  for 
equipment  and  materials  storage  and  parking  without  payment  of  a  use  fee.  The  2000  Permit 
Area  constitutes  a  portion  of  the  DPW  Yard;  and 

WHEREAS,  On  October  25,  2016,  the  SFPUC,  by  Resolution  No.  16-0228,  authorized 
the  General  Manager  to  negotiate  and  execute  a  Memorandum  of  Understanding  (MOU)  with  the 
San  Francisco  Public  Works  Department,  subject  to  Board  of  Supervisors’  approval,  to  provide 
for  a  jurisdictional  transfer  of  a  59,132  square-foot  portion  of  the  Napoleon  Site  to  Public  Works 
in  exchange  for  the  jurisdictional  transfer  by  Public  Works  to  the  SFPUC  of  the  64,340  square- 
foot  property  under  its  jurisdiction  located  at  1801  Jerrold  Avenue  in  San  Francisco,  commonly 
known  as  the  Asphalt  Plant  Site  (Asphalt  Plant)  based  on  substantially  equivalent  fair  market 
value  appraisals  of  the  two  properties  (subject  to  appropriate  restrictions  regarding  the  use  of, 
and  access  to  the  Wastewater  Facilities),;  and 

WHEREAS,  On  December  16,  2016,  the  Mayor  signed  Board  of  Supervisors  Resolution 
516-16  approving  the  jurisdictional  transfer  of  the  Asphalt  Plant  to  SFPUC  and  approximately 
59,132  square  feet  of  the  Napoleon  Site  to  Public  Works,  subject  to  the  terms  and  conditions  of 
the  MOU  between  SFPUC  and  Public  Works;  and 

WHEREAS,  The  MOU  provides  that  the  SFPUC  will  enter  into  a  new  license  (License) 
with  Public  Works  to  replace  the  2000  Permit  to  document  that,  after  the  post-jurisdictional 
exchange  pursuant  to  the  MOU,  the  size  of  the  parcel  under  the  SFPUC’ s  jurisdiction  (  SFPUC 
Remainder  Parcel)  being  licensed  to  Public  Works  is  smaller  than  the  size  of  the  2000  Permit 
Area;  and 

WHEREAS,  The  SFPUC  Remainder  Parcel  is  subject  to  the  Wastewater  Facilities  and 
multiple  access,  roadway,  and  utility  easements  (Easements)  in  favor  of  the  owners  of  the 
privately-owned  property.  Pacific  Gas  and  Electric  Company  (PG&E),  and  the  San  Francisco 
Fire  Department;  and 


WHEREAS,  It  is  impractical  to  market  the  SFPUC  Remainder  Parcel  for  use  by  third 
parties  because  of  (i)  its  irregular  configuration;  (ii)  the  presence  of  subsurface  Wastewater 
Facilities;  (iii)  its  immediate  unfenced  proximity  to  the  DPW  Yard;  and  (iv)  the  fact  that  it 
encumbered  by  the  Easements;  and 

WHEREAS,  Public  Works  proposes  to  use  the  licensed  premises  for  the  same  uses 
permitted  under  the  2000  Permit,  namely  for  Public  Works  employee  parking,  and  storage  of 
landscaping  materials  and  equipment;  and 

WHEREAS,  Public  Works’  landscaping  materials  support,  in  part,  the  SFPUC’s  Urban 
Watershed  Management  Program,  which  incorporates  the  latest  best  practices  in  green 
infrastructure  design  to  manage  stormwater  drainage.  Public  Works’  use  thus  supports  a  SFPUC 
utility  use  and  transfers  the  cost  of  maintaining  the  SFPUC  Remainder  Parcel  to  Public  Works; 
and 

WHEREAS,  The  SFPUC  will  not  charge  an  annual  use  fee  because  (1)  Public  Works  has 
agreed  in  the  new  license  to  maintain  the  SFPUC  Remainder  Parcel,  thereby  saving  the  SFPUC 
the  costs  of  maintenance;  (2)  the  several  Easements  for  access  encumbering  the  SFPUC 
Remainder  Parcel  render  the  fair  market  value  of  the  SFPUC  Remainder  Parcel  almost  negligible 
to  a  third  party  tenant  or  licensee;  and  (3)  Public  Works’  landscaping  materials  supports  a 
SFPUC  utility  purpose;  and 

WHEREAS,  This  action  does  not  constitute  a  project  under  California  Environmental 
Quality  Act  (CEQA)  Section  15378  because  there  would  be  no  physical  change  in  the 
environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  this  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  December  12,  2017. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0247 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
presently  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
commonly  known  as  (1)  approximately  225  square  feet  of  SFPUC  Parcel  No.  31 -A,  located 
along  the  Crystal  Springs  Trail  entering  from  the  SFPUC  Runnymede  Gate,  at  the  intersection  of 
Runnymede  Road  and  Raymundo  Drive,  Woodside,  California  (Runnymede  Premises);  (2) 
approximately  300  square  feet  of  SFPUC  Parcel  No.  31,  located  off  of  Highway  92  and  Old 
Canada  Road,  adjacent  to  the  Upper  Crystal  Springs  Cottage,  San  Mateo,  California  (San  Mateo 
Premises),  and  (3)  approximately  150  square  feet  of  SFPUC  Parcel  No.  65,  entering  from  the 
SFPUC  gate  located  at  11640  Pleasanton  Sunol  Road,  Sunol,  California.  (The  Tank  Hill 
Premises,  together  with  the  Runnymede  Premises  and  the  San  Mateo  Premises,  are  hereinafter 
referred  to  as  the  Premises);  and 

WHEREAS,  PTI  US  Development  Sites  I,  LLC,  a  Delaware  limited  liability  company 
(PTI),  as  the  successor-in-interest  to  T-Mobile,  acquired  antenna  facilities  and  other  equipment 
for  the  transmission  and  reception  of  radio  communications  signals  (Existing  Improvements)  as  a 
part  of  a  larger  communications  tower  portfolio  acquisition  in  November  of  2015;  and 

WHEREAS,  PTI  desires  to  enter  into  three  leases  (collectively,  the  Leases)  with  the 
SFPUC  for  the  installation,  maintenance,  repair  and  operation  of  radio  communications  facilities, 
including:  (1)  a  lease  (Runnymeade  Lease)  to  use  the  Runnymede  Premises  at  a  rent  of 
$57,630.84  for  the  first  lease  year;  (2)  a  lease  (San  Mateo  Lease)  to  use  San  Mateo  Premises  at  a 
rent  of  $55,592.52  during  the  first  lease  year;  and  (3)  a  lease  (Tank  Hill  Lease)  to  use  the  Tank 
Hill  Premises  at  a  rent  of  $55,592.52  during  the  first  lease  year.  The  rent  for  each  lease  is  subject 
to  four-percent  annual  increases;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  the  Leases;  and 

WHEREAS,  Execution  of  the  Leases  does  not  constitute  a  project  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no 
physical  change  in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  the  Leases;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Leases;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  Leases;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  amendments  or  modifications  to  these  Leases,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Leases  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  17-0248 


WHEREAS,  The  San  Francisco  Municipal  Transportation  Agency  (SFMTA)  Board  of 
Directors  approved  Contract  No.  1236R  to  construct  the  Mission  Bay  Loop  Project  to  install 
trackwork  around  the  3rd  Street/18th  Street/Illinois  Street/19th  Street  block  to  create  a  short  line 
loop  for  the  T-Line  (“Project);  and 

WHEREAS,  SFMTA  issued  Notice  to  Proceed  for  Contract  No.  1236R  on  May  16,  2016; 
and 

WHEREAS,  In  order  to  construct  the  Project,  rehabilitating,  relocating  or  replacing 
various  existing  San  Francisco  Public  Utilities  Commission  (SFPUC)  assets  on  Illinois  Street 
that  are  under  the  jurisdiction  of  SFPUC  is  necessary  to  help  mitigate  future  operations  and 
maintenance  challenges  and  minimize  future  resource  expenditures;  and 

WHEREAS,  SFPUC  will  bear  or  share  the  costs  for  rebuilding  12-inch,  14-inch,  and  24- 
inch  diameter  high  density  polyethylene  (HDPE)  pipe;  535  linear  feet  of  steel  casing;  193  linear 
feet  of  20-inch  ductile  iron  pipe  (DIP)  per  Exhibit  C  (“sewer  work”);  and 

WHEREAS,  Any  field  changes  or  change  orders  that  will  impact  SFPUC  costs  will  have 
to  be  reviewed  and  approved  by  the  SFPUC;  and 

WHEREAS,  The  estimated  cost  of  services  is  $434,652  for  sewer  work;  and 

WHEREAS,  The  above  cost  shares  include  bid  amounts,  soft  costs  and  construction 
contingency;  and 

WHEREAS,  This  MOU  establishes  a  cost  sharing  arrangement  between  SFPUC  and 
SFMTA  to  reimburse  SFMTA  for  the  costs  associated  with  the  sewer  work  under  Contract  No. 
1236R;  and 

WHEREAS,  The  cost  share  percentages  were  determined  by  calculating  the  ratio  of  the 
linear  footage  of  the  SFPUC  Sewer  Work  and  the  linear  footage  of  the  total  Sewer  Work.  These 
percentages  were  applied  to  the  bid  costs  to  determine  the  SFPUC  contribution  to  the 
construction.  The  applicable  cost  share  percentage  will  be  applied  to  any  change  orders,  and  will 
be  reviewed  and  approved  by  the  SFPUC;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CWWSIPCSSR08  -  Mission  Bay  Loop  Sewer  Improvement;  and 

WHEREAS,  On  December  3,  1998,  the  Planning  Commission  certified  the  Final 
Environmental  Impact  Report/Environmental  Impact  Statement  (FEER/EIS)  for  the  Third  Street 
Light  Rail  Project,  which  included  consideration  of  the  relocation  of  the  sewer  facilities  on 
Illinois  Street  between  18th  Street  and  19th  Street,  by  Motion  No.  14742,  and  on  October  12, 
2012,  the  Planning  Department  determined  that  no  further  assessment  or  supplemental  or  subsequent 
EIR  was  required  under  the  California  Environmental  Quality  Act  (CEQA)  for  the  Project  under 
CEQA  Guidelines  Sections  151 62(a)-(d),  Section  15 163(a)-(e)  and  15 164(a)-(e);  and  on  August  27, 


2014,  the  Planning  Department  further  determined  that  there  were  no  circumstances  occurring  since 
October  2012  that  would  require  additional  environmental  review  under  the  above-referenced  CEQA 
Guidelines;  and 

WHEREAS,  On  September  16,  2014,  the  MTA  Board  of  Directors,  by  Resolution  No.  14- 
141,  approved  the  project  and  adopted  CEQA  findings;  and 

WHEREAS,  The  project  files,  including  the  FEIR/EIS  and  the  MTA  Resolution  No.  14-141 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  these  files  can  be  accessed  at 
the  Planning  Department,  1600  Mission  Street,  San  Francisco,  94131,  and  these  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in  the 
EIR/EIS,  the  findings  contained  in  the  MTA  Resolution  No.  14-141  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  and  other 
experts,  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  EIR/EIS  and  record  as  a 
whole,  finds  that  the  FEIR/EIS  is  adequate  for  its  use  as  the  decision-making  body  the  action  for  this 
MOU  and  incorporates  the  CEQA  findings  contained  in  Resolution  No.  14-141  by  this  reference 
thereto  as  though  set  forth  in  this  Resolution;  and  be  it  further 

RESOLVED,  This  Commission  further  finds  that  since  the  FEIR/EIS  was  finalized,  there 
have  been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances  that 
would  require  major  revisions  to  the  FEIR/EIS  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts,  and 
there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set  forth  in 
the  FEIR/EIS;  and  now,  therefore,  be  it  further 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Understanding  with 
SFMTA  to  reimburse  SFTMA  for  costs  incurred  for  sewer  work  performed  done  in  conjunction 
with  the  Mission  Bay  Loop  Project  for  an  amount  not-to-exceed  $434,652. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0249 


WHEREAS,  On  June  11,  2013,  per  Resolution  No.  13-0098,  this  Commission  approved 
the  Floodwater  Management  Grant  Program  (“Grant  Program”)  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  or  his  designee  to  execute 
Grant  Agreements  with  San  Francisco  property  owners  for  grant  assistance  to  install  specified 
improvements  to  their  properties  to  lower  their  risk  of  damage/harm  due  to  flooding  caused  by 
rainstorms,  subject  to  the  availability  of  funding;  and 

WHEREAS,  The  original  budget  allocation  was  $250,000  from  the  Fiscal  Year  2014 
Wastewater  Enterprise  (WWE)  budget,  with  future  funding  to  be  re-evaluated  and  separately 
approved;  and 

WHEREAS,  On  July  14,  2015,  per  Resolution  No.  15-0158,  this  Commission  approved 
modifications  to  the  Grant  Program,  including  increasing  the  overall  program  allocation  to 
$2,000,000,  subject  to  the  budgetary  and  fiscal  provisions  of  the  Charter;  and 

WHEREAS,  Since  Fiscal  Year  2016,  the  Board  of  Supervisors  has  approved  $250,000 
each  year  in  the  WWE  budget  for  the  Grant  Program;  and 

WHEREAS,  On  October  24,  2017,  per  Resolution  No.  17-0217,  this  Commission 
increased  the  funding  allocation  for  the  Grant  Program  in  this  Fiscal  Year  2018  to  $1,750,000 
and  directed  an  increased  budget  of  $2,000,000  per  year  in  the  biennial  budget  recommendation 
for  Fiscal  Years  2019  and  2020;  and 

WHEREAS,  Grant  applications  have  been  accepted  since  July  2013  and  will  continue  to 
be  awarded  on  a  first-come  first-served  basis;  and 

WHEREAS,  SFPUC  staff  has  widely  promoted  this  Grant  Program  through  outreach  in 
recent  months  in  preparation  for  this  rainy  season,  and  intends  to  continue  outreach  in  the 
coming  months;  and 

WHEREAS,  Modifications  of  the  Grant  Program  are  being  requested  to  expand  the  types 
of  projects  eligible  for  grant  funding,  increase  the  allowable  grant  funds  from  $30,000  to 
$100,000  per  property,  provide  grant  funding  to  grantees  in  installment  payments,  increase  the 
SFPUC’ s  cost  share  from  80%  to  90%  for  owner-occupied  homes  and  from  80%  to  100%  for 
homeowners  demonstrating  financial  hardship,  and  increase  technical  and  administrative 
assistance  to  applicants;  and 

WHEREAS,  This  action  does  not  constitute  a  “Project”  under  California  Environmental 
Quality  Act  (CEQA)  Guidelines  Section  15378(b)(4)  because  the  proposed  Grant  Assistance 
Program  creates  a  government  funding  mechanism  which  does  not  involve  commitment  to  any 
specific  project  which  may  result  in  a  potentially  significant  physical  impact  on  the  environment. 
At  the  present  time,  it  is  not  practical  to  identify  specific  structures  that  may  qualify  for  grants 
for  exterior  projects;  however,  changes  to  character-defining  exterior  features  of  individual 
buildings  may  be  subject  to  subsequent  environmental  review  during  the  building  permit 


application  review  process.  Under  the  Grant  Guidelines  and  Terms,  project  applications 
reviewed  by  the  SFPUC  will  be  granted  preliminary  funding  approval  but  final  grant  approval 
will  be  contingent  upon  issuance  of  necessary  permits  and  compliance  with  CEQA;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  proposed  modifications  to  the 
Grant  Program  to  expand  the  types  of  projects  eligible  for  grant  funding  per  the  attached  list  of 
Example  Concepts,  increase  the  cap  on  grant  funds  from  $30,000  to  up  to  $100,000  per  property, 
provide  grant  funding  to  grantees  in  installment  payments,  increase  the  SFPUC’ s  cost  share  for 
projects  from  80%  to  90%  for  owner-occupied  homes  and  from  80%  to  100%  for  homeowners 
demonstrating  financial  hardship  subject  to  the  $100,000  cap,  and  increase  technical  and 
administrative  assistance  to  applicants;  and  authorizes  the  General  Manager  of  the  SFPUC  or  his 
designee  to  execute  Grant  Agreements  with  property  owners  who  have  an  active  SFPUC  account 
for  wastewater  services  under  the  modified  program,  subject  to  the  ability  of  funding. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.: _ 17-0250 

WHEREAS,  At  a  duly  called  and  held  election  on  November  5,  2002,  a  majority 
of  voters  voting  on  the  measure  approved  Proposition  E  (“Proposition  E  of  2002”)  which, 
among  other  things,  amended  the  Charter  of  the  City  and  County  of  San  Francisco  (the 
“City”)  to  authorize  the  Public  Utilities  Commission  (the  “Commission”)  of  the  City  to 
issue  revenue  bonds,  including  notes,  commercial  paper  or  other  forms  of  indebtedness, 
when  authorized  by  ordinance  approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors 
of  the  City  (the  “Board”),  for  the  purpose  of  reconstructing,  replacing,  expanding, 
repairing  or  improving  water  facilities  under  the  jurisdiction  of  the  Commission,  subject 
to  satisfaction  of  certain  conditions;  and 

WHEREAS,  The  authority  to  issue  revenue  bonds  pursuant  to  Proposition  E  of 
2002  is  expressly  notwithstanding,  and  in  addition  to,  the  authority  granted  to  the  Board 
under  Section  9.107  of  the  City  Charter  (hereinafter  the  “Charter”),  to  provide  for  the 
issuance  of  revenue  bonds  of  the  City  upon  the  assent  of  a  majority  of  the  voters  upon 
any  proposition  for  the  issuance  of  revenue  bonds;  and 

WHEREAS,  At  the  duly  called  and  held  revenue  bond  election  on  November  5, 
2002,  a  majority  of  voters  voting  on  the  measure  further  approved,  under  the  authority  of 
Charter  Section  9.107,  Proposition  A  (“Proposition  A  of  2002”)  which,  among  other 
things,  authorized  the  Commission  of  the  City  to  issue  its  revenue  bonds  and/or  other 
forms  of  revenue  financing  in  a  principal  amount  not  to  exceed  $1,628,000,000  (such 
authorized  amount  being  subject  to  reduction  to  the  extent  projects  designed  and  intended 
in  substantial  part  to  improve  the  reliability  of  the  City’s  regional  water  system  are  issued 
by  the  San  Francisco  Bay  Area  Regional  Water  System  Financing  Authority)  for  the 
purpose  of  financing  the  costs  of  acquisition  and  construction  of  improvements  to  the 
City’s  water  system,  capitalized  interest  and  all  costs  and  expenses  incidental  to  such 
improvements,  including  but  not  limited  to  engineering,  inspection,  auditing,  legal  and 
fiscal  agent  fees  and  costs  of  issuance;  and 

WHEREAS,  Pursuant  to  Proposition  E  of  2002,  Proposition  A  of  2002,  or,  as 
applicable.  Section  9.109,  and  various  ordinances  and  resolutions  adopted  by  the  Board 
and  this  Commission  thereunder  (collectively,  the  “Authorizing  Legislation”),  there  is 
outstanding  (as  of  November  1,  2017)  $4,581,929,000  aggregate  principal  amount  of 
water  revenue  bonds;  and 

WHEREAS,  Section  9.109  of  the  Charter  authorizes  the  Board  to  provide  for  the 
issuance  of  revenue  refunding  bonds,  for  which  no  voter  approval  is  required,  for  the 
purpose  of  refunding  any  outstanding  revenue  bonds  of  the  City  provided  such  refunding 
bonds  are  expected  to  result  in  net  debt  service  savings  to  the  City  on  a  present  value 
basis,  calculated  as  provided  by  ordinance;  and 


WHEREAS,  It  is  proposed  that  the  Commission  issue  one  or  more  series  of  water 
revenue  refunding  bonds  for  the  principal  purpose  of  refunding  for  debt  service  savings 
outstanding  water  revenue  bonds  in  an  aggregate  principal  amount  not  to  exceed  $900 
million  and  subject  to  the  other  limitations  as  provided  herein  (the  “Refunding  Bonds”), 
pursuant  to  the  terms  of  that  certain  Amended  and  Restated  Indenture,  dated  as  of 
August  1,  2002  (as  the  same  has  been  further  amended  and  supplemented,  the 
“Indenture”),  by  and  between  the  Commission  and  U.S.  Bank  National  Association,  as 
trustee  (the  “Trustee”),  and  one  or  more  additional  supplemental  indentures  as  herein 
provided;  and 

WHEREAS,  The  refunding  of  certain  of  the  Commission’s  outstanding  water 
revenue  bonds  as  proposed  is  to  be  accomplished  by  depositing  proceeds  of  the 
Refunding  Bonds  and  certain  other  amounts  in  one  or  more  irrevocable  escrow  funds, 
each  established  and  held  in  trust  by  the  trustee  for  the  bonds  to  be  refunded  pursuant  to 
one  or  more  escrow  agreements  between  the  Commission  and  said  trustee  (each,  an 
“Escrow  Agreement”),  which  moneys  and  the  investment  income  thereon  are  to  be 
applied  to  pay  the  principal  of  and  the  interest  and  redemption  premium,  if  any,  on  the 
applicable  bonds  to  be  refunded  as  provided  therein;  and 

WHEREAS,  It  is  proposed  that  the  Refunding  Bonds  be  issued  in  one  or  more 
series  as  obligations  the  interest  on  which  may  or  may  not  be  exempt  from  federal 
income  tax,  each  pursuant  to  one  or  more  supplemental  indentures,  between  the 
Commission  and  the  Trustee  (each,  a  “Supplemental  Indenture”);  and 

WHEREAS,  It  is  further  proposed  that  the  Refunding  Bonds  be  sold  in  a 
negotiated  sale  pursuant  to  a  Bond  Purchase  Contract  (the  “Refunding  Bond  Purchase 
Contract”);  and 

WHEREAS,  It  is  proposed  that  a  preliminary  official  statements  for  the 
Refunding  Bonds  (the  “Preliminary  Official  Statement”)  and  one  official  statement  for 
the  Refunding  Bonds  (  the  “Official  Statement”)  be  used  in  connection  with  the  offering 
and  sale  of  the  Refunding  Bonds;  and 

WHEREAS,  It  is  proposed  that  a  continuing  disclosure  certificate  (  a  “Continuing 
Disclosure  Certificate”)  be  executed  and  delivered  with  respect  to  the  Refunding  Bonds 
in  order  to  assist  the  purchasers  or  underwriters  thereof  in  complying  with  Securities  and 
Exchange  Commission  Rule  15c2-12  (“Rule  15c2-12”);  and 

WHEREAS,  The  voters  of  the  City  approved  Proposition  P  in  November  2002 
(“Proposition  P”),  pursuant  to  which  this  resolution  and  the  Bonds  are  subject  to  the 
provisions  of  Section  5A.30  et  seq.  (“Public  Utilities  Revenue  Bond  Oversight 
Committee”)  of  Chapter  V  of  the  San  Francisco  Administrative  Code,  including  the 
requirement  that,  to  the  extent  permitted  by  law  and  to  the  extent  not  already  paid  from 
the  proceeds  of  any  previous  issue  of  commercial  paper  or  water  revenue  bonds,  one- 
twentieth  of  one  percent  (0.05%)  of  the  gross  proceeds  of  the  Bonds  (excluding  the 
Refunding  Bonds)  shall  be  deposited  in  a  fund  established  by  the  Office  of  the  Controller 
of  the  City  (the  “Controller’s  Office”)  and  appropriated  by  the  Board  at  the  direction  of 
the  Public  Utilities  Revenue  Bond  Oversight  Committee  to  cover  the  costs  of  said 
committee;  and 


WHEREAS,  The  Commission  has  been  presented  with  and  has  examined  the 
proposed  form  of  Supplemental  Indenture  for  the  Refunding  Bonds,  and  form  of  a 
Refunding  Bond  Purchase  Contract,  an  Escrow  Agreement,  an  Official  Statement  and  a 
Continuing  Disclosure  Certificate;  and 

WHEREAS,  Without  further  approval  of  the  Board,  but  subject  to  the 
requirements  set  forth  in  applicable  Board  resolutions  and  ordinances  and  the 
requirements  of  the  Indenture,  the  Commission  is  duly  authorized  and  empowered, 
pursuant  to  each  and  every  requirement  of  law,  to  authorize  the  foregoing  transactions 
and  issue  the  Refunding  Bonds  and  to  authorize  the  execution  and  delivery  (as 
applicable)  of  a  Bond  Purchase  Contract,  an  Official  Statement,  an  Escrow  Agreement,  a 
Continuing  Disclosure  Certificate  and  related  documents,  each  as  appropriate  for  the 
issuance  of  the  Refunding  Bonds,  for  the  purposes,  in  the  manner  and  upon  the  terms 
provided  herein;  and 

WHEREAS,  The  2017  Series  DEFG  Water  Revenue  Refunding  Bonds  will 
refund  a  portion  of  the  201 1  Series  A  Water  Revenue  Bonds  (which  funded  Water 
System  Improvement  Program  (WSIP)  projects);  the  2011  Series  B  Water  Revenue 
Bonds  (which  funded  Hetch  Hetchy  Water  projects);  the  201 1  Series  C  Water  Revenue 
Bonds  (which  funded  Local  Water  Main  projects);  the  201 1  Series  D  Water  Revenue 
Bonds  (which  refunded  a  portion  of  the  2001  Series  A  Water  Revenue  Bonds  and  a 
portion  of  the  2002  Series  A  Water  Revenue  Bonds,  both  of  which  funded  Water 
Enterprise  capital  projects);and  the  2012  Series  A  Water  Revenue  Bonds  (which  funded 
WSIP  projects);  and  the  2012  Series  C  Water  Revenue  Bonds  (which  refunded  a  portion 
of  the  2001  Series  A  Water  Revenue  Bonds  and  a  portion  of  the  2002  Series  A  Water 
Revenue  Bonds,  both  of  which  funded  Water  Enterprise  capital  projects).  On  May  18, 
2011,  the  Environmental  Review  Officer  issued  a  Certificate  of  the  City  and  County  of 
San  Francisco  Planning  Department  (Certificate)  granting  authority  to  the  Board  for  the 
sale  of  Water  201 1  Series  A/B/C.  On  June  4,  2012,  the  Environmental  Review  Officer 
issued  a  Certificate  to  the  Board  for  the  sale  of  water  revenue  bonds  and  other  forms  of 
indebtedness.  All  projects  listed  in  these  Certificates  which  proceeded  to  construction 
have  undergone  CEQA  review.  Should  projects  be  included  that  are  not  identified  in  the 
May  18,  201 1  and  June  4,  2012  Certificates,  issuance  of  a  subsequent  Certificate  by  the 
Environmental  Review  Officer  would  be  required. 

WHEREAS,  This  action  does  not  constitute  a  project  under  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  because  there  would  be  no 
physical  change  in  the  environment;  now  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Issuance  of  the  Bonds.  The  issuance  of  the  Refunding  Bonds,  in 
one  or  more  series  and  on  one  or  more  dates,  in  an  aggregate  principal  amount  not 
exceeding  $900,000,000,  is  hereby  authorized  and  approved  by  the  Commission,  subject 
to  the  limitations  and  conditions  provided  herein.  The  Refunding  Bonds  shall  be  issued 
to  (a)  for  refund  outstanding  water  revenue  bonds  of  the  Commission,  provided  that  such 
Refunding  Bonds  (i)  satisfy  the  conditions  and  requirements  set  forth  in  applicable  Board 
resolutions  and  ordinances,  and  applicable  requirements  of  the  Indenture,  including 


without  limitation  Section  3.04  or  Section  3.05  of  the  Indenture,  (ii)  satisfy  the  applicable 
requirements  of  the  Commission’s  policies  and  procedures  for  refunding  bonds,  and 
(iii)  are  authorized  to  be  issued  under  either  (A)  Section  9.109  of  the  Charter, 
(B)  Proposition  E  of  2002  or  (C)  Proposition  A  of  2002  (including  related  ordinances  and 
resolutions  of  the  Board);  and  (b)  to  pay  the  costs  of  issuance  of  the  Refunding  Bonds.  If 
determined  to  be  beneficial  to  the  Commission  by  the  General  Manager,  with  the  advice 
of  Montague  DeRose  and  Associates,  LLC  and  Backstrom  McCarley  Berry  &  Co.,  LLC, 
the  financial  advisors  to  the  Commission  with  respect  to  the  Refunding  Bonds  (together, 
the  “Financial  Advisors”),  the  Refunding  Bonds  may  also  be  issued  for  the  secondary 
purposes  of  providing  funds  to  pay  for  (y)  any  credit  enhancement  of  any  Refunding 
Bonds  (including  without  limitation  bond  insurance  policies  and/or  reserve  fund  surety 
bonds  or  insurance  policies),  and  (z)  the  funding  of  debt  service  reserves  for  the 
Refunding  Bonds. 

The  General  Manager  is  hereby  authorized  and  directed  to  determine  the 
aggregate  principal  amount  of  Refunding  Bonds  to  be  issued  from  time  to  time  (subject  to 
the  maximum  amount  and  further  limitations  and  conditions  set  forth  herein)  and  to 
determine  the  various  titles  and  series  designations  of  the  Bonds.  The  Refunding  Bonds 
may  be  issued  as  obligations  the  interest  on  which  is  or  is  not  subject  to  federal  income 
tax.  The  forms  of  the  Refunding  Bonds,  in  substantially  the  forms  set  forth  in  the  forms 
of  the  Supplemental  Indentures  presented  to  this  meeting,  are  hereby  approved.  The 
General  Manager  of  the  Commission  is  hereby  authorized  and  directed  to  approve  and  to 
execute  the  Refunding  Bonds  by  manual  or  facsimile  signature,  and  the  Secretary  of  the 
Commission  is  hereby  authorized  and  directed  to  attest,  by  manual  or  facsimile  signature, 
with  such  changes,  additions,  amendments  or  modifications  thereto  which  they  may 
approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be  conclusively  evidenced 
by  the  execution  and  delivery  of  the  Bonds,  subject  to  the  limitations  set  forth  in  Section 
2  hereof. 

Section  2.  Sale  of  Refunding  Bonds.  The  sale  of  the  Refunding  Bonds,  in 
one  or  more  series  and  on  one  or  more  dates,  is  hereby  authorized  and  approved  by  the 
Commission,  subject  to  the  limitations  and  conditions  provided  herein  and  in  applicable 
Board  resolutions.  The  Commission  hereby  determines  that  (i)  the  sale  of  the  Refunding 
Bonds  through  a  negotiated  process  is  likely  to  enhance  the  ability  of  the  Commission  to 
timely  sell  the  Refunding  Bonds  or  to  achieve  a  lower  overall  cost  to  the  Commission,  or 
both,  and  (ii)  the  requirements  of  Section  VIII  of  the  Commission’s  Debt  Management 
Policies  and  Procedures,  as  the  same  has  been  amended  and  is  in  effect  on  the  date 
hereof,  have  been  satisfied,  and  that  the  Refunding  Bonds  are  authorized  to  be  sold  on  a 
negotiated  basis.  Subject  to  the  other  limitations  provided  herein  and  in  applicable  Board 
resolutions  and  ordinances,  the  interest  rate  or  rates  on  the  Bonds  shall  not  exceed  twelve 
percent  (12%)  and  the  final  maturity  of  any  Refunding  Bonds  shall  not  extend  the 
maturity  of  any  water  revenue  bond  to  be  refunded. 

Section  3.  Escrow  Agreement.  The  proposed  form  of  Escrow  Agreement 
submitted  to  this  Commission,  and  the  terms  and  conditions  thereof,  is  hereby  approved. 
In  order  to  implement  any  refunding  authorized  herein,  the  General  Manager  or  his 
designee  is  hereby  authorized  to  enter  into  one  or  more  Escrow  Agreements  with  the 
trustee  of  the  water  revenue  bonds  to  be  refunded,  substantially  in  the  form  presented  to 
this  meeting  and  on  file  with  the  Secretary  of  the  Commission,  with  such  changes  and 


additions  as  the  General  Manager  may  approve  upon  consultation  with  the  City  Attorney, 
each  such  approval  to  be  evidenced  conclusively  by  the  delivery  to  the  trustee  of  such 
Escrow  Agreement.  The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said 
form  of  Escrow  Agreement  with  the  minutes  of  this  meeting. 

Section  4.  Disposition  of  Revenues;  Rate  Covenant.  Section  5.01(b)  of  the 
Indenture  which  sets  forth  the  disposition  of  Revenues  (as  defined  in  the  Indenture) 
applicable  to  the  Commission’s  Water  Enterprise  Bonds  is  hereby  confirmed  by  the 
Commission  and  the  Commission  further  confirms,  pledges  and  covenants  with  the 
holders  of  the  Bonds  that  the  Revenues  shall  be  appropriated  and  expended  in  the  order 
of  priority  set  forth  in  Section  5.01(b)  of  the  Indenture,  as  the  same  may  be  amended 
from  time  to  time.  This  Commission  also  declares  that  the  Commission  will  comply  with 
all  of  the  terms,  provisions  and  covenants  contained  in  the  Indenture,  as  the  same  may  be 
amended  from  time  to  time,  including  the  covenants  to  establish,  fix,  prescribe  and 
collect  rates,  fees  and  charges  sufficient  to  enable  the  Commission  to  comply  with  the 
terms,  conditions  and  covenants  of  the  Indenture. 

Section  5.  Supplemental  Indenture.  The  proposed  form  of  one  or  more 
Supplemental  Indentures  for  the  Refunding  Bonds  submitted  to  this  Commission,  and 
the  terms  and  conditions  thereof,  are  hereby  approved.  The  General  Manager  of  the 
Commission  or  the  General  Manager’s  designee  is  hereby  authorized  and  directed  to 
execute  and  deliver  and  the  Secretary  of  the  Commission  or  the  Secretary’s  designee  is 
authorized  to  attest  to  the  Supplemental  Indenture  in  such  form,  with  such  additions 
thereto  or  changes  therein  which  they  may  approve  with  the  advice  of  the  City  Attorney, 
such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  such 
Supplemental  Indenture.  The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of 
the  form  of  Supplemental  Indenture  with  the  minutes  of  this  meeting.  Subject  to  the 
further  limitations  hereof,  the  principal  amount,  date,  maturity  date  or  dates,  maximum 
interest  rate  or  rates,  series  designation,  interest  payment  dates,  forms,  registration 
privileges,  place  or  places  of  payment,  terms  of  redemption,  insurance  provisions  and 
other  terms  of  the  Refunding  Bonds  shall  be  as  provided  in  the  Indenture. 

Section  6.  Preliminary  Official  Statement  and  Official  Statement.  The 
Preliminary  Official  Statement,  in  substantially  the  form  submitted  to  the  Commission,  is 
hereby  approved,  and  the  General  Manager  or  the  General  Manager’s  designee  is  hereby 
authorized  to  certify  from  time  to  time,  for  and  on  behalf  of  the  Commission,  that  such 
Preliminary  Official  Statement,  with  such  changes,  additions  and  supplements  as  they 
may  deem  necessary  or  appropriate  in  the  interest  of  the  Commission,  in  consultation 
with  the  City  Attorney,  is  deemed  final  as  of  its  date,  within  the  meaning  of  Rule  15c2-12 
(except  for  the  omission  of  certain  final  pricing,  rating  and  related  information  as 
permitted  by  Rule  15c2-12).  Such  Preliminary  Official  Statement  is  hereby  authorized  to 
be  used  from  time  to  time  in  connection  with  the  marketing  of  the  Refunding  Bonds.  In 
connection  with  the  sale  of  all  or  a  portion  of  the  Refunding  Bonds,  the  General  Manager 
or  the  General  Manager’s  designee  is  hereby  authorized  and  directed,  for  and  on  behalf  of 
the  Commission,  to  execute  the  Official  Statement  for  such  Refunding  Bonds  in 
substantially  the  form  of  such  Preliminary  Official  Statement,  and  to  cause  the  delivery  of 
such  Official  Statement  to  the  purchasers  of  such  Refunding  Bonds.  Notwithstanding  the 
foregoing  authorization.  Commission  staff  is  hereby  directed  to  return  to  the  Commission 
for  authorization  of  any  Preliminary  Official  Statement  or  Official  Statement  to  be  used 


in  connection  with  any  sale  of  Refunding  Bonds  that  is  to  occur  more  than  ninety  (90) 
days  following  the  date  hereof. 


Section  7.  Negotiated  Sale;  Bond  Purchase  Contract.  For  the  Refunding 
Bonds,  the  General  Manager  is  hereby  authorized  to  select  and  appoint  one  or  more 
underwriters  (each,  an  “Underwriter”  and,  collectively,  the  “Underwriters”)  from  the 
Commission’s  or  the  City’s  pool  of  prequalified  underwriters  in  accordance  with  the 
City’s  policies  and  procedures  with  respect  thereto,  subject  to  the  limits  on  underwriter 
compensation  set  forth  below.  The  General  Manager  is  hereby  authorized  and  directed, 
for  and  on  behalf  of  and  in  the  name  of  the  Commission,  to  sell  such  Refunding  Bonds  at 
one  or  more  negotiated  sales  in  such  principal  amount  as  the  General  Manager  may 
determine,  subject  to  the  further  limitations  and  conditions  hereof.  The  General  Manager 
or  his  designee  is  hereby  authorized  to  enter  into  one  or  more  Bond  Purchase  Contracts 
with  one  or  more  of  the  Underwriters,  individually  or  collectively  as  the  General 
Manager  deems  appropriate,  substantially  in  the  form  presented  at  this  meeting  and  on 
file  with  the  Secretary  of  the  Commission,  with  such  changes  and  additions  as  the 
General  Manager  may  approve  upon  consultation  with  the  City  Attorney,  such  approval 
to  be  evidenced  conclusively  by  the  execution  and  delivery  of  each  such  Bond  Purchase 
Contract;  provided,  however,  that  the  total  compensation  to  the  Underwriters  shall  not 
exceed  one  percent  (1%)  of  the  par  value  of  the  Bonds  to  be  sold  pursuant  to  any  such 
Bond  Purchase  Contract.  Bonds  sold  in  a  negotiated  sale  shall  be  delivered  to  the 
Underwriters  upon  payment  of  the  purchase  price  agreed  upon  in  the  applicable  Bond 
Purchase  Contract,  together  with  accrued  interest,  if  any. 

Section  8.  Continuing  Disclosure  Certificate.  The  proposed  form  of 
Continuing  Disclosure  Certificate  for  the  Refunding  Bonds,  submitted  to  this 
Commission,  is  hereby  approved.  The  General  Manager  or  the  General  Manager’s 
designee  is  hereby  authorized  and  directed  to  execute  one  or  more  the  Continuing 
Disclosure  Certificates  for  the  Refunding  Bonds  from  time  to  time,  substantially  in  the 
form  submitted  to  this  Commission,  with  such  additions,  changes  and  corrections  thereto 
as  the  General  Manager  or  the  designee  thereof  shall  approve  with  the  advice  of  the  City 
Attorney,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of 
such  Continuing  Disclosure  Certificate.  The  Secretary  of  the  Commission  is  directed  to 
file  a  copy  of  said  form  of  Continuing  Disclosure  Certificate  with  the  minutes  of  this 
meeting. 

Section  9.  Proposition  P.  Pursuant  to  Proposition  P,  this  resolution  and  the 
Bonds  are  subject  to,  and  incorporate  by  reference,  the  requirements  of  Proposition  P. 
Pursuant  to  Proposition  P,  to  the  extent  permitted  by  law  and  to  the  extent  not  already 
paid  from  the  proceeds  of  any  previous  issue  of  commercial  paper  or  bonds,  one- 
twentieth  of  one  percent  (0.05%)  of  the  gross  proceeds  of  the  Refunding  Bonds  shall  be 
deposited  in  a  fund  established  by  the  Controller’s  Office  and  appropriated  by  the  Board 
at  the  direction  of  the  Public  Utilities  Revenue  Bond  Oversight  Committee  established  by 
Proposition  P  to  cover  the  costs  of  said  committee. 

Section  10.  General  Authority.  The  General  Manager,  the  Deputy  General 
Manager  and  Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer,  of  the  Commission  and  the  officers  of  the  City  are 
hereby  authorized  and  directed,  each  acting  alone,  for  and  in  the  name  and  on  behalf  of 


this  Commission,  to  execute  and  deliver  any  and  all  documents,  certificates  and 
representations,  including,  but  not  limited  to,  signature  certificates,  no-litigation 
certificates,  tax  certificates,  letters  of  representation  relating  to  book-entry  registration, 
custody  agreements,  filing  agent  agreements,  and  certificates  concerning  the  contents  of 
any  Official  Statement  and  any  Preliminary  Official  Statement,  to  contract  for  municipal 
bond  insurance  for  all  or  a  portion  of  the  Refunding  Bonds  if  determined  by  the  General 
Manager,  with  the  advice  of  the  Financial  Advisors,  to  be  beneficial  to  the  Commission, 
to  contract  for  one  or  more  surety  bonds  or  insurance  policies  for  the  debt  service 
reserves  for  the  Refunding  Bonds  (as  applicable)  if  determined  by  the  General  Manager, 
with  the  advice  of  the  Financial  Advisors,  to  be  beneficial  to  the  Commission,  to  do  any 
and  all  things  and  take  any  and  all  actions  which  may  be  necessary  or  advisable,  in  their 
discretion,  to  accomplish  the  intent  and  purposes  of  this  resolution  including  the  issuance 
and  sale  of  the  Refunding  Bonds, ,  the  refunding  of  outstanding  water  revenue  bonds,  and 
the  other  actions  which  the  Commission  has  approved  in  this  resolution.  The  General 
Manager  is  authorized  to  delegate  any  of  the  responsibilities  or  duties  set  forth  in  this 
resolution  to  the  Deputy  General  Manager  and  Chief  Operating  Officer  or  to  the  Assistant 
General  Manager,  Business  Services  and  Chief  Financial  Officer,  of  the  Commission. 
The  other  officers  of  the  Commission  are  hereby  authorized  to  delegate  any  of  the  actions 
on  their  behalf  set  forth  herein  to  another  officer  or  employee  of  the  Commission. 

Section  11.  Ratification.  All  actions  heretofore  taken  by  the  officers, 
employees  and  agents  of  the  Commission  with  respect  to  the  authorization,  sale  and 
issuance  of  the  Refunding  Bonds  prior  to  the  date  hereof  and  in  accordance  with  the 
provisions  hereof  are  hereby  approved,  confirmed  and  ratified. 

Section  12.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its 
adoption. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0251 


WHEREAS,  The  San  Francisco  Administrative  Code,  Section  10.39  authorizes  the 
Office  of  the  Treasurer  &  Tax  Collector,  Bureau  of  Delinquent  Revenue  (BDR)  to  energetically 
prosecute  the  collection  of  all  claims  for  money  due  to  City  and  County  of  San  Francisco 
department;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  Customer  Service 
Bureau  (CSB)  is  responsible  for  the  billing  and  collection  of  water,  sewer  and  hydroelectric 
power  sales.  There  are  approximately  177,454  utility  accounts  with  an  annual  revenue  of 
$775,887,880;  and 

WHEREAS,  The  SFPUC  CleanPowerSF  program  (CleanPowerSF)  is  responsible  for 
collecting  certain  electric  sales  for  accounts  that  are  enrolled;  and 

WHEREAS,  Pursuant  to  Article  4.1  of  the  San  Francisco  Public  Works  Code,  the  SFPUC 
Collection  System  Division  (CSD)  collects  sewer  service  charges  for  non-residential  episodic 
batch  wastewater  and  groundwater  discharges  into  the  public  sewer  system  as  well  as  certain 
administrative  penalties  and  costs  and  charges  incurred  by  the  City  for  the  abatement  of  any 
violation  of  Article  4.1  (CSD  Charges);  and 

WHEREAS,  The  SFPUC  wishes  for  BDR  to  provide  professional  and  special  collection 
services  for  its  water,  sewer,  hydroelectric  power,  CleanPowerSF,  and  CSD  charges;  and 

WHEREAS,  In  consideration  for  said  collection  services  by  BDR  on  referred  accounts, 
the  SFPUC  agrees  to  pay  BDR  a  commission  fee  of  25%  of  any  funds  collected;  and  now 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  the  Memorandum  of  Understanding  with  BDR 
to  provide  professional  and  special  collection  services  for  delinquent  water,  sewer,  hydroelectric 
power,  CleanPowerSF,  and  Wastewater  Enterprise,  Collection  System  Division  charges. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


17-0252 


WHEREAS,  The  Green  Infrastructure  Leadership  Exchange  supports  communities 
seeking  to  grow  green  stormwater  infrastructure  programs  by  accelerating  implementation 
through  peer  learning,  innovation,  partnerships  and  advocacy.  The  Exchange  develops,  hosts, 
and  shares  resources  to  advance  the  benefits  and  viability  of  green  infrastructure;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  submitted  an 
application  for  the  Green  Infrastructure  Leadership  Exchange  2017-18  Collaborative  Grant 
Program  to  receive  funding  to  create  Green  Stormwater  Infrastructure  (GSI)  modeling  and 
monitoring  standards;  and 

WHEREAS,  The  Green  Infrastructure  Leadership  Exchange  awarded  SFPUC  a  grant  of 
$29,000;  and 

WHEREAS,  The  SFPUC  will  use  the  grant  funds  to  work  with  other  municipalities  with 
successful  GSI  monitoring  and  modeling  programs  and  ultimately  develop  a  technical  report  and 
explanatory  webinar  for  national  GSI  modeling  and  monitoring  standards;  and 

WHEREAS,  The  results  of  this  grant  will  be  nationally  shared  recommendations  on  GSI 
modeling  and  monitoring  standards;  and 

WHEREAS,  All  work  funded  by  the  grant  is  scheduled  to  be  completed  by  July  31,  2018; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  accept  and  expend  the  Green  Infrastructure  Exchange 
2017-18  Collaborative  Grant  Program  award  in  the  amount  of  $29,000. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0253 


WHEREAS,  In  1951  pursuant  to  Resolution  No.  1 1722,  the  Board  of  Supervisors  of  the 
City  and  County  of  San  Francisco  (City)  accepted  a  permit  from  the  predecessor  of  the  Port  of 
San  Francisco  (Port)  allowing  the  City,  amongst  other  things,  to  constmct  and  maintain  sewers 
and  related  infrastructure  on  property  near  the  foot  of  Mariposa  Street  in  San  Francisco;  and 

WHEREAS,  In  1954,  the  City  designed  and  built  the  Mariposa  Pump  Station  (Pump 
Station)  at  855  Terry  A.  Francois  Boulevard  in  San  Francisco  to  convey  combined  wastewater 
flows  from  approximately  240  acres  of  City  property  to  the  Southeast  Wastewater  Treatment 
Plant  (SEP).  Since  that  time,  the  City  installed  a  transport/storage  box  with  wet-weather  pumps 
and  a  wet-weather  force  main  to  meet  the  Clean  Water  Act  requirements.  After  the  City  installed 
the  wet-weather  system,  the  Pump  Station  and  associated  force  main  (Force  Main),  conveyed 
mainly  dry-weather  wastewater  flows  to  the  SEP;  and 

WHEREAS,  A  Memorandum  of  Understanding  between  the  San  Francisco  Department  of 
Public  Works  (SFPW)  and  the  Port  was  adopted  by  the  Port  Commission  pursuant  to  Resolution 
90-78  on  August  22,  1990  (The  1990  MOU),  granting  SFPW  (as  predecessor  to  SFPUC  in  the 
operation  and  maintenance  of  sewer  facilities)  the  right  to  construct,  maintain,  and  repair 
subsurface  sewer  facilities  along  20th  Street  and  along  Illinois  Street  leading  to  and  including  the 
above-ground  Mariposa  Pump  Station; 

WHEREAS,  Due  to  recent  high-density  real  estate  developments  in  the  City,  the  dry- 
weather  wastewater  flows  from  the  tributary  areas  to  the  Pump  Station  have  increased  beyond  its 
design  capacity;  and 

WHEREAS,  This  MOU  would  supersede  the  1990  MOU  with  respect  to  the  Mariposa 
Pump  Station;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  has  developed  a 
project  description  for  Project  No.  CWWSIPCSPS03,  Mariposa  Dry-Weather  Pump  Station  and 
Force  Main  Improvements  (Project);  and 

WHEREAS,  On  April  25,  2017,  by  Resolution  No.  17-0092,  this  Commission  approved 
the  Request  for  Bids  and  execution  of  the  Force  Main  constmction  with  SFPUC  Contract  DB- 
128R2,  Bay  Corridor  Transmission  and  Distribution  -  Phase  1,  both  for  contracting  convenience 
and  to  reduce  disruptions  to  the  neighborhoods  since  the  excavation  work  of  both  contracts 
overlap  on  the  same  city  streets;  and 

WHEREAS,  The  Project  objectives  are  to  reconstmct  the  Pump  Station  and  Force  Main 
to  process  and  convey  additional  dry-weather  wastewater  flows  from  the  tributary  areas  served  by 
the  Pump  Station  and  Force  Main  to  SEP;  and 

WHEREAS,  The  existing  Mariposa  Pump  Station  occupies  approximately  3,100-square 
feet  of  fenced  area  in  SWL-345;  and 


WHEREAS,  Due  to  the  space  constraints  of  the  existing  Pump  Station,  the  SFPUC 
requires  the  use  of  additional  Port  property  to  reconstruct  the  Pump  Station.  SFPUC  and  Port  wish 
to  enter  into  a  Memorandum  of  Understanding  for  the  SFPUC  to  use  additional  Port  property  at 
SWL-345  required  for  the  Project;  and 

WHEREAS,  Funds  for  lump-sum  rental  payment  to  the  Port  are  available  from  SSIP- 
Program  Funded  Project  No.  CWWSIPCSPS03,  Mariposa  Dry-Weather  Pump  Station  and  Force 
Main  Improvements;  and 

WHEREAS,  On  February  2,  2017,  the  San  Francisco  Planning  Department  determined 
that  this  Project  is  categorically  exempt  under  the  general  rule  that  California  Environmental 
Quality  Act  (CEQA)  applies  only  to  projects  that  have  the  potential  for  causing  a  significant 
effect  on  the  environment  CEQA  Guidelines  Section  15061(b)(3);  now,  therefore,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  negotiate  and  execute  a  MOU  with  the  Port  to  obtain  access  to  and  use  of  Port  property, 
consisting  of  4,833-square  feet  of  real  estate  located  at  SWL-345,  to  construct,  operate  and 
maintain  the  Mariposa  Pump  Station  for  a  $502,294  lump-sum  rental  payment  to  the  Port  for  a 
thirty  (30)  year  term. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0254 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  recently  upgraded 
its  existing  communications  system  to  improve  its  communication  capabilities  for  SFPUC  water 
and  power  facilities  in  the  San  Joaquin  Valley  pursuant  to  the  Commission’s  approval  of  the  San 
Joaquin  Valley  Communications  System  Upgrade  Project  (Project)  by  Resolution  No  13-0019 
adopted  at  a  meeting  held  on  July  23,  2013;  and 

WHEREAS,  On  July  8,  2014,  the  SFPUC,  by  Resolution  No.  14-0112,  authorized  the 
General  Manager  to  execute  certain  agreements  within  the  scope  of  the  Project,  including  a 
license  agreement  (Original  Agreement)  with  TriStar  Investors  LLC  (Licensor)  for  the 
installation  of  SFPUC’ s  communications  equipment  at  a  telecommunications  facility  located  at 
2201  Blue  Gum  Avenue  in  Modesto,  California  (Premises)  for  a  term  of  up  to  25  years,  subject 
to  approval  by  the  Board  of  Supervisors;  and 

WHEREAS,  On  October  28,  2014,  the  Board  of  Supervisors  approved  the  Original 
Agreement  by  Resolution  No.  401-14;  and 

WHEREAS,  On  June  30,  2016,  the  parties  amended  the  Original  Agreement  to  correct  a 
clerical  error  (First  Amendment);  and 

WHEREAS,  After  months  of  testing  the  San  Joaquin  Valley  Communication  Network, 
SFPUC  staff  noticed  signal  interference  patterns  between  the  Premises  and  the  San  Joaquin 
Valve  House,  resulting  in  data  loss.  After  rigorous  study,  SFPUC  staff  determined  the  signal 
interference  was  related  to  changing  atmospheric  and  environmental  conditions  caused  by  heavy 
rains  during  the  winter  of  2016-2017;  and 

WHEREAS,  To  resolve  the  signal  interference,  the  SFPUC  installed  additional 
equipment  to  provide  redundancy;  and 

WHEREAS,  The  SFPUC  and  Licensor  desire  to  amend  the  Original  Agreement  to  reflect 
the  addition  of  new  SFPUC  equipment  at  the  Premises,  and  to  increase  the  license  fee  due  under 
the  Original  Agreement  from  $19,158  to  $25,758  (Second  Amendment). The  license  is  subject  to 
three  percent  annual  license  fee  increases;  and 

WHEREAS,  An  Initial  Study/Mitigated  Negative  Declaration  was  prepared  for  the  San 
Joaquin  Valley  Communication  System  Upgrade  Project;  and 

WHEREAS,  On  June  27,  2013  the  Environmental  Review  Officer  adopted  the  Initial 
Study/Final  Mitigated  Negative  Declaration  (FMND)  for  the  San  Joaquin  Valley  Communication 
System  Upgrade  Project  and  on  July  23,  2013  this  Commission  adopted  the  California 
Environmental  Quality  Act  (CEQA)  findings  and  the  Mitigation  Monitoring  and  Reporting 
Program  (MMRP),  and  authorized  the  project  to  proceed  as  a  Design-Build  Project  under 
Resolution  No.  13-0119;  and 

WHEREAS,  On  July  8,  2014  this  Commission  re-adopted  CEQA  findings  and  the 
MMRP  for  the  Project,  awarded  the  construction  project  and  authorized  the  license  agreement 
with  Tri-Star  for  the  location  of  a  telecommunication  tower  in  Modesto,  under  Resolution  14- 
01 12; and 


WHEREAS,  the  Project  files,  including  the  FMND  and  Resolutions  13-0119  and  14- 
0112  have  been  made  available  for  review  by  the  SFPUC  and  the  public;  and  those  files  are  part 
of  the  record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FMND,  the  CEQA  findings  contained  in  SFPUC  Resolutions  No.  13-01 19  and  No.  14-01 12, 
and  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public,  relevant 
public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  FMND  and  record 
as  a  whole,  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision-making  body  for  the 
action  taken  herein  approving  the  Lease  Agreement  Amendment  and  incorporates  the  CEQA 
findings  contained  in  Resolutions  No.  13-01 19  and  14-01 12  by  this  reference  thereto  as  though 
set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  finds  that  since  the  FMND  was  finalized, 
there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FMND;  and  be  it 

FURTHER  RESOLVED  That  this  Commission  hereby  approves  the  terms  and  conditions 
and  authorizes  the  SFPUC  General  Manager,  following  approval  by  the  Board  of  Supervisors 
and  Mayor,  to  execute  the  Second  Amendment  to  the  Original  Agreement  between  TriStar,  as 
licensor,  and  the  City  through  the  SFPUC,  as  licensee,  in  substantially  the  form  on  file  with  the 
Commission  Secretary;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  Second  Amendment;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  herby  authorizes  the  SFPUC  General 
Manager  to  enter  into  any  modifications  to  this  Second  Amendment,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Second  Amendment  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including 
the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0255 


WHEREAS,  In  1997,  when  the  U.S.  Department  of  Defense  closed  the  Naval  Station 
Treasure  Island  (NSTI),  the  City  and  County  of  San  Francisco  (City)  entered  into  a  Base 
Caretaker  Cooperative  Agreement  with  the  U.S.  Navy;  and 

WHEREAS,  Per  the  Cooperative  Agreement,  the  City,  acting  through  the  Treasure  Island 
Development  Authority  (TIDA),  agreed  to  provide  caretaker  services  through  conveyance  of 
NSTI  to  the  City,  while  the  U.S.  Navy  retained  infrastructure  ownership;  and 

WHEREAS,  Caretaker  responsibilities  generally  include  (1)  operation  and  maintenance 
(O&M)  services  for  all  the  existing  utility  systems  on  Treasure  Island/Yerba  Buena  Island 
(TI/YBI),  (2)  grounds  and  street  maintenance  and  repair,  (3)  property  management,  and  (4) 
public  health,  security,  and  safety  services;  and 

WHEREAS,  TIDA  sets  rates  and  charges  for  certain  caretaker  services  through  its 
subleases  and  other  agreements;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  been 
providing  O&M  services  for  water,  wastewater,  electric,  and  gas  existing  utility  systems  on 
TI/YBI  since  1997  as  requested  by  the  City  and  TIDA;  and 

WHEREAS,  In  2013,  TIDA  and  SFPUC  entered  into  a  Memorandum  of  Understanding 
(MOU)  with  a  term  of  twelve  months,  subject  to  extension,  to  memorialize  the  terms  and 
conditions  of  performance  by  the  SFPUC  of  certain  defined  utility  services  consistent  with  the 
Cooperative  Agreement  and  past  practice;  and 

WHEREAS,  On  July  2,  2014,  TIDA  and  the  Navy  entered  into  an  Economic 
Development  Conveyance  Memorandum  of  Agreement  (EDC  MOA)  which  established  schedule 
and  terms  of  conveyance  of  NSTI  to  TIDA;  and 

WHEREAS,  The  EDC  MOA  included  as  an  Exhibit  a  Utilities  Agreement  addressing 
utility-specific  matters  arising  out  of  the  transfer  of  property  and  infrastructure  from  the  U.S. 
Navy  to  TIDA;  and 

WHEREAS,  In  October  2016,  the  TIDA  Board  of  Directors  and  SFPUC  Commission 
concurrently  approved  a  revised  Memorandum  of  Understanding  extending  the  term  for  an 
additional  twelve  months  and  recognizing  the  execution  of  the  EDC  MOA  and  Utilities 
Agreement;  and 

WHEREAS,  both  parties  now  wish  to  extend  the  term  of  the  MOU  for  an  additional 
year,  through  September  30,  2018,  consistent  with  all  other  Terms  and  Conditions  of  the  MOU; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  MOU  between  the  TIDA  and  the  SFPUC 
regarding  NSTI  utility  services. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  12,  2017. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  17-0256 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  identified 
workforce  development  and  education  as  priorities  as  part  of  its  Strategic  Plan;  and 

WHEREAS,  The  SFPUC’ s  workforce  development  and  educational  strategies  are 
intended  to  expand  the  number  of  youth  and  young  adults  connecting  to  work  and  learning 
opportunities  related  to  SFPUC  careers  by  increasing  the  number  of  youth  and  young  adults 
participating  in  existing  programs;  and 

WHEREAS,  The  SFPUC’s  Project  Learning  Partnership  Grant  Program  awards  grants  to 
qualified  selected  local  community-based  nonprofit  organizations  and/or  educational  institutions 
to  expose  more  than  800  youth  and  young  adults  to  environmental  education,  careers,  and 
opportunities  related  the  mission,  strategic  goals,  and  work  of  the  SFPUC;  and 

WHEREAS,  The  Project  Learning  Partnerships  will  leverage  existing  youth  development 
programs  that  provide  youth  and  young  adults  from  San  Francisco  with  learning  and  work 
opportunities  that  support  the  SFPUC’s  ecoliteracy  strategy  to  educate  the  next  generation  of 
environmental  stewards;  and 

WHEREAS,  The  Project  Learning  Partnerships  will  support  the  SFPUC’s  efforts  to 
encourage  skilled  and  diverse  workers  to  apply  for  employment  with  the  SFPUC,  which  is 
particularly  necessary  due  to  the  agency’s  growing  pool  of  retirement-eligible  staff;  and 

WHEREAS,  Funds  will  be  available  at  the  time  of  award  of  the  grant  agreements  from 
the  FY17-18  Power  Add-back,  as  well  as  FY17-18,  FY18-19,  and  FY19-20  Wastewater,  Water, 
and  Hetchy  revenues,  subject  to  future  approval  by  the  Commission  and  the  Board  of 
Supervisors,  if  needed;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  solicit  applications  for,  and  negotiate  and  execute,  approximately  15  to  25  Project 
Learning  Partnership  grant  agreements  with  qualified  selected  local  community-based  nonprofit 
organizations,  for  a  maximum  duration  of  three  years  per  agreement  and  a  cumulative  not-to- 
exceed  amount  of  $1,800,000  ($600,000  per  year),  in  order  to  provide  workforce  and  educational 
opportunities  to  underserved  San  Francisco  youth  and  young  adults  during  the  2018-19,  2019-20, 
and  2020-21  school  years. 

I  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 
December  12,  2017. 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

CANCELLATION  NOTICE 


The  Regular  Meeting  of  the 
San  Francisco  Public  Utilities  Commission 
Tuesday,  December  26,  2017 

1:30  P.M. 

1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 


Commissioners 

Ike  Kwon,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site: 
www.sfwater.org 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue,  13th  Floor 
San  Francisco,  CA  94102 


